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Reso. No. Approved | Subject Summary 
20-0001 1-14-20 = CS-203A Approve Amendment No. 4 to Agreement No. CS-203.A, Wastewater and Stormwater Technical 
Amendment 4 Services, with CH2M Hill and Avila Associates, Joint Venture, to continue to provide as-needed 


specialized and technical services and complete existing projects for the Wastewater Enterprise; 
and authorize the GM to execute Amendment No. 4, extending the agreement duration by one 
year, for a total agreement duration of eight years, with no change to the contract amount. 

20-0002 1-14-20 CS-203C Approve Amendment No. 2 to Agreement No. CS-203.C, Wastewater and Stormwater Technical 

Amendment 2 Services, with F.E. Jordan Associates, Inc., to continue to provide as-needed specialized and 
technical services and complete existing projects for the WWE; and authorize the GM to 
execute Amendment No. 2 extending the agreement duration by one year, for a total 
agreement duration of eight years, with no change to the contract amount. 

20-0003 1-14-20 CS-380 Approve Amendment No. 1 to Agreement No. CS-380, Specialized Groundwater Monitoring 

Amendment 1 Services, with Northgate-AGS JV to continue to implement existing groundwater monitoring and 
management programs including the MMRP required by the EIRs for the SF Groundwater 
Supply Project and the Regional Groundwater Storage and Recovery Project; and authorize the 
GM to execute this amendment, extending the contract duration by two years for a total 
duration of six years and 11 months, with no change to the agreement amount. 

20-0004 1-14-20 PRO.0072.A-B Approve the selection of Catalyst Consulting Group, Inc. (Catalyst) and Guidepost Solutions LLC 

(Guidepost); award Agreement Nos. PRO.0072.A-B, Security Consulting and Design Services to 
Catalyst (PRO.0072.A) and Guidepost (PRO.0072.B) to provide technical expertise in security 
program/project management, security design support during construction, contract 
administration, and project engineering design for security related projects; and authorize the 
GM to negotiate and execute two professional services agreements, one with Catalyst 
(PRO.0072.A), and one with Guidepost (PRO.0072.B), each for an amount not-to-exceed 

/ $2,000,000, and each for a duration of five years. 

20-0005 1-14-20  WOD-2811 _ Approve the plans and specifications, and award Contract No. WD-2811, 8” and 16” Ductile Iron 
Water Main Replacement on 17* St. from Clayton St. to Douglass St., and Various Side Streets, 
in the amount of $6,300,314, with a duration of 775 consecutive calendar days, to the 
responsible bidder submitting the lowest responsive bid, M Squared Construction, !nc., to install 

- approximately 12,000 feet of ductile iron water conveyance pipe and ancillary water service 
pipe, curb ramps, and pavement restoration work. This action constitutes the Approval Action 
for the project for the purposes of the CEQA, pursuant to Section 31.04 (h) of the SF 
Administrative Code. 
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20-0006 1-14-20 | WW-677 Approve the plans and specifications, and award Contract No. WW-677, Various Locations 
| Sewer Replacement No. 6, in the amount of $4,240,437, with a duration of 400 consecutive 
calendar days, to the responsible bidder submitting the lowest responsive bid, Precision 
Engineering, Inc., to replace the existing sewers on specified streets in the Richmond, Sunset, 
and Western Addition neighborhoods of Sr. This action constitutes the Approval Action for the 
ine | _ project for the purposes of CEQA, pursuant to Section 31.04(h) of the SF Administrative Code. 

20-0007 1-14-20 | AGM Infrastructure _ Adopt a Resolution authorizing the GM to execute a Second Amendment to the employment 

i | Employment Contract — contract for the position of AGM for Infrastructure, with Kathryn How, pursuant to Charter 
Second Amendment Section 8b.126(b), to (1) extend the term of the contract by two years to January 2022, (2) 
| | | | provide a two percent (2%) base wage increase, and (3) update contract terms. 

20-0008 1-14-20 PRO.0138 A&C Approve the selection of HDR Engineering, Inc. (HDR) and AECOM Technical Services, Inc. 
(AECOM); award Agreements Nos. PRO.0138A & C, Engineering Services for Dams and 
Reservoirs, to HDR (PRO.0138A) and AECOM (PRO.0138C), to provide planning and specialized 
engineering design services; and authorize the GM to negotiate and execute two professional 
services agreements, each in an amount not-to-exceed $11,000,000 and each with a duration of 
11 years, subject to BOS approval pursuant to Charter Section 9.118. 

20-0009 1-14-20 WD-2739 Approve the plans and specifications, and award Contract No. WD-2739, Pavement Renovation, 

| Sewer Replacement, and Water Main Replacement on Castro St. and 26th St., in the amount of 
$14,919,291, with a duration of 730 consecutive calendar days, to the responsible bidder 
submitting the lowest responsive bid, Cratus Inc., to replace and install approximately 15,600 
feet of ductile iron water conveyance pipe and ancillary water service pipe, replace and install 
approximately 4,500 feet of sewer pipe, construct curb ramps, and perform pavement 
restoration work. This action constitutes the Approval Action for the project for the purposes of 
CEQA, pursuant to Section 31.04(h) of the SF Administrative Code. 

20-0010 1-14-20 WW-687 Approve the plans and specifications, and award Contract No. WW-687, Force Main 
Rehabilitation at Embarcadero and Jackson, in the amount of $5,986,222, with a duration of 630 
consecutive calendar days, to the responsible bidder submitting the lowest responsive bid, Anvil 
Builders, Inc., to rehabilitate a portion of the existing North Shore Force Main; and approve the 
terms and conditions and authorize the GM to execute a permit with Hudson One Ferry 
Operating, L.P. as Permittor, and the SFPUC as Permittee, allowing the SFPUC to enter and use 
Seawall Lot 351 for construction activities related to the Project, with a total permit fee not to 
exceed $535,000 and a total term of up to 20 months. 

20-0011 1-14-20 Power Enterprise Conditionally approve the issuance of up to $3,065,395,000, inclusive of the proposed 
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20-0012 


20-0013 


20-0014 


20-0015 


20-0016 


20-0017 





1-14-20 


1-14-20 


1-14-20 


1-28-20 


1-28-20 


Revenue Bonds 


_ California Climate 


Investments Fire 
Protection Grant 


_ WSA for One Vassar 


Project 


No-Fee, Five Year 
Revocable License to 


_ Tuolumne County 


(Radio Repeaters and 
Antennas) 


_ WD-2760 


| WW-632 


$2,500,000,000 acquisition cost and other acquisition-related costs and bond financing costs, of 
Power Enterprise Revenue Bonds to acquire certain PG&E Company electric distribution and 
transmission assets to provide affordable, safe, and reliable electric service throughout the 
CCSF, subject to the future satisfaction of six specified conditions, including future, additional 
approvals by this Commission and the BOS. 

Retroactively authorize the AGM of the Water Enterprise to apply for a California Climate 
Investments Fire Protection Grant from the CA Department of Forestry and Fire Protection, in 
the amount of $366,881, to conduct a fuel break project between Priest Reservoir and the 
Moccasin Powerhouse in Tuolumne Co.; and authorize the GM to seek approval from the Board 
of Supervisors to accept and expend the grant, if awarded. This action constitutes the Approval 
Action for the project for the purposes of the CEQA, pursuant to Section 31.04(h) of the SF 
Administrative Code. 

Approve the Water Supply Assessment for the proposed One Vassar Project to construct new 
buildings at 400 Second St. and 657 Harrison St. and a vertical addition to the existing building 
at 645 Harrison Street, pursuant to the State of CA Water Code Section 10910 et seq., CEQA 


Section 21151.9, and CEQA Guidelines Section 15155 


Approve the terms and conditions of, and authorize the GM to execute, a no-fee, five-year 
revocable license to replace an existing license with Tuolumne Co. to use approximately 41 
cubic feet within a SFPUC building, and use space on two existing appurtenant radio antenna 
towers on SFPUC Parcel No. 187-1 in Tuolumne Co., for operation and maintenance of four 
existing radio repeaters and five antennas used for emergency services communications 
throughout Tuolumne and Calaveras Counties, and waiving the requirements of Section 5.3.1 of 
the SFPUC Real Estate Guidelines for this license. . 

Approve an increase of 611 consecutive calendar days to the existing contract duration 
contingency for Contract No. WD-2760, 12-Inch and 8-Inch DIM Replacement, Sewer 
Replacement and Pavement Renovation on Waller St. and Various Side Sts; and authorize the 
GM to approve future modifications to the contract for a total revised contract duration of up 
to 1,116 consecutive calendar days, with no change to the contract amount. 

Accept work performed by Monterey Mechanical Co. for Contract No. WW-632, SEP Existing 
Digester Gas Handling Improvements, for a total contract amount of $10,996,642, and a total 
contract duration of 790 calendar days; and authorize final payment to the contractor. 


Accept work performed by Cal State Constructors, Inc. for Contract No. WW-642, SEP Gas 


: Holder Evacuation System, fora total contract amount of $3,556,700 and a total contract 
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20-001 5 122920 
20-0019 = 1-28-20 
20-0020 | 1-28-20 
20-0021 1-28-20 
20-0022 1-28-20 
20-0023 1-28-20 


| WW-644 


WW-683R 


SFPUC Onsite Water 
Reuse Grant Program 
Rules Modifications 


MOU with Port of SF 
Pier 70 Development 


C5 Children’s School 
License Agreement 
Amendment 1 


CS-344 

Amendment 2 
Amendment 1 
Retroactive Approval 


duration of 660 consecutive calendar days; and authorize final payment to the contractor. 
Approve an increase of 621 consecutive calendar days to the existing contract duration 


| contingency for Contract No. WW-644, As-Needed Sewer Sealing; and authorize the GM to 


approve future modifications for a total revised contract duration of up to 1,825 consecutive 
calendar days, with no change to the contract amount. 


_ Approve an increase in the amount of $1,000,000 to the existing contract cost contingency and 


an increase of 210 consecutive calendar days to the existing duration contingency for Contract 


No. WW-683R, Sansome, 5", 6 (North), and Division St. Combined Sewer Discharge 


Rehabilitation and Backflow Prevention; and authorize the GM to approve future modifications 
to the contract for a total contract amount of up to $6,397,799 and a total contract duration of 
up to 441 consecutive calendar days. 

Approve modification of the SFPUC’s Onsite Water Reuse Grant Program Rules to double the 
amount of grant funding for eligible projects as follows: (1) projects that replace at least 
450,000 gallons of SFPUC water per year would be eligible for up to $200,000 instead of 
$100,000, (2) projects that replace at least 1,000,000 gallons of SFPUC water per year would be 
eligible for up to $500,000 instead of $250,000, and (3) projects that replace at least 3,000,000 
gallons of SFPUC water per year would be eligible for up to $1 million instead of $500,000 in 
grant funds. 

Authorize the GM to execute a MOU between the Port of SF and the SFPUC, for the SFPUC to 
provide temporary electric service during construction for the Pier 70 Development and Pier 70 
end users from the Port’s primary metered service in Building 102 located on 20" Street, for a 
total cost to the SFPUC not-to-exceed $500,000. 

Approve the terms and conditions of, and authorize the GM to execute Amendment No. 1 to 
the License Agreement dated March 15, 2012 with C5 Children’s School, extending the term by 
five years for a total term of 13 years, to continue to use approximately 9,518 square feet of 
ground floor space plus approximately 1,652 square feet of enclosed exterior space for a 
childcare facility at 525 Golden Gate Avenue, for a $1 annual fee and waiving for purposes of 
this License the requirements of Section 5.3.2 of the Commission’s Real Estate Guidelines. 
Approve Amendment No. 2 and retroactively approve Amendment No. 1 to Agreement No. CS- 
344, Power Scheduling Coordination and Related Support Services, with APX Inc., to allow for 
the processing of the CA Independent System Operator power transmission service charges; 
and authorize the GM to execute this amendment, increasing the agreement amount by 
$42,000,000 for a total not-to-exceed agreement amount of $149,900,000, and extending the 
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20-0024 1-28-20 


20-0025 2-11-20 


20-0026 2-11-20 


20-0027 fel ESAS, 


20-0028 2-11-20 


20-0029 2-11-20 


Green Infrastructure 
Grant to Archdiocese 
of SF (St. Thomas More 
School) 


_WD-2854B 


WW-606R2 


- WW-689(E) 


DB-129.1 


- PRO.01388 


agreement duration by two years, for a total duration of seven years, subject to the Board of 
Supervisors approval pursuant to Charter Section 9.118. 

Approve the award of a Green Infrastructure Grant in the amount of up to $1,118,958 to the 
Archdiocese of SF Parish and School Juridic Persons Real Property Support Corporation (RPSC) 
to design, and if the project proceeds, construct stormwater management features at the St. 
Thomas More School located at 50 Thomas More Way; and authorize the GM to execute a 
Green Infrastructure Grant Agreement with RPSC for a duration of 20 years. 

Approve the plans and specifications, and award Contract No. WD-2854B, 525 Golden Gate 
Ave. Tower Access and Fall Protection in the amount of $1,480,025, and with a duration of 180 
consecutive calendar days to the responsible bidder submitting the lowest responsive bid, Pilot 
Construction Management Inc., to install fall protection and access improvements within the 
Wind Tower located in front of the SFPUC Headquarters. 

Accept work performed by Trinet Construction, Inc. for Contract No. WW-606R2, Oceanside 
Water Pollution Control Plant Door and Building 930 Exterior and Awning Improvements, for a 
total contract amount of $4,187,382 and a total contract duration of 932 consecutive calendar 
days; and authorize final payment to the Contractor. 

Accept work performed by Monterey Mechanical Co. for Contract No. WW-689(E), Oceanside 
Water Pollution Control Plant Facility Ventilation System Repairs; approve Modification No. 2 
(Final), increasing the contract amount by $66,186 for a total contract amount of $2,882,303, 
and increasing the contract duration by 163 calendar days, for a total contract duration of 403 
calendar days; and authorize final payment to the Contractor. 

Approve the plans and specifications, and award Contract No. DB-129.1 Bay Corridor 
Transmission & Distribution — Phase 2 (2019) North, in the amount of $24,058,409, and with a 


_ duration of 396 consecutive calendar days, to the responsible bidder submitting the lowest 


responsive bid, Mitchell Engineering, to install electrical conduits, electrical vaults, and fire 
suppression pipelines on the Terry Francois Blvd. between Mission Rock St. and Warriors Way. 
This action constitutes the Approval Action for the project for the purposes of CEQA, pursuant 
to Section 31.04(h) of the SF Administrative Code. 

Approve the selection of GEI Consultants, Inc. (GEl); award Agreement No. PRO.0138B, 
Engineering Services for Dams and Reservoirs, to GEI, to provide planning and specialized 
engineering design services; and authorize the GM to negotiate and execute the professional 
services agreement, in an amount not-to-exceed $11,000,000 and with a duration of 11 years, 
subject to Board of Supervisors approval pursuant to Charter Section 9.118. 
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20-0030 2-11-20 


Purchase and Sales 


_ Agreement Manzano 


Property LLC 


20-0031 2-11-20. Two-Year Capital 


20-0032 2-11-20 


20-0033 2-11-20 
20-0034 2-11-20 


20-0035 2-11-20 


Budgets 


10-Year Capital Budget 


10-Year Financial Plan 


Biennial Operating and 
Programmatic Budgets 


MOU with CCSF Real 
Estate Division — 49 
South Van Ness 


Adopt a finding declaring as “exempt surplus land” portions of the unimproved property owned 
by the CCSF, under the jurisdiction of the SFPUC, in Sunnyvale, Santa Clara County, commonly 
known as a portion of Manzano Way, Assessor’s Parcel No. 104-28-069 (the Existing Street) and 
declaring as “surplus land” portions of Assessor’s Parcel No. 104-28-066 (Parcels 1 and 2); and 
recommend that, subject to and following the City’s satisfaction of applicable requirements 
under the State Surplus Lands Act (Cal. Gov't Code Sec. 54220 et seq.), the BOS authorize the 
City’s Director of Property to execute a quitclaim deed conveying the Existing Street to the City 
of Sunnyvale free of charge, and authorize the GM to execute a Purchase and Sale Agreement 
with Manzano Property LLC to convey Parcels 1 and 2 for $1,100,000. 

Adopt the SFPUC Two-Year Capital Budget consisting of $435,699,986 for FY 2020-21 and 
$835,878,748 for FY 2021-22; authorize the GM to seek BOS approval for (1) de-appropriation 
of $3,528,113 in Revenue Funded Water Capital Projects, (2) de-appropriation and re- 
appropriation of $15,324,167 in Water Capital Projects, (3) de-appropriation and re- 
appropriation $391,415,748 Wastewater Capital Projects, and (4) de-appropriation and re- 
appropriation of $341,001 in Revenue Funded Power Capital Projects; and authorize the GM to 
seek BOS approval for the issuance of (1) $370,762,889 aggregate principal amount of Water 
Revenue Bonds and other forms of indebtedness, including commercial paper and State 
Revolving Fund (SRF) loans, (2) $387,719,556 aggregate principal amount of Wastewater 
Revenue Bonds and other forms of indebtedness, including commercial paper and SRF loans, 
and (3) $142,970,073 aggregate principal amount of Power Revenue Bonds and other forms of 
indebtedness, including commercial paper and loans, subject to the terms of Charter Sections 
9.107(6) and 9.107(8). 

Adopt the SFPUC 10-Year Capital Plan for FY 2020-21 through FY 2029-30 totaling 
$8,995,702,530. 

Adopt the SFPUC 10-Year Financial Plan for FY 2020-21 through FY 2029-30. 

Discussion and possible action to (1) adopt the SFPUC Biennial Operating Budget in the amount 
of $1,215,751,380 for FY 2020-21 and $1,278,558,764 for FY 2021-22, (2) adopt the Biennial 
Programmatic Project Budget in the amount of $63,906,591 for FY 2020-21 and $54,318,280 
for FY 2021-22, and (3) appropriate operating revenue funds for capital projects in the amount 
of $169,563,500 for FY 2020-21 and $182,038,390 for FY 2021-22. 

Authorize the GM to execute a MOU with the Real Estate Division of the CCSF (RED) to allow the 
SFPUC to install a photovoltaic solar energy system at a cost of $500,000 at a new building RED 
is constructing at 49 South Van Ness Ave., and set forth the terms and conditions under which 
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20-0036 
20-0037 


20-0038 


20-0039 


20-0040 


20-0041 


20-0042 


2-25-20 


2-25-20 


2-25-20 


2-25-20 


DOTS 


Closed Session 
HH-997E 


_ PRO.0029 
Amendment 3 


PRO.0160.A-D 


WD-2668 
WW-634 


| WW-678 


SFPUC will own, operate, and maintain the solar facility for a term of 25 years. 
Jennifer Roldan v. City and County of San Francisco 


Accept work performed by Sierra Mountain Construction, Inc. for Contract No. HH-997E, 
Emergency Repairs to Hetch Hetchy Water and Power Facilities Following the March 2018 
Storm Event — Phase 1; for a total contract amount of $2,863,870 and a total contract duration 
of 495 calendar days; and authorize final payment to the contractor. 

Approve Amendment No. 3 to Agreement No. PRO.0029, Project Pull Internship Program, with 
the Japanese Community Youth Council, to continue providing administrative services and 
technical assistance for the Project Pull Internship Program; and authorize the GM to execute 
this amendment, increasing the agreement by $1,000,000 for a total contract amount not-to- 
exceed $4,300,000, with no change to the contract duration. 

Approve the selection of MCK Americas, Inc. (MCK), CPM Associates, Inc. and Carlson 
Management, Inc. Joint Venture (CPM-CMI JV), Environmental & Construction Solutions, Inc. 
and Design & Construction Management Services, Inc. Joint Venture (ECS-DCMS JV), and Mott 
MacDonald Group, Inc. and Dabri, Inc. Joint Venture (MM-Dabri JV); award Agreement Nos. 
PRO.0160.A-D, As-Needed Construction Management Services, to MCK (PRO.0160.A), CPM-CMI 
JV (PRO.0160.B), ECS-DCMS JV (PRO.0160.C), and MM-Dabri JV (PRO.0160.D), to provide 
construction management services for SFPUC construction projects on an as-needed basis; and 
authorize the GM to negotiate and execute four professional services agreements, each with a 
not-to-exceed amount of $4,000,000 and each with a duration of five years. 

Approve an increase of $2,000,000 to the existing contract cost contingency, and an increase of 
365 consecutive calendar days to the existing contract duration contingency, for Contract No. 
WD-2668, Regional Groundwater Storage and Recovery; and authorize the GM to approve 
future contract modifications for a total contract amount of up to $64,578,678 and a total 
contract duration of up to 2,162 consecutive calendar days. 

Approve an increase of $118,518 to the contract cost contingency, and an increase of 151 
consecutive calendar days to the contract duration contingency, for Contract No. WW-634, 
Various Locations Sewer Replacement and Pavement Renovation No. 3; and authorize the GM 
to approve future modifications to the contract for a total contract amount of up to $7,614,819 
and a total contract duration of up to 690 consecutive calendar days. 

Approve the plans and specifications, and award Contract No. WW-678, Various Locations 
Sewer Replacement No. 7, in the amount of $2,408,049, and with a duration of 365 consecutive 


calendar days, to the responsible bidder submitting the lowest responsive bid, Michael — 
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20-0043 2-25-20 


20-0044 Wos5H0 


20-0045 2-25-20 


20-0046 2-25-20 


20-0047 2-25-20 


- WW-696 


MOUs with Port of SF 
(Pier 23 and 
Roundhouse 2) 


GI Grant Program 


- Guidelines 


Modification 


PRO.0166 


DB-130 


O'Shaughnessy Construction, Inc., to replace existing sewers in the City of SF. This action 
constitutes the Approval Action for the project for the purposes of CEQA, pursuant to Section 


_31.04(h) of the SF Administrative Code. 


Approve the plans and specifications, and award Contract No. WW-696, Cargo Way Flush Line, 
in the amount of $4,486,280, and with a duration of 400 consecutive calendar days to the 
responsible bidder submitting the lowest, responsive bid, JMB Construction, Inc. to construct a 
new force main (or flush line) that conveys effluent water from the existing Islais Creek Booster 
Pump Station into an existing sewer located in Cargo Way, near Mendell St. This action 
constitutes the Approval Action for the project for the purposes of CEQA, pursuant to Section 
31.04(h) of the SF Administrative Code. 

Authorize the GM to execute two Memoranda of Understanding with the Port of San Francisco 
for the temporary use of approximately 87,363 square feet of shed and warehouse space at Pier 
23 and approximately 7,350 square feet of office space at the Roundhouse 2 (Port Seawall Lot 
318) by the Power Enterprise’s Utility Field Services Division for an initial total combined annual 
rent of $2,104,637.40, with 3% annual increases thereafter. This action constitutes the Approval 
Action for the project for the purposes of CEQA, pursuant to Section 31.04(h) of the SF 
Administrative Code. 

Approve modification of the SFPUC’s Green Infrastructure Grant Program Guidelines to revise 
the timing and documentation requirements for disbursement of grant funds to grantees in 
four phases as follows: (1) up to 20% of total grant amount for planning and design, (2) 50% of 
the approved construction bid, (3) 40% of the approved construction bid, and (4) final payment 
of 10% of the approved construction bid. 

Approve the selection of Woodard & Curran/SRT Consultants Joint Venture (W&C/SRT JV); 
award Agreement No. PRO.0166, Water Resources Professional Services, to provide specialized 
and technical services for water resources management, conservation planning, and program 
support for the Water Resources Division of the Water Enterprise; and authorize the GM to 
negotiate and execute a professional services agreement with W&C/SRT JV for an amount not- 
to-exceed $4,000,000, and with a duration of five years. 

Approve the selection of Beta Engineering California, LP, a responsible bidder that submitted 
the lowest responsive bid; award Contract No. DB-130, Bay Corridor Transmission & 
Distribution - Phase 3 (2019), for an amount not to exceed $3,271,051 for pre-construction 
services, and with a duration of 153 consecutive calendar days for soil investigations and design 
of an electrical substation and distribution system; and if the Commission approves the Project, 
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20-0048 


20-0049 





20-0050 





2-25-20 


3-10-20 


3-10-20 


CleanPowerSF Rate 
Adjustment Formula 


CS-369.B 
Amendment 1 


JOC-58 
Modification 1 


increase the contract amount by not-to-exceed $56,668,949, with a total project duration of 
396 consecutive calendar days, for a total contract amount not to exceed $59,940,000, for 
construction of the electrical substation, installation of electrical cables and equipment, and 
installation of potable water supply pipelines. This action authorizes the GM to issue a Notice- 
to-Proceed for pre-construction services, but construction services will not be authorized under 
this agreement unless and until the required review under the California Environmental Quality 
Act (CEQA) is complete, and this Commission reviews and considers the CEQA determination 
and approves the proposed project. 

Public Hearing: Discussion and possible action to approve CleanPowerSF rate adjustment 
formula for the SFPUC Power Enterprise CleanPowerSF Program. The proposal authorizes the 
formulaic adjustment of current CleanPowerSF rates based on three criteria: (1) CleanPowerSF 
rates shall be within +/- 1% of comparable PG&E generation rates, (2) CleanPowerSF rates shall 
recover program costs, and (3) the rate adjustment does not increase a customer's generation 
component of their bill more than 10% from the rates adopted per Commission Resolution 18- 
0209. These formulaic adjustments would be triggered only by PG&E rate changes which result 
in existing CleanPowerSF rates being either (1) higher than or (2) more than 2% discounted from 
the equivalent PG&E rates. This action constitutes the Approved Action for the project for the 
purposes of CEQA, pursuant to Section 31.04(h) of the SF Administrative Code. 

Approve Amendment No. 1 to Agreement No. CS-369.B, Program Scheduling and Cost Control 
Staff Augmentation Services, with PMA Consultants LLC - Dabri Joint Venture, to provide 
program/project scheduling, Critical Path Method scheduling, forecasting, change control, cost 
controls, and cost estimating for capital improvement projects in the SSSIP, Water Enterprise 
CIP, and Hetch Hetchy CIP; and authorize the GM to execute this amendment, increasing the 
agreement amount by $2,250,000, for a total not-to-exceed amount of $7,000,000, and 
extending the agreement duration by two years, for a total duration of seven years. 

Approve Modification No. 1 to Job Order Contract, JOC-58, Micro-LBE Set Aside, General 
Building (B-License) for San Joaquin, Stanislaus and Tuolumne Counties, with Southwest 
Construction and Property Management, to complete ongoing facility and asset improvements, 
increasing the contract amount by $1,000,000 and the contract duration by 730 consecutive 
calendar days, for a total contract amount not-to-exceed $3,000,000, and a total contract 
duration of 1,825 consecutive calendar days, in accordance with SF Administrative Code 6.62. 
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20-0051 


20-0052 


20-0053 


20-0054 


20-0055 


20-0056 


3-10-20 


3-10-20 


3-10-20 


3-10-20 


3-10-20 


3-10-20 


PRO.0165 


WW-640 


CS-369.A 
Amendment 2 


DB-129.2 


PRO.0021 


Development 
Agreement Potrero 
Power Station Mixed- 
Use Project (CA Barrel 


Approve the selection of Eurofins Eaton Analytical, LLC; award Agreement No. PRO.0165, PUC 
As-Needed Lab Analytical, to provide reference laboratory testing of drinking water, 
wastewater, groundwater, soils, sediments, solids, hazardous waste, water and wastewater 
treatment chemicals, biosolids, and biota (tissue); and authorize the GM to negotiate and 
execute a professional services agreement with Eurofins Eaton Analytical, LLC for an amount 
not-to-exceed $4,500,000 and with a duration of five years. 

Accept work performed by Pipe and Plant Solutions, Inc. for Contract No. WW-640, As-Needed 
Sewer Cleaning and Inspection (FY17); approve Modification No. 4 (Final), decreasing the 
contract duration by 136 consecutive calendar days, for a total contract duration of 434 
consecutive calendar days with no change to the agreement amount; and authorize final 
payment to the Contractor. 

Approve Amendment No. 2 to Agreement No. CS-369.A, Program Scheduling and Cost Control 
Staff Augmentation Services, with ECS Inc., to provide program/ project scheduling, Critical Path 
Method scheduling, forecasting, change control, cost controls, and cost estimating for capital 
improvement projects in the SSIP, Water Enterprise CIP, and Hetch Hetchy CIP; and authorize 
the GM to execute this amendment increasing the agreement amount by $2,250,000, for a total 
not-to-exceed amount of $7,000,000, and extending the agreement duration by two years, for a 
total duration of seven years. 

Approve the plans and specifications, and award Contract No. DB-129.2, Bay Corridor 
Transmission & Distribution - Phase 2 (2019) South, in the amount of $29,280,870, and with a 
duration of 396 consecutive calendar days, to the responsible bidder submitting the lowest 
responsive bid, Anvil Builders, Inc. to install electrical conduits, electrical vaults, and potable 
water supply pipelines. This action constitutes the Approval Action for this project for the 
purposes of CEQA, pursuant to Section 31.04(h) of the SF Administrative Code 

Approve the selection of HDR Engineering, Inc.; award Agreement No. PRO.0021, HHWP 
Technical Services for San Joaquin Pipeline Program (Lines 1-4 Including Appurtenances) to 
provide engineering support to extend the life of the San Joaquin Pipeline System; and 
authorize the GM to negotiate and execute a professional services agreement with HDR 
Engineering, Inc. for an amount not-to-exceed $9,000,000, and with a duration of eight years. 
Authorize the GM to consent to the Development Agreement for the Potrero Power Station 
Mixed-Use Project at the approximately 29-acre site generally bound by 22nd St. to the north, 
the SF Bay to the east, 23rd St. to the south and Illinois St. to the west, between the CCSF and 
California Barrel Company, LLC, as it relates to matters under the SFPUC’s jurisdiction; and 
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lee 


20-0057 


20-0058 


20-0059 


20-0060 





20-0061 





20-0062 


3-10-20 


3-10-20 


4-14-20 


4-14-20 


4-14-20 


4-14-20 


Company) 


CS-911R 
Amendment 5 


Resolution Affirming 
SFPUC Support for 
Acquiring PG&E 
Company Electric 
Assets in San Francisco 


HH-980 


WD-2729 


-WW-651 


WD-2818 


the contract amount. _ 


adopt findings pursuant to the CEQA and a MMRP. 


Approve Amendment No. 5 to Agreement No. CS-911R, Construction Management Services, 
Calaveras Dam Replacement Project, with Black and Veatch Corporation, to provide ongoing 
construction management support during completion of construction and close-out of the Fish 
Passage Facility Project and close-out of the Calaveras Dam Replacement Project; and authorize 
the GM to execute this Amendment No. 5, increasing the duration by nine months, for a total 
not-to-exceed agreement duration of 10 years and five months, with no change to the 
agreement amount. 

Adopt resolution affirming the SFPUC’s support for acquiring PG&E Company electric assets in 
SF, so that SFPUC can provide affordable, reliable, safe public power service to all customers in 
the CCCSF, and confirm that before finalizing the acquisition, the SFPUC would have sufficient 
information to find that ongoing service by the City would be consistent with SFPUC policies on 
financial stability, support for utility workforces, community and worker safety, climate change 
prevention and mitigation, affordability and equity, operational excellence, and improved 
service to City Departments. 

Accept work performed by K.W. Emerson, Inc. for Contract No. HH-980, Lower Cherry Aqueduct 
Rehabilitation, for a total contract amount of $2,834,145, and a total contract duration of 393 
consecutive calendar days; and authorize final payment to the contractor. 


Approve an increase of 429 calendar days to the contract duration contingency for Contract No. 
WD-2729, Fish Passage Facilities within the Alameda Creek Watershed, a sub-project of the 
Calaveras Dam Replacement Project; and authorize the GM to approve future modifications to 
the contract for a total contract duration of up to 1,718 consecutive calendar days, with no 
change to the contract amount. 

Approve an increase of 145 calendar days to the contract duration contingency for Contract No. 
WW-651, Griffith Pump Station Improvements, with Western Water Contractors, Inc.; and 
authorize the GM to approve future modifications to the contract for a total contract duration 
of up to 1,020 consecutive calendar days, with no change to the contract amount. 


Approve an increase of 306 calendar days to the existing contract duration contingency for 
Contract No. WD-2818, Sunol Valley Water Treatment Plant SCADA Server Room, with Integra 
Construction Services, Inc.; and authorize the GM to approve future modifications to the 
contract for a total contract duration of up to 652 consecutive calendar days, with no change to 
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20-0063 4-14-20 HH-993 ; Accept work performed by Sierra Mountain Construction, Inc. for Contract No. HH-993, Early 
| Intake Switchyard Slope Hazard Mitigation Project; approve Modification No. 1 (Final), 
decreasing the contract amount by $49,280, for a total contract amount of $1,041,960; and 
authorize final payment to the contractor. 


20-0064 4-14-20 | WD-2794A Approve an increase of 215 consecutive calendar days to the existing contract duration 
| contingency for Contract No. WD-2794A, Sunol Long Term Improvements Sunol Yard, with S.J. 
| Amoroso Construction Co., Inc.; and authorize the GM to approve future modifications to the 
contract for a total contract duration of up to 1,201 consecutive calendar days, with no change 
to the contract amount. 
20-0065 4-14-20 WD-2855 Accept work performed by Sukut Construction, LLC for Contract No. WD-2855, Turner Dam 
| Spillway and Pond F3 East Erosion Repair Project; approve Modification No. 3 (Final), decreasing 
the contract amount by $94,656 for a total contract amount of $1,487,454, and increasing the 
contract duration by 22 days for a total contract duration of 232 consecutive calendar days; and 
| authorize final payment to the contractor. 

20-0066 4-14-20 WW-570 Approve an increase of 625 consecutive calendar days to the existing contract duration 
contingency for Contract No. WW-570, Oceanside Water Pollution Control Plant and Westside 
Pump Station HVAC Upgrades; and authorize the GM to approve future modifications to the 
contract for a total revised contract duration of up to 1,345 consecutive calendar days, with no 
change to the contract amount. 

20-0067 4-14-20 WW-633 Accept work performed by Shaw Pipeline, Inc. for Contract No. WW-633, Various Locations 
Sewer Replacement No. 2; approve Modification No. 9 (Final), decreasing the contract amount 
by $113,868, for a total contract amount of $7,218,710, and authorize final payment to the 
contractor. 


20-0068 4-14-20 CS-1053 Approve Amendment No. 2 to Agreement No. CS-1053, Interpretive and Archaeological 

Services, with the Muwekma Ohlone Tribe, to assist with archaeological monitoring of 
construction activities at the Alameda Creek Watershed Center site, removal of human remains 
exposed due to construction activities at the Center site, and the development of interpretive 
exhibits and education programs for the Center; and authorize the GM to execute this 
amendment increasing the agreement amount by $150,000, for a total not-to-exceed 
agreement amount of $508,000, and with a time extension of three years, for a total agreement 
duration of seven years, eight months. 
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20-0069 


20-0070 


20-0071 


20-0072 


20-0073 


4-14-20 


4-14-20 


4-28-20 


4-28-20 


4-28-20 


WW-694 


March 2020 Revised 
WSIP 


PRO.0129 


WD-2616 


WD-2781 


Approve the plans and specifications, and award Contract No. WW-694, Lincoln Way/48th Ave 
Diversion Structure Modification, in the amount of $967,980 and with a duration of 90 
consecutive calendar days, to the responsible bidder submitting the lowest responsive bid, 
Marinship Development Interest, LLC, to modify the existing sewer diversion junction structure 
at the intersection of Lincoln Way and 48th Avenue in the CCSF. This action constitutes the 
Approval Action for the project for the purposes of CEQA, pursuant to Section 31.04(h) of the SF 
Administrative Code. 

Approve the March 2020 Proposed Revised Water System Improvement Program (WSIP), 
which would extend the completion dates of five WSIP projects and the overall program 
completion date of WSIP from December 20, 2021 to May 5, 2023, and direct staff to send a 
Notice of Change Report to the State Water Resources Control Board and the Alfred E. Alquist 
Seismic Safety Commission in compliance with Water Code Section 73500 et seq. 

Approve Amendment No. 2 to Agreement No. PRO.0129, Construction Contract Audit and 
Project Consulting Services, with PMA Consultants, LLC to provide compliance and performance 
audits on construction safety in Hetch Hetchy Capital Improvement Projects; and authorize the 
GM to execute this amendment, increasing the contract duration by two years for a total 
duration of three years and one month, with no change to the contract amount. 

Approve the plans and specifications, and award Contract No. WD-2616, 8-Inch Ductile Iron 
Water Main Replacement on Baker St. from Geary Blvd. to Broadway St. and on Sutter St. from 
Divisadero St. to Presidio Ave., in the amount of $3,701,180, with a duration of 525 consecutive 
calendar days, to the responsible bidder that submitted the lowest responsive bid, M Squared 
Construction, Inc. This Action constitutes the Approval Action for the project for the purposes of 
CEQA, pursuant to Section 31.04(h) of the SF Administrative Code. This project is not designated 
as an Essential Infrastructure project under the March 31, 2020 Shelter in Place Order; this 
authorization therefore allows the contract to be executed but no field work may proceed at 
this time under the applicable City and State directives, including without limitation the Order. 


Accept work performed by M. Hernandez Construction, Inc. (dba: Hernandez Engineering), for 


_ Contract No. WD-2781, 8-inch Ductile lron Water Main Replacement, Sewer Replacement, 


Pavement Renovation on Russia Ave., Prague St. and Various Side Sts.; approve Modification 
No. 2 (Final), decreasing the contract amount by $84,499 for a total contract amount of 
$5,629,359, and increasing the contract duration by 424 consecutive calendar days, for a total 
contract duration of 1,069 consecutive calendar days; and authorize final payment to the 
contractor. 
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20-0074 


20-0075 


20-0076 


20-0077 


20-0078 


"4-28-20 


4-28-20 


4-28-20 


4-28-20 


4-28-20 


WW-611 


WW-679 - 


CUW35201 


Approve an increase of $$50,000 to the existing contract cost contingency, for Contract No. 
WW-611, Cutler Avenue, Lower Great Hwy, Sloat Blvd. and Wawona St. Sewer Replacement; 
and authorize the GM to approve future modifications to the contract for a total contract 
amount of up to $2,413,669, with no change to contract duration. This project is currently 
stopped since it is not designated as an Essential Infrastructure project under the March 31, 
2020 Shelter in Place Order. This authorization is only for an increase in contingency to 
compensate the contractor for additional quantities and no field work is permitted to proceed 
under the applicable City and State directives, including without limitation the Order. 

Accept work performed by Shaw Pipeline, Inc. for Contract No. WW-629, Various Locations 
Sewer Replacement and Pavement Renovation No. 1; approve Modification No. 8 (Final), 


- decreasing the contract amount by $293,637 for a total contract amount of $7,896,069, and a 
_ total contract duration of 663 consecutive calendar days; and authorize final payment to the 


contractor. 


Approve the plans and specifications, and award Contract No. WW-679, Various Locations 
Sewer Replacement No. 8, in the amount of $4,412,862, and with a duration of 425 consecutive 
calendar days to the responsible bidder submitting the lowest responsive bid, Precision 
Engineering, Inc. to replace existing sewers on specified streets in the City and County of SF, 
provided that no field work may proceed and NTP shall not issue until allowed under applicable 
City and State directives, including without limitation the SF Health Officer’s March 31, 2020 
Shelter in Place Order. This action constitutes the Approval Action for the project for the 
purposes of CEQA, pursuant to Section 31.04(h) of the SF Administrative Code. 

Approve Project No. CUW35201, Alameda Creek Recapture Project; adopt the required CEQA 
Findings, including a Statement of Overriding Considerations, and the MMRP; and authorize the 
GM to implement the Project, in compliance with the Charter and applicable law, and subject to 
subsequent Commission action and Board of Supervisors approval, where required. 


Approve Project No. 10014227 Bay Corridor Transmission and Distribution Project; and 
authorize the release of the remaining $56,668,701 in funding for construction for Contract No. 
DB-130 Bay Corridor Transmission and Distribution — Phase 3, provided that such funding may 
only be expended at this time for procurement of long lead items in accordance with the 
Shelter in Place Order and City Administrator guidance. This action authorizes a second NTP for 
equipment purchase only, and no construction. The City Administrator has authorized this 
limited portion of the work on this project to proceed at this time under the “Essential 
Infrastructure” exception to the City’s March 31, 2020 Shelter in Place Order. This action 
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20-0079 4-28-20 
20-0080 4-28-20 
20-0081 4-28-20 
20-0082 4-28-20 
20-0083 5-12-20 


PRO.0078 
Amendment 1 


Purchase & Sales 
Agreement (Driscoll 
Ranch) 


Electric Generation 


_ Tariff (Green Tariff) 


Green Infrastructure 
Grant (Lycee Francias 
de San Francisco) 


HH-1001 


constitutes the Approval Action for the project for the purposes of CEQA, pursuant to Section 
31.04(h) of the SF Administrative Code. 


Approve Amendment No. 1 to Agreement No. PRO.0078, Helicopter Services for HHWP, with 
A&P Helicopters, Inc., to provide continued use of helicopter services for aerial inspection of 
transmission towers and lines; transport for emergency response and equipment to inaccessible 
areas; 'short haul' transport of personnel for training and other as-needed flights; and authorize 
the General Manager to execute this amendment, extending the contract duration by three 
years, for a total agreement duration of six years, with no change to the agreement amount. 


Approve the terms and conditions of and authorize the General Manager to execute a Purchase 
and Sale Agreement for Real Estate in the amount of $1,227,500 for the purchase of 
approximately 164.5 acres of agricultural land commonly known as the Driscoll Ranch in an 
unincorporated area in Alameda Co., CA, from Walter A. Starr, Ill, as successor trustee for each 
of the Allan M. Starr Trust and the Allan M. Starr Family Trust. 

Adopt a new, optional electric generation tariff for Hetch Hetchy Power customers called a 
“sreen tariff” that qualifies as renewable energy generation under CA’s Renewable Portfolio 
Standard regulations. This “green tariff” would be voluntary, requiring customers to opt in, and 
be made available for a premium charge on top of the customer’s otherwise applicable existing 
rate. This action constitutes the Approval Action for the project for the purposes of CEQA, 
pursuant to Section 31(h) of the SF Administrative Code. 

Approve the award of a Green Infrastructure (GI) Grant in the amount of up to $480,958 to 
Lycee Francais de San Francisco (LFSF) to design, and if following completion of environmental 
review the project proceeds and the Commission authorizes disbursement of grant funds for 
construction, construct stormwater management features at the LFSF Ortega Campus located at 
1201 Ortega St., and authorize the GM to execute a GI Grant Agreement with LFSF for a 
duration of 20 years. 

Approve the plans and specifications, and award Contract No. HH-1001, Moccasin Reservoir 
Perimeter Security Fence, in the amount of $1,364,290 and with a duration of 253 consecutive 
calendar days, to the responsible bidder submitting the lowest responsive bid, Mountain 
Methods, Inc. This action constitutes the Approval Action for the project for the purposes of the 
CEQA , pursuant to Section 31.04(h) of the SF Administrative Code. 
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20-0084 


20-0085 


20-0086 


20-0087 


20-0088 


9712-20 


Peg 0 


5-12-20 


5-12-20 


5-12-20 


_ WW-667 


CS-192A&B 


GS=310: 


_CS-382A 


PUC.PRO.0112 


Approve an increase of 282 calendar days to the existing contract duration contingency for 
Contract No. WW-667, Mariposa Dry Weather Pump Station Improvements; and authorize the 
GM to approve future modifications to the contract for a total revised contract duration of up 
to 1,140 consecutive calendar days, with no change to the contract amount. 


with Erik Kollgaard (CS-192A) and I.M. Idriss (CS-192B), to continue to provide independent 


- technical expertise for the Calaveras Dam Replacement Project during the Calaveras Reservoir’s 
_ initial water fill period; and authorize the GM to execute these amendments, increasing each 


agreement duration by nine months, for a total duration of nine years, eight months per 
agreement, with no change to the agreements’ amounts. 

Approve Amendment No. 2 to Agreement No. CS-310, Electronic Bill Presentment and Payment 
Services, with KUBRA Data Transfer, Ltd.; and authorize the GM to execute this amendment, 
extending the agreement duration by four years, for a total agreement duration of nine years, 
and increasing the contract amount by $900,000 for a total agreement amount of $1,900,000, 
to continue providing various options for electronic bill presentment and payment and related 
services, including on-line, mobile, interactive voice response systems, and e-Cash payments to 
San Francisco Public Utilities Commission customers. 

Approve Amendment No. 3 to Agreement No. CS-382A, Calaveras Dam Technical Advisory 
Panel, with Gabriel Fernandez, to continue to provide independent technical expertise in 
connection with the Calaveras Dam Replacement Project during the Calaveras Reservoir’s initial 
water filling period; and authorize the GM to execute this amendment increasing the 
agreement duration by nine months, for a total duration of six years, eleven months, and nine 
days, with no change to the agreement amount. 

Approve the selection of Bureau Veritas North America, Inc. (Bureau Veritas), the sole 
respondent to the Request for Proposals; award Agreement No. PUC.PRO.0112, As-Needed 
Inspection, Testing, and Surveillance Services, to provide services for the SFPUC’s Engineering 
Management Bureau in the support of Infrastructure projects; and authorize the GM to 
negotiate and execute a professional services agreement with Bureau Veritas for an amount 
not-to-exceed $3,000,000 and with a duration of five years. 
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20-0089 


20-0090 


20-0091 
Rescinded by 
20-0126 
(6/9/20) 


20-0092 
20-0093 
20-0094 


20-0095 


20-0096 


5-12-20 


5-12-20 


5-12-20 


5-12-20 
5-12-20 
5-26-20 


5-26-20 


5-26-20 


Green Infrastructure 
Grant (Holy Trinity 
Greek Orthodox 
Church) 


Green Infrastructure 
Grant (SFUSD Bessie 
Carmichael Middle 
School) 


_ Water Supply 


Assessment San 
Francisco Gateway 
Project 


Unlitigated Claim 
Lawsuit Settlement 
WD-2713 


WW-637 


WW-686 


Approve the award of a Green Infrastructure (GI) Grant to Holy Trinity Greek Orthodox Church 
to fund the design, and if the Commission authorizes the project to proceed following 
completion of environmental review, fund the construction of stormwater management 
features at 999 Brotherhood Way in SF, for a total grant amount of up to $1,577,161; and 
authorize the GM to execute a GI Grant Agreement with Holy Trinity for a duration of 20 years, 
and disburse up to $303,750 in grant funds to Holy Trinity at this time solely for planning and 
design (pre-construction) activities. 

Authorize the disbursement of $358,075 in remaining grant funds under the Green 
Infrastructure Grant awarded to the SFUSD on October 8, 2019 by Commission Resolution No. 
19-0194 to construct stormwater management features at Bessie Carmichael Middle School in 
SE: 


Approve the Water Supply Assessment for the proposed SF Gateway Project which would 
construct two new mixed-use production, distribution, and repair buildings at 749 Toland Street 
and 2000 McKinnon Street in the Bayview Hunters Point Plan area, pursuant to the State of 
California Water Code Section 10910 et seq., CEQA Section 21151.9, and CEQA Guidelines 
Section 15155. 


State Farm Insurance Company v. City and County of San Francisco 
Sandra Hernandez, et al., v. City and County of San Francisco 


Accept work performed by Anvil Builders, Inc., for Contract No. WD-2713, 48-Inch Diameter 
Water Main Replacement on Putnam St. from Peralta to Cortland Aves; approve Modification 
No. 4 (Final), increasing the contract amount by $354,081 for a total contract amount of 
$5,615,202, and increasing the contract duration by 117 consecutive calendar days, for a total 
contract duration of 512 consecutive calendar days; and authorize final payment to the 
contractor. 

Accept work performed by Shaw Pipelines, Inc. for Contract No. WW-637, Various Locations 
Sewer Replacement and Pavement Renovation No. 5; approve Modification No. 3 (Final), 
increasing the contract amount by $133,286 for a total contract amount of $4,393,631, anda 
total contract duration of 554 consecutive calendar days; and authorize final payment to the 
contractor. 

Approve an increase in the amount of $3,682,329 to the existing contract cost contingency, and 
an increase of 50 calendar days to the existing contract duration contingency, for Contract No. 
WW-686, As-Needed Spot Sewer Replacement No. 38; and authorize the GM to approve future 
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20-0097 5-26-20 
20-0098 5-26-20 
20-0099 5-26-20 
20-0100 BBO 
20-0101 5-26-20 
20-0102 5-26-20 
to 

20-0121 


_WW-695 


Hetch Hetchy Power 
Enterprise General Use 
Municipal Electricity 


Service Rates for FYs 


2020-21 and 2021-22 


Temporary Emergency 
Customer Assistance 
Program for COVID-19 
Relief Program 


MOU 
(Mission Rock Special 
Use District) 


MOU 
(Pier 70 Special Use 
District) 


Closed Session 


modifications to the contract for a total contract amount of up to $13,808,734 and a total 
contract duration of up to 490 consecutive calendar days. 


Approve an increase of $174,740 to the existing contract cost contingency for Contract No. 


_ WW-695, As-Needed Sewer Cleaning and Inspection (FY20); and authorize the GM to approve 


future modifications to the contract for a total contract amount of up to $2,097,045, with no 
change to contract duration. 

Adopt a new schedule of Hetch Hetchy Power Enterprise General Use Municipal Electricity 
Service Rates for Fiscal Years 2020-21 and 2021-22 to take effect only July 1, 2020 for certain 
City agencies, certain non-City governmental agencies such as the SFUSD, and certain non-profit 
entities such as the California Academy of Sciences, that are closely related to the City through 
City governance, financial support, or other legacy relationship. The new schedule would 
increase General Use Municipal Electrical Rates by $0.01/kWh each fiscal year. The proposed 
action constitutes the Approval Action for the purposes of CEQA, pursuant to Section 31.04(h) 
of the SF Administrative Code. 

Retroactively authorize the GM’s implementation on May 12, 2020 of a temporary emergency 
bill discount for certain SFPUC residential customers who have been financially impacted by the 
COVID-19 emergency. The Temporary Emergency Customer Assistance Program for COVID-19 
Relief Program provides eligible residential customers with a bill discount of 15% on water, 35% 
on sewer, and 30% on Hetch Hetchy Power bills for six months spanning from March 4, 2020 to 
September 4, 2020. 

Authorize the GM to negotiate and execute a Memorandum of Understanding with SF Public 
Works, SFMTA, SFFD, and Port Commission, regarding and the authority and responsibility for 
operations and maintenance of public improvements at the Mission Rock Special Use District; 
and approve amendments to the Mission Rock Infrastructure Plan. 

Authorize the GM to negotiate and execute a Memorandum of Understanding with the Port 
Commission, SF Public Works, the SFMTA Agency, and the SFFD regarding each department’s 
operations and maintenance of public improvements at the Pier 70 Special Use District, 
including improvements located in streets under the Port’s jurisdiction. 

David Alfaro, et al. v. City and County of San Francisco: 

David and Jessica Alfaro, Joy Caguimbaga/Zenida Restauro, Armando and Maria Castillo, Elaine 
Choy, John Clay, Ruth Patricia del Castillo, Rizaldy Gache, Susan Garduno, Carlos Gross, Suzanne 
Houlihan, John and Maria Naniola, Donato and Aurora Ponferrada, Cesar and Fe Ponferrada, 
Rick Popko /Nancy Huff, Victoria Sanchez, Bing On Seid, Peter So/Diane Chung, Ho Tan, and 
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20-0122 


20-0123 


20-0124 


20-0125 


20-0126 
Rescinds 
20-0091 


6-9-20 


6-9-20 


6-9-20 


6-9-20 


6-9-20 


_JOC-53R3 


JOC-77 


_ Multi-Party Cost Share 
_ Agreement 
_ Amendment 1 


| CS-389 


_ WSA San Francisco 
_ Gateway Project 


Chris Tilton/Blane Bachelor 


Approve Modification No. 1 to Job Order Contract, JOC-53R3, Electrical (C-10 License) for SF, 
San Mateo, Santa Clara and Alameda Counties, with US Electric Technologies, Inc., to complete 
ongoing facility and asset improvements, increasing the duration by 1,095 consecutive calendar 
days, for a total contract duration of 1,825 consecutive calendar days, in accordance with SF 
Administrative Code 6.62, with no change in the contract amount. 

Approve Modification No. 1 to Job Order Contract, JOC-77, Micro- LBE Set Aside, General 
Engineering (A-License) for SF, San Mateo, Santa Clara and Alameda Counties, with R&S 
Construction Management, to complete ongoing facility and asset improvements, increasing 
the contract amount by $1,000,000 and increasing the contract duration by 1,095 consecutive 
calendar days, for a total contract amount not-to-exceed $3,000,000, and a total contract 
duration of 1,825 consecutive calendar days, in accordance with SF Administrative Code 
Section 6.62. 


Authorize the GM to execute Amendment No.1 to the Multi-Party Cost Share Agreement with 
Contra Costa Water District, Alameda County Flood Control and Water Conservation District, 
Zone 7, Alameda County Water District, Bay Area Water Supply & Conservation Agency, the City 
of Brentwood, East Bay Municipal Utility District, Grassland Water District, San Luis & Delta- 
Mendota Water Authority, and Valley Water (formerly Santa Clara Valley Water District) for the 
planning of the potential expansion of Los Vaqueros Reservoir, extending the Agreement by six 
months, until December 31, 2020, for a total duration of 20 months, with no change in the 
contract amount. 

Approve Amendment No. 2 to Agreement No. CS-389, Planning and Engineering Services 
Southeast Plant New 250 MGD Headworks Facility, with Carollo Engineers, Inc., for specialized 
wastewater process facility engineering design and engineering services during construction for 
Construction Contract No. WW-628, Southeast Water Pollution Control Plant New Headworks 
Facility Project; and authorize the GM to execute this amendment, increasing the agreement 
amount by $21,000,000, and increasing the agreement duration by two years, for a total not-to- 
exceed agreement amount of $54,500,000 and a total agreement duration of 11 years, subject 
to the BOS approval pursuant to Charter Section 9.118. 


- Adopt resolution (1) rescinding Commission Resolution No. 20-0091 adopted on May 12, 2020 


and (2) approving the Water Supply Assessment for the proposed SF Gateway Project which 
would construct two new mixed-use production, distribution, and repair buildings at 749 Toland 


_ Street and 2000 McKinnon Street in the Bayview Hunters Point Plan area, pursuant to the State 
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6-9-20 


6-9-20 


6-9-20 
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Water Infrastructure 
Finance and Innovation 
Act Loan Agreement 


New Water 
Infrastructure Finance 


| and Innovation Act 


Loan Agreement 
Wildfire Mitigation 
Plan 

Closed Session 


Attestation of Veracity 
CleanPowerSF Program 


Attestation of Veracity 
Hetch Hetchy Power 


WW-706 


of CA Water Code Section 10910 et seq., California Environmental Quality Act Section 21151.9, 
and CEQA Guidelines Section 15155. 


Approve a Water Infrastructure Finance and Innovation Act (WIFIA) loan agreement with the 
United States Environmental Protection Agency in the amount of $699,242,023 to replace the 
existing 2018 WIFIA Loan Agreement in the same amount for the WWE’s Biosolids Digester 
Facilities Project for the purpose of reducing the loan interest rate from 3.09% to an estimated 
1.84% interest rate. 

Approve a new Water Infrastructure Finance and Innovation Act loan agreement with the 
United States Environmental Protection Agency in an amount up to $525,000,000 to provide 
partial funding for the WWE's Headworks Project and Biosolids Digester Facilities Project, both 
of which are projects of the Sewer System Improvement Program located at the Southeast 


- Treatment Plant. 


Adopt a resolution (1) accepting the report on the SFPUC Wildfire Mitigation Plan from the 
Independent Evaluator in accordance with Public Utilities Code Section 8387(c), and (2) 
adopting the revised version of the SFPUC Wildfire Mitigation Plan, to be submitted to the 
California Wildfire Safety Advisory Board, prior to July 1, 2020. 

Chez Maman West v. City and County of San Francisco 

Francisco Rivero v. City and County of San Francisco 

Approve execution of an Attestation of Veracity for the SFPUC’s CleanPowerSF Program 2019 
Power Source Disclosure Report and submission of that Report to the California Energy 
Commission. CleanPowerSF is required by State law to annually disclose the sources of 
electricity generation used to serve its end-use electric customers. For Green customers, the 
percentage of supply attributable to renewable energy resources was 48.1% and for 
SuperGreen customers, renewable energy resources comprised 100% of the supply portfolio. 
Approve execution of an Attestation of Veracity for the SFPUC’s Hetch Hetchy Power 2019 
Power Source Disclosure Report and submission of that Report to the California Energy 
Commission; and authorize the GM to make necessary changes to the Report. Hetch Hetchy 
Power is required by State law to annually disclose the sources of electricity generation used to 
serve Hetch Hetchy Power's end-use electric customers. The electricity sources used to serve 
Hetch Hetchy Power’s end-use electric customers were 100% greenhouse-gas free and Hetch 
Hetchy Power met its compliance obligations under California’s Renewable Portfolio Standard. 
Approve the plans and specifications, and award Contract No. WW-706, Oceanside Water 
Pollution Control Plant (OSP) Egg-Shaped Digester Interior Liner Rehabilitation, in the amount of 
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20-0135 6-23-20 Balboa Reservoir 
Development 
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20-0136 6-23-20 CS-204 
Amendment 3 


20-0137 6-23-20 _ First Amendment to 
Deed (Koret 
Foundation) 


20-0138 6-23-20 | Tuolumne River 
_Voluntary Agreement _ 


$2,461,000, and with a duration of 720 consecutive calendar days, to the responsible bidder 
submitting the lowest responsive bid, Trinet Construction Inc., to remove defective and failed 
interior liner system materials within Egg-Shaped Digesters Nos. 1, 2 & 4 and apply new liner 
system along with selective mechanical valves and associated process piping at the OSP. 

Adopt a finding declaring as surplus to its utility needs, approximately 16 acres of property 
owned by the CCSF, under the jurisdiction of the SFPUC (portion of Assessor’s Block 3180, Lot 
190); Consent to the Balboa Reservoir Development Agreement with Reservoir Community 
Partners, LLC; Adopt findings pursuant to the CEQA and MMRP; Approve the terms and 
conditions of and recommend to the BOS authorization of the GM to sign: (i) an Agreement for 
Sale of Real Estate relating to the Property to the Developer for $11,400,000; (ii) a Recognition 
Agreement recognizing performance, cure, and reassignment rights between the master co- 
developers of the project; (iii) a Promissory Note and a Deed of Trust securing complete 
payment of the purchase price; (iv) a Declaration of Restrictions to be recorded against City 
property allowing a portion of such property to be used as dedicated public right-of-way for the 
planned extension of Lee Avenue, and (v) a 20-year Open Space License with the Developer for 
use of an approximately 44,431 square-foot area south of the Property with either (i) a 
$112,000 lump-sum use fee payable at the commencement of the License term or (ii) an annual 
use fee in the initial amount of $32,380 commencing after the tenth year of the term, with 4% 
annual use fee increases; and Approve the terms and conditions of, and recommend to the BOS 
the authorization of City’s Director of Property to sign, an Amended and Restated Access 
Easement Agreement and Deed with City College. 

Approve Amendment No. 3 to Agreement No. CS-204, Fish Passage Facilities, within the 
Alameda Creek Watershed, with URS Corporation; and authorize the GM to execute 
Amendment No. 3, increasing the agreement amount by $400,000, and extending the 
agreement duration by nine months, for a total not-to-exceed agreement amount of $5,164,580 | 
and a total agreement duration of nine years and four months 

Approve the terms and conditions of, and authorize the GM to seek approval by the BOS and 
Mayor to execute, the First Amendment to the deed dated April 6, 1907 (Original Deed) 
between the Koret Foundation and City, for the purpose of clarifying and amending the 
respective rights of the parties to the Original Deed with respect to SFPUC Parcel 22 located 
between West Orange Avenue and Southwood Drive in South San Francisco, California. 


Adopt a resolution directing SFPUC staff to work with the Modesto Irrigation District and 


_ Turlock Irrigation District on an agreement for early implementation of the proposed Tuolumne 
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20-0144 7-14-20 
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Water Supply 


_ Assessment 900-7" 
_ Street Project 


MOU with MID and TID 


MOU with Port of SF 
Pier 33 


CS-1021 
Amendment 3 


HH-989 


WD-2809 


River Voluntary Agreement (TRVA) upon submittal of the TRVA to the State Water Resources 


| Control Board for analysis as an alternative to a portion of the December 12, 2018 Phase 1 

_ Amendments to the Water Quality Control Plan for the San Francisco Bay-Sacramento/San 

| Joaquin Delta Estuary. 

_ Approve the Water Supply Assessment for the proposed 900 7" Street Project, which would 
construct up to 1.27 million gross square feet of mixed-use space, including residential, office, 

_ laboratory and/or life science, production, distribution, and repair uses at the site of an existing 


Recology facility in SF, pursuant to the State of CA Water Code Section 10910 et seq., CEQA 
Section 21151.9, and CEQA Guidelines Section 15155. 

Authorize the GM to execute, a Memorandum of Understanding with the Modesto Irrigation 
District and the Turlock Irrigation District for an amount not-to-exceed $2,000,000 and with a 
duration of four years, which will allow the SFPUC to reimburse the Districts for certain stream 
gauging activities, and permit the SFPUC and the Districts to jointly pay for services involving 
collaborative monitoring, research, mutual aid, and other activities within the Tuolumne River 
watershed. 

Approve the terms and conditions of, and authorize the General Manager to execute, a five- 
year Memorandum of Understanding with the SF Port Commission to allow the SFPUC 
Customer Service Bureau to rent approximately 3,440 square feet of shed space within Pier 33 
to operate SFPUC inspection services associated with the supply and billing of water delivered 
to ships docked at the Port, at an initial annual rent of $68,112, with three percent annual 
increases thereafter. 

Approve Amendment No. 3 to Agreement No. CS-1021, Inventory Auditing Services, with 
Macias Gini & O'Connell LLP, to provide inventory count and auditing services for Hetch Hetchy, 
Water Enterprise, and Wastewater Enterprise inventory locations for fiscal year 2021; and 
authorize the GM to execute this amendment, increasing the agreement amount by $56,250 
and increasing the agreement duration by one year, for a total not-to-exceed amount of 
$178,750 and a total agreement duration of six years and seven months. 

Approve an increase of 143 calendar days to the contract duration contingency for Contract No. 
HH-989 Holm Powerhouse Rehabilitation and Kirkwood Powerhouse Oil Containment, with Big 
Valley Electric; and authorize the GM to approve future modifications to the contract for a total 
contract duration of up to 1,034 consecutive calendar days, with no change to contract amount. 


Approve an increase of $200,000 to the contract cost contingency, and an increase of 180 
calendar days to the contract duration contingency, for Contract No. WD-2809, SF Groundwater 
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20-0149 


20-0150 
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7-14-20 
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- WW-664 


WW-627R 


-WW-643R 


WW-702R 


_ Condemning Systemic 
Racism & Taking Action — 
to Promote Racial 
_ Justince 


_ Small Business and 


Nonprofit CAP for 


_COVID-19 


Supply Phase 2; and authorize the GM to approve future modifications to the contract for a 
total contract amount of up to $11,358,000 and a total contract duration of up to 1,255 
consecutive calendar days. 

Approve an increase in the amount of $500,000 to the contract cost contingency, and an 
increase of 100 calendar days to the contract duration contingency, for Contract No. WW-627R, 
Baker Beach Green Streets; and authorize the GM to approve future modifications to the 
contract for a total contract amount of up to $8,334,200 and a total contract duration of up to 
683 consecutive calendar days. 

Accept work performed by Trinet Construction Inc., for Contract No. WW-643R, Oceanside 
Water Pollution Control Plant Building 620 Improvements; approve Modification No. 4 (Final), 
decreasing the contract amount by ($11,783) for a total contract amount of $2,309,380, and a 
total contract duration of 775 consecutive calendar days; and authorize final payment to the 
Contractor. 

Approve an increase of 300 calendar days to the existing contract duration contingency for 
Contract No. WW-664, North Point Wet Weather Facility Sedimentation Tank Influent Gate 
Upgrades; and authorize the GM to approve future modifications to the contract for a total 
revised contract duration of up to 894 consecutive calendar days, with no change to the 
contract amount. 

Approve the plans and specifications, and award Contract No. WW-702R, Jackson, Griffith, and 
Pierce Streets Combined Sewer Discharge Rehabilitation and Backflow Prevention, in the 
amount of $3,886,300, with a duration of 460 consecutive calendar days, to the lowest, 
qualified, responsible and responsive bidder, Trinet Construction, Inc., to perform rehabilitation 
and install backflow prevention systems in the Jackson and Griffith Streets combined sewer 
discharge (CSD) structures, and decommission the Pierce Street CSD. This action constitutes the 
Approval Action for the project for the purposes of California Environmental Quality Act, 
pursuant to Section 31.04(h) of the San Francisco Administrative Code. 


| ‘Adopt Resolution of the San Francisco Public Utilities Commission Condemning Systemic 


Racism and Taking Action to Promote Racial Justice. 


Approve and authorize the Small Business and Nonprofit Customer Assistance Program for 
COVID-19 Relief consisting of a temporary 20% emergency discount on water and sewer bills 
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that have experienced income loss due to COVID-19. Applications will be accepted on a first 
come, first served basis, starting on July 17, 2020 and ending on December 31, 2020, or when 
the program’s $4.5 million funding is exhausted, whichever occurs first. Eligible customers will 
receive the discount for six months, ending no later than June 30, 2021. 

Approve Amendment No. 3 to Agreement No. CS-109, Specialized Engineering Services, 
Recycled Water Projects, with Kennedy Jenks Consultants, Inc./Bahman Sheikh Water Reuse 
Consulting/Water Resources Engineering, Inc. a Joint Venture, to provide additional technical 
and engineering services in support of the Westside Recycled Water Project; and authorize the 
GM to execute this amendment, increasing the contract amount by $1,950,000 for a total not- 
to-exceed agreement amount of $9,950,000 and no change to contract duration. 

Approve Amendment No. 1 to Agreement No. PRO.0028, New Headworks Facility Construction 
Management Staff Augmentation Services, with HDR Engineering, Inc. for construction 
management staff augmentation services for the New Headworks Facility Project; and authorize 
the GM to execute this amendment, increasing the agreement amount by $10,000,000, and 
increasing the agreement duration by one year, for a total not-to-exceed agreement amount of 
$27,000,000 and a total agreement duration of seven years, subject to the BOS approval 
pursuant to Charter Section 9.118. 

(1) Confirm Commission policy regarding CleanPowerSF procurement of specified sources of 
nuclear energy, (2) establish Commission Policy requiring CleanPowerSF to decline any 
allocations of nuclear energy, including for the purpose of reselling it in the wholesale market, 
and (3) establish Commission policy requiring CleanPowerSF not to purchase energy from asset 
controlling suppliers to meet its GHG-reduction objectives, to the extent other low or zero 
carbon resources are available and cost-effective. 

Accept work performed by Sierra Mountain Construction Inc. for Contract No. HH-995, Hetch 
Hetchy & Cherry Lake Road Guardrail Improvement, for a total contract amount of $1,824,761 
and with a total contract duration of 344 consecutive calendar days; and authorize final 
payment to the contractor. 

Approve Modification No. 1 to Job Order Contract (JOC) No. JOC-70, General Engineering (A- 
License) for SF, San Mateo, Santa Clara and Alameda Counties, with Hernandez Engineering, to 
complete ongoing facility and asset improvements, increasing the contract amount by 
$2,500,000 for a total contract amount not-to-exceed $7,500,000, and increasing the contract 
duration by 1,095 consecutive calendar days for a total contract duration of 1,825 consecutive 
calendar days, in accordance with SF Administrative Code 6.62. 
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Bill Credit 


_ Suspension of Rules 


Due to COVID-19 


Approve Modification No. 1 to Job Order Contract, (JOC) No. JOC-76R, General Engineering (A- 
License) for SF, San Mateo, Santa Clara and Alameda Counties, with Anvil Builders, Inc., to 
complete ongoing facility and asset improvements, increasing the contract duration by 1,095 
consecutive calendar days, for a total contract duration of 1,825 consecutive calendar days(five 
years), in accordance with SF Administrative Code 6.62, with no change in the contract amount. 
Approve an increase of $1,500,000 to the existing contract cost contingency for Contract No. 
WD-2687R, AWSS Pumping Station No. 2 Improvements (2016); and authorize the GM to 
approve future modifications to the contract for a total contract not-to-exceed amount of up to 
$21,244,038. 

Accept work performed by M. Hernandez Construction, Inc. for Contract No. WW-622, Haight- 
Ashbury/Tenderloin/Diamond Heights Districts Sewer Replacement and Paving Renovation; 
approve Modification No. 9 (Final), decreasing the contract amount by $528,755, for a total 
contract amount of $4,450,447, and increasing the contract duration by 201 consecutive 
calendar days, for a total contract duration of 886 consecutive calendar days; and authorize 
final payment to the contractor. 

Accept work performed by J. Flores Construction, Inc. for Contract No. WW-646, As-Needed 
Spot Sewer Replacement No. 36, for a total contract amount of $9,354,642, and a total contract 
duration of 400 consecutive calendar days; and authorize final payment to the Contractor. 


Approve an increase of 140 consecutive calendar days to the contract duration contingency for 


_ Contract No. WW-655, As-Needed Main Sewer Replacement No. 7, and NTP for Contract No. 


WW-697, with Precision Engineering, Inc.; and authorize the GM to approve future 
modifications to the contract for a total contract duration of up to 580 consecutive calendar 
days, with no change to contract amount. 


Authorize implementation in October 2020 of a one-time customer assistance bill credit for the 


_ following types of CleanPowerSF customers who are enrolled in the California Alternate Rates 


for Energy or Family Electric Rate Assistance low-income programs by September 30, 2020: (1) a 
credit of $50 for single-family residential customers, (2) a credit of $3,000 for multi-family 
residential customers, and (3) a credit of $750 for non-profit small-commercial customers. 
Authorize the GM to temporarily suspend through January 15, 2021 the following rules due to 
the COVID-19 emergency: (a) the discontinuation or shut off of water service for City retail 
customers for non-payment of water and/or sewer bills, (b) the imposition of late payment 
penalties or fees for delinquent water and/or sewer bills, (c) the discontinuation or shut off of 


power service for SFPUC Hetch Hetchy Power Customers in San Francisco for non-payment of 
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power bills, (d) the imposition of late payment penalties or fees for delinquent Hetch Hetchy 
Power Customer accounts, and (e) the return of delinquent CleanPowerSF Customers to PG&E 
generation service for failure to pay CleanPowerSF charges. 


_ Approve the plans and specifications, and award Contract No. WW-662R, Southeast Water 


Pollution Control Plant Power Feed and Primary Switchgear Upgrades, in the amount of 
$30,744,200 and with a duration of 1,170 consecutive calendar days to the responsible bidder 
submitting the lowest responsive bid, Blocka Construction, Inc., to upgrade the existing primary 
switchgear, substations, and related electrical system at the Southeast Water Pollution Control 
Plant and nearby facilities. This action constitutes the Approval Action for the project for the 
purposes of CEQA, pursuant to Section 31.04(h) of the SF Administrative Code. 

Approve an increase of $6,140,764 to the existing contract cost contingency for Contract No. 
WW-682R, SE Community Center at 1550 Evans; and authorize the GM to approve future 
modifications to the contract for a total contract amount of up to $84,440,142, with no change 
to contract duration. 

Approve the plans and specifications, and award Contract No. WW-693, As-Needed Spot Sewer 
Replacement No. 40, in an amount not-to-exceed $9,689,823, and with a duration of 400 
consecutive calendar days, to the sole, qualified, responsible bidder, J. Flores Construction 
Company, Inc., in accordance with SF Code 6.23(c)(2), to replace sections of existing sewer 
piping, on an as-needed basis, at locations to be determined throughout the City of SF. 
Authorize the GM to execute a Cooperative Agreement between the SFPUC and The Energy 
Council for the implementation of the Bay Area Regional Heat Pump Water Heater Contractor 
Incentive Program, for an amount not to exceed $450,000 and a term expiring March 31, 2023. 
Approve the terms and conditions of, and authorize the GM to execute, a Redesign, Relocation, 
and Reimbursement Agreement with the Peninsula Corridor Joint Powers Board (JPB) to 
reimburse the JPB for the costs to redesign and relocate two planned electrical poles to a 
location outside of SFPUC Parcel No. 205-A near Escuela Ave. and Crisanto Ave. in Mountain 
View, CA, pursuant to an Easement Deed, at a cost to the SFPUC not to exceed $216,132. 
Richard |. Klein and Janice T. Low v. City and County of San Francisco 


Approve the terms and conditions of, and authorize the GM to execute, an eight-year license 
between Joaquin Bear, LLC, as licensor, and the CCSF, through the SFPUC, as licensee, to use 
approximately eight square feet of space within an existing equipment building and certain 
space on the existing Cedar Ridge communications tower located at 16601 White Fang Drive in 
Sonora, CA for the installation, operation, maintenance, repair, and replacement of radio 
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December 23, 2020 


equipment for the Water Enterprise Radio Replacement Project, at an initial monthly rent in the 
amount of $2,432.83 ($29,182 per year), with three-percent annual increases. 

Approve an increase in the amount of $377,000 to the existing contract cost contingency, and 
an increase of 60 consecutive calendar days to the existing contract duration contingency for 
Contract No. HH-1001, Moccasin Reservoir Perimeter Security Fence, and authorize the GM to 
approve future modifications to the contract, for a total contract amount of up to $1,877,719 
and a total contract duration of up to 338 consecutive calendar days. 

Accept work performed by Sierra Mountain Construction, Inc. for Contract No. HH-998E, 
Emergency Repairs to Hetch Hetchy Water and Power Facilities Following the March 2018 
Storm Event — Phase 2, for a total contract amount of $10,453,868, and a total contract 
duration of 607 consecutive calendar days; and authorize final payment to the contractor. 
Approve the selection of Westland Management Solutions, Inc. (WMS); award Agreement No. 
PRO.0144, Capital Project Control Systems Integration and Support Services, to provide SFPUC 
with specialized support services utilizing Primavera based Program Control system 
administration and integration tools for both SFPUC’s capital improvement programs and 
projects; and authorize the GM to negotiate and execute a professional services agreement 
with WMS, for an amount not-to-exceed $4,750,000, and with a duration of five years. 
Approve the selection of Langan Engineering and Environmental Services, Inc. (Langan); award 
Agreement No. PRO.0170, SFPUC Stormwater Charge Billing Project, to design, code, 
implement, and manage a new Stormwater Data Management System, modify the Customer 
Care and Billing system, and provide integration services to implement the Stormwater charge; 
and authorize the GM to negotiate and execute a professional services agreement with Langan 
for an amount not-to-exceed $5,000,000, and with a duration of seven years, with an option to 
extend the agreement duration three years. 

Accept work performed by P&J Utility Co. for Contract No. WD-2742, 16-Inch Ductile lron Water 
Main Replacement on 7th St. from Townsend to 16th St.; approve Final Modification No. 5, 
increasing the contract amount by $20,395, for a total contract amount of $2,201,676, and 
increasing the contract duration by 29 consecutive calendar days, for a total contract duration 
of 451 consecutive calendar days; and authorize final payment to the contractor. 

Approve the plans and specifications, and award Contract No. WD-2842, 8-Inch Ductile Iron 
Water Main Replacement on Casitas Ave. from Lansdale Ave. to Yerba Buena Ave. and on 
Dalewood Way from Lansdale to Sherwood Court, in the amount of $3,891,709, and with a 
duration of 436 consecutive calendar days, to the responsible bidder submitting the lowest 
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responsive bid, Cratus, Inc., to replace and install approximately 7,400 feet of ductile iron water 
conveyance pipe and ancillary water service pipe, restore pavement, construct curb ramps, and 


_ install drainage improvements to ensure reliable water delivery and replacement of aging 


infrastructure within SF. This action constitutes the Approval Action for the project for the 
purposes of CEQA, pursuant to Section 31.04(h) of the SF Administrative Code. 


Accept work performed by D’Arcy and Harty Construction, Inc. for Contract No. WW-624, 


Casitas Avenue Easement Sewer Main Rehabilitation; approve Final Modification No. 1, 


decreasing the contract amount by $1,504, for a total contract amount of $555,836, with no 
change to the agreement duration; and authorize final payment to the contractor. 

Approve an increase of 180 consecutive calendar days to the contract duration contingency for 
Contract No. WW-651, Griffith Pump Station Improvements, with Western Water Contractors, 
Inc.; and authorize the GM to approve future modifications to the contract for a total contract 
duration up to 1,200 consecutive calendar days, with no change to the contract amount. 

Ratify correction to Resolution No. 20-0160 approved on the July 28, 2020 to increase the 
duration contingency for Wastewater Enterprise, Renewal and Replacement Program-funded 
Contract No. WW-655, As-Needed Main Sewer Replacement No. 7 (and not approve a Notice to 
Proceed for Contract No. WW-697) for a total contract duration contingency of 580, with no 
change to contract amount. 

Approve the plans and specifications, and award Contract No. WW-697, As-Needed Main Sewer 
Replacement No. 8, in the amount of $7,373,000, and with a duration of 400 consecutive 
calendar days, to the responsible bidder submitting the lowest responsive bid, JOB & Sons 
Construction, Inc. to perform as-needed manhole-to-manhole segment main sewer 
replacements on short notice in locations to be determined throughout SF. 

Approve the specifications, and award Contract No. WW-700, As-Needed Sewer Cleaning and 
Inspection (FY21), in the amount of $1,849,059, and with a duration of 570 consecutive 
calendar days, to the responsible bidder submitting the lowest responsive bid, Pipe and Plant 
Solutions, Inc., to clean and inspect existing sewers, on an as-needed basis, at locations to be 
determined throughout SF. 

Approve the plans and specifications, and award Contract No. WW-703, Mission St., 16" to 
Cesar Chavez, Brick Sewer Rehabilitation, in the amount of $6,337,350, with a duration of 360 
consecutive calendar days, to the responsible bidder submitting the lowest responsive bid, 
Cratus, Inc., to rehabilitate existing sewers, relocate auxiliary water supply lines, and construct 
transit improvements on Mission St., between 16" and Cesar Chavez Sts. This action constitutes 
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20-0182 


20-0183 


20-0184 


20-0185 


20-0186 


20-0187 


20-0188 


20-018 





8-25-20 


8-25-20 


8-25-20 


8-25-20 


8-25-20 


8-25-20 


8-25-20 


8-25-20 


CPSF Integrated 


Resource Plan 


2020 Series ABCD 
Water Revenue Bonds 


2020 Series EFGH 
Taxable Water 
Revenue Bonds 


Extension to the 
Temporary Emergency 


_ Customer Assistance 


Program for COVID-19 
Relief 


2019 SF Bay Area 
Integrated Water 
Management Plan 


_ WSA for Proposed 
_ Transbay Block 4 


Project 


PRO.O101 


| Utility Agreement with 


the Approval Action for the project for the purposes of CEQA, pursuant to Section 31.04(h) of 
the SF Administrative Code. 

Approve CleanPowerSF’s Integrated Resource Plan (IRP) Compliance Filing and authorize the 
General Manager to submit the IRP Compliance Filing to the California Public Utilities 
Commission. 

Discussion and possible action to authorize the issuance of up to $600 million of the 2020 
Series ABCD Water Revenue Bonds. 

Discussion and possible action to authorize the issuance of up to $850 million of the 2020 
Series EFGH Taxable Water Revenue Bonds to advance refund all or a portion of the 
outstanding Series 2011D, 2012A, 2012B, 2012C, 2015A, 2017A, 2017B and 2017C Water 
Revenue Bonds to achieve debt service savings. 

Approve the extension to the Temporary Emergency Customer Assistance Program for COVID- 
19 Relief (currently scheduled to end on September 4, 2020). The program for single-family 
residential customers who have been financially impacted by the COVID-19 pandemic currently 
provides eligible residential customers with a bill discount of 15% on water, 35% on sewer, and 
30% on Hetch Hetchy Power bills for a period of sixth months, retroactive to March 4, 2020. An 
approval of this extension would provide current enrollees discounts through December 31, 
2020. New enrollees beginning September 5, 2020 or later would receive discounts from the 
date they apply to December 31, 2020 but would not receive retroactive discounts. 


Adopt the 2019 San Francisco Bay Area Integrated Regional Water Management Plan. This 
action constitutes the Approval Action for the project for the purposes of CEQA, pursuant to 
Section 31.04(h) of the Sf Administrative Code. 


_ Approve the Water Supply Assessment for the proposed Transbay Block 4 Project, which would 


develop a 1.04-acre vacant site formerly occupied by the Temporary Transbay Terminal with a 
mixed-use development including 950,731 gross square foot (gsf) of residential uses (683 units) 
and 8,225 gsf retail uses, pursuant to the State of California Water Code Section 10910 et seq., 
CA Environmental Quality Act (CEQA) Section 21151.9, and CEQA Guidelines Section 15155. 
Approve Amendment No. 2 to Agreement No. PRO.0101, Tunnel Engineering Services for the 
Folsom Area Stormwater Improvement Project, with McMillen Jacobs Associates/Stantec, Joint 
Venture; and authorize the GM to negotiate and execute Amendment No. 2, increasing the 
agreement amount by $4,000,000, and extending the term by one year, two months, for a total 
not-to-exceed agreement amount of $9,700,000 and a total agreement duration of three years. 
Approve the terms and conditions of, and authorize the General Manager to execute, a Utility 
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20-0190 


20-0191 


| 20-0192 


20-0193 


20-0194 


20-0195 


20-0196 


8-25-20, 


“| 9-8-20 


-9-8-20 


-9-8-20 


9-8-20 


9-8-20 


_ Alameda County 
_ Transportation 
Commission 


Closed Session 


WD-2852R 


~ WD-2861 


WW-673 


WW-676 
Modification 2 


WW-683R 


| Agreement between the City and County of San Francisco acting by and through its Public 


Utilities Commission, and the Alameda County Transportation Commission, a California joint 
powers authority (Alameda CTC), for the purpose of relocating certain SFPUC water lines 


affected by Alameda CTC’s proposed improvements to the State Route 84 and 


Interstate 680 Interchange in Sunol, California, at a cost to City of $1.3 million. 
Federal Insurance Company, as subrogee of CCT Enterprises LLC v. CCSF 


| Federal Insurance Company, as subrogee of GSFC LLC, et al. v. CCSF 


Approve the plans and specifications, and award Contract No. WD-2852R, SF Westside Recycled 
Water Irrigation System Retrofits, in the amount of $2,483,525 and with a duration of 425 
consecutive calendar days, to the responsible bidder submitting the lowest responsive bid, 
Fontenoy Engineering, Inc., to construct irrigation system retrofits in Golden Gate Park and 
Lincoln Park Golf Course to bring the systems into compliance with recycled water regulations 
using State grant funds. __ 

Approve the plans and specifications, and award Contract No. WD-2861, Auxiliary Water Supply 
System Clarendon Supply 2019, in the amount of $2,685,720, and with a duration of 327 
consecutive calendar days, to the responsible bidder submitting the lowest responsive bid, 
Mitchell Engineering, to install a new Emergency Firefighting Water System pipeline and valve 
assembly within the public right of way below Summit reservoir at the intersection of Clarendon 
Ave. and Dellbrook Ave. This action constitutes the Approval Action for the project for the 
purposes of CEQA, pursuant to Section 31.04(h) of the SF Administrative Code. 

Approve an increase of 180 calendar days to the contract duration contingency for Contract No. 
WW-673, Oceanside Water Pollution Control Plant Door Assembly Upgrade, with Rubecon 
Builders; and authorize the GM to approve future modifications to the contract for a total 
contract duration of up to 840 consecutive calendar days, with no change to the contract 
amount. 

Accept work performed by Pipe and Plant Solutions, Inc. for Contract No. WW-676, As-Needed 
Sewer Cleaning and Inspection (FY19); approve Modification No. 2 (Final), increasing the contract 
amount by $79,914, for a total contract amount of $2,252,221 with no change to the agreement 
duration; and authorize final payment to the contractor. 

Approve an increase of up to $200,000 to the existing contract cost contingency and an increase 
of up to 120 consecutive calendar days to the existing duration contingency for Contract No. 
WW-683R, Sansome, 5th, 6th (North), and Division Sts. Combined Sewer Discharge 
Rehabilitation and Backflow Prevention; and authorize the GM to approve future modifications 
to the contract for a total contract amount of up to $6,597,799 and a total duration of up to 561 
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20-0197 | 9-8-20 


20-0198 9-8-20 


20-0199 9-8-20 


20-0200 Ss22-20 


20-0201 9-22-20 


20-0202 0222-20 


20-0203 | 9-22-20 


WW-388(E) 


Modification 2 


Office Lease with 
Executive Park LLC 


Amendment 1 


Amended MOU with 


SFRPD 


CS-366 
Amendment 2 


- WD-2783 


WD-2820R 


consecutive calendar days. 

Accept work performed by Power Engineering Construction Co. for Contract No. WW-688(E), 
Southeast Outfall Islais Creek Crossing — Emergency Bypass Project; approve Modification No. 2 
(Final), increasing the contract duration by 24 consecutive calendar days and decreasing the 
contract amount by $6,043, for a total contract duration of 449 consecutive calendar days, and a 
total contract amount of $4,621,265; and authorize final payment to the contractor. 

Approve the terms and conditions and authorize the GM to execute Amendment No. 1 to the 
Office Lease dated January 12, 2016 between 150 Executive Park, LLC, as landlord, and the City 
and CCSF, through its PUC, as tenant, at 150 Executive Park, Suite 1300, San Francisco, extending 
the lease term by four years to January 31, 2025 for a total lease term of nine years, and with a 
new initial base annual rent of $120,339.60 and a one-time rent increase on July 1, 2022 to 
$149,904 annually. 

Authorize the GM to execute an Amended Memorandum of Understanding by and between the 
SFPUC and the SF Recreation and Parks Department to allow the SFPUC to use State grant funds 
to construct irrigation system retrofits in Golden Gate Park and Lincoln Park Golf Course to 
support the SFPUC’s Westside Recycled Water Project. 

Approve Amendment No. 2 to Agreement No. CS-366, Emergency Planning, Technical 
Assistance, and Training Support, with AECOM Technical Services, Inc., to provide continuing 
emergency operations planning, training, and exercises for all SFPUC enterprises and bureaus; 
and authorize the GM to execute this amendment extending the agreement duration by two 
years, for a total agreement duration of eight years, with no change to the agreement amount. 
Accept work performed by A. Ruiz Construction for Contract No. WD-2783, As-Needed Water 
Main Replacement at Various Locations, for a total contract amount of $8,596,901, and with a 
total contract duration of 1,052 consecutive calendar days; and authorize final payment to the 
contractor. 

Approve an increase in the amount of $1,942,300 to the existing contract cost contingency and 
an increase of 90 calendar days to the existing duration contingency for Contract No. WD-2820R, 
San Francisco Local Water As-Needed Paving (FY16-19); and authorize the GM to approve future | 
modifications to the contract for a total contract amount of up to $19,077,000 and a total 
contract duration of up to 1,294 consecutive calendar days. — 

Accept work performed by Blocka Construction, Inc., for Contract No. WW-570, OSP and 
Westside Pump Station HVAC Upgrades; approve Modification No. 3 (Final), decreasing the 


_ contract amount by $60,218 for a total contract amount of $6,264,356, with no change to the 


agreement duration; and authorize final payment to the contractor. 
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20-0204 


20-0205 


20-0206 


20-0207 


20-0208 


20-0209 


20-0210 


9-22-20 


9-22-20 
10-13-20 


10-13-20 


10-13-20 


10-13-20 


10-13-20 


| SFPUC Floodwater 

| Management Grant 

_ Assistance Program 
Grant Requirements and 


| Terms 


Approve proposed modifications to the SFPUC Floodwater Management Grant Assistance 


Program Grant Requirements and Terms as follows: (1) for owner-occupied, residential property | 


owners who demonstrate financial hardship (a) provide up-front payment of up to $1,000 for 


contractor deposits to secure work and (b) allow reimbursement for the final installment 
payment to be based on invoice only (not proof of payment); (2) for small businesses and non- 
profit organizations with a maximum of 50 full-time employees (a) provide up-front payment for | 


_ contractor deposits, (b) allow reimbursement for the final installment payment based on invoice 


Closed Session 
_ JOC-63 
_ Modification 1 


| WD-2858R 


WW-625 


CS-200 


- Amendment 4 


HH-1000R 


only (not proof of payment) and (c) reduce the grantee cost-share from 20% to 0%; and (3) 
remove existing eligibility criterion requiring proof of prior flooding and replace with 
approximately 6 inches of flooding in a 100-Year Storm. 

James Neidel v. City and County of San Francisco 

Approve Modification No. 1 to Job Order Contract (JOC), JOC-63, General Building (B-License) for 
SF, San Mateo, Santa Clara and Alameda Counties, with Angotti & Reilly, Inc., to complete 
ongoing facility and asset improvements, increasing the contract duration by one year, for a total 
contract duration of five years, in accordance with SF Administrative Code 6.62, with no change 
to the contract amount. 

Approve the plans and specifications, and award Contract No. WD-2858R, Sunol Valley Water 
Treatment Plant Water Quality Modular Office, in the amount of $1,096,200 and with a duration 
of 220 consecutive calendar days, to the responsible bidder submitting the lowest responsive 
bid, Alta Group, Inc., to furnish and install trailers and construct associated work. This action 
constitutes the Approval Action for the project for the purposes of CEQA, pursuant to Section 
31.04(h) of the SF Administrative Code. 

Accept work performed by JMB Construction, Inc., for Contract No. WW-625, Oceanside Water 
Pollution Control Plant Flare Control and Stack Upgrade; approve Modification No. 5 (Final), 
decreasing the contract amount by $104,418 for a total contract amount of $3,521,702 with no 
change to the total contract duration of 880 consecutive calendar days; and authorize final 
payment to the contractor. 

Approve Amendment No. 4 to Agreement No. CS-200, Right of Way Services, with Associated 
Right of Way Services, Inc., to continue to provide right-of-way services for SFPUC capital 
program and other projects; and authorize the GM to execute this amendment, extending the 
agreement duration by 11 months, for a total duration of nine years and 11 months, with no 
change to the agreement amount. 

Approve the plans and specifications, and award Contract No. HH-1000R, Mountain Tunnel 
Improvements Project, in the amount of $138,973,189 and with a duration of 2,160 consecutive 
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calendar days, to the responsible bidder submitting the lowest responsive bid, Michels 
Tunneling, to rehabilitate and make improvements to the existing tunnel. 





20-0211 10-13-20 Canyon Power Tunnel & | Authorize submittal of an application to the U.S. Department of Interior Bureau of Land 
Aqueduct ROW Mapped Management, in coordination with the National Park Service, to correct the mapped boundary 
Boundary Correction of the Canyon Power Tunnel and Aqueduct right-of-way over federal lands in Yosemite National 


Park to reflect the as-built condition of the Canyon Tunnel under 43 CFR part 2807.11(e); and 
authorize the General Manager to seek Board of Supervisors approval of the acceptance of the 
corrected right-of-way under Charter Section 9.118. 


20-0212 10-13-20 Installment & Sales Authorize the GM to execute an Installment Sale Agreement to secure a Clean Water State 
Agreement Clean Water Revolving Fund Loan for the WWE Southeast Treatment Plant New Headworks Replacement 
_ State Revolving Fund Project in an amount not-to-exceed $112,036,181, and with a 30-year term and an interest rate 
SEP New Headworks of 1.10%. 
20-0213 10-13-20 | Five Year Lease to Approve the award of a five-year lease to the Central Network Retail Group, a Delaware limited 
Central Network Retail liability company doing business as Outdoor Supply Hardware, for use of an approximately 
Group (OSH) 35,962 square-foot retail store plus an adjacent fenced yard, loading dock area, and a common 


area parking lot at 900 El Camino Real, in Millbrae, CA at an initial annual Base Rent of $188,000, 
with two months’ initial free rent, and 3% annual Base Rent increases, and Additional Rent 
consisting of 5% of the tenant’s annual gross revenues above $12 million. The proposed lease 
includes three, one-year options to extend the term subject to certain conditions and subject to 
approval by the SFPUC and BOS under Charter Section 9.118(c), for a total potential lease term 
of eight years. 


20-0214 10-27-20 Closed Session Richard Denton v. City and County of San Francisco et al _ 
20-0215 10-27-20 | WW-647R Approve Amendment No. 3 to Contract No. WW-647R, Southeast Water Pollution Control Plant 
Amendment 3 Biosolids Digester Facilities Construction Manager/General Contractor (CM/GC) Agreement with 


MWH Constructors/Webcor Builders Joint Venture, to revise Sections 4.02 and 5.03 of the 
Agreement relating to certification by the Controller, project funding requirements, and 
incremental encumbrance for the CM/GC’s performance of work, with no change to the contract 
| — amount or duration. es 
20-0216 10-27-20 | WSA 2500 Mariposa St. | Approve the Water Supply Assessment for the proposed 2500 Mariposa Street/SFMTA Potrero 
| SFMTA Potrero Bus Yard, Bus Yard Project which would replace the Potrero Yard Trolley Coach Facility at 2500 Mariposa 
Project Street with a new structure to accommodate bus parking and circulation, SFMTA maintenance, 
operation, and administrative uses, and joint development uses, pursuant to the State of 
California Water Code Section 10910 et seq., California Environmental Quality Act Section 
21151.9, and CEQA Guidelines Section 15155. 
ee eN 
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20-0217 10-27-20 | Adopt Findings Adopt findings declaring as surplus to the SFPUC utility needs under Charter Section 8B.121(e), 
| Declaring Surplus as and as “exempt surplus land” under CA Government Code Section 54221, approximately 20 
| Exempt Surplus Land | acres of underutilized unimproved agricultural property designated as Assessor Parcel 


_and Convey to East Bay No. 096-0090-005-11 in the unincorporated Town of Sunol in Alameda County, that is under the 

_ Regional Park District jurisdiction of the SFPUC; and recommend that the BOS authorize (a) the City’s Director of 
Property to execute a quitclaim deed conveying the Property to the East Bay Regional Park 
District, and (b) the SFPUC GM to execute an Agreement for Sale of Real Estate to convey the 

isa : . _ Property to the East Bay Regional Park District for $500,000. 
20-0218 10-27-20 = Joint Funding Authorize the GM to execute on behalf of the CCSF, a Joint Funding Agreement with the U.S. 
Agreement with USGS Geological Survey for an amount not-to-exceed $326,180 and with a duration of 11 months, 

starting November 1, 2020 and ending September 30, 2021, to allow for continued hydrologic 
monitoring and stream gauge maintenance in the Alameda and Peninsula Watersheds. 


20-0219 10-27-20 MOA for Potable Reuse | Authorize the GM to execute a Memorandum of Agreement with Silicon Valley Clean Water, 
Exploratory Plan Phase 3, Bay Area Water Supply & Conservation Agency, California Water Service Company, City of 
Feasibility Study Redwood City, and City of San Mateo to carry out the Potable Reuse Exploratory Plan Phase 3 


Feasibility Study, with a duration of 25 months and in an amount not to exceed $160,661. 
20-0220 10-27-20 Power Enterprise Capital| Approve the re-allocation of $20,000,000 in existing appropriations in the FY 2020-21 Power 
plan FY2020-21 _ Enterprise Capital Plan from the SFO Substation Project, Streetlight Replacement Project and 
Reallocation Intervening Facilities Project to the Bay Corridor Transmission/Distribution Project; and 
authorize the GM to seek Mayor and BOS approval of a Supplemental Appropriation for the de- 
appropriation and re-appropriation of $8,000,000 from the Streetlight Replacement Project to 
the BCTD Project. 
20-0221 11-10-20  PRO.0053B Approve Amendment No. 1 to Agreement No. PRO.0053.B, Specialized Technical 
Amendment 1 Infrastructure Contractor Capacity Development, with Merriwether & Williams 
Insurance Services, Inc. to provide assistance to the SFPUC’s Contractors Assistance 
Center to create economic development programming to support small, local businesses 
on SFPUC projects; and authorize the GM to execute this amendment, extending the 
agreement duration by two years, for a total agreement duration of five years, with no 
change to the agreement amount. 
20-0222 11-10-20 | PRO.0O70 Approve the selection of Archer Energy Solutions, LLC; award Agreement No. PRO.0070, 
Hetch Hetchy Water and Power (HHWP) North American Electric Reliability Corporation 
(NERC) Compliance and Audit Support, to provide NERC Reliability Standards 
compliance- related services to HHWP; and authorize the GM to negotiate and execute a 
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20-0223 


20-0224 


20-0225 


20-0226 


20-0227 


11-10-20 


11-10-20 


11-10-20 


11-10-20 


11-10-20 
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WD-2760 


WD-2794A 


WD-2854A 


_ WW-686 


PRO.0122C 


_ Amendment 2 


professional services agreement with Archer in an amount not-to-exceed $8,000,000, 


and with a duration of five years. 


Accept work performed by M. Hernandez Construction, Inc. (dba Hernandez 
Engineering) for Contract No. WD-2760, 12-Inch and 8-Inch Ductile lron Water Main 
Replacement, Sewer Replacement and Pavement Renovation on Waller Street and 
Various Side Streets; approve Modification No. 4 (Final), increasing the contract amount | 


by $16,907 for a total contract amount of $4,718,076, and a total contract duration of 


1,116 consecutive calendar days; and authorize final payment to the contractor. 


Accept work performed by S.J. Amoroso Construction, Inc., for Contract No. WD-2794A, 


Sunol Long Term Improvements Sunol Yard; approve Modification No. 18 (Final), 


decreasing the contract amount by $11 for a total contract amount of $36,512,199, and 
increasing the contract duration by 349 consecutive calendar days, for a total contract 


duration of 1,327 consecutive calendar days; and authorize final payment to the 


contractor. 


Approve an increase of 220 calendar days to the existing contract duration contingency 
for Contract No. WD-2854A, 525 Golden Gate Avenue Roof Access and Fall Protection 
with Buhler Commercial; and authorize the GM to approve future contract modifications 
for a total contract duration of up to 385 consecutive calendar days, with no change to 


the contract amount. 


Approve an increase of 90 calendar days to the contract duration contingency for 
Contract No. WW-686, As-Needed Spot Sewer Replacement No. 38, with J. Flores 


Construction Company, Inc; and authorize the GM to approve future modifications to 
the contract for a total contract duration of up to 580 consecutive calendar days, with 


no change to contract amount. 


Approve Amendment No. 2 to Agreement No. PRO.0122C, As-Needed Technical Support 
for Small, Local Construction Contractors at the SFPUC Contractors Assistance Center 


with KML Associates, to provide technical assistance to small, local businesses to 


develop the skills necessary to effectively compete for SFPUC construction contracting 


opportunities; and authorize the General Manager to execute Amendment No. 2, 
increasing the agreement amount by $25,000 and extending the agreement duration by | 
one year, for a total not-to-exceed amount of $75,000 and a total duration of three 


years. 
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20-0228 11-10-20 
20-0229 11-10-20 
20-0230 11-10-20 
20-0231 11-10-20 
20-0232 11-10-20 


Multi-Party Cost Share 
_ Agreement — Los 
_ Vaqueros Reservoir 


- PRO.0004 A&B 
_ Amendment 2 


Agreement with 
Midpeninsula Regional 
Open Space District 


Lease between the 
SFPUC and the San 
Francisco Sheriff's 
Department Five Keys 
_ Charter School 
Amendment 1 


MOU with Port of San 
Francisco Pier 70 
(Mission Rock) 


Authorize the GM to execute Amendment No. 2 to the Multi-Party Cost Share 
Agreement with Contra Costa Water District, Alameda County Flood Control and Water 
Conservation District, Zone 7, Alameda County Water District. East Bay Municipal Utility | 
District, Grassland Water District, San Luis & Delta- Mendota Water Authority, and Santa | 
Clara Valley Water District, for the planning of the potential expansion of Los Vaqueros 
Reservoir, extending the agreement duration by one year, until December 31, 2021, for 
a total duration of 32 months, and increasing the SFPUC’s financial contribution by an 
amount not-to-exceed $1,013,661, for a total not-to-exceed SFPUC contribution of 
$1,467,790 under the Agreement, and a total overall Agreement amount of $6,081,967. 
Approve Amendment No. 2 to Agreement Nos. PRO.0004.A&B, As-Needed Wastewater 
Process Engineering Services, with Hazen and Sawyer (PRO.0004.A) and RMC-SRT, JV 
(PRO.0004.B), to provide continued process support for wastewater operations and 
projects; and authorize the General Manager to execute Amendment No. 2, extending 
each agreement’s duration by three years, for a total agreement duration of eight years 
and eight months each, with no change to the agreements’ amounts. 

Authorize the General Manager to execute an Agreement with the Midpeninsula 
Regional Open Space District to contribute funding to conduct a Highway 35 Multi-Use 
Trail Crossing and Parking/Multimodal Access Study, for an amount not-to-exceed 
$114,000 and with a duration of three years. 

Approve the terms and conditions of and authorize the General Manager to execute 
Amendment No. 1 to the month-to-month Lease between the San Francisco Public 
Utilities Commission, and the San Francisco Sheriff's Department Five Keys Charter 
School, a California nonprofit public benefit corporation, temporarily suspending the 
terms of the Lease, including Five Keys’ obligation to pay rent, on a retroactive basis for 
up to 11 months from May 1, 2020 to March 31, 2021, to provide up to $31,888.45 total 
in rent relief, and authorize the GM to grant further Lease suspensions through 
December 2021 if warranted due to COVID-19. 

Authorize the GM to execute a MOU with the Port of SF for the SFPUC to procure 3.5 
megawatts of available capacity from the Port’s primary metered service in Building 102 
at Pier 70 located on 20" St. to provide temporary electric service during construction 
for the Seawall Lot 337 Associates, LLC (Mission Rock) and Mariposa Pump Station loads 
at a cost to the SFPUC not-to-exceed $4,630,000 and with a term of up to three years. 
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20-0233 12/8/20 Attestation of Veracity | Approve execution of an attestation of veracity for the SFPUC’s CleanPowerSF 2019 
CleanPowerSF 2019 Power Content Label and its submission to the California Energy Commission. 
_ Power Content Label . ext a 
20-0234 12/8/20 Attestation of Veracity | Approve execution of an attestation of veracity for Hetch Hetchy Power’s 2019 Power 


HH Power 2019 Power _—_ Content Label and its submission to the California Energy Commission. 
Content Label 


20-0235 12/8/20 CS-318 Approve Amendment No. 3 to Agreement No. CS-318, Equipment and Software 
_ Amendment 3 _ Maintenance with Schneider Electric Systems USA, Inc., to provide 24/7 manufacturer 
emergency technical support for the Oceanside and Southeast Wastewater Treatment 
Plants Distributed Control Systems software and hardware; and authorize the GM to 
execute this amendment, increasing the agreement amount by $850,000 and extending 
the agreement duration by two and a half years, for a total not-to-exceed agreement 
. | ee amount of $4,771,422, and a total duration of nine years and six months. 
20-0236 12/8/20 | PRO.0019.A-D Approve Amendment No. 2 to Agreement Nos. PRO.0019.A- D, As-Needed Specialized 
Amendment 2 _ and Technical Services, Water Enterprise, with Brown & Caldwell-GTC, JV (PRO.0019.A), 
RMC-Lotus, JV (PRO.0019.B), MWH-JHCE, JV (PRO.0019.C), and AECOM-WRE, JV 
(PRO.0019.D), and authorize the GM to execute these amendments, extending each 
agreement’s duration by one year, for a total agreement duration of five years each, 
; with no change to the agreement amounts. 
20-0237 12/8/20 | Agreements Nos. Approve the selection of Cooper Pugeda Management/CM Pros Joint Venture (JV) 
| PRO.O140A & B (CPM/CM Pros JV) and Hazen and Sawyer/Avila and Associates Consulting Engineers, 
| Inc./Dabri, Inc., JV (Hazen/Avila/Dabri JV); and award Agreements Nos. PRO.0140A & B, 
Construction Management Services for the East Bay Region, to provide construction 
management services and staff augmentation to manage multiple overlapping Regional 
Water Enterprise construction projects; and authorize the GM to execute these two 
professional services agreements with CPM/CM Pros JV (PRO.0140A) and Hazen/Avila/ 
_ Dabri JV (PRO.0140B), each for an amount not-to-exceed $9,000,000, and each with a 
| _ duration of seven years. 
20-0238 12/8/20 Temporary Emergency Authorize the GM to extend through June 30, 2021 (1) the Temporary Emergency 
Customer Assistance | Customer Assistance Program for COVID-19 Relief for single-family residential 
Program for COVID-19| customers providing a discount of 15% on water, 35% on sewer, and 30% on Hetch 
| REGUL Extension Hetchy Power bills, (2) the application deadline for the Small Business and Nonprofit 
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nnn —————________ 


20-0239 


20-0240 


20-0241 


20-0242 


20-0243 


12/8/20 


12/8/20 


12/8/20 


12/8/20 


12/8/20 


- Power Supply 


Contracts for 
CleanPowerSF 


_ (Calpine Energy 
_ Services) 


" Resource Adequacy 


L 


Contract (Southern 
California Edison) 


First Amendment to 
the Second Amended 
and Restated 
Operating Agreement 
with the CISO 


CPUC Arrearage 
Management Program 


Agreement with the 
California Department 
of Fish and Wildlife 


Customer Assistance Program for COVID-19 Relief providing a 20% discount on water 
and sewer bills, and (3) the temporary suspension of rules governing water/power 
shutoffts, liens, and fines that is currently scheduled to end January 15, 2021. 

Approve three power supply contracts for CleanPowerSF between the SFPUC and 
Calpine Energy Services, LP: (1) retroactively approving an amendment to an existing 
Resource Adequacy (RA) capacity contract to extend the term of the contract by seven | 
years to 2029, and increasing the contract amount by $27,000,000 for a total contract | 
amount not-to-exceed $30,240,000; (2) an amendment to a renewable energy contract | 
to extend the term by seven years to 2029, and increasing the contract amount by | 
$193,299,120 for a total contract amount not-to-exceed $242,979,817; and (3) a new RA! 
contract for a term of six years from 2024 to 2029, for a total contract amount not-to- | 
exceed $59,400,000; and authorize the GM to seek approval from the BOS for these | 
contracts, including one retroactive approval for the amendment to the existing RA 
Capacity contract. : 

Approve one Resource Adequacy (RA) contract for CleanPowerSF to sell RA products to 
Southern California Edison Company, in an amount not-to-exceed $1,273,570; and 
authorize the GM to seek retroactive approval from the BOS for the RA contract. 
Authorize the GM to execute the First Amendment to the Second Amended and 
Restated Operating Agreement with the California Independent System Operator, 
establishing the terms and conditions for scheduling the SFPUC’s electrical 

transmissions, and retroactively extending the Agreement from March 2, 2018 through 
December 2030 for a total duration of approximately 15.5 years, subject to BOS 

approval under Charter Section 9.118. 

Authorize CleanPowerSF to participate in the California Public Utilities Commission’s 
Arrearage Management Program, which provides qualifying customers with debt 
forgiveness for past due amounts owed. 

Authorize the GM to execute an Agreement with the California Department of Fish and | 
Wildlife (CDFW) regarding the construction, operation, and maintenance of a 

permanent water recirculation system at the CDFW-owned and operated Moccasin Fish 
Hatchery to allow for reduction in SFPUC water deliveries to the Hatchery during 
shutdowns of the HHWP system and during droughts, with a duration of 24 months and 
in an amount not-to-exceed $2,600,000. 
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20-0244 12/8/20 Closed Session Pacific Bell Telephone Company v. City and County of San Francisco, et al. 


20-0245 12/22/20 | WW-656 Accept work performed by J. Flores Construction Company, Inc. for Contract No. WW- 
656, As-Needed Spot Sewer Replacement No. 37, with a total contract amount of 
$9,837,556, and a total contract duration of 400 consecutive calendar days; and 

a authorize final payment to the Contractor. 
20-0246 12/22/20 | Bakeworks Lease Approve the terms and conditions of and authorize the GM to execute Amendment 
Amendment 2 No. 2 to the Lease between the SFPUC, and Bakeworks, LLC (Tenant) for the lobby café 
at 525 Golden Gate Ave., suspending for seven months from 10/1/2020 through 
5/31/2021 the terms of the Lease including Tenant’s obligation to pay rent and giving 
Tenant the right to resume the Lease on 6/1/2021 or terminate the Lease; retroactively 
ratify and approve the GM execution of Amendment No. 1 to the Lease which 
suspended the Lease terms, including payment of rent, from 5/1/2020 to 9/30/2020; 
and delegate authority to the GM to execute further amendments to the Lease to 
| provide rent relief to Tenant due to COVID-19 through no later than 12/31/2021. 
20-0247 12/22/20 | Asset Management Adopt Asset Management Policy of the SFPUC to guide and facilitate the planning, 
Policy design, procurement, construction, operation, maintenance and retirement of critical 
infrastructure of the Water, Wastewater, and Power Enterprises. 
20-0248 12/22/20 | Revised 2020 Baseline | Adopt (1) Revised 2020 Baseline Scope, Schedule and Budget for the Sewer System 
Scope, Schedule & Improvement Program (SSIP), increasing the budget for SSIP Phase 1 projects to 
Budget for SSIP and $3,655,256,684 and the budget for “SSIP Other Projects” to $1,197,281,262, and (2) a 
WWE Facilities and new Baseline Scope, Schedule, and Budget for the Wastewater Enterprise (WWE)’s 
Tucked Mas cull Facilities and Infrastructure Program, which is a subset of projects in the adopted WWE 
| 10-Year Capital Plan for FY 2020-21 through FY 2029-30, with a budget of S$662,605,843. 

20-0249 12/22/20 | WW-628 _ Approve Modification No. 3 to Contract No. WW-628, SEP New Headworks Facility 

_ Modification 3 _ Project, a Construction Manager/General Contractor agreement, with Sundt-Walsh Joint 

Venture, increasing the contract amount by $106,321,923, and increasing the contract 
duration by 111 consecutive calendar days, for a total contract amount of $398,502,107, 
and a total contract duration of 2,769 consecutive calendar days. 

Electric Service _ Authorize the GM to execute an Electric Service Agreement with the Master Developer 

_ Agreement Pier 70 _ of the Pier 70 Project, FC Pier 70, LLC, for the SFPUC to be the primary provider of 

| : electric service to the Pier 70 Project; and authorize the GM, subject to approval by 





20-0250 | 12/22/20 
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i 
| . - ordinance from the BOS, to enter into a separate agreement with FC Pier 70, LLC to pay 


| _ FC Pier 70, LLC up to $1,700,000 to install certain SFPUC electric facilities in 
substructures on the Pier 70 Project that the SFPUC will use to provide electric service to 
the Pier 70 Project, and may use to provide temporary electric service to other 
| | ene ee a CUSTOM ELS: 
| 20-0251 | 12/22/20 | Closed Session —__ Benito Taylor v Vv. . City and County of San Francisco 
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SAN FRANCISCO PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


London N. Breed 
Mayor 


AGENDA 
SPECIAL MEETING 
Budget Hearing #1 

Thursday, January 9, 2020 
9:00 A.M. 


NOTE DIFFERENT TIME AND LOCATION 


525 Golden Gate Avenue, Second Floor 
O’Shaughnessy Conference Room 
San Francisco, CA 94102 


Commissioners 
Ann Moller Caen, President 
Francesca Vietor, Vice President 
Anson Moran 
Sophie Maxwell 
Tim Paulson 


Harlan L. Kelly, Jr. 
General Manager 


Donna Hood 
Secretary 





For information, contact the Commission Secretary at 415-554-3165 
Minutes and other information are available on the SFPUC web site: 
www.sfwater.orq 


Accessible Meeting Policy: The San Francisco Public Utilities Commission meeting will be held at 525 Golden 
Gate Avenue, Second Floor, O'Shaughnessy Conference Room, San Francisco, CA. The closest accessible 
BART station is the Civic Center Station at United Nations Plaza and Market Street. Accessible MUNI lines 
serving this location are: MUNI Metro Lines J-Church, K-Ingleside, L-Taraval, M-Ocean View, N-Judah and T- 
Third at Van Ness and Civic Center Stations; F-Market; 19-Polk, 47-Van Ness; 49-Mission-Van Ness; 5-Fulton; 
6-Parnassus, 21-Hayes; 9-San Bruno; and 7-Haight Noriega. For information about MUNI accessible services 
call 701.4485. 


The meeting room is wheelchair accessible. There is accessible parking available within the Civic Center 
Underground Parking Garage at the corner of McAllister and Polk Streets, and within the Performing Arts 
Parking Garage at Grove and Franklin Streets. 


To obtain a disability-related accommodation, including auxiliary aids or services, or to obtain meeting 

materials in alternative format, please contact Donna Hood at 415.554.3165. Providing at least 72 hours’ notice 
will help to ensure availability. Written reports or background materials for calendar items area available for 
public inspection and copying at 525 Golden Gate Ave., 13° Floor during regular business hours and are 


available on-line at http:/Awww.sfwater. org/index.aspx?page=167. 


To assist the City’s efforts to accommodate persons with severe allergies, environmental illnesses, multiple 
chemical sensitivity or related disabilities, attendees at public meetings are reminded that other attendees may 
be sensitive to various chemical based products. Please help the City to accommodate these individuals. 


The ringing of and use of cell phones, pagers and similar sound-producing electronic devices are prohibited 
at this meeting. Please be advised that the President may order the removal from the meeting room of any 
person(s) responsible for the ringing or use of a cell phone, pager, or other similar sound-producing 
electronic devices. 


Know Your Rights Under the Sunshine Ordinance: Government's duty is to serve the public, reaching its 
decision in full view of the public. Commissions, boards, councils and other agencies of the City and County 
exist to conduct the people's business. This ordinance assures that deliberations are conducted before the 
people and that City operations are open to the people's review. For more information on your rights under 
the Sunshine Ordinance or to report a violation of the ordinance, contact Administrator, by mail to Sunshine 
Ordinance Task Force, 1 Dr. Carlton B. Goodlett Place, Room 244, San Francisco, CA 94102.4689; by 
phone at 554.7724; by fax at 554.7854: or by email at sotf@sfgov.org. 


Copies of the Sunshine Ordinance can be obtained from the Clerk of the Sunshine Task Force, the San 
Francisco Public Library and on the City’s website at http://www.sfgov.org. 


aa 311 Free Lanquage Assistance: $278 5 {!) / Ayuda gratuita con el idioma / BecnaTHas MOMOLb 
nlepepogunkos / Tro’ giip Théng dich Mién phi / Assistance linguistique gratuite / #£#}O SiS ste / #2104 / 
RH / arueg sivad n“on“ asta a’aarteaa 1 / Libreng tulong para sa wikang Tagalog utuad 





Lobbyist Registration and Reporting Requirements: Individuals and entities that influence or attempt to 
influence local legislative or administrative action may be required by the San Francisco Lobbyist Ordinance [SF 
Campaign & Governmental Conduct Code §2.100] to register and report lobbying activity. For more information 
about the Lobbyist Ordinance, please contact the San Francisco Ethics Commission at 25 Van Ness Avenue, 
Suite 220, San Francisco, CA 94102; telephone (415) 252-3100; fax (415) 252-3112; web site at 
www.sfgov.org/ethics. 





CEQA Appeal Rights under Chapter 31 of the San Francisco Administrative Code: If the Commission's 
action on a project constitutes the Approval Action for that project (as defined in S.F. Administrative Code 
Chapter 31, as amended, Board of Supervisors Ordinance Number 161-13), then the CEQA determination 
prepared in support of that Approval Action is thereafter subject to appeal within the time frame specified in S.F. 
Administrative Code Section 31.16. Typically, an appeal must be filed within 30 calendar days of the Approval 
Action for a project that has received an exemption or negative declaration pursuant to CEQA. For information 
on filing an appeal under Chapter 31, contact the Clerk of the Board of Supervisors at City Hall, 1 Dr. Carlton B. 
Goodlett Place, Room 244, San Francisco, CA 94102, or call (415) 554-5184. If the Planning Department's 
Environmental Review Officer has deemed a project to be exempt from further environmental review, an 
exemption determination has been prepared and can be obtained on-line at http: /Awww.sf- 
planning.org/index.aspx?page=3447. Under CEQA, in a later court challenge, a litigant may be limited to raising 
only those issues previously raised at a hearing on the project or in written correspondence delivered to the 
Board of Supervisors, Planning Commission, Planning Department or San Francisco Public Utilities 
Commission at, or prior to, such hearing, or as part of the appeal hearing process on the CEQA decision. 





ORDER OF BUSINESS 


ihe 


2: 


Call to Order 


Roll Call 


Public Hearing and discussion of the Proposed FY 2020-21 and FY 2021-22 
Operating and Capital Budgets, the Proposed FY 2020-21 through FY 2029- 
30 Capital Plan and the Proposed FY 2020-21 through FY 2029-30 Financial 
Plan for the San Francisco Public Utilities Commission: 


A. 


B: 


Overview of (1) Proposed FY 2020-21 and FY 2021-22 Operating and 
Capital Budgets, (2) Proposed FY 2020-21 through FY 2029-30 Capital 
Plan, and (3) Proposed FY 2020-21 through FY 2029-30 Financial Plan 
(discussion only) 


Proposed General Manager and Bureau Operating Budgets for FY 2020- 
2021 and FY 2021-22 (discussion only) 


i. General Manager 
ii. Infrastructure 

iii. Business Services 
iv. External Affairs 


Motion to continue meeting to a Special Meeting noticed for Thursday, 
January 16, 2020. 


San Francisco Public Utilities Commission 
525 Golden Gate Avenue, 13" Floor 
San Francisco, CA 94102 


\ San Francisco 
/ Water 


Services of the San Francisco Public Utilities Commission 





SAN FRANCISCO PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


London N. Breed 
Mayor 


Minutes 
SPECIAL MEETING 
Budget Hearing #1 

Thursday, January 9, 2020 


9:00 A.M. 
(Approved January 28, 2020) 


NOTE DIFFERENT TIME AND LOCATION 


525 Golden Gate Avenue, Second Floor 
O’Shaughnessy Conference Room 
San Francisco, CA 94102 


Commissioners 
Ann Moller Caen, President 
Francesca Vietor, Vice President 
Anson Moran 
Sophie Maxwell 
Tim Paulson 


Harlan L. Kelly, Jr. 
General Manager 


Donna Hood 
Secretary 





For information, contact the Commission Secretary at 415-554-3165 
Minutes and other information are available on the SFPUC web site: 


www. sfwater.org 


ORDER OF BUSINESS 


1; Call to Order 
Budget Chair Caen called the Special Budget Hearing to order at 9:06 am. 


2 Roll Call 
Present: Caen, Vietor, Moran, and Maxwell 
Absent: Paulson 


LY, Public Hearing and discussion of the Proposed FY 2020-21 and FY 2021-22 
Operating and Capital Budgets, the Proposed FY 2020-21 through FY 2029- 


30 Capital Plan and the Proposed FY 2020-21 through FY 2029-30 Financial 
Plan for the San Francisco Public Utilities Commission: 


A. Overview of (1) Proposed FY 2020-21 and FY 2021-22 Operating and 
Capital Budgets, (2) Proposed FY 2020-21 through FY 2029-30 Capital 
Plan, and (3) Proposed FY 2020-21 through FY 2029-30 Financial Plan 
General Manager (GM) Kelly began with an overview of the budget 
presentation, including the FY21-FY22 Operating and Capital Budgets, 
10-Year Capital Plan, and 10-Year Financial Plan. He noted three 
budget themes that support the Strategic Plan Goals: People, 
Resiliency, and being a Utility of the Future, now. 


He stated that the SFPUC is a growing, revenue-generating business 
that provides essential life services and employs a diverse workforce 
across the region. He noted the budget proposal is guided by the 
Strategic Plan Goals: Financial Stability, Reliable Service Assets, 
Organizational Excellence, Effective Workforce, Stakeholder and 
Community Interest, and Environmental Stewardship. 


He reviewed organizational challenges, the need to align and grow the 
workforce to meet service level needs, and permanent positions needed 
for core work. He stated that the budget proposal request for budget 
year one Is for 77 total positions (11 for core operations and programs, 
27 for new programs and facilities and existing operations, and 39 for 
capital projects); and the budget proposal request for budget year two is 
for 48 total positions (14 for core operations and programs, 11 for new 
programs and facilities and existing operations, and 23 for capital 
projects). 


GM Kelly discussed challenges of Resilience Planning and responses to 
those challenges. He noted the need for the SFPUC to become a “Utility 
of the Future, now”, and discussed work needed to achieve. 


GM Kelly turned the presentation over to Eric Sandler, Chief Financial 
Officer (CFO,) who reviewed Commission budget actions and hearing 
schedule. 


LLL 
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CFO Sandler reviewed the SFPUC’s FY 2019-20 Total Uses by 
Enterprise and Total Uses by Budget Category ($1.4 billion total FY 
2019-20 Operating Budget). He went over the FY 2020-21 and FY 2021- 
22 Operating Budget development, Operating Budget management, and 
Operating Budget highlights for each Bureau and Enterprise (GM 
Office/Bureau, Wastewater, Water, Hetchy Water, Hetchy Power, and 
CleanPowerSF). 


CFO Sandler displayed the FY 2019-20 to FY 2021-22 Total Uses, FY 
20-21 and FY 21-22 budget changes (proposed 3% FY 2020-21 and 
proposed 5% FY 2021-22). He provided highlights for operating and 
project position changes and reviewed proposed authorized position 
changes for FY 2020-21 and FY 2012-22. 


Mr. Sandler discussed Strategic Plan Goal areas and indicted that the 
Operating Budget and budget proposals are aligned with the Strategic 
Plan and that there is significant focus on supporting core operations to 
ensure reliable service and assets. He continued by discussing the FY 
2020-21 to FY 2029-30 10-Year Capital Plan development, which 
includes a comprehensive forecast of capital investment and new project 
quality review process. 


He continued with a reviewed of the FY 2020-21 to FY 2029-30 10-Year 
Capital Plan (total $9.0 billion; 4% change overall); FY 2020-21 to FY 
2029-30 10-Year Capital Budget (-30% change overall); and the SFPUC 
Capital Program. 


CFO Sandler reviewed the FY 2020-21 to FY 2029-30 10-Year Capital 
Plan development and key assumptions (projected sales volumes and 
projected expenses); Water, Wastewater, and Power historical and 
projected sales volumes; and 10-Year Financial Plans rate projections 
(Water, Wastewater, and Power rate changes). 


Public Comment 

e Francisco DaCosta asked about “customers”, “standards instead of 
resiliency” and “vision” that is viable and sustainable. He asked what 
would happen if the system is hacked. He noted the need for 
attention to the institutional experience of workers. 

e Peter Drekmeier, Tuolumne River Trust, noted the October 22, 2019 
meeting and discussion regarding 265 MGD. He noted that BAWSCA 
is revising demand projections. He discussed discrepancy in demand 
and the need to pay attention to financial staff. 


B. Proposed General Manager (GM) and Bureau Operating Budgets for FY 
2020-2021 and FY 2021-22 


i. General Manager/Real Estate Planning/Emergency Security and 
Planning 
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Michael Carlin, Deputy General Manager (DGM), presented the GM 
Office budget which is guided by the SFPUC Strategic Plan Goals. He 
noted the GM’s office ensures core functions are being delivered by 
permanent employees. He stated that the GM’s Office budget request 
proposes to add three permanent positions to Real Estate and two 
permanent positions to Emergency Planning and Security. He noted 
the work that would be completed by the addition of these positions. 
He reviewed budget uses of funds for FY 2020 - FY 2022; total budget 
request FY 2020-21 (11% change), FY 2021-22 request (2% change), 
and total full-time authorized position request FY 2020-21 (13% 
change) and FY 2021-22 (7% change). 


Brief discussion ensued on Real Estate Services, the valuation of 
SFPUC property, and asset planning disposal and acquisition. 


General Manager/Human Resources Services (HRS) 
Justine Hinderliter, Chief People Officer, presented a high-level HRS 


organization chart. She reviewed HRS Working Groups: (1) Hiring 
Functions (exams, hiring operations, and employment lifecycle); (2) 
Equal Employment Opportunity Programs; (3) Health and Safety; (4) 
Enterprise Workforce Planning; (5) Employee and Labor Relations 
and Return to Work Programs; (6) Learning and Development; and (7) 
Payroll. She discussed how the Working Groups support the Strategic 
Plan and reviewed the evolution of human resources (traditional plus 
modern demand). 


Ms. Hinderliter noted external hiring function challenges (regulation 
and market conditions) and internal challenges (demand and pace 
increases, and that current hiring cannot meet basic demand). She 
discussed the “Silver Tsunami” and reviewed the percentage of 
employees currently eligible to retire compared to the percentage of 
employees eligible to retire in the next five years. She continued by 
noting that current hiring staff cannot meet basic demand (tnt 
accomplished vs hiring demanded). 


She reviewed hiring efficiencies and improvements and noted the staff 
needed to meet the basic needs of the hiring functions (exams, hiring 
operations, and employment lifecycle). She discussed resiliency 
regarding workforce protection challenges (lack of staff to complete 
required work) in Equal Opportunity Programs, and Health and Safety. 


She reviewed budget uses of funds FY 2020 - FY 2022; total budget 
request FY 2020-21 (10% change), FY 2021-22 request (9% change), 
and total Full-Time authorized position request FY 2020-21 (13% 
change) and FY 2021-22 (11% change). 
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Discussion ensued on the need for diversity in the workplace, hiring 
outreach to underrepresented communities, Implicit Bias, and why the 
hiring process takes so long. 


Public Comment 

e Francisco DaCosta stated SFPUC history is missing in the 
discussion. He noted past hiring practices and the lengthy timeline 
for filling positions. 


The Commission took a break at 11:17 am and reconvened at 11:34 
am. 


li. Infrastructure 
Kathy How, AGM Infrastructure, started with a review of the 
Infrastructure Division’s Mission, Roles and Responsibilities. She 
indicated their budget proposal guided is by the SFPUC Strategic 
Plan. She reviewed the Infrastructure Division’s organizational chart, 
introduced project managers, and outlined the Infrastructure Division’s 
Project Team Matrix. 


AGM How reviewed the Division’s direct versus indirect staff charges. 
She continued with a review of overhead (indirect costs related to 
performing direct labor services on projects). She indicated overhead 
expenditures are recovered as a multiplier to direct labor hours 
charged to the SFPUC Capital Programs and Projects. 


AGM How reviewed specific overhead components (direct and 
indirect labor, paid time off, mandatory fringe benefits, operating 
expenses, and work orders). She presented the formula used to 
calculate the overhead rate and formula to calculate the multiplier for 
projects. She showed a multiplier comparison for FY 18-19 for the 
SFPUC, Public Works, Airport and private. AGM How presented a 
chart showing the Infrastructure Division’s workload for 2019, and 
reviewed Capital Improvement Programs. 


She reviewed budget uses of funds FY 2020 - FY 2022; total budget 
FY 2020-21 request (4% change), FY 2021-22 (4% change), and total 
Full-Time authorized position request FY 2020-21 (-1% change). AGM 
How discussed reassignment of current positions. 


Discussion ensued in response to a question from Commission 
Maxwell as wo what a “Utility of the Future” looks like. 


Public Comment 
e Francisco DaCosta noted that Commissioner Paulson was missing 
and he deals with workforce issues. He discussed the adverse 
impacts of the Southeast Facility on the community. 
iii. Business i 
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Eric Sandler, CFO and AGM Business Services, reviewed functions of 
the Business Service Bureau: Customer Service, Financial Services, 
Information Technology Services (ITS), and Strategy, Innovation and 
Change. He presented the organizational chart and introduced 
divisional managers. He indicated that Business Services advances 
the SFPUC Strategic Plan. He reviewed Business Service’s vision of 
impeccable stewardship, excellent service, financial sustainability, and 
culture of excellence. 


CFO Sandler discussed Business Services efficiencies and risk 
management, and challenges including meeting the demands of 
increasingly complex agency and developing a team to meet those 
demands. 


He emphasized the three budget themes of People, Resiliency, and 
Utility of the Future, now. He reviewed the new budget proposal 
request by bureau: IT equipment and 2 FTE, Customer Service 3 
FTE, and Financial Services 2 FTE. 


He reviewed budget uses of funds FY 2020 - FY 2022; total budget 
request FY 2020-21 (8% change), FY 2021-22 request (4% change), 
and total Full-Time authorized position request FY 2020-21 (2% 
change) and FY 2021-22 (1% change). 


Public Comment 

e Francisco DaCosta stated the Raker Act needs to be read and that 
attention must be paid to Climate Change for the importance of 
water resources. He stated potable water shouldn't be used for 
flushing, and that leeching water due to old infrastructure must be 
monitored. 


iv. External Affairs (EA) 


Juliet Ellis, AGM External Affairs, reviewed EA’s service functions: 
Policy and Government Affairs, Community Benefits and 
Environmental Justice, Medial Relations and Communications, and 
Strategic Initiatives. She presented the organizational chart and 
introduced divisional managers. She noted External Affairs’ budget 
theme of focusing on People and the Utility of the Future, now. She 
stated that their budget proposal request includes institutionalizing 
core operations, evolving the function of external affairs, and new 
facilities (College Hill Learning Garden Staff). 

AGM Ellis reviewed budget uses of funds FY 2020 - FY 2022; total 
budget request FY 2020-21 (10% change), FY 2021-22 request (5% 
change), and total Full-Time authorized position request FY 2020-21 
(23% change) and FY 2021-22 (9% change). 


Brief discussion ensued in response to Commissioner Moran’s 
th to how to build publi forthe S S 
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Improvement Program, how best to inform the public about the SSIP, 
and at what point does public get tired of rate increases. 


No public comment. 


AGM Sandler noted that budget staff is recording Commissioner's questions 
and that responses to questions will be provided. 


4. Motion to continue the meeting to a Special Meeting noticed for Thursday, 
January 16, 2020. 
On Motion to continue the meeting to a Special Meeting noticed for Thursday 
January 16, 2020: 


Ayes: Caen, Vietor, Moran, and Maxwell 


Meeting continued at 1:15 pm. 
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SAN FRANCISCO PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


London N. Breed 
Mayor 


AGENDA 
Tuesday, January 14, 2020 
1:30 P.M. 


1 Dr. Carlton B. Goodlett Place 
City Hall, Room 400 
San Francisco, CA 94102 


Commissioners 
Ann Moller Caen, President 
Francesca Vietor, Vice President 
Anson Moran 
Sophie Maxwell 
Tim Paulson 


Harlan L. Kelly, Jr. 
General Manager 


Donna Hood 
Secretary 





For information, contact the Commission Secretary at 415-554-3165 
Minutes and other information are available on the SFPUC web site: 
www.sfwater.org 
Gavel-to-Gavel coverage available at: 


http://sanfrancisco.granicus.com/ViewPublisher.php?view_id=22 


Accessible Meeting Policy: The San Francisco Public Utilities Commission meeting will be held in Room 400, at 1 Dr. Carlton 
B. Goodlett Place (400 Van Ness Ave.), San Francisco, CA. The closest accessible BART station is the Civic Center Station at 
United Nations Plaza and Market Street. Accessible MUNI lines serving this location are: MUNI Metro Lines J-Church, K- 
Ingleside, L-Taraval, M-Ocean View, N-Judah and T-Third at Van Ness and Civic Center Stations; F-Market; 19-Polk, 47-Van 
Ness; 49-Mission-Van Ness; 5-Fulton; 6-Parnassus, 21-Hayes; 9-San Bruno; and 7-Haight Noriega. For information about 
MUNI accessible services call 701.4485. 


The meeting room is wheelchair accessible. Accessible curbside parking spaces have been designated on the Van Ness 
Avenue and McAllister Street perimeters of City Hall for mobility-impaired persons. There is accessible parking available 
within the Civic Center Underground Parking Garage at the corner of McAllister and Polk Streets, and within the Performing 
Arts Parking Garage at Grove and Franklin Streets. 


To obtain a disability-related accommodation, including auxiliary aids or services, or to obtain meeting materials in alternative 
format, please contact Donna Hood at 415.554.3165. Providing at least 72 hours notice will help to ensure availability. Written 
reports or background materials for calendar items are available for public inspection and copying at 525 Golden Gate Ave., 

13" Floor during regular business hours and are available on-line at http:/Avww.sfwater.org/index.aspx?page=167. 


To assist the City’s efforts to accommodate persons with severe allergies, environmental illnesses, multiple chemical 
sensitivity or related disabilities, attendees at public meetings are reminded that other attendees may be sensitive to various 
chemical based products. Please help the City to accommodate these individuals. 


The ringing of and use of cell phones, pagers and similar sound-producing electronic devices are prohibited at this meeting. 
Please be advised that the President may order the removal from the meeting room of any person(s) responsible for the 
ringing or use of a cell phone, pager, or other similar sound-producing electronic devices. 


Know Your Rights Under the Sunshine Ordinance: Government's duty is to serve the public, reaching its decision in full 
view of the public. Commissions, boards, councils and other agencies of the City and County exist to conduct the people's 
business. This ordinance assures that deliberations are conducted before the people and that City operations are open to 
the people's review. For more information on your rights under the Sunshine Ordinance or to report a violation of the 
ordinance, contact Administrator, by mail to Sunshine Ordinance Task Force, 1 Dr. Carlton B. Goodlett Place, Room 244, 
San Francisco, CA 94102.4689; by phone at 554.7724; by fax at 554.7854; or by email at sotf@sfgov.org. 





Copies of the Sunshine Ordinance can be obtained from the Clerk of the Sunshine Task Force, the San Francisco Public 
Library and on the City’s website at http:/Awww.sfgov.org. 


311 Free Lanquage Assistance: #5 & 18) / Ayuda gratuita con el idioma / BecnaTHas NOMOLIb MepeBosyHKOB / 
Tro’ gitip Thong dich Mién phf / Assistance linguistique gratuite / #£#} Sas ste / Pa C04 / AA / aa“nay ennad 
n“sn“s“ae laut: a’aarteaa i / Libreng tulong para sa wikang Tagalog stuad 


























Lobbyist Registration and Reporting Requirements: Individuals and entities that influence or attempt to influence local 
legislative or administrative action may be required by the San Francisco Lobbyist Ordinance [SF Campaign & Governmental 
Conduct Code §2.100] to register and report lobbying activity. For more information about the Lobbyist Ordinance, please 
contact the San Francisco Ethics Commission at 25 Van Ness Avenue, Suite 220, San Francisco, CA 94102; telephone (415) 
252-3100; fax (415) 252-3112; web site at www.sfgov.org/ethics. 





CEQA Appeal Rights under Chapter 31 of the San Francisco Administrative Code: If the Commission’s action on a 

project constitutes the Approval Action for that project (as defined in S.F. Administrative Code Chapter 31, as amended, Board 

of Supervisors Ordinance Number 161-13), then the CEQA determination prepared in support of that Approval Action is 
thereafter subject to appeal within the time frame specified in S.F. Administrative Code Section 31.16. Typically, an appeal 

must be filed within 30 calend ar days of the Approval Action for a project that has received an exemption or negative 

declaration pursuant to CEQA. For information on filing an appeal under Chapter 31, contact the Clerk of the Board of 
Supervisors at City Hall, 1 Dr. Carlton B. Goodlett Place, Room 244, San Francisco, CA 94102, or call (415) 554-5184. Ifthe 
Planning Department's Environmental Review Officer has deemed a project to be exempt from further environmental review, 

an exemption determination has been prepared and can be obtained on-line at hitp:/Avww.sf- 
planning.org/index.aspx?page=3447.Under CEQA, in a later court challenge, a litigant may be limited to raising only those 

issues previously raised at a hearing on the project or in written correspondence delivered to the Board of Supervisors, 

Planning Commission, Planning Department or San Francisco Public Utilities Commission at, or prior to, such hearing, @r Bey rsi~ 
part ofthe appeal hearing process on the CEQA decision. - nee A 





ORDER OF BUSINESS 


de 


Ze 


8. 


Call to Order 
Roll Call 


Approval of the Minutes of December 10, 2019 


. General Public Comment 


Members of the public may address the Commission on matters that are within the 
Commission’s jurisdiction and are not on today’s agenda 


Communications (discussion only) 
) Advance Calendar 
) Correspondence Log 
c) Contract Advertisement Report 
d) O’Shaughnessy Dam Reservations Quarterly Report — Fourth Quarter 
) Response to Bay Area Water Supply and Conservation Agency Recommendations 
on the Water System Improvement Program FY 2018-19 Annual Report 
f) Water Supply Conditions Update 


a 
b 


@) 


Report of the General Manager (discussion only) 

a) 2018 Hetchy Energy Benchmarking Report 

b) Bay Delta Water Quality Control Plan Update 

c) Update on PG&E’s Bankruptcy and City’s Acquisition Offer 

d) Report on Recent San Francisco Public Utilities Commission Activities, Events and 
Announcements 


. Update Regarding Wildfire Risk Reduction in the SFPUC’s Bay Area Watersheds 


(discussion only) (Ritchie) 


New Commission Business (discussion) 


CONSENT CALENDAR 


2h 


| 290001 


All matters listed hereunder constitute a Consent Calendar, are considered to be routine 
by the San Francisco Public Utilities Commission and will be acted upon by a single 
vote of the Commission. There will be no separate discussion of these items unless a 
member of the Commission or the public so requests, in which event the matter will be 
removed from the Calendar and considered as a separate item. 


a): Approve Amendment No. 4 to Agreement No. CS-203.A, Wastewater and 
Stormwater Technical Services, with CH2M Hill and Avila Associates, Joint Venture, 
to continue to provide as-needed specialized and technical services and complete 
existing projects for the Wastewater Enterprise; and authorize the General Manager 
to execute Amendment No. 4, extending the agreement duration by one year, fora 
total agreement duration of eight years, with no change to the contract amount. 

(How) 


290096 


f) 


Approve Amendment No. 2 to Agreement No. CS-203.C, Wastewater and 

Stormwater Technical Services, with F.E. Jordan Associates, Inc., to continue to 

provide as-needed specialized and technical services and complete existing 

projects for the Wastewater Enterprise; and authorize the General Manager to 

execute Amendment No. 2 extending the agreement duration by one year, fora ,h': 

total agreement duration of eight years, with no change to the contract amount. 
(How) 


Approve Amendment No. 1 to Agreement No. CS-380, Specialized Groundwater 
Monitoring Services, with Northgate-AGS Joint Venture to continue to implement 
existing groundwater monitoring and management programs including the 
Mitigation Monitoring and Reporting Programs required by the Environmental 
Impact Reports for the San Francisco Groundwater Supply Project and the 
Regional Groundwater Storage and Recovery Project; and authorize the General 
Manager to execute this amendment, extending the contract duration by two years 
for a total duration of six years and 11 months, with no change to the agreement 
amount. (Ritchie) 


Approve the selection of Catalyst Consulting Group, Inc. (Catalyst) and Guidepost 
Solutions LLC (Guidepost); award Agreement Nos. PRO.0072.A-B, Security 
Consulting and Design Services to Catalyst (PRO.0072.A) and Guidepost 
(PRO.0072.B) to provide technical expertise in security program/project 
management, security design support during construction, contract administration, 
and project engineering design for security related projects; and authorize the 
General Manager to negotiate and execute two professional services agreements, 
one with Catalyst (PRO.0072.A), and one with Guidepost (PRO.0072.B), each for 
an amount not-to-exceed $2,000,000, and each for a duration of five years. 

(How) 


es t A 


Approve the plans and specifications, and award Contract No. WD-2811, 8-Inch 
and 16-Inch Ductile lron Water Main Replacement on 17" Street from Clayton 
Street to Douglass Street, and Various Side Streets, in the amount of $6,300,314, 
with a duration of 775 consecutive calendar days (approximately two years and two 
months), to the responsible bidder submitting the lowest responsive bid, M Squared 
Construction, Inc., to install approximately 12,000 feet of ductile iron water 
conveyance pipe and ancillary water service pipe, curb ramps, and pavement 
restoration work. This action constitutes the Approval Action for the project for the 
purposes of the California Environmental Quality Act, pursuant to Section 31.04 (h) 
of the San Francisco Administrative Code. (How) 


Approve the plans and specifications, and award Contract No. WW-677, Various 
Locations Sewer Replacement No. 6, in the amount of $4,240,437, with a duration 
of 400 consecutive calendar days (approximately one year and one month), to the 
responsible bidder submitting the lowest responsive bid, Precision Engineering, 
Inc., to replace the existing sewers on specified streets in the Richmond, Sunset, | 
and Western Addition neighborhoods of San Francisco. This action constitutes the 
Approval Action for the project for the purposes of CEQA, pursuant to Section 
31.04(h) of the San Francisco Administrative Code. (How) 


15: 
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We 


200014 


18. 


119) 


Retroactively authorize the Assistant General Manager of the Water Enterprise to 
apply for a California Climate Investments Fire Protection Grant fromthe . 
California Department of Forestry and Fire Protection, in the amount of $366,881, ta." . 
conduct a fuel break project between Priest Reservoir and the Moccasin Powerhouse 
in Tuolumne County; and authorize the General Manager to seek approval from the 
Board of Supervisors to accept and expend the grant, if awarded. This action 
constitutes the Approval Action for the project for the purposes of the California 
Environmental Quality Act, pursuant to Section 31.04(h) of the San Francisco 
Administrative Code. (Ritchie) 


Approve the Water Supply Assessment for the proposed One Vassar Project to : 
construct new buildings at 400 Second Street and 657 Harrison Street and a vertical — 
addition to the existing building at 645 Harrison Street, pursuant to the State of 
California Water Code Section 10910 et seq., California Environmental Quality Act 
Section 21151.9, and CEQA Guidelines Section 15155. (Ritchie) 


Approve the terms and conditions of, and authorize the General Manager to execute, 
a no-fee, five-year revocable license to replace an existing license with Tuolumne 
County to use approximately 41 cubic feet within a San Francisco Public Utilities 
Commission (SFPUC) building, and use space on two existing appurtenant radio 
antenna towers on SFPUC Parcel No. 187-1 in Tuolumne County, California, for 
operation and maintenance of four existing radio repeaters and five antennas used for 
emergency services communications throughout Tuolumne and Calaveras Counties, 
and waiving the requirements of Section 5.3.1 of the SFPUC Real Estate Guidelines 
for this license. (Carlin) 


Public Comment on matters to be addressed during Closed Session 


Motion on whether to assert the attorney-client privilege regarding the matters listed 
below as Conference with Legal Counsel 


The Commission will go into Closed Session to discuss the following items: 


20. 


ZN 


Conference with Legal Counsel — Pursuant to California Government Code Section 
54965.9 (d)(1) and San Francisco Administrative Code Section 67.10 (d)(1) 
(discussion only) (Mueller) 


Existing Litigation 

Pacific Gas & Electric Corporation 

Case No. 19-30088/Date Filed: January 29, 2019 

Case No. 19-30089/Date Filed: January 29, 2019 

United States Bankruptcy Court, Northern District of California 


Conference with Legal Counsel — Pursuant to California Government Code Section 
54965.9 (d)(1) and San Francisco Administrative Code Section 67.10 (d)(1) 
(discussion only) (Mueller) 


Existing Litigation 
City and County of San Francisco v. Pacific Gas & Electric Company 


REGULAR CALENDAR 


10. Adopt a Resolution authorizing the General Manager to execute a Second 
. 7 Amendment to the employment contract for the position of Assistant General - \.\/ +. 
20000 7Manager for Infrastructure, with Kathryn How, pursuant to Charter Section 
8b.126(b), to (1) extend the term of the contract by two years to January 2022, (2) 
provide a two percent (2%) base wage increase, and (3) update contract terms. 
(Kelly, Jr.) 


11. Approve the selection of HDR Engineering, Inc. (HDR) and AECOM Technical 

Services, Inc. (AECOM); award Agreements Nos. PRO.0138A & C, Engineering 
200008 Services for Dams and Reservoirs, to HDR (PRO.0138A) and AECOM (PRO.0138C), 
to provide planning and specialized engineering design services; and authorize the 
General Manager to negotiate and execute two professional services agreements, 
each in an amount not-to-exceed $11,000,000 and each with a duration of 11 years, +. ,, 
subject to Board of Supervisors approval pursuant to Charter Section 9.118. . 
(How) 


12. Approve the plans and specifications, and award Contract No. WD-2739, Pavement 
Renovation, Sewer Replacement, and Water Main Replacement on Castro Street and 
26th Street, in the amount of $14,919,291, with a duration of 730 consecutive calendar 

900009 days (approximately two years), to the responsible bidder submitting the lowest 

; responsive bid, Cratus Inc., to replace and install approximately 15,600 feet of ductile 
iron water conveyance pipe and ancillary water service pipe, replace and install 
approximately 4,500 feet of sewer pipe, construct curb ramps, and perform pavement 
restoration work. This action constitutes the Approval Action for the project for the 
purposes of CEQA, pursuant to Section 31.04(h) of the San Francisco Administrative 
Code. (How) 


13. Approve the plans and specifications, and award Contract No. WW-687, Force Main 
Rehabilitation at Embarcadero and Jackson, in the amount of $5,986,222, with a 
duration of 630 consecutive calendar days (approximately one year and nine months), 

200019 tothe responsible bidder submitting the lowest responsive bid, Anvil Builders, Inc., to 
“ni rehabilitate a portion of the existing North Shore Force Main; and approve the terms 
and conditions and authorize the General Manager to execute a permit with Hudson 
One Ferry Operating, L.P. as Permittor, and the San Francisco Public Utilities 
Commission as Permittee, allowing the SFPUC to enter and use Seawall Lot 351 for 
construction activities related to the Project, with a total permit fee not to exceed 
$535,000 and a total term of up to 20 months. (How) 


14. Conditionally approve the issuance of up to $3,065,395,000, inclusive of the proposed 
200011 $2,500,000,000 acquisition cost and other acquisition-related costs and bond 
' financing costs, of Power Enterprise Revenue Bonds to acquire certain Pacific Gas 
and Electric Company electric distribution and transmission assets to provide 
affordable, safe, and reliable electric service throughout the City and County of San 
Francisco, subject to the future satisfaction of six specified conditions, including future, 
additional approvals by this Commission and the Board of Supervisors. (Sandler) 


Docket No. EL19-38-000/Date Filed: January 28, 2019 Federal Energy Regulatory 
Commission 


22. Conference with Legal Counsel — Pursuant to California Government Code Section 
54965.9 (d)(1) and San Francisco Administrative Code Section 67.10 (d)(1) +. * 
(discussion only) (Mueller) 
Existing Litigation 
City and County of San Francisco v. Pacific Gas & Electric Federal Energy Regulatory 
Commission Complaint under Sections 206 and 306 of the Federal Power Act. 

Case No. EL15-3-000/Date Filed: October 9, 2014 
Following Closed Session, the Commission will reconvene in Open Session 


23. Announcement following Closed Session 


24. Motion regarding whether to disclose the discussions during Closed Session pursuant 
to San Francisco Administrative Code Section 67.12 (a) 


25. Adjournment 
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1. Call to Order 
President Caen called the meeting to order at 1:36 pm. 


2. Roll Call 
Present: Caen, Moran, and Maxwell 
Commissioner Paulson arrived at 1:39 pm. 
Vice President (VP) Vietor arrived at 1:41 pm. 


3. Approval of the Minutes of December 10, 2019 
On Motion to approve the Minutes of December 10, 2019: 
Ayes: Caen, Moran, and Maxwell 


No public comment 


4. General Public Comment 
e Dave Warner displayed a graph showing “Minimum storage frequencies” He stated 
that the SFPUC doesn't have or isn’t sharing probability information, and that 
probability analysis need to be conducted to better plan. 


Commissioner Paulson arrived at 1:39 pm. 
VP Vietor arrived at 1:41 pm. 


e Peter Drekmeier, Tuolumne River Trust, displayed graphs titled “SFPUC Average 
Total System Delivery Per Year FYs 1971-2019”, “Water Supply Calculator’ and 
“Tuolumne River (flow)”, and discussed each. 

e Francisco DaCosta stated the word “Community” has been removed for the 
Southeast Community Facility Commission Building. He discussed the original intent 
of the facility for education and horticultural uses, and that those uses have been 
eroded. He commented on 1550 Evans. He stated the first budget hearing was 
boring. 


5. Communications 
a) Advance Calendar 
b) Correspondence Log 
c) Contract Advertisement Report 
d) O'Shaughnessy Dam Reservations Quarterly Report — Fourth Quarter 
e) Response to Bay Area Water Supply and Conservation Agency Recommendations 
on the Water System Improvement Program FY 2018-19 Annual Report 
f) Water Supply Conditions Update 


No public comment. 


6. Report of the General Manager 
a) 2018 Hetchy Energy Benchmarking Report 
Barbara Hale, Assistant General Manager (AGM) Power, stated the Benchmarking 
Report is an annual requirement per San Francisco’s 2011 Existing Commercial 
Building Energy Performance Ordinance, and that the data is intended to aide and 
—e — 8 
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a 





b) 


C) 


educate. She indicated the analysis includes Hetchy Power “municipal” customers 
and she noted customers that are excluded. 


AGM Hale reviewed the U.S. Environmental Protection Agency Portfolio Manager 
tool which is used across the nation and rates building performance by type of 
facility and sets performance benchmarks. She reviewed results (declining Energy 
Use Intensity and carbon footprint), and displayed a figure showing benchmarked 
energy used by building category. She offered conclusions and provided 
acknowledgements. 


AGM Hale responded to questions from VP Vietor regarding carbon supply and 
emission; from Commissioner Maxwell as to how San Francisco International 
Airport compares to similar sized airports; and from Commissioner Moran as to 
whether priorities exist for program dollars for General Fund Department that get 
power below cost and for those that pay a higher rate. 


No public comment. 


Bay Delta Water Quality Control Plan (BDWQP) Update 


Steve Ritchie, AGM Water, noted work continues with the State Board and other 
entities regarding the BDW@QP. He indicated raw modeling results have been 
released and comments were provided. He discussed the State’s Water Resilience 
Portfolio. 


AGM Ritchie responded to a question from VP Vietor as to who the main driver of 
the process. Brief discussion ensued. 


No public comment. 


Update on PG&E’s Bankruptcy and City’s Acquisition Offer 

AGM Hale discussed PG&E’s $13.5M settlement, their amended Bankruptcy Plan, 
and AB1054. She summarized Governor Newsom’s December 13*? letter in 
response to PG&E’s Plan and noted PG&E has not yet publicly responded. She 
provided an update of PG&E's request to the bankruptcy judge to postpone a 
scheduled status conference. 


AGM Hale reviewed regulatory activities including PG&E’s request to the 
Californian PUC (CPUC) to increase the cost of capital (denied); CPUC’s 
investigation into PG&E’s bankruptcy plan (question of compliance with AB1054). 
She provided an update of a Securitization Bill introduced by Senator Weiner 
(SB804) which will allow local public power agencies to qualify bonds for more 
favorable credit rating and to reduce debt services coverage required by investors 
for bonds used for electric infrastructure. She noted a surcharge would be placed 
on bills to recover funds ahead of other costs. She discussed possible uses of bond 
funds. 





She stated she is continuing to work on refresh of the Power Business Plan and of 
indicative credit rating. 


No public comment. 


d) Report on Recent San Francisco Public Utilities Commission Activities, Events and 
Announcements 


None. 


7. Update Regarding Wildfire Risk Reduction in the SFPUC’s Bay Area Watersheds 
AGM Ritchie introduced Mr. Tim Ramirez, Natural Resources and Lands Management 


Director, who provided an update to the Bay Area Watersheds and Wildfire Risk 
Reduction. He stated that the intent of the Watershed Management Plan (WMP) is to 
maintain and improve source water quality, preserve and enhance ecological resources. 
He reviewed efforts for watershed and wildfire risk reduction and presented a map of 
Wildfire Mitigation Plan. 


Director Ramirez discussed the Peninsula Watershed, which is comprised of more than 
23,000 acres. He reviewed the Watershed’s hazardous fire area, high hazard tree 
removal, roadside mowing, CalFire partnership and annual training, San Andreas 
controlled burn (June 2019), Watershed fire defense map, historical ecology (San 
Andreas Dam, San Mateo Creek, Crystal Springs), WMP educational opportunities, and 
public access. 


He continued with discussion of the Alameda Watershed, which is comprised of more 
than 37,000 acres. He reviewed annual disking along property boundaries and CalFire 
partnership an annual training. 


AGM Ritchie responded to a question from Commissioner Maxwell regarding steps 
taken to reduce fuel in the watersheds. 


No public comment. 


8. New Commission Business 
None. 


9. Consent Calendar: 

a) Approve Amendment No. 4 to Agreement No. CS-203.A, Wastewater and 
Stormwater Technical Services, with CH2M Hill and Avila Associates, Joint Venture 
to continue to provide as-needed specialized and technical services and complete 
existing projects for the Wastewater Enterprise; and authorize the General Manager 
to execute Amendment No. 4, extending the agreement duration by one year, fora 


total agreement duration of eight years, with no change to the contract amount. 
(Resolution 20-0001) 





b) Approve Amendment No. 2 to Agreement No. CS-203.C, Wastewater and 
Stormwater Technical Services, with F.E. Jordan Associates, Inc., to continue to 
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provide as-needed specialized and technical services and complete existing 
projects for the Wastewater Enterprise; and authorize the General Manager to 
execute Amendment No. 2 extending the agreement duration by one year, fora 


total agreement duration of eight years, with no change to the contract amount. 
(Resolution 20-0002) 


c) Approve Amendment No. 1 to Agreement No. CS-380, Specialized Groundwater 
Monitoring Services, with Northgate-AGS Joint Venture to continue to implement 
existing groundwater monitoring and management programs including the 
Mitigation Monitoring and Reporting Programs required by the Environmental 
Impact Reports for the San Francisco Groundwater Supply Project and the 
Regional Groundwater Storage and Recovery Project; and authorize the General 
Manager to execute this amendment, extending the contract duration by two years 


for a total duration of six years and 11 months, with no change to the agreement 
amount. (Resolution 20-0003) 


d) Approve the selection of Catalyst Consulting Group, Inc. (Catalyst) and Guidepost 
Solutions LLC (Guidepost); award Agreement Nos. PRO.0072.A-B, Security 
Consulting and Design Services to Catalyst (PRO.0072.A) and Guidepost 

PRO.0072.B) to provide technical expertise in security program/project 
management, security design support during construction, contract administration, 
and project engineering design for security related projects; and authorize the 
General Manager to negotiate and execute two professional services agreements, 
one with Catalyst (PRO.0072.A), and one with Guidepost (PRO.0072.B), each for 


an amount not-to-exceed $2,000,000, and each for a duration of five years. 
(Resolution 20-0004) 


e) Approve the plans and specifications, and award Contract No. WD-2811, 8-Inch 
and 16-Inch Ductile Iron Water Main Replacement on 17" Street from Clayton 
Street to Douglass Street, and Various Side Streets, in the amount of $6,300,314, 
with a duration of 775 consecutive calendar days, to the responsible bidder 
submitting the lowest responsive bid, M Squared Construction, Inc., to install 
approximately 12,000 feet of ductile iron water conveyance pipe and ancillary water 
service pipe, curb ramps, and pavement restoration work. This action constitutes 
the Approval Action for the project for the purposes of the California Environmental 


Quality Act, pursuant to Section 31.04 (h) of the San Francisco Administrative 
Code. (Resolution 20-0005) 


f) Approve the plans and specifications, and award Contract No. WW-677, Various 
Locations Sewer Replacement No. 6, in the amount of $4,240,437, with a duration 
of 400 consecutive calendar days, to the responsible bidder submitting the lowest 
responsive bid, Precision Engineering, Inc., to replace the existing sewers on 
specified streets in the Richmond, Sunset, and Western Addition neighborhoods of 
San Francisco. This action constitutes the Approval Action for the project for the 


purposes of CEQA, pursuant to Section 31.04(h) of the San Francisco 
Administrative Code. (Resolution 20-0006) 
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10. 
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12) 


On Motion to approve Consent Calendar items 9a through 9f: 
Ayes: Caen, Vietor, Moran, Maxwell, and Paulson 


Adopt a Resolution authorizing the General Manager to execute a Second 
Amendment to the employment contract for the position of Assistant General Manager 
for Infrastructure, with Kathryn How, pursuant to Charter Section 8b.126(b), to (1) 
extend the term of the contract by two years to January 2022, (2) provide a two 


percent (2%) base wage increase, and (3) update contract terms. (Resolution 20- 
0007) 


GM Kelly, Jr. stated that AGM How’s contract has expired, and the contract extension 
is needed to retain her employment. He also requested approval of a 2% wage 
increase, which ts in line with the Local 21’s negotiated wage increase. 


GM Kelly responded to a question from Commissioner Paulson question regarding the 
wage increase. 


On Motion to approve item 10: 
Ayes: Caen, Vietor, Moran, Maxwell, and Paulson 


Approve the selection of HDR Engineering, Inc. (HDR) and AECOM Technical 
Services, Inc. (AECOM): award Agreements Nos. PRO.0138A & C, Engineerin 
Services for Dams and Reservoirs, to HDR (PRO.0138A) and AECOM (PRO.0138C), 
to provide planning and specialized engineering design services; and authorize the 
General Manager to negotiate and execute two professional services agreements, 
each in an amount not-to-exceed $11,000,000 and each with a duration of 11 years, 


subject to Board of Supervisors approval pursuant to Charter Section 9.118. 
(Resolution 20-0008) 


AGM How introduced the item and discussed the RFP process for the hiring of three 
consultants to help with dam assessments and improvements. She indicated a protest 
was received by Stantec against GE! Consultants. Therefore, the request is for 
approval of the other two highest ranks firms, HDR and AECOM, which did not receive 
any protests. 


AGM How responded to a question from Commissioner Maxwell as to the nature of 
the protest, and from President Caen as to what will happen next. 


No public comment. 


On Motion to approve item 11: 
Ayes: Caen, Vietor, Moran, Maxwell, and Paulson 


Approve the plans and specifications, and award Contract No. WD-2739, Pavement 
Renovation, Sewer Replacement, and Water Main Replacement.on Castro Street and 
26th Street, in the amount of $14,919,291, with a duration of 730 consecutive calendar 
days, to the responsible bidder submitting the lowest responsive bid, Cratus Inc., to 
replace and install approximately 15,600 feet of ductile iron water conveyance pipe 
and ancillary water service pipe, replace and install approximately 4,500 feet of sewer 
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pipe, construct curb ramps, and perform pavement restoration work. This action 
constitutes the Approval Action for the project for the purposes of CEQA, pursuant to 
section 31.04(h) of the San Francisco Administrative Code. (Resolution 20-0009) 
AGM How introduced the item and requested approval. 


On Motion to approve item 12: 
Ayes: Caen, Vietor, Moran, Maxwell, and Paulson 


13. Approve the plans and specifications, and award Contract No. WW-687, Force Main 
Rehabilitation at Embarcadero and Jackson, in the amount of $5,986,222, with a 
duration of 630 consecutive calendar days, to the responsible bidder submitting the 
lowest responsive bid, Anvil Builders, Inc., to rehabilitate a portion of the existing North 
Shore Force Main; and approve the terms and conditions and authorize the General 
Manager to execute a permit with Hudson One Ferry Operating, L.P. as Permittor, and 
the San Francisco Public Utilities Commission as Permittee, allowing the SFPUC to 
enter and use Seawall Lot 351 for construction activities related to the Project, with a 
total permit fee not to exceed $535,000 and a total term of up to 20 months. 
(Resolution 20-0010) 

Bessie Tam, Project Manager, introduced the item and requested approval. 


Public Comment 


e Francisco DaCosta asked about force mains and asked what will happen with 
flooding that will take place. 


On Motion to approve item 13: 
Ayes: Caen, Vietor, Moran, Maxwell, and Paulson 


14. Conditionally approve the issuance of up to $3,065,395,000, inclusive of the proposed 
$2,500,000,000 acquisition cost and other acquisition-related costs and bond 
financing costs, of Power Enterprise Revenue Bonds to acquire certain Pacific Gas 
and Electric Company electric distribution and transmission assets to provide 
affordable, safe, and reliable electric service throughout the City and County of San 
Francisco, subject to the future satisfaction of six specified conditions, including future, 
additional approvals by this Commission and the Board of Supervisors. (Resolution 
20-0011) 

Eric Sandler, CFO, introduced the item and discussed the purpose of the issuance of 
the Power Revenue Bonds, which are subject to future satisfaction of six specified 
conditions. 


Public Comment | 
e Francisco DaCosta discussed his time at the Presidio and negotiations with PG&E. 
He discussed the Raker Act. 


Commissioner Paulson stated he was under impression that the item Is driven by the 
Board of Supervisor and the Mayor and that he will reluctantly vote in the affirmative. 
He stated he intends to look at how it will get done and how the workforce will be 
taken care of as it moves forward. 
..———r—eeeONssSsS«Ssi=(<Srststi‘(aia‘a‘a‘OCiésCiCO™CNC oe 
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On Motion to approve item 14: 
Ayes: Caen, Vietor, Moran, Maxwell, and Paulson 


15. Retroactively authorize the Assistant General Manager of the Water Enterprise to 
apply for a California Climate Investments Fire Protection Grant from the California 
Department of Forestry and Fire Protection, in the amount of $366,881, to conducta 
fuel break project between Priest Reservoir and the Moccasin Powerhouse in 
Tuolumne County; and authorize the General Manager to seek approval from the 
Board of Supervisors to accept and expend the grant, if awarded. This action 
constitutes the Approval Action for the project for the purposes of the California 


Environmental Quality Act, pursuant to Section 31.04(h) of the San Francisco 
Administrative Code. (Resolution 20-0012) 


No public comment. 


On Motion to approve item 15: 
Ayes: Caen, Vietor, Moran, Maxwell, and Paulson 


16. Approve the Water Supply Assessment for the proposed One Vassar Project to 
construct new buildings at 400 Second Street and 657 Harrison Street and a vertical 
addition to the existing building at 645 Harrison Street, pursuant to the State of 


California Water Code Section 10910 et seg., California Environmental Quality Act 
section 21151.9, and CEQA Guidelines Section 15155. (Resolution 20-0013) 


AGM Ritchie introduced the item and requested approval. He noted the request is not 
for approval of the project, but as to the availability of water supply for the project. 





No public comment. 


On Motion to approve item 16: 
Ayes: Caen, Vietor, Moran, Maxwell, and Paulson 


17. Approve the terms and conditions of, and authorize the General Manager to execute, 
a no-fee, five-year revocable license to replace an existing license with Tuolumne 
County to use_ approximately 41 cubic feet within a San Francisco Public Utilities 
Commission (SEPUC) building, and use space on two existing appurtenant radio 
antenna towers on SFPUC Parcel No. 187-1 in Tuolumne County, California, for 
operation and maintenance of four existing radio repeaters and five antennas used for 
emergency services communications throughout Tuolumne and Calaveras Counties, 


and waiving the requirements of Section 5.3.1 of the SFPUC Real Estate Guidelines 
for this license. (Resolution 20-0014) 


No public comment. 


On Motion to approve item 17: 
Ayes: Caen, Vietor, Moran, Maxwell, and Paulson 


18. Public Comment on matters to be addressed during Closed Session 
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None. 


Motion on whether to assert the attorney-client privilege regarding the matters listed 


below as Conference with Legal Counsel 
On Motion to assert the attorney-client privilege: 


Ayes: Caen, Vietor, Moran, Maxwell, and Paulson 
The Commission entered Closed Session at 3:03 pm. 


Conference with Legal Counsel — Pursuant to California Government Code Section 
54965.9 (d)(1) and San Francisco Administrative Code Section 67.10 (d)(1) 
Existing Litigation 

Pacific Gas & Electric Corporation 

Case No. 19-30088/Date Filed: January 29, 2019 

Case No. 19-30089/Date Filed: January 29, 2019 

United States Bankruptcy Court, Northern District of California 


Conference with Legal Counsel — Pursuant to California Government Code Section 
54965.9 (d)(1) and San Francisco Administrative Code Section 67.10 (d)(1) 
Existing Litigation 

City and County of San Francisco v. Pacific Gas & Electric Company 


Docket No. EL19-38-000/Date Filed: January 28, 2019 Federal Energy Requlatory 
Commission 


Conference with Legal Counsel — Pursuant to California Government Code Section 
54965.9 (d)(1) and San Francisco Administrative Code Section 67.10 (d)(1) 

Existing Litigation 

City and County of San Francisco v. Pacific Gas & Electric Federal Energy Requlatory 


Commission Complaint under Sections 206 and 306 of the Federal Power Act. 
Case No. EL15-3-000/Date Filed: October 9, 2014 





The Commission exited Closed Session at 3:23 pm. 


Announcement following Closed Session 
President Caen announced that no action was taken during Closed Session. 


Motion regarding whether to disclose the discussions during Closed Session pursuant 
to San Francisco Administrative Code Section 67.12 (a) 


On Motion not to disclose discussions: 
Ayes: Caen, Vietor, Moran, Maxwell, and Paulson 


Adjournment 
President Caen adjourned the meeting at 3:32 pm. 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0001 


WHEREAS, On November 13, 2012, pursuant to Resolution No. 12-0209, this 
Commission awarded Agreement No. CS-203.C, Wastewater and Stormwater Technical 
Services, to, to provide as-needed specialized and technical services for the Wastewater 
Enterprise, and authorized the General Manager of the San Francisco Public Utilities 
Commission (SFPUC) to execute a professional services agreement in the amount of $4,000,000 
and with a term of five years; and 


WHEREAS, On April 18, 2016, SFPUC staff issued Amendment No. | to extend the 
agreement by two months for a total agreement duration to five years, two months, to account for 
delays in contract certification; and 


WHEREAS, On January 9, 2018, the Commission approved, by Resolution No.18-0001, 
Amendment No. 2 to increase the agreement amount by $1,000,000 and to extend the term of 
the agreement by one year, for a total not-to-exceed amount of $5,000,000 and a total agreement 
duration of six years and two months, to allow the contractor to continue to provide as-needed 
specialized and technical services for the Wastewater Enterprise; and 


WHEREAS, On December 11, 2018, the Commission approved, by Resolution No. 18- 
00192, Amendment No. 3 to extend the term of the agreement by ten months, for a total 
agreement duration of seven years, to allow the contractor to continue to provide as-needed 
specialized and technical services and complete existing projects for the Wastewater Enterprise; 
and 


WHEREAS, Amendment No. 4 is being requested to extend the term of the agreement by 
one year, for a total agreement duration of eight years, to allow the contractor to continue to 
provide as-needed specialized and technical services and complete existing projects for the 
Wastewater Enterprise; 


WHEREAS, The Contract Monitoring Division established a subconsulting requirement 
of 15% Local Business Enterprise participation (of the total value of services to be provided) for 
this agreement; and 


WHEREAS, Funds for this agreement are available from the SFPUC Wastewater 
Enterprise’s annual operating and capital budgets; now therefore, be it 


RESOLVED, That this Commission hereby approves Amendment No. 4 to. CS-203.A, 
Wastewater and Stormwater Technical Services, with CH2M Hill and Avila Associates, Joint 
Venture, to continue to provide as-needed specialized and technical services and complete 
existing projects for the Wastewater Enterprise; and be it 


FURTHER RESOLVED, That this Commission authorizes the General Manager to 
execute Amendment No. 4, with a time extension of one year, for a total agreement duration of 
eight years, with no change to the agreement amount. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of January 14, 2020. 


flloran Aloed 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


RESOLUTION NO. 20-0002 


WHEREAS, On November 13, 2012, pursuant to Resolution No. 12-0209, this 
Commission awarded Agreement No. CS-203.C, Wastewater and Stormwater Technical 
Services, to F.E. Jordan Associates, Inc., to provide as-needed specialized and technical services 
for the Wastewater Enterprise, and authorized the General Manager of the San Francisco Public 
Utilities Commission (SFPUC) to execute a professional services agreement in the amount of 
$4,000,000 and with a term of five years; and 


WHEREAS, On December 13, 2016, the Commission approved, by Resolution No. 
No.16-0240, Amendment No. | to increase the agreement amount by $2,000,000 and to extend 
the term of the agreement by two years, for a total not-to-exceed amount of $6,000,000 and a 
total agreement duration of seven years, to allow the contractor to continue to provide as-needed 
specialized and technical services for the Wastewater Enterprise; and 


WHEREAS, Amendment No. 2 is being requested to extend the term of the agreement by 
one year, for a total agreement duration of eight years, to allow the contractor to continue to 
provide as-needed specialized and technical services and complete existing projects for the 
Wastewater Enterprise; and 


WHEREAS, The Contract Monitoring Division established a subconsulting requirement 
of 15% Local Business Enterprise participation (of the total value of services to be provided) for 
this agreement; and 


WHEREAS, Funds for this agreement are available from the SFPUC Wastewater 
Enterprise’s annual operating and capital budgets; now therefore, be it 


RESOLVED, That this Commission hereby approves Amendment No. 2 to CS-203.C, 
Wastewater and Stormwater Technical Services, with F.E. Jordan Associates, Inc., to continue to 
provide as-needed specialized and technical services and complete existing projects for the 
Wastewater Enterprise; and be it 


FURTHER RESOLVED, That this Commission authorizes the General Manager of the 
SFPUC to execute Amendment No. 2, with a time extension of one year, for a total agreement 
duration of eight years, with no change to the agreement amount. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of January 14, 2020. 


flonan Med 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0003 


WHEREAS, On August 26, 2014, pursuant to the Resolution No. 14-0129, this 
Commission approved the award of Water Enterprise, Water Resources Operating Budget- 
funded Agreement No. CS-380, Specialized Groundwater Monitoring Services to Northgate- 
AGS JV, in the amount of $1,500,000, and with a duration of five years, to to procure the 
services of qualified engineering consultants to provide specialized groundwater monitoring 
services to supplement San Francisco Public Utilities Commission (SFPUC) staff implementing 
existing groundwater monitoring and management programs and the Mitigation Monitoring and 
Reporting Programs required by the San Francisco Groundwater Supply Project Environmental 
Impact Report (EIR) and the Regional Groundwater Storage and Recovery Project EIR; and 


WHEREAS, Amendment No. | is being requested to extend the contract duration by two 
years, with no change in the agreement amount, for the contractor to continue to provide 
specialized groundwater monitoring services to supplement SFPUC staff, for a total duration of 
seven years; and 


WHEREAS, Pursuant to Chapter 14B of the San Francisco Administrative Code, the 
Contract Monitoring Division has established a 14% Local Business Enterprise participation 
requirement for this agreement; and 

WHEREAS, Funds for this Amendment will be available at the time of execution from 
the Water Enterprise, Water Resources Operating Budget; now, therefore, be it 


RESOLVED, That this Commission hereby approves Amendment No. | to Water 
Enterprise, Water Resources Operating Budget-funded Agreement No. CS-380, Specialized 
Groundwater Monitoring Services with the Northgate-AGS JV, to continue to provide 
specialized groundwater monitoring services; and be it 


FURTHER RESOLVED, This Commission authorizes the General Manager to execute 
Amendment No. |, extending the contract duration by two years, for a total agreement duration 
of seven years, with no change to the agreement amount. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of January 14, 2020. 


pllorna Abed 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0004 


WHEREAS, The San Francisco Public Utilities Commission (SFPUC) requires the 
services of two qualified professional engineering firms to provide as-needed specialized 
technical expertise in security program/project management, security design support, contract 
administration, and project engineering design for security related projects to supplement SFPUC 
staff; and 


WHEREAS, The estimated cost of services for each agreement is $2,000,000, for a 
cumulative total amount not-to-exceed $4,000,000; and 


WHEREAS, SFPUC advertised a Request for Proposals for assistance in security design 
of SFPUC facilities on August 12, 2019; and 


WHEREAS, Services are anticipated to begin in March 2020 and end in March 2025 and 
the duration of these agreements is five (5) years each; and 


WHEREAS, SFPUC and Contract Monitoring Division (CMD) staff, upon review of the 
proposal scores, determined that Catalyst Consulting Group, Inc. (Catalyst) (PRO.0072.A) and 
Guidepost Solutions LLC (Guidepost) (PRO.0072.B) are the top ranked consulting firms based 
on the established scoring criteria; and 


WHEREAS, CMD established a 10% Local Business Enterprise (LBE) subconsultant 
participation requirement for this agreement, and Catalyst has committed to a LBE subconsultant 
participation of 13.5% and Guidepost has committed to a LBE subconsultant participation of 
13*57o2 and 


WHEREAS, Failure to reach successful agreement on contract terms and conditions 
within 30 days of the date of the Commission award may result in award of the contract to the 
next highest ranked proposer, or re-advertising and re-selecting consultants at the discretion of 
the City; and 


WHEREAS, The firms being awarded a contract by the SFPUC must be in compliance 
with the Equal Benefits Provisions of Chapter 12B of the City’s Administrative Code either at 
the time of the award, or within 2 weeks of the date of the Commission award; failure of the 
bidder to obtain compliance certification from CMD may, in the General Manager’s sole 
discretion, result in award of the agreement to the next highest ranked proposer, or re-advertising 
and re-selecting consultants at the discretion of the City; and 


WHEREAS, Funds for these two agreements will be available at the time of 
award of each task order from various funds such as Water Capital Improvement Program 
(WCIP), the Sewer System Improvement Program (SSIP), the Hetchy Capital Improvement 
Program (HCIP), Water Enterprise Repair & Replacement (R&R); now, therefore, be it 


RESOLVED, That this Commission hereby approves the selection of Catalyst and 
Guidepost, awards Agreement No. PRO.0072.A to Catalyst and Agreement No. PRO.0072.B to 
Guidepost to provide the SFPUC with technical expertise in security program/project 
management, security design support, contract administration, and project engineering design , 
and authorizes the General Manager to negotiate and execute two professional services 
agreements, one with Catalyst (PRO.0072.A) and one Guidepost (PRO.0072.B), each for an 
amount not-to-exceed $2,000,000, and each with a duration of five years per agreement, or, in 
the event negotiations are not successful or City requirements are not satisfied, to negotiate and 
execute a professional services agreement with the next highest ranked proposer. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of January 14, 2020. 


pllorna Abed 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0005 


WHEREAS, The San Francisco Public Utilities Commission (SFPUC) advertised Water 
Enterprise, Local Conveyance/Distribution System Program-funded Contract No. WD-2811, 8- 
Inch and 16-Inch Ductile Iron Water Main Replacement on 17" Street from Clayton Street to 
Douglass Street and Various Side Streets, on November 20, 2018; and 


WHEREAS; The. purpose of the 8-Inch and 16-Inch Ductile Iron Water Main 
Replacement on 17" Street from Clayton Street to Douglas Street and Various Side Streets 
project is to install approximately 12,000 feet of ductile iron water conveyance pipe and ancillary 
water service pipe, curb ramps, and pavement restoration work; and 


WHEREAS, The Engineer’s Estimate is $7,000,000 for this construction contract work 
and the contract duration is 775 consecutive calendar days; and 


WHEREAS, Three (3) bids were received and opened publicly on October 31, 2019; and 


WHEREAS, SFPUC staff and Contract Monitoring Division (CMD) review of the bids 
for qualifications, responsibility, responsiveness, and application of bid preferences resulted in 
the establishment of M Squared Construction, Inc. as the responsible bidder submitting the 
lowest responsive bid; and 


WHEREAS, The CMD established a Local Business Enterprise (LBE) subcontracting 
requirement of 20% for this contract, and the contractor committed to a LBE subcontracting 
participation of 20.2% with its bid submittal; and 


WHEREAS, The firm being awarded a contract by the SFPUC must be in compliance 
with the Equal Benefits Provisions of Chapter 12B of the City’s Administrative Code either at 
the time of the award or within 2 weeks of the date of the Commission award; failure of the 
bidder to obtain compliance certification from CMD may result in award of the contract to the 
responsible bidder submitting the next lowest responsive bid, or in re-bidding of the contract at 
the discretion of the City; and 


WHEREAS, On May 3, 2018,the Planning Department determined that the Project is 
categorically exempt from the California Environmental Quality Act (CEQA) Guidelines under 
Section 15302, Class 2 (Replacement and Reconstruction); and 


WHEREAS, Funds are available from Project No. CUW26001A6 (10033798), WD- 
2811, 8-Inch and 16-Inch Ductile Iron Water Main Replacement on 17" Street from Clayton 
Street to Douglass Street and Various Side Streets; now, therefore be it 


RESOLVED, That this Commission hereby approves the plans and specifications and 
awards Water Enterprise, Local Conveyance/Distribution System Program-funded Contract No. 
WD-2811, 8-Inch and 16-Inch Ductile Iron Water Main Replacement on 17™ Street from 
Clayton Street to Douglass Street and Various Side Streets, in the amount of $6,300,314, with a 
duration of 775 consecutive calendar days, to the responsible bidder submitting the lowest 
responsive bid, M Squared Construction, Inc. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of January 14, 2020. 


plornr Mood, 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0006 


WHEREAS, The San Francisco Public Utilities Commission (SFPUC) advertised 
Wastewater Enterprise (WWE), Renewal and Replacement (R&R) Program, San Francisco 
Public Works (SFPW) Curb Ramp Program, and Water Enterprise (WE) Linear Asset 
Management Program -funded Contract No. WW-677, Various Locations Sewer Replacement 
No. 6 on October 7, 2019; and 


WHEREAS, The purpose of the project is to replace existing sewers on specified streets 
in the Richmond, Sunset, and Western Addition neighborhoods in San Francisco; and 


WHEREAS, The Engineer’s Estimate is $5,657,850 for this construction contract work 
and the contract duration is 400 consecutive calendar days; and 


WHEREAS, Five (5) bids were received and opened publicly on November 14, 2019; 
and 


WHEREAS, SFPUC staff and Contract Monitoring Division (CMD) review of the bids 
for qualifications, responsibility, responsiveness, and application of bid preferences resulted in 
the establishment of Precision Engineering, Inc. as the responsible bidder submitting the lowest 
responsive bid; and 


WHEREAS, The CMD established a Local Business Enterprise (LBE) subcontracting 
requirement of 20% for this contract, and the contractor committed to an LBE subcontracting 
participation of 20.518% with its bid submittal; and 


WHEREAS, The firm being awarded a contract by the SFPUC must be in compliance 
with the Equal Benefits Provisions of Chapter 12B of the City’s Administrative Code either at 
the time of the award, or within 2 weeks of the date of the Commission award; failure of the 
bidder to obtain compliance certification from CMD may result in award of the contract to the 
responsible bidder submitting the next lowest responsive bid, or in re-bidding of the contract at 
the discretion of the City; and 


WHEREAS, Funds are available from Project No. 10034355, Various Locations Sewer 
Replacement No. 6; and 


WHEREAS, On May 1, 2019, the Planning Department determined that this Project is 
statutorily exempt from the California Environmental Quality Act (CEQA) pursuant to CEQA 
Section 21080.21 and CEQA Guidelines Section 15282(k); now therefore, be it 


RESOLVED, That this Commission hereby approves the plans and specifications and 
awards WWE R&R Program, SFPW Curb Ramp Program and WE Linear Asset Management 
Program-funded Contract No. WW-677, Various Locations Sewer Replacement No. 6, in the 
amount of $4,240,437 and with a duration of 400 consecutive calendar days, to the responsible 
bidder submitting the lowest responsive bid, Precision Engineering, Inc. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of January 14, 2020. 


pllorna Mood 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0007 


WHEREAS, Pursuant to Charter Section 8B.121, the San Francisco Public Utilities 
Commission (“SFPUC’) has the "exclusive charge of the construction, management, 
supervision, maintenance, extension, expansion, operation, use and control of all water, clean 
water and energy supplies and utilities of the City as well as the real, personal and financial 
assets, that are under the jurisdiction or assigned to the Commission" pursuant to the Charter; 
and 


WHEREAS, The General Manager is the department head of the SFPUC, with 
responsibility for the administration and management of the OBS, personnel and assets 
under the jurisdiction of the SFPUC; ane 


WHEREAS, Charter Section 8B. 13600) authorizes the General Manager of the SFPUC to 
negotiate an individual contract with the employee appointed to perform the duties of general 
infrastructure management and oversight of the Capital Improvement Program, subject to 
approval by the Commission and notwithstanding Charter Section A8.409 et seq. For purposes of 
approving this individual employment contract, this Commission may exercise all powers of the 
City and County, the Board of Supervisors, the Mayor, and the Director of Human Resources 
under Article XI of the Charter; and 


WHEREAS, By Resolution No. 16-0019, adopted on January 12, 2016, this Commission 
authorized the General Manager to execute an employment contract with Kathryn How fora 
four-year term expiring January 12, 2020, pursuant to the terms of the contract (Agreement); and 


WHEREAS, By Resolution No. 16-0230, adopted on October 25, 2016, this Commission 
authorized the General Manager to execute an amendment (“First Amendment’) to the 
Agreement, which provided that (1) How shall receive any base wage increases provided under 
the then current Memorandum of Understanding (“MOU”) between the City and the Municipal 
Executive Association (“MEA”), in the amount and on the effective date specified in the MOU, 
and (2) no more than once each fiscal year, the General Manager may award How a one-time 
lump sum bonus ranging from $1,000 to $7,500; and 


WHEREAS, The General Manager now seeks authority to execute a second amendment 
to the Agreement, to: (1) retroactively extend the term of the contract by two years to January 12, 
2022, (2) provide a two percent (2%) base wage increase consistent with an equity wage 
adjustment received by engineers represented by the International Federal of Professional and 
Technical Employees, Local 21 (“Local 21”), and (3) update terms to include a reference to the 
2019-2022 Memorandum of Understanding between the City and the MEA (“Second 
Amendment”); and 


WHEREAS, The proposed Second Amendment is on file with the Commission Secretary; now, 
therefore, be it 


RESOLVED, This Commission authorizes the General Manager of the SFPUC to 
execute the Second Amendment to the Agreement with Kathryn How to perform the duties of 
general infrastructure management and oversight of the SFPUC Capital Improvement Program 
as Assistant General Manager for Infrastructure, subject to the terms and conditions set in the 
Agreement, as amended by the First Amendment and the Second Amendment on file with the 
Commission Secretary, and approved as to form by the City Attorney, on behalf of the City and 
County of San Francisco, acting by and through the SFPUC. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of January 14, 2020. 


llornr Mood, 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0008 


WHEREAS, The San Francisco Public Utilities Commission (SFPUC) requires the 
assistance of professional engineering firms to perform planning, design, and, possibly, 
engineering support of improvements to various SFPUC Dam and Reservoir facilities in the 
Water and Power Enterprises; and 


WHEREAS, The estimated cost of services under each agreement is $11,000,000; and 


WHEREAS, The Request for Proposals was advertised on September 12, 2019 to select 
up to three consulting firms to provide specialized and dam and reservoir design services, with a 
not-to-exceed amount of $11,000,000 per agreement and with a term not to exceed eleven (11) 
years per agreement; and 


WHEREAS, Services are anticipated to begin in April 2020 and end in March 2031 and 
the duration of these agreements is eleven (11) years each; and 


WHEREAS, SFPUC staff and Contract Monitoring Division (CMD) review of the 
selection panel evaluations of the proposals and interviews resulted in the establishment of HDR 
Engineering, Inc. and AECOM Technical Services, Inc. as the best qualified consulting firms; 
and 


WHEREAS, CMD established a 7% Local Business Enterprise (LBE) subconsultant 
participation requirement for each of these agreements, and HDR Engineering, Inc. and AECOM 
Technical Services, Inc. committed to LBE subconsultant participation of 10.50%, and 9.45%; 
and 


WHEREAS, Failure to reach successful agreement on contract terms and conditions 
within 30 days of the date of the Commission award may result in award of the contract to the 
next highest ranked proposer, or re-advertising and re-selecting consultants at the discretion of 
the City; and 


WHEREAS, The firms being awarded a contract by the SFPUC must be in compliance 
with the Equal Benefits Provisions of Chapter 12B of the City’s Administrative Code either at 
the time of the award, or within two weeks of the date of the Commission award; failure of the 
proposer to obtain compliance certification from CMD may, in the General Manager’s sole 
discretion, result in award of the agreement to the next highest ranked proposer, or re-advertising 
and re-selecting consultants at the discretion of the City; and 


WHEREAS, These agreements do not fall within the definition of a project under 
California Environmental Quality Act (CEQA) Guidelines Section 15378(b)(4) and no task order 
will be issued for any work that could lead to a physical environmental impact under these 
contracts until the appropriate CEQA document is prepared, reviewed and considered prior to 
task order release; and 


WHEREAS, Funds for Agreements No. PRO.O138A&C, Engineering Services for Dams and 
Reservoirs will be available from projects in the Hetch Hetchy and Water Enterprise 10-Year 
Capital Improvements Programs; now, therefore, be it 


RESOLVED, That this Commission hereby approves the selection of HDR Engineering, 
Inc. and AECOM Technical Services, Inc.; awards Project-Funded Agreements Nos. 
PRO.O138A&C, Engineering Services for Dams and Reservoirs, to HDR Engineering, Inc. 
(PRO.O138A) and AECOM Technical Services, Inc. (PRO.0138C), to provide planning and 
specialized engineering design services, and authorizes the General Manager to negotiate and 
execute two professional services agreements with the selected consultants, each in an amount 
not-to-exceed $11,000,000 and each with a term of eleven years, or, in the event negotiations are 
not successful or City requirements are not satisfied, to negotiate and execute a professional 
services agreement with the next highest ranked proposer, subject to the Board of Supervisors 
approval pursuant to Charter Section 9.118. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of January 14, 2020. 


flor na Abed 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0009 


WHEREAS, The San Francisco Public Utilities Commission (SFPUC) advertised Water 
Enterprise, Local Conveyance/Distribution System Program, Wastewater Enterprise, Renewal 
and Replacement Program, San Francisco Public Works Street Resurfacing Program; and San 
Francisco Municipal Transportation Agency Sustainable Streets Program funded Contract No. 
WD-2739, Pavement Renovation, Sewer Replacement, and Water Main Replacement on Castro 
Street and 26th Street, on October 25, 2019; and 


WHEREAS, The purpose of the project is the replacement and installation of 
approximately 15,600 feet of ductile iron water conveyance pipe and ancillary water service 
pipe, replacement, and installation of approximately 4,500 feet of sewer pipe, construction of 
curb ramps, and restoration of pavement on Castro Street from 19" to 26% Street, Castro Street 
from Elizabeth to 26" Street, 26" Street from Castro Street to Guerrero Street, and at the parking 
lot at 4061 24" Street; and 


WHEREAS, The Engineer’s Estimate is $15,509,672 for this construction contract work, 
and the contract duration is 730 consecutive calendar days; and 


WHEREAS, On March 1, 2018, the Planning Department determined that the water main 
replacement portion of this project is categorically exempt from the California Environmental 
Quality Act Guidelines under Section 15302, Class 2, under Case No. 2017-O15499ENV, and on 
March 18, 2019, the Planning Department determined that the sewer main replacement is 
statutorily exempt from the California Environmental Quality Act Guidelines under Section 
15282(k), under Case No. 2019-003572ENV; and 


WHEREAS, Six (6) bids were received and opened publicly on November 21, 2019; and 


WHEREAS, SFPUC staff and Contract Monitoring Division (CMD) review of the bids 
for qualifications, responsibility, responsiveness, and application of bid preferences resulted in 
the establishment of Cratus, Inc. as the responsible bidder submitting the lowest responsive bid; 
and 

WHEREAS, The CMD established a Local Business Enterprise (LBE) subcontracting 


requirement of 20% for this contract, and the contractor committed to a LBE subcontracting 
participation of 22.06% with its bid submittal; and 


WHEREAS, The firm being awarded a contract by the SFPUC must be in compliance 
with the Equal Benefits Provisions of Chapter 12B of the City’s Administrative Code either at 
the time of the award or within 2 weeks of the date of the Commission award; failure of the 
bidder to obtain compliance certification from CMD may result in award of the contract to the 
responsible bidder submitting the next lowest responsive bid, or in re-bidding of the contract at 
the discretion of the City; and 


WHEREAS, Funds are available from Water Enterprise, Local Conveyance/Distribution 
System Program, Wastewater Enterprise Program, Renewal and Replacement, San Francisco 
Public Works Street Resurfacing Program, and San Francisco Municipal Transportation Agency 
Sustainable Streets Program; now, therefore, be it 


RESOLVED, That this Commission hereby approves the plans and specifications and 
awards Water Enterprise, Local Conveyance/Distribution System Program, Wastewater 
Enterprise Program, Renewal and Replacement, San Francisco Public Works Street Resurfacing 
Program, and San Francisco Municipal Transportation Agency Sustainable Streets Program- 
funded Contract No. WD-2739, Pavement Renovation, Sewer Replacement, and Water Main 
Replacement on Castro Street and 26th Street, in the amount of $14,919,291, with a duration of 
730 consecutive calendar days, to the responsible bidder submitting the lowest responsive bid, 
Cratus, Inc. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of January 14, 2020. 


fllorar Med 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0010 


WHEREAS, The San Francisco Public Utilities Commission (SFPUC) advertised Sewer 
System Improvement Program funded Contract No. WW-687, Force Main Rehabilitation at 
Embarcadero and Jackson, on August 6, 2019; and 


WHEREAS, The purpose of the Force Main Rehabilitation at Embarcadero and Jackson 
project is to rehabilitate a portion of the existing North Shore Force Main most susceptible to 
failure, and construct a new underground valve-vault that controls flows to this force main 
(Project); and 


WHEREAS, The Engineer’s Estimate is $5,500,000 for this construction contract work and 
the contract duration is 630 consecutive calendar days; and 


WHEREAS, Two (2) bids were received and opened publicly on September 12, 2019; and 


WHEREAS, SFPUC staff and Contract Monitoring Division (CMD) review of the bids for 
qualifications, responsibility, responsiveness and application of bid preferences resulted in the 
establishment of Anvil Builders, Inc. as the responsible bidder submitting the lowest responsive 
bid; and 


WHEREAS, The CMD established a Local Business Enterprise (LBE) subcontracting 
requirement of 20% for this contract, and the contractor committed to an LBE subcontracting 
participation of 20.35% with its bid submittal; and 


WHEREAS, The firm being awarded a contract by the SFPUC must be in compliance with 
the Equal Benefits Provisions of Chapter 12B of the City’s Administrative Code either at the time 
of the award, or within 2 weeks of the date of the Commission award; failure of the bidder to 
obtain compliance certification from CMD may result in award of the contract to the responsible 
bidder submitting the next lowest responsive bid, or re-bidding of the contract at the discretion of 
the City; and 


WHEREAS, To construct the Project,the SFPUC requires the use of certain property on a 
portion of Seawall Lot 351, which is under the jurisdiction of the San Francisco Port Commission 
(Port)and currently leased by the Port to Hudson One Ferry Operating, L.P. (Hudson One) for 
parking; and 

WHEREAS, With the Port’s consent, the SFPUC and Hudson One have negotiated a Permit 
to Enter and Use Property (Permit), authorizing SFPUC to use up to 29 parking spaces on Sewall 
Lot 351 with a total Permit fee not to exceed $535,000 and a total term of up to 20 months; and 

WHEREAS, Funds are available from Project No. CWWIPSCSPS02, Force Main 
Rehabilitation at Embarcadero and Jackson; and 


WHEREAS, A Mitigated Negative Declaration was prepared for the North Shore to Channel 
Force Main Drainage Improvement and Pavement Renovation Project; and 


WHEREAS, On March 21, 2012, the Planning Department approved the Final Mitigated 
Negative Declaration (FMND) for the North Shore to Channel Force Main Drainage Improvement 
and Pavement Renovation Project, including the current work; and 


WHEREAS, On April 24, 2012, by Resolution No. 12-0065, this Commission, adopted 
CEQA findings, the FMND, and the Mitigation and Monitoring Reporting Program (MMRP) for 
the Project and authorized the General Manager to proceed with the Construction Phase of the 
North Shore to Channel Force Main Drainage Improvement and Pavement Renovation Project, and 


WHEREAS, The Planning Department is the custodian of records, located in File No. 
2011.1370E, at 1650 Mission Street, Fourth Floor, San Francisco, California; and 


WHEREAS, The Project files, including the FMND and Resolution No. 12-0065, have 
been made available for review by this Commission and the public, and those files are part of the 
record before this Commission; and 


WHEREAS, This Commission has reviewed and considered the information contained in 
the FMND, the findings contained in SFPUC Resolution No. 12-0065, and all written and oral 
information provided by the Planning Department, the public, relevant public agencies, SFPUC 
and other experts and the administrative files for the Project; now, therefore, be it 


RESOLVED, This Commission has reviewed and considered the FMND and the record as a 
whole, finds that the FMND is adequate for its use as the decision—making body for the Project 
and incorporates the CEQA findings contained in Resolution No. 12-0065 by this reference thereto 
as though set forth fully in this Resolution; and be it 


FURTHER RESOLVED, This Commission further finds that since the FMND was 
finalized, there have been no substantial project changes and no substantial changes in project 
circumstances that would require major revisions to the FMND due to the involvement of new 
significant environmental effects or an increase in the severity of previously identified significant 
impacts, and there is no new information of substantial importance that would change the 
conclusions set forth in the FMND; and be it 


FURTHER RESOLVED, That this Commission hereby approves the plans and 
specifications and awards Sewer System Improvement Program-funded Contract No. WW-687, 
Force Main Rehabilitation at Embarcadero and Jackson, in the amount of $5,986,222, and with a 
duration of 630 consecutive calendar days, to the responsible bidder submitting the lowest 
responsive bid, Anvil Builders Inc.; and be it 


FURTHER RESOLVED, That this Commission hereby authorizes the SFPUC’s General 
Manager to execute the Permit with Hudson One for a total permit fee not to exceed $535,000 and 
a total term not to exceed 20 months; and be it 


FURTHER RESOLVED, That this Commission hereby ratifies, approves, and authorizes all 
actions heretofore taken by any City official in connection with the Permit; and be it 


FURTHER RESOLVED, That this Commission hereby authorizes the SFPUC General 
Manager to enter into any amendments or modifications to the Permit, including without 
limitation, the exhibits, that the General Manager determines, in consultation with the City 
Attorney, are in the best interest of the City, do not materially increase the obligations or liabilities 
of the City, are necessary or advisable to effectuate the purposes and intent of the Permit or this 
resolution, and are in compliance with all applicable laws, including the City Charter. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of January 14, 2020. 


pllorna Mood 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0011 


WHEREAS, On June 5, 2018, the voters of the City approved Proposition A, 
amending Charter Section 8B.124 (Proposition A), which among other things, authorized 
the San Francisco Public Utilities Commission (SFPUC) to issue revenue bonds, 
including notes, commercial paper or other forms of indebtedness, when authorized by 
ordinance approved by a two-thirds vote of the Board of Supervisors, for the purpose of 
reconstructing, replacing, expanding, repairing or improving power facilities or 
combinations of water, clean water and power facilities under the jurisdiction of the 
SFPUC, or for any lawful purpose of the power utility; and 


WHEREAS, On January 29, 2019, PG&E Corporation and its subsidiary, PG&E, 
filed for bankruptcy due to tens of billions of dollars in liabilities for the devastating 
wildfires caused by PG&E equipment in 2017 and 2018; and 


WHEREAS, In a letter dated January 14, 2019, Mayor London Breed asked the 
SFPUC to prepare an analysis of the options for ensuring safe and reliable electric service 
within the City, including the possibility of acquiring the PG&E electric distribution and 
transmission infrastructure assets that serve the City (PG&E Assets); and 


WHEREAS, On March 14, 2019, Mayor Breed and City Attorney Dennis Herrera 
submitted a letter to PG&E notifying it that the City had commenced work to determine 
the feasibility of the City’s acquisition of the PG&E Assets; and 


WHEREAS, On April 9, 2019, the Board of Supervisors (Board) adopted 
Resolution No. 174-19 determining that the public interest and necessity require changing 
the electric service provided in the City and requesting the SFPUC to prepare a report on 
options for improving electric service in the City through acquisition, construction, or 
completion of public utilities pursuant to Charter Section 16.101; and 


WHEREAS, On May 13, 2019, the SFPUC submitted a report to Mayor Breed 
and the Board (SFPUC Report), which is hereby declared to be a part of this Resolution 
as if set forth fully herein, analyzing three options for power independence, including (1) 
continued reliance on PG&E for electricity distribution service, (2) targeted investments 
in electric grid infrastructure to lessen the City’s reliance on PG&E, and (3) full power 
independence through acquisition of the PG&E Assets; and 


WHEREAS, The SFPUC Report concluded that acquisition of the PG&E Assets 
is the only option that would allow the City to meet its goals for affordable, safe, and 
reliable service; protection of the environment and climate goals; transparency and public 
accountability, and; workforce development and equity; and 


WHEREAS, The City has engaged a number of expert consultants to provide 
analysis and advice for the acquisition of the PG&E Assets, including in the areas of 
utility asset valuation, finance, utility rates, labor, engineering, and operations; and 


WHEREAS, On September 6, 2019, Mayor Breed and City Attorney Herrera 
submitted to PG&E a non-binding indication of interest (IOI), which is hereby declared 
to be a part of this Resolution as if set forth fully herein, to acquire the PG&E Assets for 
$2.5 billion in connection with the PG&E bankruptcy cases (Proposed Acquisition); and 


WHEREAS, On September 17, 2019, the Board adopted Resolution No. 403-19 
supporting the IOI and urging PG&E to work cooperatively with the City on the 
Proposed Acquisition; and 


WHEREAS, On September 19, 2019, Mayor Breed and City Attorney Herrera 
submitted a second letter to PG&E, which is hereby declared to be a part of this 
Resolution as if set forth fully herein, to provide additional information on the City’s 
offer and proposing to work with PG&E to include the City’s offer in PG&E’s September 
9, 2019 bankruptcy plan of reorganization; and 


WHEREAS, SFPUC anticipates that in addition to the purchase price for the 
Proposed Acquisition, funds will be required for the SFPUC’s transition to ownership 
and operation of the PG&E Assets, including but not limited to work to separate the 
PG&G Assets from the remainder of the PG&E grid; expanding personnel capacity; 
acquiring equipment inventory and software; and establishing operating reserves; and 


WHEREAS, The City has a long history of working productively with its 
unionized workforce, and will work in good faith to transition current PG&E unionized 
employees to City employment; and 


WHEREAS, Pursuant to Charter Section 8B.124, the Board may approve by 
ordinance revenue bond financing for any lawful purpose of the City’s power utility and 
in furtherance of, among other things, the City’s clean energy goals and enhanced safety 
and reliability for electric service; and 


WHEREAS, The SFPUC intends to authorize the issuance of Power Enterprise 
revenue bonds to fund the Proposed Acquisition if and when the six conditions specified 
below are met; and 


WHEREAS, The Bureau of Environmental Management determined that this 
action does not constitute a project under the California Environmental Quality Act 
(CEQA) Guidelines Section 15378(b)(4), and subsequent action by this Commission to 
approve any specific activities at a particular location, or the Proposed Acquisition, is 
conditioned upon completion of environmental review in compliance with CEQA, the 
CEQA Guidelines, Administrative Code Chapter 31, and Proposition A; now, therefore, 
be it 


RESOLVED by the San Francisco Public Utilities Commission, as follows: 


Section |. Conditional Issuance of Bonds. The Commission is authorized to 
issue Power Enterprise revenue bonds for the Proposed Acquisition in an amount not to 
exceed $3,065,395,000, inclusive of the $2,500,000,000 acquisition cost plus additional 
funds SFPUC anticipates will be required for the transition to ownership and operation of 
the PG&E assets, including but not limited to work to separate the PG&E assets from the 
remainder of the PG&E grid; expanding personnel capacity; acquiring equipment 
inventory and software; and establishing operating reserves, and funding bond financing 
costs; subject in all respects to the satisfaction in the future of each of the following six 
conditions prior to the issuance of the SFPUC bonds herein authorized: 


(1) The City has negotiated a binding agreement or agreements with PG&E 
for the acquisition of the PG&E assets, or is otherwise legally authorized to acquire the 
assets, with terms and conditions that protect the interests of the City and electric 
customers; 


(2) Commission staff has prepared an analysis of electric rates and proposed 
rate structures, including but not limited to rates for low income customers; 


(3) Commission staff has obtained and delivered to the Commission and the 
Board the certifications required under Charter Section 8B.124(a) and (b); 


(4) Commission staff has determined that the Power Enterprise revenue bonds 
can be issued on terms and at interest rates that will make the Proposed Acquisition 
financially feasible, including to the extent available under law exemption of interest on 
such Power Enterprise revenue bonds; 


(6) The Commission has adopted a resolution approving the binding 
documents required for acquisition and all forms of associated financing documents; and 


(6) The Board of Supervisors has adopted an ordinance by a two-thirds vote 
providing final authorization to the SFPUC to issue Power Enterprise revenue bonds for 
the Proposed Acquisition in accordance with Charter Section 8B.124. 


Section 2. CEQA Findings. The Commission, in approving this Resolution, is 
not providing final approval of the issuance of the Power Enterprise revenue bonds or 
approving the Proposed Acquisition within the meaning of CEQA. The Commission 
retains absolute discretion to decide whether to approve the issuance of revenue bonds 
and to proceed with the Proposed Acquisition, and the Commission will not take any 
discretionary action committing the City to approve the Proposed Acquisition until the 
Commission has reviewed and considered any environmental documentation prepared by 
the City in compliance with CEQA and adopted any appropriate findings in compliance 
with CEQA. 


Accordingly, the Commission retains discretion to, among other things, modify 
the terms of the Proposed Acquisition to mitigate any significant environmental impacts, 
require the implementation of specific measures to mitigate any significant environmental 
impacts of the Proposed Acquisition, to approve or reject the issuance of revenue bonds 
for the Proposed Acquisition, and to approve or reject the Proposed Acquisition. 


Section 3. Effective Date. This resolution shall take effect immediately after its 
adoption. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 


Commission at its meeting January 14, 2020. 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0012 


WHEREAS, The Governor of the State of California, in cooperation with the California 
State Legislature, has enacted the State of California Greenhouse Gas Reduction Funding, which 
provides funds to the State of California and its political subdivisions for California Climate 
Investments, including forest health programs; and 


WHEREAS, The State Department of Forestry and Fire Protection (CAL FIRE) has been 
delegated the responsibility for administering California Climate Investments Fire Protection 
grants; and 


WHEREAS, Hetch Hetchy Water and Power staff determined that a fuel break project in 
a key location between Priest Reservoir and the Moccasin Powerhouse would help create 
additional defensible space around the Moccasin penstocks, powerhouse, office buildings, and 
resident cottages; and 


WHEREAS, On December 4, 2019, the San Francisco Public Utilities Commission 
Assistant General Manager of the Water Enterprise submitted an application to CAL FIRE for a 
grant in the amount of $366,881 for the fuel break project between Priest Reservoir and 
Moccasin; and 


WHEREAS, If the grant is awarded and the project is constructed, funds to operate and 
maintain the project will be available from Hetch Hetchy Water and Power Operating budget; 
and 


WHEREAS, If the grant is awarded and approved by the Board of Supervisors, the 
project would commence in the spring of 2020 and the grant funds will be expended prior to the 
grant deadline of March 31, 2024; and 


WHEREAS, On October 9, 2019, the Planning Department determined that this project is 
categorically exempt from the California Environmental Quality Act Guidelines under Section 
15304, Class 4, under Case No. 2019-017437ENV; and 


WHEREAS, CAL FIRE requires the applicant to certify by resolution the approval of 
application before submission of said application to CAL FIRE; and 


WHEREAS, Hetch Hetchy staff became aware of the grant funding opportunity within 
two weeks of the December 4, 2019 filing date and were unable to get Commission approval 
prior to submitting the grant and therefore, retroactive approval of the application is being 
requested; now therefore be it 


RESOLVED, That the Commission retroactively approves the filing by the Assistant 
General Manager of the Water Enterprise, acting as the agent of the San Francisco Public 
Utilities Commission, of an application with CAL FIRE for “California Climate Investments” 
Fire Prevention grant program funds in the amount of $366,881 for the fuel break project 
between Priest Reservoir and Moccasin; and be it 


FURTHER RESOLVED, If the grant is awarded, the Commission hereby authorizes the 
General Manager to seek approval from the Board of Supervisors to accept and expend the grant 
and execute the grant agreement and other documents, which may be necessary for securing and 
administering the grant. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities Commission at 


its meeting of January 14, 2020. ; 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


RESOLUTION NO. 20-0013 


WHEREAS, Under the California Environmental Quality Act (CEQA) and California 
Water Code Section 10910(g)(1), the San Francisco Public Utilities Commission (SFPUC) is 
required to prepare and approve a Water Supply Assessment (WSA) for the cumulative water 
demands presented by the proposed One Vassar Project, which would result in approximately 
1,516,500 gross square feet of mixed uses across three buildings at 400 Second Street, 657 
Harrison Street, and 645 Harrison Street in the South of Market neighborhood and include 
residential, hotel, office, retail, production, distribution, and repair, and privately-owned public 
open space (cumulatively, the Project); and 


WHEREAS, The One Vassar Project is required to comply with the City’s Non-potable 
Water Ordinance, Article 12C of the San Francisco Health Code, and as a result, the Project will 
offset its potable water use through the use of alternate water sources; and 


WHEREAS, A WSA is an informational document that assesses the adequacy of water 
supplies to serve a proposed project and is required to be prepared as part of the CEQA 
environmental review process; and 


WHEREAS, Approval of a WSA as an informational document is not considered an 
approval action as defined in Section 15378 of the CEQA Guidelines; and 


WHEREAS, A WSA must be approved at a public meeting by the governing body of the 
public water supplier that would serve the proposed project; and 


WHEREAS, On December 12, 2018, the State Water Resources Control Board adopted 
an amendment to the Water Quality Control Plan for the San Francisco Bay/Sacramento-San 
Joaquin Delta Estuary (i.e., Bay-Delta Plan Amendment), which, if implemented in the future, 
would affect the Regional Water System supply and the SFPUC’s ability to meet the projected 
demands of existing and future retail customers, including the proposed project; and 


WHEREAS, Multiple lawsuits are pending challenging the Bay-Delta Plan Amendment, 
and the City is a party to one of those suits; and 


WHEREAS, In accordance with the State Water Resources Control Board’s instruction, 
on March 1, 2019, the SFPUC, in partnership with other key stakeholders, submitted a proposed 
“voluntary agreement” (March Ist Proposed Voluntary Agreement) for the State’s consideration 
as a substitute or replacement of the Bay-Delta Plan Amendment; and 


WHEREAS, On March 26, 2019 by Resolution No. 19-0057, this Commission endorsed 
the SFPUC’s continued participation in the voluntary agreement negotiation process and stated 
its intent that the terms of any final voluntary agreement would improve the health of the 
fisheries and maintain the reliability of its water supply including maintenance of its level of 
service (LOS) goal of no more than 20% system-wide rationing; and 


WHEREAS, Because implementation of the Bay-Delta Plan Amendment or an 
alternative Voluntary Agreement is uncertain at this time, the SFPUC staff prepared the attached 
WSA for the proposed One Vassar Project, analyzing water supply and demand under three 
scenarios: (1) No implementation of the Bay-Delta Plan Amendment or the March Ist Proposed 
Voluntary Agreement (“Scenario |”), (2) Implementation of the March Ist Proposed Voluntary 
Agreement (“Scenario 2”), and (3) Implementation of the Bay-Delta Plan Amendment 
(“Scenario 3”); and 


WHEREAS, The WSA concludes that the SFPUC’s total projected water supplies 
through 2040 will (1) meet the demands of the proposed project in normal years under all three 
scenarios, (2) meet the demands of the proposed project in dry years without rationing beyond 
the SFPUC’s LOS goal of 20% system-wide rationing under Scenario 1, (3) meet the demands of 
the proposed project in dry years but require rationing closer to the LOS goal under Scenario 2, 
and (4) not reliably meet the demands of the proposed project without rationing at a level greater 
than that required to achieve the LOS goal under Scenario 3; now, therefore, be it 


RESOLVED, This Commission approves the attached Water Supply Assessment for the 
proposed One Vassar Project pursuant to the State of California Water Code Section 10910(g). 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of January 14, 2020. 


florins Mood 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0014 


WHEREAS, The City and County of San Francisco (City), under the jurisdiction of the 
San Francisco Public Utilities Commission (SFPUC), owns SFPUC Parcel No. 187-1 (SFPUC 
Parcel) in Tuolumne County, California; and 


WHEREAS, Hetch Hetchy Water and Power (HHWP) owns and operates the SFPUC’s 
Moccasin Peak Radio Site on the SFPUC Parcel; and 


WHEREAS, On February 24, 2015, by Resolution No. 15-0050, the Commission 
authorized the issuance to the County of Tuolumne (Licensee) a no-fee, five-year, revocable 
license (Original License) for Licensee’s communications services facilities consisting of four 
radio repeaters and five antennas (Repeaters) within an SFPUC building and on two appurtenant 
radio antenna towers on a portion of the SFPUC Parcel (License Area); and 


WHEREAS, The Repeaters serve to enable radio communications for emergency 
response staff, including SFPUC staff, law enforcement, ambulance, and Cal Fire staff 
throughout Tuolumne and Calaveras Counties; and 


WHEREAS, Licensee seeks to enter into the proposed five-year, no-fee revocable 
License (Proposed License) to supersede and replace the Original License; and 


WHEREAS, The Proposed License would authorize Licensee to continue to access, 
maintain, and operate the Repeaters on the License Area; and 


WHEREAS, The SFPUC proposes to offer a no-fee license to Licensee and the Proposed 
License meets three of the five criteria set forth in Section 5.3.1 of the Commission-approved 
SFPUC Real Estate Guidelines for rent-free licenses to public agencies: (1) the property is 
located within the beundary ‘of the county that is the license applicant, (2) the property must be 
fully maintained and repaired’ by the licensee under the terms of the license agreement, and (3) 
the property is not proposed for any of the “restricted uses” identified by the Guidelines; and 


WHEREAS, SFPUC Real Estate Services recommends the Commission waive the 
remaining two criteria under Section 5.3.1 of its Guidelines -- that the licensed property must 
have little or no revenue generating potential, and must not be desired by more than one 
applicant -- because the Proposed License serves the following utility purposes that benefit the 
SFPUC: (1) Licensee’s Repeaters operate on a frequency network that is compatible with HHWP 
radio frequencies and therefore HHWP staff are able to use it, at no cost, as an additional mode 
of communications during emergency situations if and when land-based communication is lost, 
and (2) Licensee’s Repeaters provide communication coverage to the SFPUC’s Priest Reservoir 
watershed for emergency response teams and allow HHWP staff to track movement of fire 
during wildfire events to determine potential threats to SFPUC facilities; and 


WHEREAS, SFPUC staff has reviewed and approved Licensee’s plans for use of the 
License Area; and 


WHEREAS, Execution of the Proposed License does not constitute a project under 
California Environmental Quality Act (CEQA) Guidelines Section 15378 because there would 
be no physical change in the environment; now, therefore, be it 


RESOLVED, That this Commission hereby ratifies, approves and authorizes all actions 
heretofore taken by any City official in connection with the Proposed License; and, be it 


FURTHER RESOLVED, That this Commission hereby waives the remaining two criteria 
under Section 5.3.1 of its Guidelines for purposes of the Proposed License because the 
Licensee’s Repeaters provide SFPUC with additional mode of communications and 
communications coverage during emergency situations that benefits SFPUC’s utility operations; 
and, be it 


FURTHER RESOLVED, That this Commission hereby approves the terms and 
conditions of the Proposed License; and, be it 


FURTHER RESOLVED, That this Commission hereby authorizes and directs the 
SFPUC General Manager to execute the License; and, be it 


FURTHER RESOLVED, That this Commission herby authorizes the SFPUC General 
Manager to enter into any amendments or modifications to the Proposed License, including 
without limitation, the exhibits, that the General Manager determines, in consultation with the 
City Attorney, are in the best interest of the City; do not materially increase the obligations or 
liabilities of the City; are necessary or advisable to effectuate the purposes and intent of the 
License or this resolution, and are in compliance with all applicable laws, including the City 
Charter. ; 


I hereby certify that the foregoing resolution was adopted by the Public Utilities Commission at 


its meeting of January 14, 2020. 


Secretary, Public Utilities Commission 
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For information, contact the Commission Secretary at 415-554-3165 
Minutes and other information are available on the SFPUC web site: 
www.sfwater.org 


Accessible Meeting Policy: The San Francisco Public Utilities Commission meeting will be held at 525 Golden 
Gate Avenue, Second Floor, O'Shaughnessy Conference Room, San Francisco, CA. The closest accessible 
BART station is the Civic Center Station at United Nations Plaza and Market Street. Accessible MUNI lines 
serving this location are: MUNI Metro Lines J-Church, K-Ingleside, L-Taraval, M-Ocean View, N-Judah and T- 
Third at Van Ness and Civic Center Stations: F-Market; 19-Polk, 47-Van Ness; 49-Mission-Van Ness; 5-Fulton; 
6-Parnassus, 21-Hayes; 9-San Bruno; and 7-Haight Noriega. For information about MUNI accessible services 
call 701.4485. 


The meeting room is wheelchair accessible. There is accessible parking available within the Civic Center 
Underground Parking Garage at the corner of McAllister and Polk Streets, and within the Performing Arts 
Parking Garage at Grove and Franklin Streets. 


To obtain a disability-related accommodation, including auxiliary aids or services, or to obtain meeting 
materials in alternative format, please contact Donna Hood at 415.554.3165. Providing at least 72 hours’ notice 
will help to ensure availability. Written reports or background materials for calendar items area available for 
public inspection and copying at 525 Golden Gate Ave., 13‘ Floor during regular business hours and are 


available on-line at http://www.sfwater. org/index.aspx?page=167. 


To assist the City’s efforts to accommodate persons with severe allergies, environmental illnesses, multiple 
chemical sensitivity or related disabilities, attendees at public meetings are reminded that other attendees may 
be sensitive to various chemical based products. Please help the City to accommodate these individuals. 


The ringing of and use of cell phones, pagers and similar sound-producing electronic devices are prohibited 
at this meeting. Please be advised that the President may order the removal from the meeting room of any 
person(s) responsible for the ringing or use of a cell phone, pager, or other similar sound-producing 
electronic devices. 


Know Your Rights Under the Sunshine Ordinance: Government's duty is to serve the public, reaching its 
decision in full view of the public. Commissions, boards, councils and other agencies of the City and County 
exist to conduct the people's business. This ordinance assures that deliberations are conducted before the 
people and that City operations are open to the people's review. For more information on your rights under 
the Sunshine Ordinance or to report a violation of the ordinance, contact Administrator, by mail to Sunshine 
Ordinance Task Force, 1 Dr. Carlton B. Goodlett Place, Room 244, San Francisco, CA 94102.4689; by 
phone at 554.7724; by fax at 554.7854; or by email at sotf@sfgov.org. 


Copies of the Sunshine Ordinance can be obtained from the Clerk of the Sunshine Task Force, the San 
Francisco Public Library and on the City’s website at http://www. sfgov.org. 
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Lobbyist Registration and Reporting Requirements: Individuals and entities that influence or attempt to 
influence local legislative or administrative action may be required by the San Francisco Lobbyist Ordinance [SF 
Campaign & Governmental Conduct Code §2.100] to register and report lobbying activity. For more information 
about the Lobbyist Ordinance, please contact the San Francisco Ethics Commission at 25 Van Ness Avenue, 
Suite 220, San Francisco, CA 94102; telephone (415) 252-3100; fax (415) 252-3112; web site at 
www.sfgov.org/ethics. 





CEQA Appeal Rights under Chapter 31 of the San Francisco Administrative Code: |f the Commission's 
action on a project constitutes the Approval Action for that project (as defined in S.F. Administrative Code 
Chapter 31, as amended, Board of Supervisors Ordinance Number 161-13), then the CEQA determination 
prepared in support of that Approval Action is thereafter subject to appeal within the time frame specified in S.F. 
Administrative Code Section 31.16. Typically, an appeal must be filed within 30 calendar days of the Approval 
Action for a project that has received an exemption or negative declaration pursuant to CEQA. For information 
on filing an appeal under Chapter 31, contact the Clerk of the Board of Supervisors at City Hall, 1 Dr. Carlton B. 
Goodlett Place, Room 244, San Francisco, CA 94102, or call (415) 554-5184. If the Planning Department's 
Environmental Review Officer has deemed a project to be exempt from further environmental review, an 
exemption determination has been prepared and can be obtained on-line at http: /Avww.sf- 

planning. org/index.aspx?page=3447 Under CEQA, in a later court challenge, a litigant may be limited to raising 
only those issues previously raised at a hearing on the project or in written correspondence delivered to the 
Board of Supervisors, Planning Commission, Planning Department or San Francisco Public Utilities 
Commission at, or prior to, such hearing, or as part of the appeal hearing process on the CEQA decision. 
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Call to Order 
Roll Call 
Summary of January 9, 2020 Budget Hearing #1 Questions (discussion only) 
Wastewater Enterprise (WWE) Budget and Capital Plan (discussion only) 
i. FY 2020-21 and FY 2021-22 WWE Operating Budget 
ii. FY 2020-21 through FY 2029-30 WWE Capital Plan, including the FY 
2020-21 and FY 2021-22 WWE Capital Budget 


Motion to continue meeting to a Special Meeting noticed for Thursday, 
January 23, 2020. 
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San Francisco, CA 94102 
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4. 


Call to Order 
Budget Chair Caen called the Special Budget Hearing to order at 9:09 am. 


Roll Call — 
Present: Caen, Vietor, Moran, and Maxwell 
Commissioner Paulson arrived at 9:48 am. 


Summary of January 9, 2020 Budget Hearing #1 Questions 

Eric Sandler, CFO and Assistant General Manager (AGM), Business 
Services, distributed summary of Commissioner questions and staff 
responses from the January 9, 2020 Budget Hearing #17. 


CFO Sandler noted a question from Vice President (VP) requesting a 
summary of positions by program was not included but will be added with the 
next update. 


Chair Caen asked that Commissioners only ask clarifying questions to 
presenters during the presentation and hold other questions to the end of the 
presentation. 


CFO Sandler reviewed the Wastewater Enterprise binder materials. 


Chair Caen continued item 3 to the end of the meeting to allow for review 
and discussion. 


Wastewater Enterprise (WWE) Budget and Capital Plan 
i. FY 2020-21 and FY 2021-22 WWE Operating Budget 
Greg Norby, AGM Wastewater, began with an overview of WWE 
operations, which is comprised of three wastewater treatment plants, 
one wet-weather facility, 27 pump stations, 1,900 miles of sewer mains 
and laterals, and 25,000 catch basins. There are seven division with 544 
authorized positions. 


AGM Norby reviewed the WWE divisions and introduced Division 
Managers for Operations, Maintenance, Collection Systems, 
Engineering, Regulatory Compliance, Urban Watershed Planning and 
Business Strategy and Performance. 


AGM Norby outlined their approach to identify budget efficiencies 
(process and outcomes). He noted the WWE budget proposal is guided 
by the SFUPC Strategic Goals. He indicated how the WWE Business 
Plan Goal Areas fit into three specific SFPUC Strategic Goal areas of 
Reliable Service and Assets (asset management and capital planning), 
Organization Excellence (business processes and safety), and Effective 
Workforce (workforce planning). 


AGM Norby reviewed the following budget themes and associated 
hall d ties: 





JANUARY 16, 2020 MINUTES 


SPECIAL BUDGET HEARING #2 


Theme — People: 

Challenge 1: Changing workforce needs. 

Challenge 2: Training and assessing a highly skilled workforce. He 
reviewed new Staff training efforts (old vs new model), and WWE efforts 
to formalize a dedicated training team, which includes a budget request 
of four new positions created via substitutions. 


Theme - Resilience: 

Challenge 1: Integrating asset management and capital project delivery. 
Proposal 1: Staff support to onboard new Sewer System Improvement 
Program (SSIP) assets, which includes six new project-funded positions 
(no operating budget impact). 

Proposal 2: Property to mitigate impacts of SSIP on current operations, 
which includes a new budget request of $850,000 to pay for lease in 
year one. 

Proposal 3: Digester cleaning to extend useful life, which includes a new 
budget request of $1M to pay for cleaning in year one. 

Challenge 2: Ensuring safe operations at all facilities. 

Proposal: Expanding service contracts and formalizing a safety team, 
which includes three positions created via substitution and a new budget 
request of $1,035M to pay for service contracts in year one. 


Commissioner Paulson arrived at 9:48 am. 


Theme: Utility of the Future, Now: 

Opportunity 1: Scaling of Green Infrastructure across Urban Watershed. 
Proposal 1: Stormwater Management Ordinance Administration, which 
includes three project-funded positions. 

Proposal 2: Stormwater Allocation Administration, which includes four 
new positions with a year-one operating budget impact of $219,295 and 
a year-two operating budget impact of $463,341. 

Opportunity 2: Mitigating Risk through Sewer Lateral Asset 
Management. 

Proposal: Formalizing a Lateral Asset Management Program, which 
includes two project-funded positions with a year-one operating budget 
impact of $500,000. 

Opportunity 3: Managing Biosolids for Environmental Benefit. 

Proposal: Biosolids Management Cost Increase with a year-one 
operating budget impact of $1.2M. 


AGM Norby reviewed the total proposed budget changes for FY 2020-21 
(9% change), and FY 2021-22 request (5% change). He reviewed total 
proposed position change request for FY 2020-21 (2%) and FY 2021-22 
(1% change) and concluded with a review of Operating Budget Use of 
Funds. 


No public comment. 
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li. FEY 2020-21 through FY 2029-30 WWE Capital Plan, including the FY 


2020-21 and FY 2021-22 WWE Capital Budget 
Steven Robinson, Director of Capital Programs, began with a timeline 


and an overview of the Capital Planning process steps: (1) Level-of- 
Service Refinement, (2) Needs identification, (3) Improvements 
priontization, and (4) Implementation planning. 


He outlined the summary of the 10-year (FY 21-30) Capital Improvement 
Program; Wastewater Capital Plan Summary (-8% change); Capital 
Appropriations for FY21 ($179.4) and FY22 ($399.4); and FY2020-21 to 
FY2029-30 10-Year Capital Plan. He concluded with a summary of next 
Steps. 


No public comment. 


Chair Caen indicated that the Commissioner questions and staff answers will 
be included on the subsequent agendas and discussed at that time. 


3). Motion to continue the meeting to a Special Meeting noticed for Thursday, 
January 23, 2020. 
On motion to continue the meeting to a Special Meeting noticed for 
Thursday, January 23, 2020: 
Ayes: Caen, Vietor, Moran, Maxwell and Paulson 


Meeting continued at 10:52 pm. 
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available on-line at http://www. sfwater.org/index.aspx?page=167. 


To assist the City’s efforts to accommodate persons with severe allergies, environmental illnesses, multiple 
chemical sensitivity or related disabilities, attendees at public meetings are reminded that other attendees may 
be sensitive to various chemical based products. Please help the City to accommodate these individuals. 


The ringing of and use of cell phones, pagers and similar sound-producing electronic devices are prohibited 
at this meeting. Please be advised that the President may order the removal from the meeting room of any 
person(s) responsible for the ringing or use of a cell phone, pager, or other similar sound-producing 
electronic devices. 


Know Your Rights Under the Sunshine Ordinance: Government's duty is to serve the public, reaching its 
decision in full view of the public. Commissions, boards, councils and other agencies of the City and County 
exist to conduct the people's business. This ordinance assures that deliberations are conducted before the 
people and that City operations are open to the people's review. For more information on your rights under 
the Sunshine Ordinance or to report a violation of the ordinance, contact Administrator, by mail to Sunshine 
Ordinance Task Force, 1 Dr. Carlton B. Goodlett Place, Room 244, San Francisco, CA 94102.4689; by 
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Lobbyist Registration and Reporting Requirements: Individuals and entities that influence or attempt to 
influence local legislative or administrative action may be required by the San Francisco Lobbyist Ordinance [SF 
Campaign & Governmental Conduct Code §2.100] to register and report lobbying activity. For more information 
about the Lobbyist Ordinance, please contact the San Francisco Ethics Commission at 25 Van Ness Avenue, 
Suite 220, San Francisco, CA 94102; telephone (415) 252-3100; fax (415) 252-3112: web site at 


www.sfgov.org/ethics. 





CEQA Appeal Rights under Chapter 31 of the San Francisco Administrative Code: If the Commission’s 
action on a project constitutes the Approval Action for that project (as defined in S.F. Administrative Code 
Chapter 31, as amended, Board of Supervisors Ordinance Number 161-13), then the CEQA determination 
prepared in support of that Approval Action is thereafter subject to appeal within the time frame specified in S.F. 
Administrative Code Section 31.16. Typically, an appeal must be filed within 30 calendar days of the Approval 
Action for a project that has received an exemption or negative declaration pursuant to CEQA. For information 
on filing an appeal under Chapter 31, contact the Clerk of the Board of Supervisors at City Hall, 1 Dr. Carlton B. 
Goodlett Place, Room 244, San Francisco, CA 94102, or call (415) 554-5184. If the Planning Department’s 
Environmental Review Officer has deemed a project to be exempt from further environmental review, an 
exemption determination has been prepared and can be obtained on-line at http:/Awww.sf- 
planning.org/index.aspx?page=3447.Under CEQA, in a later court challenge, a litigant may be limited to raising 
only those issues previously raised at a hearing on the project or in written correspondence delivered to the 
Board of Supervisors, Planning Commission, Planning Department or San Francisco Public Utilities 
Commission at, or prior to, such hearing, or as part of the appeal hearing process on the CEQA decision. 
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Call to Order 
Roll Call 


Summary of Commissioner Questions from the January 9 Budget Hearing #1 
and January 16 Budget Hearing #2, and staff answers (discussion only) 


Water Enterprise Budget and Capital Plan (discussion only) 

i. FY 2020-21 and FY 2021-22 Water Enterprise Operating Budget 

ll. FY 2020-21 through FY 2029-30 Water Enterprise Capital Plan, including 
the FY 2020-21 and FY 2021-22 Capital Budget 


Hetchy Water Budget and Capital Plan (discussion only) 

I. FY 2020-21 and FY 2021-22 Hetchy Water Operating Budget 

li. FY 2020-21 through FY 2029-30 Hetchy Water Capital Plan, including the 
FY 2020-21 and FY 2021-22 Capital Budget 


Motion to continue meeting to a Special Meeting noticed for Thursday, 
January 30, 2020. 
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Call to Order 
Budget Chair Caen called the meeting to order at 9:09 am. 


Roll Call 
Present: Caen, Vietor, Moran, and Maxwell 
Commissioner Paulson arrived at 9:11 am. 


Summary of Commissioner Questions from the January 9 Budget Hearing #1 


and January 16 Budget Hearing #2, and staff answers 
Eric Sandler, CFO and Assistant General Manager (AGM) Business 


Services, presented a spreadsheet with updated Commissioner questions 
and staff responses from the first two budget hearings. 


Commissioner Paulson arrived at 9:11 am. 


No public comment. 


Water Enterprise Budget and Capital Plan 


I. FY 2020-21 and FY 2021-22 Water Enterprise Operating Budget 
Steve Ritchie, AGM Water, began with a review of the San Francisco 


Regional Water System and of SFPUC customers with more than 2.7 — 
million residents and businesses, including 26 wholesale customers. 


AGM Ritchie presented the Water Enterprise organizational chart and 
introduced Division Managers. 


Mr. Ritchie reviewed the 2008 Water Enterprise Level of Service (LOS) 
Goals and Objectives: (1) Water Quality - maintain high water quality, (2) 
Seismic Reliability - reduce vulnerability to earthquakes, (3) Delivery 
Reliability - increase delivery reliability and improve ability to maintain the 
system, (4) Water Supply - meet customer water needs in non-drought 
and drought periods, (5) Sustainability - enhance sustainability in all 
system activities, and (6) Cost-Effectiveness - achieve a cost-effective, 
fully operational systems. 


He noted the Water Enterprise budget proposal is guided by the SFUPC 

Strategic Planning Goals and reviewed the following. 

e People: Meeting workforce challenges of succession planning; and 
the need for increasingly special skill sets internally. 

e Resilience: Managing increased risks (dam safety and lands 
management); and responding to State and Federal Regulations. 


e The Future Integrating Technology into Work: Requires a significant 
commitment of staff time and resources. 


AGM Ritchie reviewed needs for operating and maintaining new facilities 
and equipment at the City Distribution Division and Water Supply and 





Treatment Division facilities; and operating budget-funded positions for 

the Wastewater Enterprise, not including Hetch Hetchy Water. 

e Supporting Our People - To operate and maintain new facilities and to 
keep up with aging infrastructure while demands for service are 
increasing: 

o Regional Groundwater Project and other new facilities (FY21 
seven positions; FY22 two positions). 

o Positions for in-City Construction for new service and main 
replacement (FY21 nine project-funded positions; FY22 eight 
project-funded positions). 

o To provide modern facilities to meet 21s‘ Century demands and 
expectations (potential new City Distribution Division Yard; New 
Millbrae Laboratory and South Shop). 


e Increasing Our Resiliency 
o Disaster Preparedness — Wildfire Mitigation (four positions, three 


of which are project funded); Auxiliary Water Supply System (FY21 
two project-funded positions; FY22 two project-funded positions). 

o Safety - new equipment in-City, and radio system improvements 
system-wide. 

o Efficiency - Geographic Information System Support in-City (FY21 
two project-funded positions); system-wide Supervisory Control 
and Data Acquisition improvements. 


Becoming a Utility of the Future, Now 
e Maintaining Level-of-Service 
o Dam Safety (regional and local dams) 
o Watershed protection and expanding access 


AGM Ritchie presented the Water Enterprise Use of Funds for FY2020, 
FY2021 and FY2022; Water Enterprise Total Budget (FY2020-21 request 
2% change; FY2021-22 request 4% change); Water Enterprise Full Time 
Authorized Positions (FY2020-21 request 3% change; FY2021-22 
request 1% change). He indicated the total change for the 10-Year Water 
Capital Spending Plan (Regional, Local and AWSS) is 28%. 


li. FY2020-21 through FY2029-30 Water Enterprise Capital Plan, including 


the FY2020-21 and FY2021-22 Capital Budget 
AGM Ritchie outlined the FY2020-21 to FY2029-30 10-year Water 


Capital Plan, and FY2020-21 to FY2021-22 Water Capital Budget. 


He indicated the Water Enterprise 10-Year Capital Improvement Program 
Local and Regional Water CIP is 2,206, 188,878 (increase of 
$480,040,487 over last 10-Year plan); Water Enterprise Two-year Capital 
Improvement Program is $287,686,93 for FY2020-21 and $195,902,795 
for FY 2021-22; and $153,000,000 for FY 2020-21 is General Fund from 
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proposed Earthquake Safety and Emergency Response bond measure 
on the March 2020 ballot. 


AGM Ritchie continued with a review of the Regional Water 10-Year CIP 
and Two-Year CIP and highlighted the Regional Water Two-Year C/P 
requests: Water Treatment ($21.8M), Water Supply and Storage 
($29.8M), Watershed and Land Management ($52.6M), Buildings and 
Grounds ($25. 1M). 


Tim Ramirez responded to questions from Vice President (VP) Vietor and 
Commissioner Maxwell regarding the $20M budget requested for two 
trails in the Peninsula Watershed. Brief discussion endued. 


AGM Ritchie outlined significant changes in the Regional Water 10-Year 
CIP. He reviewed the Local Water 10-Year CIP and Two-Year CIP and 
highlighted the Local Water Two-Year CIP requests: Water Supply 
Projects ($9.4M), Local Water Conveyance ($107.1M), Local Reservoir 
and Tank Improvements ($8.7M), and Buildings and Grounds ($49. 7M). 


Bill Teahan responded to a question from Commissioner Maxwell 
regarding meters for large office and residential buildings. 


AGM Ritchie reviewed significant changes in the Local Water 10-Year 
CIP. 


VP Vietor expressed concern with water supply projects and budget 
priorities. Brief discussion ensued. 


Commissioner Moran noted that many of the Water Enterprise position 
needs are being met by reallocation of existing resources. 


AGM Ritchie responded to a question form Chair Caen regarding what 
decision have been made regard trails. 


CFO Sandler responded to a question from Chair Caen regarding the 
previous 10-Year budget figures presented. 


Public Comment 

e Nicole Sandkulla, BAWSCA, noted the CIP Assessment Study 
recommendation for a separate stand-alone document is needed in 
the future. Past appropriations that have not been spent shows fiscal 
control and accountability; dam safety work and water supply 
discussions are important and funding request seems appropriate, but 
the work must to get done. Improve staffing and consulting work 
needed. 


e Liz Westbrook, Trail Director, Bay Area Ridge Trail, expressed 
support for staff recommendations for the Ridge trail. Challenging 





work is to come. Hope to dedicate additional eight miles this year. 
Support project. 
e Bob Siegel, Bay Area Ridge Trail, expressed support for the trail to 
complete gaps. 
e Francisco DaCosta stated that the Commission need to read the Raker 
Act and conduct a needs assessment. He discussed leaching and 
what Is being done for future generations. 


The Commission recessed at 11:04 am and reconvened at 11:18 am. 


5. Hetchy Water Budget and Capital Plan 


i. FY 2020-21 and FY 2021-22 Hetchy Water Operating Budget 
AGM Ritchie briefly reviewed the San Francisco Regional Water System 


and reviewed the 2008 Water Enterprise Level of Service (LOS) Goals 
and Objectives (1) Water Quality (maintain high quality of water), (2) 
Seismic Reliability (reduce vulnerability to earthquakes, (3) Delivery 
Reliability (increase delivery reliability and improve ability to maintain the 
system), (4) Water Supply (meet customer water needs in non-drought 
and drought periods, (5) Sustainability (enhance sustainability in all 
system activities), and (6) Cost-Effectiveness (achieve a cost-effective, 
fully operational system). 


He noted the Water Enterprise budget proposal is guided by the SFUPC 

Strategic Planning Goals and reviewed the following: 

e Increasing Resilience through Disaster Preparedness: Wildfire 
mitigation (FY21 — one project-funded position, FY22 two project- 
funded positions). 

e Increasing Resilience: Safety - system-wide radio system 
improvements; and Efficiency - improved records management (FY22 
one position). 

e Utility of the Future, Now: Maintaining Level-of-Service (FY21 one 
position), and programmatic funding increase of $6M over 10 years for 
Western Electricity Coordinating Council and North American Electric 
Reliability Corporation regulations. 


AGM Ritchie reviewed a 15-Year Plan for Dam safety; Lower Tuolumne 
River (Don Pedro FERC License and Voluntary Agreements); and Upper 
Tuolumne River (protecting watersheds), which includes increasing the 
Memorandum of Understanding (MOU) with the National Park Service by 
$400,000 per year. Brief discussion ensued regarding the MOU increase 
and what services are received per the MOU. 


AGM Ritchie presented the Hetchy Use of Funds FY2020, FY2021 and 
FY2022; Hetchy Water Total Budget (FY2020-21 request 19% change; 
FY2021-22 request 3% change); Hetchy Water Full Time Authorized 





Positions (FY2020-21 request 1% change; FY2021-22 request 1% 
change). 


li. FY2020-21 through FY2029-30 Hetchy Water Capital Plan, including the 


FY2020-21 and FY2021-22 Capital Budget 
AGM Ritchie outlined the summary of the 10-Year Hetchy Water & Power 


Capital Plan and Summary (22% change); FY2020-21 to FY2029-30 
Hetchy Water & Power Capital Plan and Capital Budget; Hetchy Water 
10-Year Capital Improvement Program (FY19-28 $909,201,000 and 
FY21-30 $1,024,375,458); Hetchy Water Two-year Capital Improvement 
Program (FY2020-21 $38,501,775, FY2021-22 $111,474,483). 


AGM Ritchie continued with a review of the Hetchy Water Two-Year C/P 
project highlights: Water request ($53.8M), Power request (10.6M), Joint 
request ($85.6M). 


He reviewed significant changes for the Hetchy Hetchy Water 10- Year | 
CIP for Water, Power, and joint projects. Brief discussion ensued on 
project details. 


Public Comment 
e Francisco DaCosta discussed the Buffalo Soldiers who managed the 
national parks and stated that they need to be honored. 


AGM Ritchie distributed copies of the Water Resources Division Annual 
Report. 


GM Kelly provided concluding comments. 


Motion to continue meeting to a Special Meeting noticed for Thursday, 
January 30, 2020. 

On Motion to continue the meeting to a Special Meeting notice for Thursday, 
January 30, 2020: 

Ayes: Caen, Vietor, Moran, Maxwell and Paulson 


(Time: 12:12 pm) 
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Accessible Meeting Policy: The San Francisco Public Utilities Commission meeting will be held in Room 400, at 1 Dr. Carlton 
B. Goodlett Place (400 Van Ness Ave.), San Francisco, CA. The closest accessible BART station is the Civic Center Station at 
United Nations Plaza and Market Street. Accessible MUNI lines serving this location are: MUNI Metro Lines J-Church, K- 
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Avenue and McAllister Street perimeters of City Hall for mobility-impaired persons. There is accessible parking available 
within the Civic Center Underground Parking Garage at the corner of McAllister and Polk Streets, and within the Performing 
Arts Parking Garage at Grove and Franklin Streets. 


To obtain a disability-related accommodation, including auxiliary aids or services, or to obtain meeting materials in alternative 
format, please contact Donna Hood at 415.554.3165. Providing at least 72 hours notice will help to ensure availability. Written 
reports or background materials for calendar items are available for public inspection and copying at 525 Golden Gate Ave., 
13" Floor during regular business hours and are available on-line at http://www.sfwater.org/index.aspx?page=167. 


To assist the City’s efforts to accommodate persons with severe allergies, environmental illnesses, multiple chemical 
sensitivity or related disabilities, attendees at public meetings are reminded that other attendees may be sensitive to various 
chemical based products. Please help the City to accommodate these individuals. 


The ringing of and use of cell phones, pagers and similar sound-producing electronic devices are prohibited at this meeting. 
Please be advised that the President may order the removal from the meeting room of any person(s) responsible for the 
ringing or use of a cell phone, pager, or other similar sound-producing electronic devices. 


Know Your Rights Under the Sunshine Ordinance: Government's duty is to serve the public, reaching its decision in full 
view of the public. Commissions, boards, councils and other agencies of the City and County exist to conduct the people's 
business. This ordinance assures that deliberations are conducted before the people and that City operations are open to 
the people's review. For more information on your rights under the Sunshine Ordinance or to report a violation of the 
ordinance, contact Administrator, by mail to Sunshine Ordinance Task Force, 1 Dr. Carlton B. Goodlett Place, Room 244, 
San Francisco, CA 94102.4689; by phone at 554.7724; by fax at 554.7854; or by email at sotf@sfgov.org. 





Copies of the Sunshine Ordinance can be obtained from the Clerk of the Sunshine Task Force, the San Francisco Public 
Library and on the City’s website at http://www.sfgov.org. 
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iPeniéaty! raving aadaities that influence or attempt to influence local 
legislative or administrative action may be required by the San Francisco Lobbyist Ordinance [SF Campaign & Governmental 
Conduct Code §2.100] to register and report lobbying activity. For more information about the Lobbyist Ordinance, please 
contact the San Francisco Ethics Commission at 25 Van Ness Avenue, Suite 220, San Francisco, CA 94102; telephone (415) 
252-3100; fax (415) 252-3112; web site at www.sfgov.org/ethics. 


CEQA Appeal Rights under Chapter 31 of the San Francisco Administrative Code: If the Commission’s action on a 
project constitutes the Approval Action for that project (as defined in S.F. Administrative Code Chapter 31, as amended, Board 
of Supervisors Ordinance Number 161-13), then the CEQA determination prepared in support of that Approval Action is 
thereafter subject to appeal within the time frame specified in S.F. Administrative Code Section 31.16. Typically, an appeal 
must be filed within 30 calend ar days of the Approval Action for a project that has received an exemption or negative 
declaration pursuant to CEQA. For information on filing an appeal under Chapter 31, contact the Clerk of the Board of 
Supervisors at City Hall, 1 Dr. Carlton B. Goodlett Place, Room 244, San Francisco, CA 94102, or call (415) 554-5184. If the 
Planning Department’s Environmental Review Officer has deemed a project to be exempt from further environmental review, 
an exemption determination has been prepared and can be obtained on-line at htto:/Avww.sf- 
planning.org/index.aspx?page=3447.Under CEQA, in a later court challenge, a litigant may be limited to raising only those 
issues previously raised at a hearing on the project or in written correspondence delivered to the Board of Supervisors, 
Planning Commission, Planning Department or San Francisco Public Utilities Commission at, or prior to, such hearing, or as 
part of the appeal hearing process on the CEQA decision. 





ORDER OF BUSINESS 
1. Call to Order 
2. Roll Call 


3. Approval of the Minutes: 
- January 9, 2020 Special Budget Hearing #1 
- January 14, 2020 Regular Meeting 
- January 16, 2020 Special Budget Hearing #2 


4. General Public Comment 
Members of the public may address the Commission on matters that are within the 
Commission’s jurisdiction and are not on today’s agenda 


5. Communications (discussion only) 
a) Advance Calendar 
b) Correspondence Log 
c) Contract Advertisement Report 
d) Water Supply Conditions Update 


6. Recognition of Mr. Carlos Jacobo for his 44 years of service to the City and County of 
San Francisco, with 38 years of this service to the San Francisco Public Utilities 
Commission (discussion only) — . (Kelly, Jr.) 


7. Report of the General Manager (discussion only) 
a) Local Renewable Energy Report 
b) Sewer System Improvement Program Major Projects Update 
c) Update on PG&E’s Bankruptcy and City’s Acquisition Offer 
d) Report on Recent San Francisco Public Utilities Commission Activities, Events and 
Announcements 


8. Bay Area Water Supply and Conservation Agency Report (discussion only) (Sandkulla) 
9. New Commission Business (discussion) 
CONSENT CALENDAR 


10.All matters listed hereunder constitute a Consent Calendar, are considered to be routine 
by the San Francisco Public Utilities Commission and will be acted upon by a single 
vote of the Commission. There will be no separate discussion of these items unless a 
member of the Commission or the public so requests, in which event the matter will be 
removed from the Calendar and considered as a separate item. 


a) Approve an increase of 611 consecutive calendar days (approximately one year 
and eight months) to the existing contract duration contingency for Contract No. 
7900 15 WD-2760, 12-inch and 8-Inch Ductile Iron Water Main Replacement, Sewer 
Replacement and Pavement Renovation on Waller Street and Various Side Streets; 
and authorize the General Manager to approve future modifications to the contract 


for a total revised contract duration of up to 1,116 consecutive calendar days 
(approximately three years and one month), with no change to the contract amount. 
(How) 


b) Accept work performed by Monterey Mechanical Co. for Contract No. WW-632, 
Southeast Water Pollution Control Plant Existing Digester Gas Handling 
Improvements, for a total contract amount of $10,996,642, and a total contract 
200016 duration of 790 calendar days (approximately two years and two months); and 
authorize final payment to the contractor. (How) 


c) Accept work performed by Cal State Constructors, Inc. for Contract No. WW-642, 
Southeast Water Pollution Control Plant Gas Holder Evacuation System, for a total 
contract amount of $3,556,700 and a total contract duration of 660 consecutive 
20001 1 calendar days (approximately one year and 10 months); and authorize final 
payment to the contractor. (How) 


d) Approve an increase of 621 consecutive calendar days (approximately one year 
and nine months) to the existing contract duration contingency for Contract No. 
WW -644, As-Needed Sewer Sealing; and authorize the General Manager to 
200018 approve future modifications for a total revised contract duration of up to 1,825 
consecutive calendar days (five years), with no change to the contract amount. 
(How) 


e) Approve an increase in the amount of $1,000,000 to the existing contract cost 
contingency and an increase of 210 consecutive calendar days (seven months) to 
the existing duration contingency for Contract No. WW-683R, Sansome, 5*", 6t 

20001 g (North), and Division Street Combined Sewer Discharge Rehabilitation and 

Backflow Prevention; and authorize the General Manager to approve future 
modifications to the contract for a total contract amount of up to $6,397,799 anda 
total contract duration of up to 441 consecutive calendar days (approximately one 
year and three months). (How) 


REGULAR CALENDAR 


11. Approve modification of the San Francisco Public Utilities Commission’s Onsite 
& Water Reuse Grant Program Rules to double the amount of grant funding for eligible 
200020 projects as follows: (1) projects that replace at least 450,000 gallons of SFPUC water 
per year would be eligible for up to $200,000 instead of $100,000, (2) projects that 
replace at least 1,000,000 gallons of SFPUC water per year would be eligible for up to 
$500,000 instead of $250,000, and (3) projects that replace at least 3,000,000 gallons 
of SFPUC water per year would be eligible for up to $1 million instead of $500,000 in 
grant funds. (Ritchie) 


20002}* Authorize the General Manager to execute a Memorandum of Understanding 

ss between the Port of San Francisco and the SFPUC, for the SFPUC to provide 
temporary electric service during construction for the Pier 70 Development and Pier 70 
end users from the Port’s primary metered service in Building 102 located on 20" 
Street, for a total cost to the SFPUC not-to-exceed $500,000. (Hale) 


13: 


00022 


14. 


200023 


s 


cu0024 


16. 


WE 


Approve the terms and conditions of, and authorize the General Manager to execute 
Amendment No. 1 to the License Agreement dated March 15, 2012 with C5 
Children’s School, a California nonprofit public benefit corporation, extending the term 
by five years for a total term of 13 years, to continue to use approximately 9,518 
square feet of ground floor space plus approximately 1,652 square feet of enclosed 
exterior space for a childcare facility at 525 Golden Gate Avenue, for a $1 annual fee 
and waiving for purposes of this License the requirements of Section 5.3.2 of the 
Commission’s Real Estate Guidelines. (Carlin) ~ 


Approve Amendment No. 2 and retroactively approve Amendment No. 1 to 
Agreement No. CS-344, Power Scheduling Coordination and Related Support 
Services, with APX Inc., to allow for the processing of the California Independent 
System Operator power transmission service charges; and authorize the General 
Manager to execute this amendment, increasing the agreement amount by 
$42,000,000 for a total not-to-exceed agreement amount of $149,900,000, and 
extending the agreement duration by two years, for a total duration of seven years, 
subject to the Board of Supervisors approval pursuant to Charter Section 9.118. 
(Hale) 


Approve the award of a Green Infrastructure Grant in the amount of up to 
$1,118,958 to the Archdiocese of San Francisco Parish and School Juridic Persons 
Real Property Support Corporation (RPSC) to design, and if the project proceeds, 
construct stormwater management features at the St. Thomas More School located at 
50 Thomas More Way; and authorize the General Manager to execute a Green 
Infrastructure Grant Agreement with RPSC for a duration of 20 years. (Norby) 


Public Comment on matters to be addressed during Closed Session 


Motion on whether to assert the attorney-client privilege regarding the matters listed 
below as Conference with Legal Counsel 


The Commission will go into Closed Session to discuss the following items: 


18. 


i) 


Conference with Legal Counsel — Pursuant to California Government Code Section 
54965.9 (d)(1) and San Francisco Administrative Code Section 67.10 (d)(1) 
(discussion only) (Mueller) 


Existing Litigation 

Pacific Gas & Electric Corporation 

Case No. 19-30088/Date Filed: January 29, 2019 

Case No. 19-30089/Date Filed: January 29, 2019 

United States Bankruptcy Court, Northern District of California 


Conference with Legal Counsel — Pursuant to California Government Code Section 
54965.9 (d)(1) and San Francisco Administrative Code Section 67.10 (d)(1) 
(discussion only) (Mueller) 


Existing Litigation 
City and County of San Francisco v. Pacific Gas & Electric Company 


20: 


Docket No. EL19-38-000/Date Filed: January 28, 2019 Federal Energy Regulatory 
Commission 


Conference with Legal Counsel — Pursuant to California Government Code Section 
54965.9 (d)(1) and San Francisco Administrative Code Section 67.10 (d)(1) 
(discussion only) (Mueller) 


Existing Litigation 

City and County of San Francisco v. Pacific Gas & Electric Federal Energy Regulatory 
Commission Complaint under Sections 206 and 306 of the Federal Power Act. 

Case No. EL15-3-000/Date Filed: October 9, 2014 


Following Closed Session, the Commission will reconvene in Open Session 


At 


eo 


23. 


Announcement following Closed Session 


Motion regarding whether to disclose the discussions during Closed Session pursuant 
to San Francisco Administrative Code Section 67.12 (a) 


Adjournment 
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1. Call to Order 
President Caen called the meeting to order at 1:35 pm. 


2. Roll Call 
Present: Caen, Vietor, Moran, and Maxwell 
Absent: Paulson 


3. Approval of the Minutes: 
- January 9, 2020 Special Budget Hearing #1 
- January 14, 2020 Regular Meeting 


- January 16, 2020 Special Budget Hearing #2 
On Motion to approve the minutes of January 9, 14, and 16: 


Ayes: Caen, Vietor, Moran, and Maxwell 
No public comment. 


4. General Public Comment 

e Francisco DaCosta discussed the budget hearings and expressed the need to 
address available resources. He stated we must stop flushing toilets with fresh water. 
He stated the discussion of the trails is not important, but other items, such as climate 
change and fires are. 

e Tariq Mehmood discussed concerns with his unusually high water bill. He stated he 
contacted the SFPUC and his meter was checked and replaced, but that it is still not 
reading correctly. 


President Caen asked that staff speak with Mr. Mehmood regarding his bill. 


5. Communications 
a) Advance Calendar 
b) Correspondence Log 
c) Contract Advertisement Report 
d) Water Supply Conditions Update 


No public comment. 


6. Recognition of Mr. Carlos Jacobo for his 44 years of service to the City and County of 
San Francisco, with 38 years of this service to the San Francisco Public Utilities 
Commission 
General Manager (GM) Kelly summarized Mr. Jacobo’s distinguished career and 
thanked him for his many years of service and tireless contribution to the SFPUC and 
the City of San Francisco. 


President Caen spoke to one of her first Commission meetings in March 1997 and her 
interaction with Carlos at that meeting where he answered a question regarding ratios. 
She indicated she has looked to him for answers since that time and will miss working 
with him. 





Commissioner Maxwell congratulated Mr. Jacobo for his 44 years of service and 
dedication to San Francisco. She noted his new opportunity to spend time with family 
and enjoy retired life. 


Commissioner Moran recounted their time working together in the District Attorney's 
Office and his subsequent hiring of Mr. Jacobo at the SFPUC. He expressed 
appreciation for the high quality of the work performed by Carlos and the fact that he 
does it quietly and effectively. He recognized former GM’s Susan Leal and Ed 
Harrington, and former Commission Secretary Jill Thompson who were in attendance. 


Vice President (VP) Vietor thanked Carlos for his service, wished him well, and 
encouraged him to spend time with family, travel, and enjoy life. 


Public Comment 

e Susan Leal thanked Mr. Jacobo for his many years of service and wished him well. 

e Ed Harrington stated he worked with Carlos when he started at the SFPUC and that 
Carlos taught him much about the workings of the City and the SFPUC. He noted is 
kindness and competency. 

e Eric Sandler, SFPUC CFO, stated he first worked with Carlos in 2001. He discussed 
Mr. Jacobo’s dedication to his work, impeccable stewardship, and his work on behalf 
of ratepayers. He noted his high values and ability to connect with people. 


GM Kelly read from a proclamation from Mayor Breed indicating that January 28, 2020 
has been declared “Carlos Jacobo Day” in San Francisco; President Caen presented 
Mr. Jacobo with a Ceremonial Resolution from the Commission in recognition of his 
service; and GM Kelly presented a “Recognition of Achievement” and a SFPUC water 
meter cover to Mr. Jacobo. 


Mr. Jacobo thanked the Commission and GM for the recognition. The thanked his wife, 
finance team, and his colleagues, past and present, for their support and work. He 
expressed gratitude for his career with the City and for the SFPUC. 


7. Report of the General Manager 


a) Local Renewable Energy Report 
Michael Hyams, Director, CleanPowerSF (CPSF) stated that CPSF is required 


under state law to prepare an Integrated Resource Plan (IRP) every two years. An 
IRP evaluates demand and supply scenarios, over a 20-year time frame, to identify 
the lowest cost at which a utility can deliver reliable energy to its customers and to 
meet policy objectives. Mr. Hyams indicated local planning is part of a regular 
recurring planning cycle. 


Director Hyams noted renewable energy projects on City property that the SFPUC 
is investing in, including existing San Francisco solar projects and those projects 
that are in development ($10.5 million will be invested). 


Mr. Hyams reviewed: (1) Local Renewable Energy Report approach, (2) Bay Area 
Region Renewable Energy Resource areas (solar, wind geothermal and offshore 








wind), (3) Local Renewable Resource costs, (4) Local Renewable Energy Content 
and Ratepayer Costs, (5) Review of 132 in-City, City-owned sites for potential 
projects, (6) Methodology, (7) Site evaluation factors, (8) Findings: City-owned sites 
(in-City, City owned and regional, City-owned), (9) Findings: opportunities in/near 
San Francisco (offshore wind, disadvantaged communities solar programs, and 
Feed-in-Tariff), (10) Next steps (high and medium stability sites; and low 
sustainability sites/other opportunities), and (11) Stakeholder engagement. 


AGM Hale responded to a question from Commissioner Maxwell as to whether the 
SFPUC is working with the HopeSF Project. 


Mr. Hyams responded to a question from VP Vietor regarding proposed project 
sites. 


No public comment. 


Sewer System Improvement Program Major Projects Update 
Steven Robinson, Wastewater Capital Program Director, introduced Shelby 


Campbell, Project Manager, who provided an update regarding the Southeast 
Community Center (SECC) at 1550 Evans. She began with a review of the site 
plan, followed by the SECC project budget ($108.5M), milestones, and project 
timeline. She discussed Local Participation LBE and workforce strategy, current 
project status (procurement update 65% complete, LBE participation 43% and 
District 10 minority contracts 20% of total LBE), construction cost (trending +10% - 
structural steel +$1.5M and electrical +$3M), SECC Facilities Management Plan, 
and the Groundbreaking ceremony scheduled for March 7, 2020. 


Ms. Campbell responded to a question from Commissioner Maxwell regarding 
whether there are any water educational features incorporated into the buildings or 
grounds design. GM Kelly provided additional response. VP Vietor concurred with 
Commissioner Maxwell’s concern for the incorporation of educational programming. 
President Caen requested that staff come back to address how these ideas will be 
incorporated. 


No public comment. 


Update on PG&E’s Bankruptcy and City’s Acquisition Offer 
Barbara Hale, Assistant General Manager (AGM) Power, provided the following 


updates: (1) PG&E Bankruptcy — PG&E Preferred Plan and Ad Hoc Noteholder 
Alternative Plan (separate, competing plans) were before the bankruptcy judge for 
consideration. PG&E reached agreement with the Noteholder Committee that the 
Committee will withdraw their Alternative Plan and support PG&E’s Preferred Plan. 
PG&E will file a new plan with the California PUC (CPUC); (2) Regulatory - CPUC 
began an investigation on PG&E’s plan. PG&E will file testimony supporting its 
Preferred Plan and will address compliance with AB1054 requirements; (3) 
Legislative — Senator Weiner’s Securitization Bill was introduced (SB804) which will 
allow local agencies to qualify bonds for more favorable credit ratings and reduce 


debt service coverage required by investors; (4) Internal — Power Enterprise has 
completed work to refresh the 2015 Business Plan and is working on operational 
readiness to take on expanded service responsibility. 


No public comment 


d) Report on Recent San Francisco Public Utilities Commission Activities, Events and 
Announcements 


None. 


8. Bay Area Water Supply and Conservation Agency (BAWSCA) Report 
Nicole Sandkulla, BAWSCA CEO, distributed copies of and read a statement “San 
Francisco Public Utilities Commission’s Proposed Capital Improvement Program, Which 
Must Have Full Funding and Adequate Staffing, and the Water System Improvement 
Program Which Must Not be Terminated Before All Projects are Completed”. 


CEO Sandkulla responded to a question from President can as to their specific areas of 
concern. Brief discussion ensued. 


No public comment. 


9. New Commission Business 
Commissioner Maxwell requested that the Mountain Tunnel, high risk fire hazards, and 
the Peninsula Trails be revisited during the January 30" Budget Hearing. President 
Caen indicated they will be revisited during the first agenda item, review of 
Commissioner questions and staff answers. 


No public comment. 


10. Consent Calendar: 


a) Approve an increase of 611 consecutive calendar days to the existing contract 
duration contingency for Contract No. WD-2760, 12-Inch and 8-Inch Ductile lron 
Water Main Replacement, Sewer Replacement and Pavement Renovation on 
Waller Street and Various Side Streets; and authorize the General Manager to 
approve future modifications to the contract for a total revised contract duration of 


up to 1,116 consecutive calendar days, with no change to the contract amount. 
(Resolution 20-0015) 


b) Accept work performed by Monterey Mechanical Co. for Contract No. WW-632, 
Southeast Water Pollution Control Plant Existing Digester Gas Handling 
Improvements, for a total contract amount of $10,996,642, and a total contract 


duration of 790 calendar days; and authorize final payment to the contractor. 
(Resolution 20-0016) 


c) Accept work performed by Cal State Constructors, Inc. for Contract No. WW-642, 
Southeast Water Pollution Control Plant Gas Holder Evacuation System, for a total 
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contract amount of $3,556,700 and a total contract duration of 660 consecutive 
calendar days; and authorize final payment to the contractor. (Resolution 20-0017) 


d) Approve an increase of 621 consecutive calendar days to the existing contract 
duration contingency for Contract No. WW-644, As-Needed Sewer Sealing; and 
authorize the General Manager to approve future modifications for a total revised 


contract duration of up to 1,825 consecutive calendar days, with no change to the 
contract amount. (Resolution 20-0018) 


e) Approve an increase in the amount of $1,000,000 to the existing contract cost 


contingency and an increase of 210 consecutive calendar days to the existing 
duration contingency for Contract No. WW-683R, Sansome, 5", 6" (North), and 
Division Street Combined Sewer Discharge Rehabilitation and Backflow Prevention; 
and authorize the General Manager to approve future modifications to the contract 
for a total contract amount of up to $6,397,799 and a total contract duration of up to 


441 consecutive calendar days. (Resolution 20-0019) 
On Motion to approve Consent Calendar items 10a through 10e: 


Ayes: Caen, Vietor, Moran, and Maxwell 


No public comment. 


11. Approve modification of the San Francisco Public Utilities Commission’s Onsite Water 
Reuse Grant Program Rules to double the amount of grant funding for eligible projects 
as follows: (1) projects that replace at least 450,000 gallons of SFPUC water per year 


would be eligible for up to $200,000 instead of $100,000, (2) projects that replace at 
least 1,000,000 gallons of SFPUC water per year would be eligible for up to $500,000 


instead of $250,000, and (3) projects that replace at least 3,000,000 gallons of SFPUC 
water per year would be eligible for up to $1 million instead of $500,000 in grant funds. 
(Resolution 20-0020) 

Steve Ritchie, AGM Water, introduced the item, noted the need for the rule 
modification, and requested approval. He responded to a question from Commissioner 
Maxwell regarding the grant program and funding. 


On Motion to approve item 11: 
Ayes: Caen, Vietor, Moran, and Maxwell 


No public comment. 


12. Authorize the General Manager to execute a Memorandum of Understanding between 
the Port of San Francisco and the SFPUC, for the SFPUC to provide temporary 
electric service during construction for the Pier 70 Development and Pier 70 end users 
from the Port’s primary metered service in Building 102 located on 20" Street, fora 
total cost to the SFPUC not-to-exceed $500,000. (Resolution 20-0021) 

AGM Hale responded to a question from VP Vietor as to whether this, and similar 
projects, are candidates for the Integrated Resource Plan. 


On Motion to approve item 12: 


Ayes: Caen, Vietor, Moran, and Maxwell 


No public comment. 


13. Approve the terms and conditions of, and authorize the General Manager to execute 
Amendment No. 1 to the License Agreement dated March 15, 2012 with C5 Children’s 
School, a California nonprofit public benefit corporation, extending the term by five 
years for a total term of 13 years, to continue to use approximately 9,518 square feet 
of ground floor space plus approximately 1,652 square feet of enclosed exterior space 
for a childcare facility at 525 Golden Gate Avenue, for a $1 annual fee and waiving for 
purposes of this License the requirements of Section 5.3.2 of the Commission’s Real 
Estate Guidelines. (Resolution 20-0022) 

Rosanna Russell, Real Estate Director, introduced the item and requested approval. 
At the instruction of President Caen, Director Russell will obtain information as to the 
tuition cost for children to attend the childcare facility. 


On Motion to approve item 13: 
Ayes: Caen, Vietor, Moran, and Maxwell 


No public comment. 


14. Approve Amendment No. 2 and retroactively approve Amendment No. 1 to Agreement 
No. CS-344, Power Scheduling Coordination and Related Support Services, with APX 
Inc., to allow for the processing of the California Independent System Operator power 
transmission service charges; and authorize the General Manager to execute this 
amendment, increasing the agreement amount by $42,000,000 for a total not-to- 
exceed agreement amount of $149,900,000, and extending the agreement duration by 
two years, for a total duration of seven years, subject to the Board of Supervisors 


approval pursuant to Charter Section 9.118. (Resolution 20-0023) 
AGM Hale introduced the item and requested approval. 


On Motion to approve item 14: 
Ayes: Caen, Vietor, Moran, and Maxwell 


No public comment. 


15. Approve the award of a Green Infrastructure Grant in the amount of up to $1,118,958 
to the Archdiocese of San Francisco Parish and School Juridic Persons Real Property 
Support Corporation (RPSC) to design, and if the project proceeds, construct 
stormwater management features at the St. Thomas More School located at 50 
Thomas More Way; and authorize the General Manager to execute a Green 


Infrastructure Grant Agreement with RPSC for a duration of 20 years. (Resolution 20- 
0024) 


Sarah Bloom introduced the item and reviewed funding disbursement procedures. She 
responded to questions from Commissioner Moran regarding how sites are selected; 
Commissioner Maxwell regarding features installed at the sites; and VP Vietor 
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regarding the need to record lessons-learned and challenges, and in addition to 
hardscapes, what other educational programming may be incorporated. 


On Motion to approve item 15: 
Ayes: Caen, Vietor, Moran, and Maxwell 


No public comment. 


16. Public Comment on matters to be addressed during Closed Session 
None. 


17. Motion on whether to assert the attorney-client privilege regarding the matters listed 


below as Conference with Legal Counsel 
On Motion not to disclose: 


Ayes: Caen, Vietor, Moran, and Maxwell 
No public comment. 
The Commission entered Closed Session at 3:34 pm. 


Commissioner Vietor was excused from the meeting at 3:34 pm. 


18. Conference with Legal Counsel — Pursuant to California Government Code Section 
54965.9 (d)(1) and San Francisco Administrative Code Section 67.10 (d)(1) 
Existing Litigation 
Pacific Gas & Electric Corporation 
Case No. 19-30088/Date Filed: January 29, 2019 
Case No. 19-30089/Date Filed: January 29, 2019 
United States Bankruptcy Court, Northern District of California 


19. Conference with Legal Counsel — Pursuant to California Government Code Section 
54965.9 (d)(1) and San Francisco Administrative Code Section 67.10 (d)(1) 
Existing Litigation 
City and County of San Francisco v. Pacific Gas & Electric Company 


Docket No. EL19-38-000/Date Filed: January 28, 2019 Federal Energy Regulatory 
Commission 


20. Conference with Legal Counsel — Pursuant to California Government Code Section 
54965.9 (d)(1) and San Francisco Administrative Code Section 67.10 (d)(1) 
Existing Litigation 
City and County of San Francisco v. Pacific Gas & Electric Federal Energy Requlatory 


Commission Complaint under Sections 206 and 306 of the Federal Power Act. 
Case No. EL15-3-000/Date Filed: October 9, 2014 





The Commission exited Closed Session at 4:20 pm. 


21. Announcement following Closed Session 
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President Caen announced that no action was taken. 


22. Motion regarding whether to disclose the discussions during Closed Session pursuant 
to San Francisco Administrative Code Section 67.12 (a) 


On Motion not to disclose: 
Ayes: Caen, Moran, and Maxwell 


No public comment. 


23. Adjournment 
President Caen adjourned the meeting at 4:21 pm. 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0015 


WHEREAS, On June 28, 2016, per Resolution No. 16-0125, this Commission approved 
award of Water Enterprise, Local Conveyance/Distribution System Program-funded Contract 
No. WD-2760, 12-Inch and 8-Inch Ductile Iron Water Main Replacement, Sewer Replacement 
and Pavement Renovation on Waller Street and Various Side Streets, to M. Hernandez 
Construction, Inc. (dba Hernandez Engineering); and 


WHEREAS, The construction contract Notice-to-Proceed date was set for September 26, 
2016; and gore} hi | 


WHEREAS, The original contract amount was for $4,822,740 and the original contract 
duration was 345 consecutive calendar days; and 


WHEREAS, Section 6.22(h) of the San Francisco Administrative Code requires that any 
cumulative increase in contract cost or duration in excess of 10% of the original contract cost or 
duration be approved by the Commission; and 


WHEREAS, On September 12, 2017, per Resolution No. 17-0189, this Commission 
approved an increase of up to 130 consecutive calendar days to the contract duration contingency 
to account for delays associated with permits, work sequencing, weather, and labor shortages, 
increasing the contract duration contingency to 160 consecutive calendar days, for a total 
contract duration of up to 505 consecutive calendar days, with no change to the contract cost 
contingency; and 


WHEREAS, An increase of 611 consecutive calendar days to the contract duration 
contingency is being requested for additional time to perform corrective sidewalk work, perform 
disputed curb ramp work, and to resolve administrative closeout tasks; and 


WHEREAS, The Contract Monitoring Division established a Local Business Enterprise 
(LBE) subcontracting requirement of 20% for this contract, and the contractor committed to a 
LBE subcontracting participation of 20.445% with its bid submittal, and this remains unchanged; 
and 


WHEREAS, Funds are available from Project No. CUW280PR65 (10015183), WD- 
2760, 12-Inch and 8-Inch Ductile Iron Water Main Replacement, Sewer Replacement and 
Pavement Renovation on Waller Street and Various Side Streets; now, therefore, be it 


RESOLVED, That this Commission hereby approves an increase of 611 consecutive 
calendar days to the existing contract duration contingency for Water Enterprise, Local 
Conveyance/Distribution System Program-funded Contract No. WD-2760, 12-Inch and 8-Inch 
Ductile Iron Water Main Replacement, Sewer Replacement and Pavement Renovation on Waller 
Street and Various Side Streets, for a total contract duration contingency of 771 consecutive 
calendar days; and be it 


FURTHER RESOLVED, That this Commission hereby authorizes the General Manager, 


or his designee, to consider and, if appropriate, to approve future modifications to the contract 


for a total contract duration of up to 1,116 consecutive calendar days, with no change in the 
contract amount. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of January 28, 2020. 


pllorna Mood 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0016 


WHEREAS, Construction has been completed for Contract No. WW-632, Southeast 
Water Pollution Control Plant (SEP) Existing Digester Gas Handling Improvements, by the 
contractor, Monterey Mechanical Co.; and 


WHEREAS, On January 10, 2017, by Resolution No. 17-0004, this Commission awarded 
Contract No. WW-632, SEP Existing Digest, in the amount of $9,536,000, to the responsible 
bidder submitting the lowest responsive bid, Monterey Mechanical Co.; and 


WHEREAS, The construction contract Notice To Proceed date was set for March 20, 
2017, with an original schedule of 790 consecutive calendar days and the contract work was 
completed in 790 consecutive calendar days on May 18, 2019; and 


WHEREAS, Modification Nos. 1-2 were issued for $8,260 (within the 10% contingency) 
for miscellaneous electrical work and changing butterfly valve end connections, explosion proof 
motors on progressive cavity pumps and roof ventilator curb on the new dry polymer storage 
Building, increasing the total contract amount to $9,544,260; and 


WHEREAS, On March 13, 2018, per Resolution 18-0037, this Commission approved an 
increase of $600,000 to the contract cost contingency, with no change to the contract duration, 
for a total contract cost contingency amount of $1,553,600, and a total contract amount limit of 
$11,089,600; and 


WHEREAS, Modification No. 3 was issued for $1,353,041 for changes in flare coating, 
control panel revisions, temporary rental flare for regulatory compliance, additional pipe 
demolition and revisions due to site conditions, and material procurement for waste gas piping 
replacement, increasing the contract amount to $10,897,301, with no change to the contract 
duration; and 


WHEREAS, Modification No. 4 was issued for $153,457 for relocating flowmeter, 
electrical conductor work, replacing gearboxes, sludge density meter flushing, sludge sample 
sink, and flame arrester and bollards, increasing the contract amount to $11,050,758, with no 
change to contract duration; and 


WHEREAS, Modification No. 5 was issued for ($54,116) for quantities adjustments to 
reflect actual quantities used, decreasing the contract amount to $10,996,642, with no change to 
the contract duration; and 


WHEREAS, The Contract Monitoring Division has determined that Monterey 
Mechanical Co. has substantially complied with the Local Business Enterprise (LBE) 
subcontracting requirements associated with this project by achieving a final LBE participation 
of 25.94%; and 


WHEREAS, Funds are available from Project No. CWWSIPSEO09, SEP Existing Digester 
Gas Handling Improvements; now, therefore, be it 


RESOLVED, That this Commission hereby accepts work performed for Wastewater 
Enterprise, Sewer System Improvement Program funded Contract No. WW-632, SEP Existing 
Digester Gas Handling Improvements, for a total contract amount of $10,996,642, and a total 
contract duration of 790 consecutive calendar days, and authorizes final payment to the 
contractor, Monterey Mechanical Co. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of January 28, 2020. 


pllorna Abed 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0017 


WHEREAS, Construction has been completed for Contract No. WW-642, Southeast 
Water Pollution Control Plant Gas Holder Evacuation System, by the contractor, Cal State 
Constructors, Inc.; and 


WHEREAS, On October 10, 2017, per Resolution No. 17-0212, this Commission 
awarded Contract No. WW-642, Southeast Water Pollution Control Plant Gas Holder Evacuation 
System, in the amount of $3,247,000, to the responsible bidder submitting the lowest responsive 
bid, Cal State Constructors, Inc.; and 


WHEREAS, The construction contract Notice-to-Proceed date was set for March 5, 2018, 
with an original schedule of 660 consecutive calendar days, and the contract work was 
completed in 660 consecutive calendar days on December 24, 2019; and 


WHEREAS, Modification Nos. 1-5 were issued for a total of $309,700 (within the 
original 10% contingency), to provide for various process mechanical, plumbing, electrical, 
structural, and demolition changes, for a total contract amount of $3,556,700 with no change to 
the contract duration; and 


WHEREAS, The Contract Monitoring Division has determined that Cal State 
Constructors, Inc. has substantially complied with the Local Business Enterprise (LBE) 
subcontracting requirements associated with this project by achieving a final LBE participation 
of 32.21%; and 


WHEREAS, Funds are available from Project No. CWWRNRTF83 (Project ID - 
10015770); now, therefore, be it 


RESOLVED, That this Commission hereby accepts work performed for Wastewater 
Enterprise, Renewal and Replacement Treatment Facilities Program-funded Contract No. WW- 
642, Southeast Water Pollution Control Plant Gas Holder Evacuation System, for a total contract 
amount of $3,556,700, and a total contract duration of 660 consecutive calendar days, and 
authorizes final payment to the contractor, Cal State Constructors, Inc. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of January 28, 2020. 


pllorna Med 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0018 


WHEREAS, On December 13, 2016, per Resolution No. 16-0256, this Commission 
approved the award of Wastewater Enterprise (WWE), Renewal and Replacement (R&R) 
Program funded Contract No. WW-644, As-Needed Sewer Sealing, to Yerba Buena Engineering 
& Construction, Inc.; and 


WHEREAS, The construction contract Notice-To-Proceed date was set for February 6, 
2017; and 


WHEREAS, The original contract amount was for $3,834,500 and the original contract 
duration was 1,095 consecutive calendar days; and 


WHEREAS, Section 6.22(h) of the Administrative Code requires that any cumulative 
increase in contract amount or duration in excess of 10% of the original contract cost or duration 
be approved by the Commission; and 


WHEREAS, An increase of 621 consecutive calendar days to the contract duration 
contingency is being requested for additional time to complete all contract work; and 


WHEREAS, The Contract Monitoring Division established a Local Business Enterprise 
(LBE) subcontracting goal of 8% for this contract and the contractor committed to a LBE 
subcontracting participation of 8.61% with its bid submittal, and this remains unchanged; and 


WHEREAS, Funds are available from Project No. 10015681, As-Needed Sewer Sealing; 
now, therefore, be it 


RESOLVED, That this Commission hereby approves an increase of 621 consecutive 
calendar days to the contract duration contingency for WWE R&R-funded Contract No. WW- 
644, As-Needed Sewer Sealing, for a total contract duration contingency of 730 consecutive 
calendar days; and be it 


FURTHER RESOLVED, That this Commission hereby authorizes the General Manager, 
or his designee, to consider and, if appropriate, to approve future modifications to the contract 
duration for a total contract duration of up to 1,825 consecutive calendar days, with no change in 
the contract amount. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of January 28, 2020. 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0019 


WHEREAS, On May 14, 2019, per Resolution No. 19-0192, this Commission approved 
the award of Wastewater Enterprise Sewer System Improvement (SSIP) Program-funded 
Contract No. WW-683R, Sansome, 5th, 6th (North), and Division Streets Combined Sewer 
Discharge Rehabilitation and Backflow Prevention to Trinet Construction, Inc.; and 


WHEREAS, The construction contract Notice-to-Proceed date was June 17, 2019; and 


WHEREAS, The original contract amount was for $4,907,090 and the original contract 
duration was 210 consecutive calendar days; and 


WHEREAS, Sections 6.22(h) of the San Francisco Administrative Code requires that any 
cumulative increase in contract amount or duration in excess of 10% of the original contract 
amount or duration be approved by the Commission; and 


WHEREAS, An increase of $1,000,000 to the contract cost contingency and an increase 
of 210 consecutive calendar days to the contract duration contingency is being requested to 
complete the structural repair for Sansome Street combined sewer discharge; and 


WHEREAS, The Contract Monitoring Division established a Local Business Enterprise 
(LBE) subcontracting participation of 6% for this contract, and the contractor committed to a 
LBE subcontracting participation of 6.11% with its bid submittal; and 


WHEREAS, Funds are available from SSIP projects CWWSIPCSCD03, Beach and 
Sansome Streets CSD Rehabilitation and CWWSIPCSCD05 5", 6" North, and Division Street 
CSD Rehabilitation; now, therefore, be it 


RESOLVED, That this Commission hereby approves an increase of $1,000,000 to the 
existing contract cost contingency and an increase of 210 consecutive calendar days to the 
existing contract duration contingency, for Wastewater Enterprise SSIP Program-funded 
Contract No. WW-683R, Sansome, 5th, 6th (North), and Division Streets Combined Sewer 
Discharge Rehabilitation and Backflow Prevention, for a total cost contingency of $1,490,709 
and a total duration contingency of 231 consecutive calendar days; and be it 


FURTHER RESOLVED, That this Commission hereby authorizes the General Manager, 
or his or her designee, to consider, and, if appropriate, to approve any future modifications to the 
contract amount for a total contract amount of up to $6,397,799, and a total contract duration of 
up to 441 consecutive calendar days. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of January 28, 2020. 


Pllornr Mbsed 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


RESOLUTION NO. 20-0020 


WHEREAS, The San Francisco Public Utilities Commission (SFPUC) is targeting onsite 
water reuse in large new developments to help meet the goal of developing an additional 10 
million gallons per day of local water resources; and 


WHEREAS, In June 2012, by Resolution No. 12-0103, the Commission approved a 
grant program for retail water customers to make the best use of non-potable supplies for onsite 
water reuse in buildings, referred to herein as the Non-potable Grant Program; and 


WHEREAS, In 2013, by Resolution No. 13-0115, the Commission expanded the Non- 
potable Grant Program to provide grant assistance beginning in FY 13/14 to district-scale (multi- 
parcel) non-potable water projects that treat and share non-potable water between two or more 
parcels; and 


WHEREAS, In 2015, by Resolution No. 15-0206, the Commission approved 
modifications to the Non-potable Grant Program to reflect the Non-potable Water Ordinance 
(NPO), S.F. Health Code Article 12C, transitioning from a voluntary to a mandatory program; 
and 


WHEREAS, Properties or developments that are required by the City’s NPO to install 
non-potable onsite systems are not eligible for grant funding under the Grant Program; and 


WHEREAS, On July 10, 2018, by Resolution No. 18-0118, the Commission approved 
modifications to the Non-potable Grant Program to allow grant funding of up to $100,000 for 
projects that replace at least 450,000 gallons of potable water per year, allowing buildings with 
existing dual-plumbing and smaller buildings that are voluntarily installing an onsite non-potable 
water system to be eligible for grant assistance; and 


WHEREAS, By Resolution No. 18-0118, the Commission also approved modifications 
to the Non-potable Grant Program to allow breweries to collect, treat, and use brewery process water 
for non-potable applications such as tank rinses, bottle rinses, packaging, clean-in-place, and production; 
and 


WHEREAS, On October 8, 2019, by Resolution No. 19-0190, the Commission approved 
modifications to the Non-potable Grant Program to (1) change the name of the program to the 
Onsite Water Reuse Grant Program, (2) expand requirements for brewery process water 
treatment systems, (3) make non-substantive corrections or modifications ot the Grant Program 
Rules, and (4) authorize the General Manager, in consultation with the City Attorney, to approve 
future modifications to the Grant Program Rules that do not do not materially increase the 
obligations or liabilitiesof the City and that do not change the Rules’ approved maximum grant 
funding amounts for eligible projects; and 


WHEREAS, On December 10, 2019, by Resolution No. 19-0235, the Commission 
approved modifications to the Onsite Water Reuse Grant Program to (1) expand eligibility to 
projects that are installing onsite water systems on a mandatory basis in compliance with the 
NPO that go above and beyond Baseline NPO Compliance (referred to now as “Above and 
Beyond Projects’), (2) require Above and Beyond projects that consist of mixed-use and multi- 
family residential buildings that are seeking grant funding to install a wastewater heat recovery 
system, (3) require Above and Beyond projects that consist of multiple buildings to pursue a 
district-scale project approach if seeking grant funding, and (4) require all projects to estimate 
the energy offset that could be achieved by the project through the installation of a wastewater 
heat recovery system; and 


WHEREAS, SFPUC now recommends further modifying the Grant Program Rules to 
double the grant funding available to projects to the following levels: (1) projects that replace at 
least 450,000 gallons of SFPUC water per year would beeligible for grant funding ofup to 
$200,000, (2) projects that replace at least 1,000,000 gallons of SFPUC water per year would be 
eligible for grant funding of up to $500,000, and (3) projects that replace at least 3,000,000 
gallons of SFPUC water per year would be eligible for grant funding of up to $1,000,000; and 


WHEREAS, A copy of the proposed modifications to the Grant Program Rules is on file 
with the Commission Secretary and was presented to the Commission at its January 28, 2020 
meeting; and 


WHEREAS, The default term for these grant agreements is 10 years and requires the 
grantee to (1) operate and maintain the project for 10 years, which is reasonably related to the 
useful life for these systems, and (2) record against the subject property a Declaration of 
Restrictions notifying subsequent property owners of the obligations to operate and maintain the 
system; and 


WHEREAS, If the General Manager determines that a longer operation and maintenance 
obligation is warranted for a particular grant project, the General Manager may seek Board of 
Supervisors approval for a grant agreement term in excess of 10 years pursuant to Charter 
Section 9.118; and 


WHEREAS, The estimated budget for the proposed grant assistance will be appropriated 
in each fiscal year, and grants awarded, subject to availability of funds; and 


WHEREAS, Funds are available in the Retrofit Grant Program Project 10025211; and 


WHEREAS, Grant applications are accepted based on availability of funds and on a first 
come, first served basis; and 


WHEREAS, Modification of the Onsite Water Reuse Grant Program Rules does not 
constitute a project under California Environmental Quality Act Guidelines Section 15378(b)(4) 
because the Onsite Water Reuse Program creates a government funding mechanism which does 
not involve commitment to any specific project which may result in a physical change in the 
environment; now, therefore, be it 


RESOLVED, The Commission hereby approves the modification to the Onsite Water 
Reuse Grant Program Rules to double funding for eligible projects as follows: (1) projects that 
replace at least 450,000 gallons of SFPUC water per year are eligible for grant funding of up to 
$200,000, (2) projects that replace at least 1,000,000 gallons of SFPUC water per year are 
eligible for grant funding of up to $500,000, and (3) projects that replace at least 3,000,000 
gallons of SFPUC water per year are eligible for grant funding of up to $1,000,000. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of January 28, 2020. 


Horan Mod 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


RESOLUTION NO. 20-0021 


WHEREAS, On September 26, 2017, the San Francisco Public Utilities Commission 
adopted Resolution No. 17-0209 authorizing the General Manager to execute the SFPUC 
Consent to the Memorandum of Understanding Regarding Interagency Cooperation Agreement 
(ICA) for the development of Pier 70 (Pier 70 Development); and 


WHEREAS, Resolution 17-0209 found that the SFPUC Power Enterprise had completed 
a feasibility study consistent with Chapter 99 of the San Francisco Administrative code and 
determined that it was feasible for the SFPUC to provide electric power to the 28-acre site at Pier 
70; and 


WHEREAS, On November 9, 2017, the San Francisco Board of Supervisors adopted 
Resolution 403-17, which, among other things, approved the ICA and authorized the Executive 
Director of the Port, the Chief of the San Francisco Fire Department, General Manager of the 
San Francisco Public Utilities Commission, the Director of San Francisco Public Works, and the 
Director of Transportation of the San Francisco Municipal Transportation Agency to execute and 
implement the ICA; and 


WHEREAS, The Port of San Francisco (Port) and the SFPUC wish to enter into a 
Memorandum of Understanding for the SFPUC to provide temporary electric service to Pier 70 
end users from the Port’s primary metered service in Building 102 located on 20" Street for a 
period of up to five years (“MOU”); and 


WHEREAS, The Port’s existing primary metered service in Building 102 serves the Pier 
70 Shipyard and has a reserve capacity of 6.2 megawatts (MW); and 


WHEREAS, Under the MOU, the Port will continue to have access to the 4.6 MW of 
capacity for the Pier 70 Shipyard and will reserve the remaining 1.6 MW for the SFPUC to use 
to provide temporary service to (1) the Noonan Building Tenants, (2) the SFPUC’s 20" Street 
Wastewater Pump Station, and (3) the Pier 70 Development; and 


WHEREAS, In order to ensure that the Port meets its Shipyard obligations, the MOU 
provides that service to the Pier 70 Development may be curtailed in the event Port’s tenants at 
the Shipyard require the full capacity of 6.2 MW; and 


WHEREAS, The Port and SFPUC agree that Brookfield will design and construct, 
without cost to the SFPUC or Port, a series of poles and overhead lines through the Shipyard and 
Pier 70 Development; and 


WHEREAS, The Port will own the temporary electrical service facilities and the SFPUC 
will operate and maintain them; and 


WHEREAS, The SFPUC agrees to remove the poles providing temporary electrical 
services upon termination of each end user’s temporary service at SFPUC’s expense; and 


WHEREAS, The estimated cost for the SFPUC to remove the temporary facilities is 
$500,000; and 


WHEREAS, Services are anticipated to begin in February 2020 and end on or before 
January 2025; and 


WHEREAS, Funds for this agreement will be available at the time of execution from 
Project No. 10034724 “Red. — Pier 70”; and 


WHEREAS, On August 24, 2017, the San Francisco Planning Commission certified the 
final Environmental Impact Report (EIR) for the Pier 70 Mixed-Use District Project by Motion 
No. 19976. On October 21, 2019, the Planning Department evaluated the proposed Pier 70 
Temporary Electric Service project and determined that no additional environmental review is 
necessary for the revised project; and 

WHEREAS, The project files, including the Final EIR and the Pier 70 CEQA Findings have 
been made available for review by the SFPUC and the public and those files are part of the record 
before this Commission; and 


WHEREAS, This Commission has reviewed and considered the information contained in 
the findings contained in Planning Commission Motions Nos. 19976 and 19977, and all written and 
oral information provided by the Planning Department, the public, relevant public agencies, SFPUC 
and other experts and the administrative files for the Project; and now therefore, be it 


RESOLVED, This Commission has reviewed and considered the EIR and record as a whole, 
finds that the EIR is adequate for its use as the decision—making body for the action taken herein 
and hereby adopts the CEQA Findings, including the Statement of Overriding Considerations and 
adopts the Mitigation Monitoring and Reporting and incorporates the CEQA findings contained in 
Planning Commission Motion Nos. 19976 and 19977 by this reference thereto as though set forth in 
this Resolution; and be it 


FURTHER RESOLVED, This Commission further finds that since the EIR was finalized, 
there have been no substantial project changes and no substantial changes in project circumstances 
that would require major revisions to the EIR due to the involvement of new significant 
environmental effects or an increase in the severity of previously identified significant impacts, and 
there is no new information of substantial importance that would change the conclusions set forth in 
the EIR; and be it 


FURTHER RESOLVED, That this Commission hereby authorizes the General Manager 
of the San Francisco Public Utilities Commission to execute the Memorandum of Understanding 
Between The Port of San Francisco and San Francisco Public Utilities Commission in 
substantially the form on file with the Commission Secretary, for SFPUC to provide temporary 
electric service to Pier 70 end users from the Port’s primary metered service in Building 102 
located on 20" Street for an amount not to exceed $500,000, and with a total duration not to 
exceed five years; and be it 


FURTHER RESOLVED, That this Commission authorizes the General Manager to 
approve necessary changes to the Memorandum of Understanding that do not materially alter the 


balance of benefits and burdens to the SFPUC, and to direct PUC staff to take actions necessary 
to implement the Memorandum of Understanding. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of January 28, 2020 


pllorne Meed 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0022 


WHEREAS, The City and County of San Francisco (City) owns certain real property 
improved by an office building (Building) at 525 Golden Gate Avenue, San Francisco under the 
jurisdiction of the San Francisco Public Utilities Commission (SFPUC); and 


WHEREAS, Consistent with the intent of Chapter 29B of San Francisco Administrative 
Code, childcare facilities were included in the construction of the Building, which the SFPUC 
began to occupy in July of 2012; and 


WHEREAS, The Commission desired to include a child care center (Center) in the 
Building to provide child care services for SFPUC employees and, if space is available, other 
City employees and San Francisco residents; and 


WHEREAS, The C-5 Children’s School, a California nonprofit public benefit 
corporation, is licensed by the State of California to provide childcare for up to 76 children ages 
6 months to 5 years, 9 months; and 


WHEREAS, Following a competitive solicitation process, pursuant to Commission 
Resolution No. 12-0055 adopted on March 27, 2012, the SFPUC issued a License Agreement 
(License) to C-5 Children’s School (Licensee) for one year, with seven automatically renewing 
one-year term extensions, for the premises consisting of approximately 9,518 square feet of 
ground floor space plus approximately 1,652 square feet of enclosed exterior space (Premises) in 
the Building at an annual $1.00 license fee; and 


WHEREAS, Citywide, Licensee has over 200 families on its waiting list and under the 
terms of thé-License, SFPUC employees are given first preference for childcare and other City 
employees are given second preference as those opportunities become available; and 


WHEREAS, The SFPUC and Licensee desire to extend the term of the License to 
provide childcare for children ages 6 months to 5 years, 9 months on the Premises; and 


WHEREAS, To continue to provide these convenient childcare services for SFPUC 
employees, SFPUC staff negotiated Amendment No. | to the License (Amendment) providing 
for a five-year extension of the License term for a total term of 13 years, and continuing the 
$1.00 annual fee; and 


WHEREAS, The Board of Supervisors in Ordinance No. 1-11 found that “The lack of 
affordable quality child care for workers greatly affects the productivity of the workforce,” and 
also found “Offering on-site child care also boosts the morale of all employees, not only those 
who use the child care services”; and 


WHEREAS, Studies have shown that the provision of on-site childcare provides for a 
larger employee pool and greater retention of existing employees; and 


WHEREAS, Retention of existing SFPUC employees benefits the SFPUC rate payers; 
and 


WHEREAS, This license amendment does not constitute a project under the California 
Environmental Quality Act (CEQA) Guidelines Section 15378; now, therefore, be it 


RESOLVED, That this Commission hereby waives the criteria in Section 5.3.2 of the 
SFPUC Real Estate Guidelines for purposes of the License and this Amendment No.1, and finds 
that the $1 annual use fee is warranted because the License serves an important utility purpose, 
namely providing convenient and quality on-site childcare to SFPUC employees, which in turn 
supports employee recruitment, satisfaction, productivity, and retention; and, be it 


FURTHER RESOLVED, That this Commission hereby approves the terms and 
conditions of and authorizes the General Manager to execute Amendment No. |; and, be it 


FURTHER RESOLVED, That this Commission hereby ratifies, approves and authorizes 
all actions heretofore taken by any City official in connection with this Amendment; and, be it 


FURTHER RESOLVED, That this Commission herby authorizes the SFPUC General 
Manager to enter into any amendments or modifications to the Amendment, including without 
limitation, the exhibits, that the General Manager determines, in consultation with the City 
Attorney, are in the best interest of the City; do not materially increase the obligations or 
liabilities of the City; are necessary or advisable to effectuate the purposes and intent of the 
License or this resolution; and are in compliance with all applicable laws, including the City 
Charter. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities Commission at 


its meeting of January 28, 2020. 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


RESOLUTION NO. 20-0023 


WHEREAS, On September 23, 2014, this Commission awarded Power Enterprise 
Operating Budget-funded Agreement No. CS-344, Power Scheduling Coordination and Related 
Support Services, and authorized the General Manager of the San Francisco Public Utilities 
Commission (SFPUC) to negotiate and execute a professional services agreement with a not-to- 
exceed amount of $5,000,000 and with a term of five years, concluding in October 2019, with 
APX Inc. (APX); and 


WHEREAS, On October 13, 2015, pursuant to Resolution No. 15-0207, this Commission 
approved Amendment No. | to increase contract capacity by $100,000,000, for a total not-to- 
exceed agreement amount of $105,000,000 to allow for payment of the California Independent 
System Operator (CAISO) power transmission service charges through APX, a CAISO-certified 
Scheduling Coordinator (SC); and 


WHEREAS, Amendment No. | was issued in the amount of $107,900,000 to allow for 
payment of the California Independent System Operator (CAISO) power transmission service 
charges through APX, a CAISO-certified Scheduling Coordinator (SC); and 


WHEREAS, On December 15, 2015, by Resolution No. 518-15, the Board of 
Supervisors approved Amendment No. 1; and 


WHEREAS, Amendment No. 2 is requested to increase contract capacity by 
$42,000,000, for a total not-to-exceed agreement amount of $149,900,000, and to increase the 
contract duration by two years, for a total contract duration of seven years, to allow for payment 
of the CAISO power transmission service charges through APX, a CAISO-certified SC; and 


WHEREAS, Pursuant to the termination clause in Section 20 of Agreement No. CS-344, 
the Power Enterprise has the right to terminate at any time during the term of the Agreement, 
notwithstanding Amendment No. 2; and 


WHEREAS, Pursuant to Chapter 14B.8 of the San Francisco Administrative Code, the 
Contract Monitoring Division determined there were no Local Business Enterprise subconsulting 
opportunities for this contract and waived the LBE sub-consulting participation goal accordingly; 
and 

WHEREAS, Funds for this agreement are available from 298650 — HHP0907 Light Heat 
& Power — 24970 — HHWP Op Annual Account Ctrl — 10000 — Operating — 10029986 — UH 
Power Supply — 0016 — Scheduling & Settlement; now, therefore, be it 


RESOLVED, That this Commission hereby retroactively approves the issuance of 
Amendment No. | to Agreement No. CS-344, Power Scheduling Coordination and Related 
Support Services, with APX Inc., to increase the agreement by $102,900,000, for a total 
agreement amount of $107,900,000, with no change to the agreement duration; and be it 


RESOLVED, That this Commission hereby approves Amendment No. 2 to Agreement 
No. CS-344, Power Scheduling Coordination and Related Support Services, with APX Inc.; and 
be it 


FURTHER RESOLVED, That this Commission authorizes the General Manager to 
execute Amendment No. 2 to increase the agreement by $42,000,000 for a total agreement 
amount of $149,900,000, and with a two year extension to the agreement duration for a total 
agreement duration of seven years, subject to the Board of Supervisors approval pursuant to 
Charter Section 9.118. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of January 28, 2020. 


pllora Mtoe 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0024 


WHEREAS, Green infrastructure protects and enhances the function of the City and 
County of San Francisco’s combined sewer system by reducing the volume and rate of 
stormwater run-off into the system; and 


WHEREAS, The San Francisco Public Utilities Commission (SFPUC) has a multi- 
faceted program to maximize the detention and retention of stormwater, including through green 
infrastructure; and 


WHEREAS, On November 13, 2018, by Resolution No. 18-0189, this Commission 
approved the establishment of a Green Infrastructure Grant Program to offer grants for owners of 
properties in San Francisco containing large impervious surfaces to deliver cost-effective 
stormwater management performance for SFPUC’s collection system; and 


WHEREAS, On February 5, 2019, the San Francisco Board of Supervisors adopted 
Ordinance No. 26-19 delegating authority under Charter Section 9.118 to the SFPUC General 
Manager to enter into grant agreements with terms of 20 years under the SFPUC’s Green 
Infrastructure Grant Program, provided that this Commission must approve the award of each 
grant at a public hearing; and 


WHEREAS, On July 27, 2019, the Archdiocese of San Francisco Parish and School 
Juridic Persons Real Property Support Corporation (RPSC) submitted a grant application to the 
SFPUC to fund the design and construction of a green infrastructure project at St Thomas More 
School located at 50 Thomas More Way (Project); and 


WHEREAS, SFPUC staff review of the grant application determined that the application 
and proposed Project meet the six required eligibility criteria of the Grant Program Guidelines; 
and 

WHEREAS, The proposed Project would manage 1.5 acres of impervious surface and 
780,000 gallons of stormwater each year in the Lake Merced Watershed through construction of 
approximately 5,100 square feet of bioretention planters, 2,200 square feet of permeable paving, 


an 800 gallon cistern, and the removal of 3,000 square feet of impervious surface at St Thomas 
More School; and 


WHEREAS, SFPUC staff recommend award of a grant to RPSC in the amount of up 
$1,118,958 to fund the Project; and 


WHEREAS, The grant agreement has a 20-year term beginning in January 2020 and 
expiring in January 2040; and 


WHEREAS, The SFPUC will initially disburse to RPSC up to $218,313 solely for the 
purpose of planning and design (pre-construction) activities; and 


WHEREAS, Approval of funding for planning and design activities for the Project does 
not constitute a project under the California Environmental Quality Act (CEQA) Guidelines 
Section 153782and 


WHEREAS, The SFPUC will disburse funds for construction of the Project only 
following this Commission’s review and consideration of the completed review of the Project 
under the California Environmental Quality Act (CEQA); and 


WHEREAS, The City retains sole and absolute discretion to, among other things, modify 
the Project to mitigate significant environmental impacts, or determine not to proceed with the 
disbursement of grant funds for construction of the project based upon information generated by 
the environmental review process. This Commission, in approving this grant award, is not 
approving the Project. The SFPUC also retains the discretion to demand return of previously 
disbursed grant funds; and ; 


WHEREAS, Funding in the amount of $218,313 for pre-construction services is available 
from Project No. 10034553 — Green Infrastructure Grant Program; now, therefore, be it 


RESOLVED, That this Commission hereby approves the award of a Green Infrastructure 
grant to the Archdiocese of San Francisco Parish and School Juridic Persons Real Property 
Support Corporation (RPSC) to fund pre-construction design and, if the Project is approved 
following completion of environmental review, to construct the Project, in the total amount of up 
to $1,118,958, and authorizes the General Manager to execute the attached grant agreement with 
RPSC for an amount not to exceed $1,118,958, and with a term of twenty (20) years; and be it 


FURTHER RESOLVED, That funding for the construction phase of the Project will not 
be authorized or disbursed until environmental review of the Project is complete and this 
Commission approves disbursement of grant funds for construction of the Project. This 
Commission reserves the right to, among other things, modify the Project to mitigate any 
significant environmental impacts or determine not to proceed with funding the Project based on 
information generated by the environmental review process. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of January 28, 2020 


Alora Mod 


Secretary, Public Utilities Commission 
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AGENDA 
SPECIAL MEETING 
Budget Hearing #4 

Thursday, January 30, 2020 
9:00 A.M. 


NOTE DIFFERENT TIME AND LOCATION 


525 Golden Gate Avenue, Second Floor 
O’Shaughnessy Conference Room 
San Francisco, CA 94102 


Commissioners 
Ann Moller Caen, President 
Francesca Vietor, Vice President 
Anson Moran 
Sophie Maxwell 
Tim Paulson 


Harlan L. Kelly, Jr. 


General Manager 


Donna Hood 
Secretary 





For information, contact the Commission Secretary at 415-554-3165 
Minutes and other information are available on the SFPUC web site: 
www.sfwater.org 


Accessible Meeting Policy: The San Francisco Public Utilities Commission meeting will be held at 525 Golden 
Gate Avenue, Second Floor, O'Shaughnessy Conference Room, San Francisco, CA. The closest accessible 
BART station is the Civic Center Station at United Nations Plaza and Market Street. Accessible MUNI lines 
serving this location are: MUNI Metro Lines J-Church, K-Ingleside, L-Taraval, M-Ocean View, N-Judah and T- 
Third at Van Ness and Civic Center Stations; F-Market; 19-Polk, 47-Van Ness; 49-Mission-Van Ness; 5-Fulton; 
6-Parnassus, 21-Hayes; 9-San Bruno; and 7-Haight Noriega. For information about MUNI accessible services 
call 701.4485. 


The meeting room is wheelchair accessible. There is accessible parking available within the Civic Center 
Underground Parking Garage at the corner of McAllister and Polk Streets, and within the Performing Arts 
Parking Garage at Grove and Franklin Streets. 


To obtain a disability-related accommodation, including auxiliary aids or services, or to obtain meeting 
materials in alternative format, please contact Donna Hood at 415.554.3165. Providing at least 72 hours’ notice 
will help to ensure availability. Written reports or background materials for calendar items area available for 
public inspection and copying at 525 Golden Gate Ave., 13" Floor during regular business hours and are 


available on-line at http://www.sfwater.org/index.aspx?page=167. 


To assist the City’s efforts to accommodate persons with severe allergies, environmental illnesses, multiple 
chemical sensitivity or related disabilities, attendees at public meetings are reminded that other attendees may 
be sensitive to various chemical based products. Please help the City to accommodate these individuals. 


The ringing of and use of cell phones, pagers and similar sound-producing electronic devices are prohibited 
at this meeting. Please be advised that the President may order the removal from the meeting room of any 
person(s) responsible for the ringing or use of a cell phone, pager, or other similar sound-producing 
electronic devices. 


Know Your Rights Under the Sunshine Ordinance: Government's duty is to serve the public, reaching its 
decision in full view of the public. Commissions, boards, councils and other agencies of the City and County 
exist to conduct the people's business. This ordinance assures that deliberations are conducted before the 
people and that City operations are open to the people's review. For more information on your rights under 
the Sunshine Ordinance or to report a violation of the ordinance, contact Administrator, by mail to Sunshine 
Ordinance Task Force, 1 Dr. Carlton B. Goodlett Place, Room 244, San Francisco, CA 94102.4689; by 
phone at 554.7724: by fax at 554.7854; or by email at sotf@sfgov.org. 


Copies of the Sunshine Ordinance can be obtained from the Clerk of the Sunshine Task Force, the San 
Francisco Public Library and on the City’s website at http://www.sfgov.org. 
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Lobbyist Registration and Reporting Requirements: Individuals and entities that influence or attempt to 
influence local legislative or administrative action may be required by the San Francisco Lobbyist Ordinance [SF 
Campaign & Governmental Conduct Code §2.100] to register and report lobbying activity. For more information 
about the Lobbyist Ordinance, please contact the San Francisco Ethics Commission at 25 Van Ness Avenue, 
Suite 220, San Francisco, CA 94102; telephone (415) 252-3100; fax (415) 252-3112; web site at 


www.sfgov.org/ethics. 





CEQA Appeal Rights under Chapter 31 of the San Francisco Administrative Code: If the Commission’s 
action on a project constitutes the Approval Action for that project (as defined in S.F. Administrative Code 
Chapter 31, as amended, Board of Supervisors Ordinance Number 161-13), then the CEQA determination 
prepared in support of that Approval Action is thereafter subject to appeal within the time frame specified in S.F. 
Administrative Code Section 31.16. Typically, an appeal must be filed within 30 calendar days of the Approval 
Action for a project that has received an exemption or negative declaration pursuant to CEQA. For information 
on filing an appeal under Chapter 31, contact the Clerk of the Board of Supervisors at City Hall, 1 Dr. Carlton B. 
Goodlett Place, Room 244, San Francisco, CA 94102, or call (415) 554-5184. If the Planning Department’s 
Environmental Review Officer has deemed a project to be exempt from further environmental review, an 
exemption determination has been prepared and can be obtained on-line at http:/Awww.si- 
planning.org/index.aspx?page=3447.Under CEQA, in a later court challenge, a litigant may be limited to raising 
only those issues previously raised at a hearing on the project or in written correspondence delivered to the 
Board of Supervisors, Planning Commission, Planning Department or San Francisco Public Utilities 
Commission at, or prior to, such hearing, or as part of the appeal hearing process on the CEQA decision. 








ORDER OF BUSINESS 


Ae 


2 


Call to Order 
Roll Call 


Summary of Commissioner Questions from the January 9 Budget Hearing 
#1, January 16 Budget Hearing #2, and January 23 Budget Hearing #3, and 
staff answers (discussion only) 


Power Enterprise Budget and Capital Plan (discussion only) 

i. FY 2020-21 and FY 2021-22 Power Enterprise Operating Budget 

il. FY 2020-21 through FY 2029-30 Power Enterprise Capital Plan, including 
the FY 2020-21 and FY 2021-22 Capital Budget 


CleanPowerSF Budget and Capital Plan (discussion only) 

i. FY 2020-21 and FY 2021-22 CleanPowerSF Operating Budget 

ii. FY 2020-21 through FY 2029-30 CleanPowerSF Capital Plan, including 
the FY 2020-21 and FY 2021-22 Capital Budget 


Adjournment. 
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For information, contact the Commission Secretary at 415-554-3165 
Minutes and other information are available on the SFPUC web site: 
www.sfwater.org 


ORDER OF BUSINESS 


af. Call to Order 
Budget Chair Caen called the meeting to order at 9:09 am. 


2 Roll Call 
Present: Caen, Vietor, Moran, Maxwell, and Paulson 


President Caen thanked Lee Sayao and SFPUC IT staff for their work to set- 
up the budget hearings. 


3: Summary of Commissioner Questions from the January 9 Budget Hearing 


#1, January 16 Budget Hearing #2, and January 23 Budget Hearing #3, and 
staff answers 


Chair Caen asked the Commissioners if they had any questions regarding 
questions posed at past three budget hearings, copies of which were 
distributed. 


Commissioner Moran requested additional information regarding self-funded 
and historical position substitutions. He requested clarification to a response 
provided to his question regarding WSIP bonding authority (question 
BizSrv4). Brief discussion ensued. Commissioner Moran discuss re-base 
lining and clarified his request. 


Vice President (VP) Vietor requested additional discussion at some point 
regarding workforce planning, maturity models, and matrix. She noted the 
need to expeditiously complete capital contracting work, either via work 
orders with DPW, with private contractors, or a combination of both. Brief 
discussion ensued. 


In response to a request made by Commissioner Maxwell at the January 28, 
2020 Regular Commission meeting, Steve Ritchie, Assistant General 
Manager (AGM) Water, provided an update regarding the Mountain Tunnel: 
(1) Mountain Tunnel background, (2) Mountain Tunnel map, (3) Priest Portal 
and concrete coring, and (4) Mountain Tunnel update summary. 


CFO Sandler responded to questions from VP Vietor regarding original 
project costs and subsequent adjustments. 


Public Comment 

Francisco DaCosta discussed his experience working in the Southeast 
Sector and in the Presidio. He discussed Mountain Tunnel and the need to 
know what was done by Jacobs. He discussed the Calaveras Dam. 


Also in response to Commissioner Maxwell’s January 28" request, Tim 
Ramirez, Division Manager, continued with a presentation on the Peninsula 
Watershed Wildfire Risk Management and Trail Projects: (1) Watershed and 


Wildfire risk reduction efforts, (2) Peninsula Watershed general information, 
(3) Peninsula Watershed fire defense map, (4) Peninsula Watershed annual 
work (firebreak maintenance, roadside hazard reduction, Right-of-Way fire 
guarding and weed abatement, and powerline fire guarding), (5) Peninsula 
Watershed fuel management (fuel break maintenance, hazard tree removal, 
prescribed burns with Cal Fire, and other projects), and (6) Peninsula 
Watershed — looking ahead. 


Director Ramirez discussed the SFPUC Bay Area Ridge Trail. He displayed 
a map showing the location of the Southern Skyline Boulevard Ridge Trail 
extension, discussed project components, construction in remote locations, 
and noted the total project budget of $21.8 million. He continued with display 
of a map of the Southern Skyline Boulevard Ridge Trail extension and 
reviewed a timeline of the Trail Extension. 


President Caen expressed her dislike of public intrusion into the SFPUC 
Watersheds and that it is not necessary to open the Watershed for 
educational or recreational purposes. Mr. Ramirez provided comment. 


Public Comment 

e Francisco DaCosta noted the Governor's efforts for wildfire mitigation. He 
indicated that humans do not belong on the Watershed. He stated the 
First People need to be consulted. 


Power Enterprise Budget and Capital Plan 

I. FY2020-21 and FY2021-22 Power Enterprise Operating Budget 

li. FY2020-21 through FY2029-30 Power Enterprise Capital Plan, including 
the FY 2020-21 and FY2021-22 Capital Budget 


CleanPowerSF Budget and Capital Plan 
i. FY2020-21 and FY2021-22 CleanPowerSF Operating Budget 
li. FY2020-21 through FY2029-30 CleanPowerSF Capital Plan, including the 


FY2020-21 and FY2021-22 Capital Budget 
Barbara Hale, AGM Power, began with a review of Hetch Hetchy Power 


(HHP), San Francisco’s publicly-owned retail electric unit, and of 
CleanPowerSF (CPSF), the City’s Community Choice Aggregation 
Program. She presented a map displaying the street and pedestrian 
lighting maintained by the Power Enterprise. 


AGM Hale stated that HHP and CPSF are the dominant supplier, relying 
on the PG&E-owned grid, and that they provide 70-80% of the supply, with 
PG&E supplying 10-20%, and Direct Access supplying 10%). She stated 
that PG&E has 85% of the delivery grid while HHP has 15% (with 
dependency on PG&E’s grid). AGM Hale reviewed the supply, 
transmission and delivery process. 





AGM Hale presented the Power Enterprise organizational chart and 
introduced Division Managers. 

Ms. Hale reviewed the Power Level of Service (LOS): (1) Supply — provide 
reliable, clean energy at competitive prices in support of city-wide climate 
goals, (2) Transmission — provide reliable, cost-effective transmission 
services, (3) Distribution — provide a secure, cost-effective, and reliable 
distribution system, (4) City Programs — maintain safe, secure streetlights 
and offer valuable customer programs, and (5) Power Administration - 
enhance customer and user satisfaction through effective customer 
service and achieve operational excellence and sustainability in all system 
activities. sustainability in all system activities. 


AGM Hale reviewed six priority strategies developed through the Power 
Business Plan: (1) Distribution: ensure affordable access to PG&E’s 
distribution grid, (2) Customers: grow sales to maximize Hetch Hetchy 
value for San Francisco, (3) Supply: pace spending with customer growth, 
(4) Transmission: streamline spending, (5) Distribution: invest strategically 
to reduce costs and ensure customer stability, and (6) Cross Functional: 
invest to ensure commercial speed and high levels of service. She noted 
their two-year budget proposal is guided by the SFUPC Strategic Planning 
Goals. 


AGM Hale presented the CPSF and Hetchy Power Use of Funds for 
FY2020, FY2021 and FY2022. 


AGM Hale discussed specific budget requests: 
e People: 
Focus on retaining employees and improving competitiveness in the 
labor market 
o Convert 18 temporary positions into permanent positions (net $0) 
Ensure appropriate organizational span of control 
o Addition of Deputy Managers in Hetch Hetchy Power ($452k) 
e Resiliency — Power Supply: 
Power Supply - increase Power supply budgets (noted by category) 
o FY20-22 Hetch Hetchy request of $12.3 million 
o FY20-22 CPSF request of $35.7 million 
e Resiliency Staff Facilities - increase Hetch Hetchy rent budget 
(properties owned by the Power Utility Field services Yard being sold, 
new space to be rented) 
o FY20-22 request of $2.9 million 
e Resiliency - Staff to deliver capital programs for appropriated Utility 
Field Services and Distribution Engineering projects 
o Nine project-funded positions 
e Resiliency - Safety and Financial Planning FY20-22 Requests 
o Safety Analyst position $100k 


o Financial Planning consultant for the required Power rate study 
$300k 


e Utility of the Future 
Enhance energy data systems 
o FY20-22 request $1 million 
Capital investment to increase revenue and local investment 
o Staff to help deliver first-ever CPSF Capital Program — two 
project-funded positions 


New revenue sources reduce reliance on Hetch Hetchy Revenue for 


eligible users 
o Cap and Trade - $7m over 10 years 


o Distributive Antenna - $33m over 10 years 
o Low Carbon Fuel Standard - $18m over 10 years 


AGM Hale presented the CPSF Total Budget (FY2020-21 request 0% 
change; FY2021-22 request 6% change); Hetchy Power Total Budget 
(FY2020-21 request; 13%; FY 2021-22 request 4%); CPSF full-time 
authorized positions (FY2020-21 request 55% change; FY2021-22 
request 29% change); Hetchy full-time authorized positions (FY2020-21 
request 9% change; FY2021-22 request 2% change). 


The Commission took a break at 10:53 am and reconvened at 11:10 am. 


AGM Hale continued with discussion of Capital requests: 


Utility of the Future - Local 
e CPSF Local Renewable Energy Program. Funds new renewable 
energy and battery storage on city-owned sites in San Francisco and 
the Bay Area 
o Two-year budget request FY20-22 $946 million 
o Ten-Year Budget Plan FY21-30 $62.6 million 


e CPSF and Hetch Hetchy Power: Customer Programs. Funds the 


planning, development and operations of new programs for customers 
o Two-year budget request FY20-22 $8.1 million 
o Ten-Year Budget Plan FY21-30 $46 million 


e Hetch Hetchy Power: SFO substation improvement. Equipment 


upgrades necessary to meet the airport's electrical needs 
o Two-year budget request FY20-22 $0 (zero) million 
o Ten-Year Budget Plan FY21-30 $119.4 million 


e Hetch Hetchy Power: Distribution Interface, Redevelopment Projects. 


o Two-year budget request FY20-22 $44.6 million 
o Ten-Year Budget Plan FY21-30 $260.5million 


e Hetch Hetchy Power: Treasure Island 


o Two-year budget request FY20-22 $8.9 million 
o Ten-Year Budget Plan FY21-30 $41.8 million 


e Hetch Hetchy Power: Bay Corridor Transmission/Distribution 





o Two-year budget request FY20-22 $10.4 million 
o Ten-Year Budget Plan FY21-30 $10.4 million 
Hetch Hetchy Power: Intervening Facilities 
o Two-year budget request FY20-22 $0 (zero) million 
o Ten-Year Budget Plan FY21-30 $48 million 
Hetch Hetchy Power: Streetlight Replacement 
o Two-year budget request FY20-22 $0 (zero) million 
o Ten-Year Budget Plan FY21-30 $30.5 million 
Hetch Hetchy Power: Renewable/Generation-small renewables 
o Two-year budget request FY20-22 $2 million 
o Ten-Year Budget Plan FY21-30 $10 million 
Moscone West — 900kW Solar Electric Project 
o Design Phase — estimated completion FY21 (Q4) - $3 million 
budget 
SFPD Academy 150kW Solar Carport and Battery Storage - $2.0 
million budget 
Hetch Hetchy Power: Energy Efficiency General Fund 
o Two-year budget request FY20-22 $2 million 
o Ten-Year Budget Plan FY21-30 $10 million 
San Francisco Fire Department Headquarters HVAC and Controls 
Project - $400k budget 
San Francisco Sheriff's Department LED lighting - $500k budget 
San Francisco Zoo fuel, switching/electrification - $800 budget 


AGM Hale continued with a final review of the CleanPowerSF FY2020-21 
to FY2021-22 Two-Year Capital Budget and FY2020-21 to FY2029-30 10- 
Year Capital Plan; the FY2020-21 to FY2029-30 Hetchy Water and Power 
Capital Plan; and she concluded with the FY2020-21 to FY2021-22 
Hetchy Water and Power Capital Budget. 


Public Comment 


Francisco DaCosta discussed the Precautionary Principle. He stated 
that Hunter's Point is a Superfund Site and that the Commission is not 
aware of what is happening on Treasure Island. 


Adjournment 
Chair Caen adjourned the hearing at 11:40 pm. 
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Commissioners 
Ann Moller Caen, President 
Francesca Vietor, Vice President 
Anson Moran 
Sophie Maxwell 
Tim Paulson 
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For information, contact the Commission Secretary at 415-554-3165 
Minutes and other information are available on the SFPUC web site: 
www.sfwater.org 
Gavel-to-Gavel coverage available at: 


http://sanfrancisco.granicus.com/ViewPublisher.php?view_id=22 


Accessible Meeting Policy: The San Francisco Public Utilities Commission meeting will be held in Room 400, at 1 Dr. Carlton 
B. Goodlett Place (400 Van Ness Ave.), San Francisco, CA. The closest accessible BART station is the Civic Center Station at 
United Nations Plaza and Market Street. Accessible MUNI lines serving this location are: MUNI Metro Lines J-Church, K- 
Ingleside, L-Taraval, M-Ocean View, N-Judah and T-Third at Van Ness and Civic Center Stations; F-Market; 19-Polk, 47-Van 
Ness; 49-Mission-Van Ness; 5-Fulton; 6-Parnassus, 21-Hayes; 9-San Bruno; and 7-Haight Noriega. For information about 
MUNI accessible services call 701.4485. 


The meeting room is wheelchair accessible. Accessible curbside parking spaces have been designated on the Van Ness 
Avenue and McAllister Street perimeters of City Hall for mobility-impaired persons. There is accessible parking available 
within the Civic Center Underground Parking Garage at the corner of McAllister and Polk Streets, and within the Performing 
Arts Parking Garage at Grove and Franklin Streets. 


To obtain a disability-related accommodation, including auxiliary aids or services, or to obtain meeting materials in alternative 
format, please contact Donna Hood at 415.554.3165. Providing at least 72 hours notice will help to ensure availability. Written 
reports or background materials for calendar items are available for public inspection and copying at 525 Golden Gate Ave., 

13 Floor during regular business hours and are available on-line at http:/Awww.sfwater.org/index.aspx?page=167. 


To assist the City’s efforts to accommodate persons with severe allergies, environmental illnesses, multiple chemical 
sensitivity or related disabilities, attendees at public meetings are reminded that other attendees may be sensitive to various 
chemical based products. Please help the City to accommodate these individuals. 


The ringing of and use of cell phones, pagers and similar sound-producing electronic devices are prohibited at this meeting. 
Please be advised that the President may order the removal from the meeting room of any person(s) responsible for the 
ringing or use of a cell phone, pager, or other similar sound-producing electronic devices. 


Know Your Rights Under the Sunshine Ordinance: Government's duty is to serve the public, reaching its decision in full 
view of the public. Commissions, boards, councils and other agencies of the City and County exist to conduct the people's 
business. This ordinance assures that deliberations are conducted before the people and that City operations are open to 
the people's review. For more information on your rights under the Sunshine Ordinance or to report a violation of the 
ordinance, contact Administrator, by mail to Sunshine Ordinance Task Force, 1 Dr. Carlton B. Goodlett Place, Room 244, 
San Francisco, CA 94102.4689: by phone at 554.7724; by fax at 554.7854; or by email at sotf@sfgov.org. 





Copies of the Sunshine Ordinance can be obtained from the Clerk of the Sunshine Task Force, the San Francisco Public 
Library and on the City’s website at http:/Avww.sfgov.org. 
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Lobbyist Registration and Reporting Requirements: Individuals and entities that influence or attempt to influence local 
legislative or administrative action may be required by the San Francisco Lobbyist Ordinance [SF Campaign & Governmental 
Conduct Code §2.100] to register and report lobbying activity. For more information about the Lobbyist Ordinance, please 
contact the San Francisco Ethics Commission at 25 Van Ness Avenue, Suite 220, San Francisco, CA 94102; telephone (415) 
252-3100; fax (415) 252-3112; web site at www.sfgov.org/ethics. 





CEQA Appeal Rights under Chapter 31 of the San Francisco Administrative Code: |f the Commission’s action on a 
project constitutes the Approval Action for that project (as defined in S.F. Administrative Code Chapter 31, as amended, Board 
of Supervisors Ordinance Number 161-13), then the CEQA determination prepared in support of that Approval Action is 
thereafter subject to appeal within the time frame specified in S.F. Administrative Code Section 31.16. Typically, an appeal 
must be filed within 30 calend ar days of the Approval Action for a project that has received an exemption or negative 
declaration pursuant to CEQA. For information on filing an appeal under Chapter 31, contact the Clerk of the Board of 
Supervisors at City Hall, 1 Dr. Carlton B. Goodlett Place, Room 244, San Francisco, CA 94102, or call (415) 554-5184. If the 
Planning Department's Environmental Review Officer has deemed a project to be exempt from further environmental review, 
an exemption determination has been prepared and can be obtained on-line at http:/Awww.sf- ASE 24 

planning. org/index.aspx?page=3447.Under CEQA, in a later court challenge, a litigant may be limited to raisthgrohly those 
issues previously raised at a hearing on the project or in written correspondence delivered to the Board of Supervisors, 
Planning Commission, Planning Department or San Francisco Public Utilities Commission at, or prior to, such hearing, or as 
part of the appeal hearing process on the CEQA decision. 





ORDER OF BUSINESS 
1. Call to Order 
2. Roll Call 


3. Approval of the Minutes: 
a) January 23, 2020 Special Budget Hearing #3 
b) January 28, 2020 Regular Meeting 
c) January 30, 2020 Special Budget Hearing #4 


4. General Public Comment 
Members of the public may address the Commission on matters that are within the 
Commission’s jurisdiction and are not on today’s agenda 


5. Communications (discussion only) 
a) Advance Calendar 
b) Correspondence Log 
c) Contract Advertisement Report 
d) 2009 Water Supply Agreement Update 
e) Annual Report on Dry Year Supply Progress Pursuant to AB1823 
f) Summary of Commissioner Questions from the January Budget Hearings 
g) SFPUC 2020 Utility Technology Report 
) Sewer Inspection and Replacement Program Update 
i) Water Supply Conditions Update 
j) Water System Improvement Program Status of Construction Change Orders 


6. Report of the General Manager (discussion only) 
a) Bay Delta Water Quality Control Plan Update 
b) CleanPowerSF Update 
c) Update on PG&E’s Bankruptcy and City’s Acquisition Offer 
d) Water System Improvement Program Local and Regional Quarterly Reports 
) Report on Recent San Francisco Public Utilities Commission Activities, Events and 
Announcements 


e 


7. New Commission Business (discussion) 
CONSENT CALENDAR 


8. All matters listed hereunder constitute a Consent Calendar, are considered to be routine 
by the San Francisco Public Utilities Commission and will be acted upon by a single 
vote of the Commission. There will be no separate discussion of these items unless a 
member of the Commission or the public so requests, in which event the matter will be 
removed from the Calendar and considered as a separate item. 


a) Approve the plans and specifications, and award Contract No. WD-2854B, 525 
990025 Golden Gate Avenue Tower Access and Fall Protection in the amount of 
* $1,480,025, and with a duration of 180 consecutive calendar days (approximately 
six months) to the responsible bidder submitting the lowest responsive bid, Pilot 


Construction Management Inc., to install fall protection and access improvements 
within the Wind Tower located in front of the San Francisco Public Utilities 
Commission Headquarters. (How) 


b) Accept work performed by Trinet Construction, Inc. for Contract No. WW-606R2, 


Oceanside Water Pollution Control Plant Door and Building 930 Exterior and 
Awning Improvements, for a total contract amount of $4,187,382 and a total 
contract duration of 932 consecutive calendar days (approximately two years and 
seven months); and authorize final payment to the Contractor. (How) 


c) Accept work performed by Monterey Mechanical Co. for Contract No. WW-689(E), 


Oceanside Water Pollution Control Plant Facility Ventilation System Repairs; 
approve Modification No. 2 (Final), increasing the contract amount by $66,186 for a 
total contract amount of $2,882,303, and increasing the contract duration by 163 


2000297 calendar days (approximately five months), for a total contract duration of 403 | 


calendar days (approximately one year and one month); and authorize final 
payment to the Contractor. (How) 


REGULAR CALENDAR 


eI 


290028 


INS), 


200029 


iil, 


200030 


Approve the plans and specifications, and award Contract No. DB-129.1 Bay Corridor 
Transmission & Distribution — Phase 2 (2019) North, in the amount of $24,058,409, 
and with a duration of 396 consecutive calendar days (approximately one year and 
one month), to the responsible bidder submitting the lowest responsive bid,Mitchell 
Engineering, to install electrical conduits, electrical vaults, and fire suppression 
pipelines on the Terry Francois Boulevard between Mission Rock Street and Warriors 
Way. This action constitutes the Approval Action for the project for the purposes of 
CEQA, pursuant to Section 31.04(h) of the San Francisco Administrative Code. 

(How) 


Approve the selection of GEI Consultants, Inc. (GEI); award Agreement No. 
PRO.0138B, Engineering Services for Dams and Reservoirs, to GE], to provide 
planning and specialized engineering design services; and authorize the General 
Manager to negotiate and execute the professional services agreement, in an amount 
not-to-exceed $11,000,000 and with a duration of 11 years, subject to Board of 
Supervisors approval pursuant to Charter Section 9.118. (How) 


Adopt a finding declaring as “exempt surplus land” portions of the unimproved 
property owned by the City and County of San Francisco, under the jurisdiction of the ~ 
San Francisco Public Utilities Commission, in Sunnyvale, Santa Clara County, 
California, commonly known as a portion of Manzano Way, Assessor’s Parcel 

No. 104-28-069 (the Existing Street) and declaring as “surplus land” portions of 
Assessor's Parcel No. 104-28-066 (Parcels 1 and 2); and recommend that, subject to 
and following the City’s satisfaction of applicable requirements under the State 
Surplus Lands Act (Cal. Gov't Code Sec. 54220 et seq.), the Board of Supervisors 
authorize the City’s Director of Property to execute a quitclaim deed conveying the 
Existing Street to the City of Sunnyvale free of charge, and authorize the General 
Manager to execute a Purchase and Sale Agreement with Manzano Property LLC to 
convey Parcels 1 and 2 for $1,100,000. (Carlin) 
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Discussion and possible action to (1) adopt the San Francisco Public Utilities 
Commission Biennial Operating Budget in the amount of $1,215,751,380 for FY 
2020-21 and $1,278,558,764 for FY 2021-22, (2) adopt the Biennial Programmatic 
Project Budget in the amount of $63,906,591 for FY 2020-21 and $54,318,280 for FY 
2021-22, and (3) appropriate operating revenue funds for capital projects in the 
amount of $169,563,500 for FY 2020-21 and $182,038,390 for FY 2021-22. 

(Sandler) 


Discussion and possible action to adopt the Two-Year Capital Budget of the San 
Francisco Public Utilities Commission consisting of $435,699,986 for FY 2020-21 and 
$835,878,748 for FY 2021-22; authorize the General Manager to seek Board of 
Supervisors approval for (1) de-appropriation of $3,528,113 in Revenue Funded Water 
Capital Projects, (2) de-appropriation and re-appropriation of $15,324,167 in Water 
Capital Projects, (3) de-appropriation and re-appropriation $391,415,748 Wastewater 
Capital Projects, and (4) de-appropriation and re-appropriation of $341,001 in 
Revenue Funded Power Capital Projects; and authorize the General Manager to seek 
Board of Supervisors approval for the issuance of (1) $370,762,889 aggregate 
principal amount of Water Revenue Bonds and other forms of indebtedness, including 
commercial paper and State Revolving Fund (SRF) loans, (2) $387,719,556 
aggregate principal amount of Wastewater Revenue Bonds and other forms of 
indebtedness, including commercial paper and SRF loans, and (3) $142,970,073 
aggregate principal amount of Power Revenue Bonds and other forms of 
indebtedness, including commercial paper and loans, subject to the terms of Charter 
Sections 9.107(6) and 9.107(8). (Sandler) 


Discussion and possible action to adopt the San Francisco Public Utilities 
Commission 10-Year Capital Plan for FY 2020-21 through FY 2029-30 totaling 
$8,995,702,530. (Sandler) 


Discussion and possible action to adopt the San Francisco Public Utilities 
Commission 10-Year Financial Plan for FY 2020-21 through FY 2029-30. 
(Sandler) 


Authorize the General Manager to execute a Memorandum of Understanding with 
the Real Estate Division of the City and County of San Francisco (RED) to allow the 
SFPUC to install a photovoltaic solar energy system at a cost of $500,000 at a new 
building RED is constructing at 49 South Van Ness Avenue, San Francisco, and set 
forth the terms and conditions under which SFPUC will own, operate, and maintain the 
solar facility for a term of 25 years. (Hale) 


Public Comment on matters to be addressed during Closed Session 


Motion on whether to assert the attorney-client privilege regarding the matters listed 
below as Conference with Legal Counsel 


The Commission will go into Closed Session to discuss the following items: 


19. Conference with Legal Counsel - Pursuant to California Government Code Section 

54956.9 (d)(2) and San Francisco Administrative Code Section 67.10 (d)(2) 
(Gessner) 
Existing Unlitigated Claim 
; Jennifer Roldan v. City and County of San Francisco 
200036 Uniitigated File No. 20-01161 

Proposed settlement of claim with claimant’s release of all claims and the City to pay 
claimant $47,574.99 


20. Conference with Legal Counsel — Pursuant to California Government Code Section 
54965.9 (d)(1) and San Francisco Administrative Code Section 67.10 (d)(1) 
(discussion only) (Gessner) 


Existing Litigation 

San Joaquin Tributaries Authority, et al v. California State Water Resources Control 
Board 

Tuolumne Superior Court Case No. CU62094/Date Filed: January 10, 2019 
Coordinated as State Water Board Cases by order filed May 13, 2019 in Sacramento 
Superior Court, JCCP No. 5013 


21. Conference with Legal Counsel — Pursuant to California Government Code Section 
54965.9 (d)(1) and San Francisco Administrative Code Section 67.10 (d)(1) 
(discussion only) (Mueller) 


Existing Litigation 

Pacific Gas & Electric Corporation 

Case No. 19-30088/Date Filed: January 29, 2019 

Case No. 19-30089/Date Filed: January 29, 2019 

United States Bankruptcy Court, Northern District of California 


22. Conference with Legal Counsel — Pursuant to California Government Code Section 
54965.9 (d)(1) and San Francisco Administrative Code Section 67.10 (d)(1) 
(discussion only) (Mueller) 


Existing Litigation 

City and County of San Francisco v. Pacific Gas & Electric Company 

Docket No. EL19-38-000/Date Filed: January 28, 2019 Federal Energy Regulatory 
Commission 


23. Conference with Legal Counsel — Pursuant to California Government Code Section 
54965.9 (d)(1) and San Francisco Administrative Code Section 67.10 (d)(1) 
(discussion only) (Mueller) 


Existing Litigation 

City and County of San Francisco v. Pacific Gas & Electric Federal Energy Regulatory 
Commission Complaint under Sections 206 and 306 of the Federal Power Act. 

Case No. EL15-3-000/Date Filed: October 9, 2014 


Following Closed Session, the Commission will reconvene in Open Session 


24. 


ao: 


26. 


Announcement following Closed Session 


Motion regarding whether to disclose the discussions during Closed Session pursuant 
to San Francisco Administrative Code Section 67.12 (a) 


Adjournment 
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6. 


. Call to Order 


President Caen called the meeting to order at 1:39 pm. 


Roll Call 
Present: Caen, Vietor, Moran, Maxwell and Paulson 


Approval of the Minutes: 

a) January 23, 2020 Special Budget Hearing #3 
b) January 28, 2020 Reqular Meeting 

c) January 30, 2020 Special Budget Hearing #4 


On Motion to approve the minutes of January 23, 28, and January 30 
Aye: Caen, Vietor, Moran, Maxwell and Paulson 


No public comment. 


General Public Comment 

e Francisco DaCosta discussed his work as a Congressional liaison for the Presidio 
and his current work on behalf of residents of the Southeast Sector. He stated there 
is corruption at the SFPUC and he has reached out to elders. 

e Peter Drekmeier, Tuolumne River Trust, displayed a 1993 SFPUC chart displaying 
‘total system water demand” projections through 2033. He discussed unimpaired 
flow and demand projections and indicated decision need to be made now. 


VP Vietor asked that staff come back to the Commission with response to Mr. 
Drekmeier’s comments. President Caen noted the data on the report is old, going back 
to 1969. 


Communications 

Advance Calendar 

Correspondence Log 

Contract Advertisement Report 

2009 Water Supply Agreement Update 

Annual Report on Dry Year Supply Progress Pursuant to AB1823 

Summary of Commissioner Questions from the January Budget Hearings 
SFPUC 2020 Utility Technology Report 

Sewer Inspection and Replacement Program Update 

Water Supply Conditions Update 

Water System Improvement Program Status of Construction Change Orders 
Greg Norby, Assistant General Manager (AGM) Wastewater, responded to a 
question from President Caen as to why the number of miles of sewer line 
inspected behind. 
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No public comment. 


Report of the General Manager 
a) Bay Delta Water Quality Control Plan Update 





Steve Ritchie, AGM Water, provided a presentation taken from the State Agencies 
February 4, 2020 presentation. He discussed (1) Refined Voluntary Agreements, 
(2) New Voluntary Agreement Framework, (3) Graphic displaying increased flow 
above baseline, (4) Graphic displaying habitat improvements above baseline, (5) 
Governance, Science, and Adaptive Management, (6) 15-Year implementation 
costs, (7) Funding source for Voluntary Agreement investment, (8) Implementation, 
(9) Steps to finalize Voluntary Agreements, and (10) Joint MID, TID and SFPUC 
statement on State Announcement. 


AGM Ritchie responded to a question from Vice President (VP) Vietor as to how the 
new proposal differs from the SFPUC’s proposal. Brief discussion ensued. 


AGM Ritchie responded to a question from President Caen regarding how the 
increase of the floodplain would be done. 


Public Comment 
e Peter Drekmeier, Tuolumne River Trust, indicated he hasn’t seen details but he 
expressed concern with the process. 


b) CleanPowerSF (CPSF) Update 
Mike Hyams, CPSF Director, provided the following update: (1) Enrollment and 
Service Statistics - more than 400,000 customer accounts citywide; 3.7 opt-out; 
SuperGreen upgrade rate 2%, and 4.5% of annual energy consumed is 100% 
California renewable power, (2) Renewable Energy Contracts - executed four long- 
term renewable Power Purchase Agreements: San Pablo Raceway, Blythe IV, 
Voyager IV expansion, and Maverick Solar 6, (3) CleanPowerSF Equity Project, (4) 
Rates - expecting PG&E rate changes as soon as April 2020. CleanPowerSF rate 
action will be brought to the Commission for consideration on February 25, 2020. 


Mr. Hyams responded to a question from President Caen regarding the SFPUC’s 
ability to challenge the proposed PCIA rate charge increase. Brief discussion 
ensued. 


Mr. Hyams continued his presentation: (5) 2020 Integrated Resource Plan and 
Capital Plan. 


Mr. Hyams responded to a question from Commissioner Maxwell regarding 
stakeholders and will provide her with a stakeholder list, as requested. 


No public comment. 


c) Update on PG&E’s Bankruptcy and City’s Acquisition Offer 
Barbara Hale, AGM Power provided the following update: (1) Bankruptcy - PG&E 


filed additional details with the California Public Utilities Commission regarding their 
“oreferred plan” and compliance with AB1054 requirements. She discussed general 





__ 


Activities - SFPUC has filed a protest with FERC to address issues with PG&E’s 
recent compliance filing on its treatment of City Load connected to PG&E's grid 
under the Wholesale Distribution Tariff PG&E they have on file with FERC, (3) 
Legislative Activities - SB804 has been introduced by Senator Weiner. Senator 
Weiner has introduced another piece of legislation that would transform PG&E from 
a for-profit ownership model into a state-owned public utility, (4) Internal - work 
continues on operational readiness, legislative evaluation, bankruptcy case, and 
new website has launched to education people on the work of the Power 
Enterprise: publicpowersf.org. 


AGM Hale responded to a question from VP Vietor regarding PG&E’s proposed 
rate increases and how that will affect CleanPowerSF billing. AGM Hale noted the 
PG&E rate increase is on the “distribution side” not the “supply side”. Brief 
discussion ensued. 


No public comment. 


d) Water System Improvement Program (WSIP) Local and Regional Quarterly Reports 
Katie Miller, Acting Director, Water Capital Programs, provided the following 


update: (1) WSIP Program status (98% complete with $4,522 Million expended), (2) 
Alameda Creek Recapture Project, (3) Regional Groundwater Storage and 
Recovery Project (overall progress on Phase | construction contract (B) is at 97%), 
(4) Fish Passage at Alameda Creek Diversion Dam (construction is 99% complete), 
(5) San Joaquin Region Closeout Project, (6) Sunol Valley Regional Closeout 
Project, (7) Bay Division Region Closeout Project, (8) Peninsula Region Closeout 
Project, and (9) Calaveras Dam Replacement Project. 


No public comment. 


e) Report on Recent San Francisco Public Utilities Commission Activities, Events and 
Announcements 


GM Kelly provided comment on the working relationship between the SFPUC and 
the San Francisco Public Works. He discussed contracting and bid requirements 
and process transparency. He noted the GM has delegated authority from the 
Commission for certain contract approvals and stated that he will provide regular 
reports to the Commission regarding contracts he has approved via the delegation 
authority. 


GM Kelly indicated the Controller has requested information on how departments 
interact with non-profit organizations. 


GM Kelly responded to a question from Commissioner Maxwell as to whether 
Public Works has a commission. 


Commissioner Moran stated that the SFPUC lives and dies on the trust of the 
ratepayers. He indicated that standards and procedures are in place to protect the 









integrity of the SFPUC, including the SFUPUC’s robust audit program, the 
Controllers Whistleblower Program, and the Ethics Commission. He noted the need 
to be aggressively transparent and to make it clear that the process is above-board 
and fair. Brief discussion ensued. 


No public comment. 


7. New Commission Business 
Commissioner Maxwell requested a fire strategy update for the Peninsula Watershed. 


No public comment. 


8. Consent Calendar: 


a) Approve the plans and specifications, and award Contract No. WD-2854B, 525 
Golden Gate Avenue Tower Access and Fall Protection in the amount of 
$1,480,025, and with a duration of 180 consecutive calendar days to the 
responsible bidder submitting the lowest responsive bid, Pilot Construction 
Management Inc.., to install fall protection and access improvements within the 
Wind Tower located in front of the San Francisco Public Utilities Commission 
Headquarters. (Resolution 20-0025) 


b) Accept work performed by Trinet Construction, Inc. for Contract No. WW-606R2, 
Oceanside Water Pollution Control Plant Door and Building 930 Exterior and 
Awning Improvements, for a total contract amount of $4,187,382 and a total 


contract duration of 932 consecutive calendar days; and authorize final payment to 
the Contractor. (Resolution 20-0026) 


c) Accept work performed by Monterey Mechanical Co. for Contract No. WW-689(E), 
Oceanside Water Pollution Control Plant Facility Ventilation System Repairs: 
approve Modification No. 2 (Final), increasing the contract amount by $66,186 fora 
total contract amount of $2,882,303, and increasing the contract duration by 163 
calendar days, for a total contract duration of 403 calendar days; and authorize final 
payment to the Contractor. (Resolution 20-0027) 


On Motion to approve Consent Calendar items 8a through 8c: 
Aye: Caen, Vietor, Moran, Maxwell and Paulson 


No public comment. 


9. Approve the plans and specifications, and award Contract No. DB-129.1 Bay Corridor 
Transmission & Distribution — Phase 2 (2019) North, in the amount of $24,058,409, 
and with a duration of 396 consecutive calendar days, to the responsible bidder 
submitting the lowest responsive bid, Mitchell Engineering, to install electrical 
conduits, electrical vaults, and fire suppression pipelines on the Terry Francois 
Boulevard between Mission Rock Street and Warriors Way. This action constitutes the 


re 





TALE. 


Approval Action for the project for the purposes of CEQA, pursuant to Section 
31.04(h) of the San Francisco Administrative Code. (Resolution 20-0028) 


Kathy How, AGM Infrastructure, introduced the item and requested approval. 


On Motion to approve item 9: 
Aye: Caen, Vietor, Moran, Maxwell and Paulson 


No public comment. 


Approve the selection of GEl Consultants, Inc. (GEl); award Agreement No. 
PRO.0138B, Engineering Services for Dams and Reservoirs, to GEl, to provide 
planning and specialized engineering design services; and authorize the General 
Manager to negotiate and execute the professional services agreement, in an amount 
not-to-exceed $11,000,000 and with a duration of 11 years, subject to Board of 


Supervisors approval pursuant to Charter Section 9.118. (Resolution 20-0029) 
AGM How introduced the item and requested approval. She noted a previous protest 
has been resolved. 


On Motion to approve item 10: 
Aye: Caen, Vietor, Moran, Maxwell and Paulson 


No public comment. 


Adopt a finding declaring as “exempt surplus land” portions of the unimproved 
property owned by the City and County of San Francisco, under the jurisdiction of the 
San Francisco Public Utilities Commission, in Sunnyvale, Santa Clara County, 
California, commonly known as a portion of Manzano Way, Assessor’s Parcel 

No. 104-28-069 (the Existing Street) and declaring as “surplus land” portions of 
Assessor's Parcel No. 104-28-066 (Parcels 1 and 2); and recommend that, subject to 
and following the City’s satisfaction of applicable requirements under the State 
Surplus Lands Act (Cal. Gov't Code Sec. 54220 et seg.), the Board of Supervisors 
authorize the City’s Director of Property to execute a quitclaim deed conveying the 
Existing Street to the City of Sunnyvale free of charge, and authorize the General 
Manager to execute a Purchase and Sale Agreement with Manzano Property LLC to 
convey Parcels 1 and 2 for $1,100,000. (Resolution 20-0030) 


Michael Carlin, Deputy General Manager, introduced the item and requested approval. 


On Motion to approve item 11: 
Aye: Caen, Vietor, Moran, Maxwell and Paulson 


No public comment. 


The Commission Secretary read items 13, 14, and 15 out of order and together. 


No public comment. 





13. Discussion and possible action to adopt the Two-Year Capital Budget of the San 
Francisco Public Utilities Commission consisting of $435,699,986 for FY 2020-21 and 
$835,878,748 for FY 2021-22: authorize the General Manager to seek Board of 
Supervisors approval for (1) de-appropriation of $3,528,113 in Revenue Funded Water 
Capital Projects, (2) de-appropriation and re-appropriation of $15,324,167 in Water 
Capital Projects, (3) de-appropriation and re-appropriation $391,415,748 Wastewater 
Capital Projects, and (4) de-appropriation and re-appropriation of $341,001 in 
Revenue Funded Power Capital Projects; and authorize the General Manager to seek 
Board of Supervisors approval for the issuance of (1) $370,762,889 aggregate 
principal amount of Water Revenue Bonds and other forms of indebtedness, including 
commercial paper and State Revolving Fund (SRF) loans, (2) $387,719,556 
aggregate principal amount of Wastewater Revenue Bonds and other forms of 
indebtedness, including commercial paper and SRF loans, and (3) $142,970,073 
aggregate principal amount of Power Revenue Bonds and other forms of 


indebtedness, including commercial paper and loans, subject to the terms of Charter 
Sections 9.107(6) and 9.107(8). (Resolution 20-0031) 


14. Discussion and possible action to adopt the San Francisco Public Utilities Commission 


10-Year Capital Plan for FY 2020-21 through FY 2029-30 totaling $8,995,702,530. 
(Resolution 20-0032) ; 


15. Discussion and possible action to adopt the San Francisco Public Utilities Commission 
10-Year Financial Plan for FY 2020-21 through FY 2029-30. (Resolution 20-0033) 
Eric Sandler, CFO and AGM Financial Services, thanked the budget and financial 
planning teams for their work on the budget. He reviewed the following: 


10-Year Financial Plans — FY2020-21 through FY2029-30 

e FY 2020-21 to FY2029-30 10-Year Financial Plan Development 

e Water Enterprise: Key Assumptions, 10-Year Financial Plan (actuals and base 
case volume projections, Retail Water sales volume sensitivity, and Wholesale 
Water sales volume sensitivity), and 10-Year Financial Plan summary. 

e Wastewater Enterprise: Key Assumptions, 10-Year Financial Plan (actuals and 
base case volume projections, and Wastewater sales volume sensitivity), 10-Year 
Financial Plan summary, combined Water and Wastewater average single family 
monthly bill, and utility affordability (cost as a percent of median household 
income). 

e Hetch Hetchy Water and Power Enterprise: Key Assumptions, 10-Year Financial 
Plan (actuals and base case volume projections, actual and downside volume 
sensitivity projection, and actual and upside volume sensitivity projection), and 10- 
Year Financial Plan summaty. 

e CleanPowerSF: Key Assumptions, 10-Year Financial Plan (actuals and base case 
volume projections, actual and upside volume sensitivity projection), and 10- Year 
Financial Plan summary. 


10-Year Capital Plan and Two-Year Capital Budget Recap 
e 10-Year Capital Plan and Two-Year Capital Plan Development 
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e FY2020-21 to FY2029-30 10-Year Capital Plan: Total $9.0 Billion: Wastewater 


$5.1 Billion (57%), Water $2.2 Billion (25%), Hetchy Water & Power $1.6 Billion 
(17%) and_CleanPowerSF $0.1 Billion (1%). 





Item _13: Motion to adopt the SFPUC FY2020-21 and FY2021-22 Two-Year Capital 
Budget 


On Motion to approve item 13: 
Aye: Caen, Vietor, Moran, Maxwell and Paulson 


No public comment item 13. 


Item 14: Motion to adopt the SEPUC 10-Year Capital Plan update for FY2020-21 to 
FY2029-30 


On Motion to approve item 14: 
Aye: Caen, Vietor, Moran, Maxwell and Paulson 


Public Comment Item 14 


e Tom Francis, BAWSCA, read written statement in support of the SFPUC’s 10-Year 


Capital Plan. Copies of the statement were provided to the Commission and 
Commission Secretary. 


Item_15: Motion to adopt the SEPUC Financial Plan Update for FY2020-21 to FY2029- 
30 


On Motion to approve item 15: 
Present: Caen, Vietor, Moran, Maxwell and Paulson 


Public Comment Item 15 


e Peter Drekmeier, Tuolumne River Trust, discussed discrepancy in demand 
projections as discussed at the budget hearings. 


At the request of Commissioner Moan, AGM Ritchie responded to Mr. Drekmeier’s 


comments. Commissioner Moran provided additional comment and brief discussion 
ensued. 


Discussion and possible action to (1) adopt the San Francisco Public Utilities 
Commission Biennial Operating Budget in the amount of $1,215,751,380 for FY 
2020-21 and $1,278,558,764 for FY 2021-22, (2) adopt the Biennial Programmatic 
Project Budget in the amount of $63,906,591 for FY 2020-21 and $54,318,280 for FY 
2021-22, and (3) appropriate operating revenue funds for capital projects in the 
amount of $169,563,500 for FY 2020-21 and $182,038,390 for FY 2021-22. 
(Resolution 20-0034) 





President Caen recused herself from Item 12 and stated the following: “My daughter 
works for the Power Enterprise. | will not participate in the discussion or vote on the 
Opiating Budget, Item 12. | am recusing myself in an abundance of caution, and to 
avoid the appearance of a conflict of interest.” She turned the gavel over to VP Vietor 
to preside. 


President Caen departed the hearing room. 


GM Kelly noted the effort involved to put the budget together. He provided a recap of 
the budget adoption process, and he reviewed the three budget themes presented 
during the budget hearings: (1) Utility of the Future, Now, (2) Resiliency, and (3) 
People. 


CFO Sandler also reviewed the extensive budget development and Commission 
review process, which included 12 hours of special budget hearings. He discussed the 
Budget Transparency Initiative (City Ordinance No. 294-19) adopted December 2019. 


Supervisor Maxwell indicated that public participation in the budget hearings could be 
improved. 


CFO Sandler continued with a review of: 


SFPUC FY2020-21 and FY2021-22 Total Uses by Enterprise: 
e Total Uses of $1.45 Billion in FY 2020-21 and $1.51 Billion in FY2021-22: 42% 
Water, 27% Wastewater, 15% CleanPowerSF, 10% Hetchy Power, and 6% 
Hetchy Water. 


SFPUC FY2020-21 and FY2021-22 Total Uses by Category: 
e Total Uses of $1.45 Billion in FY 2020-21 and $1.51 Billion in FY2021-22: 39% 
Capital, 25% Personnel and Bureau support, 18% Energy, 14% Non-personnel, 
and 4% Programmatic Projects. 


Budget Change Summary: 
e First-year increase 3% and second-year increase 5%. Largest drivers being 
power purchase costs, debt service and revenue funded capital, and cost of living 
increases for labor and non-labor. 


FY2020-21 and FY2021-22 New Position Request by Purpose: 
e 63 Operating positions and 62 Project positions. 


Commissioner Moran ask that in addition to managing the increase of staff positions 
via numbers, that staff also provide a story to support the request. 


Item 12: Motion to adopt the SFPUC FY2020-21 and FY2012-22 Two-Year Operating 
and Programmatic Budgets and appropriate operating revenue funds for capital 
projects 
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Aye: Vietor, Moran, Maxwell and Paulson 


President Caen returned to the hearing room. 


16. Authorize the General Manager to execute a Memorandum of Understanding with the 
Real Estate Division of the City and County of San Francisco (RED) to allow the 
SFPUC to install a photovoltaic solar energy system at a cost of $500,000 at a new 
building RED is constructing at 49 South Van Ness Avenue, San Francisco, and set 
forth the terms and conditions under which SFPUC will own, operate, and maintain the 
solar facility for a term of 25 years. (Resolution 20-0035) 


On Motion to approve item 16: 
Present: Caen, Vietor, Moran, Maxwell and Paulson 


No public comment. 


17. Public Comment on matters to be addressed during Closed Session 
None. 


18. Motion on whether to assert the attorney-client privilege regarding the matters listed 


below as Conference with Legal Counsel 
On Motion to assert the attorney-client privilege: 


Present: Caen, Vietor, Moran, Maxwell and Paulson 
The Commission entered Closed Session at 4:18 pm 
VP Vietor departed the hearing room at 4:18 pm 


19. Conference with Legal Counsel - Pursuant to California Government Code Section 
54956.9 (d)(2) and San Francisco Administrative Code Section 67.10 (d)(2) 
Existing Unlitigated Claim 
Jennifer Roldan v. City and County of San Francisco 
Unlitigated File No. 20-01161 
Proposed settlement of claim with claimant’s release of all claims and the City to pay 
claimant $47,574.99 
(Resolution 20-0036) 


VP Vietor returned to the hearing room at 4:21 pm. 


20. Conference with Legal Counsel — Pursuant to California Government Code Section 
54965.9 (d)(1) and San Francisco Administrative Code Section 67.10 (d)(1) 
Existing Litigation : 
San Joaquin Tributaries Authority, et al v. California State Water Resources Control 
Board 


Tuolumne Superior Court Case No. CU62094/Date Filed: January 10, 2019 





ail 


ap 


23. 


24. 


20: 


20: 


Coordinated as State Water Board Cases by order filed May 13, 2019 in Sacramento 
Superior Court, JCCP No. 5013 


Conference with Legal Counsel — Pursuant to California Government Code Section 
54965.9 (d)(1) and San Francisco Administrative Code Section 67.10 (d)(1) 
Existing Litigation 

Pacific Gas & Electric Corporation 

Case No. 19-30088/Date Filed: January 29, 2019 

Case No. 19-30089/Date Filed: January 29, 2019 

United States Bankruptcy Court, Northern District of California 


Conference with Legal Counsel — Pursuant to California Government Code Section 
54965.9 (d)(1) and San Francisco Administrative Code Section 67.10 (d)(1) 
Existing Litigation 

City and County of San Francisco v. Pacific Gas & Electric Company 


Docket No. EL19-38-000/Date Filed: January 28, 2019 Federal Energy Requlatory 
Commission 


Conference with Legal Counsel — Pursuant to California Government Code Section 
54965.9 (d)(1) and San Francisco Administrative Code Section 67.10 (d)(1) 

Existing Litigation 

City and County of San Francisco v. Pacific Gas & Electric Federal Energy Requlatory 


Commission Complaint under Sections 206 and 306 of the Federal Power Act. 
Case No. EL15-3-000/Date Filed: October 9, 2014 





The Commission exited Closed Session at 5:16 pm. 


Announcement following Closed Session 
President Caen announced that a settlement was approved for item 19. No other 
action was taken. 


Motion regarding whether to disclose the discussions during Closed Session pursuant 
to San Francisco Administrative Code Section 67.12 (a) 


On Motion to not to disclose discussions: 
Present: Caen, Vietor, Moran, Maxwell and Paulson 


No public comment. 


Adjournment 
President Caen adjourned the meeting at 5:17 pm. 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0025 


WHEREAS, 525 Golden Gate Avenue Operations and Maintenance-Funded, Contract 
No. WD-2854B, 525 Golden Gate Avenue Tower Access and Fall Protection. was advertised on 
November 7, 2019; and 


WHEREAS, The Engineer’s Estimate is $1,200,000 for this construction contract work; 
and 


WHEREAS, The contract duration is 180 consecutive calendar days; and 


WHEREAS, Two (2) bids were received and opened publicly on December 12, 2019; 
and 


WHEREAS, San Francisco Public Utilities Commission (SFPUC) staff and Contract 
Monitoring Division (CMD) review of the bids for qualifications, responsibility, responsiveness 
and application of bid preferences resulted in the establishment of Pilot Construction 
Management Inc. as the responsible bidder submitting the lowest responsive bid; and 


WHEREAS, The CMD Local Business Enterprise subcontracting participation 
requirement was waived for this contract; and 


WHEREAS, The firm being awarded a contract by the SFPUC must be in compliance 
with the Equal Benefits Provisions of Chapter 12B of the City’s Administrative Code either at 
the time of the award, or within 2 weeks of the date of the Commission award; failure of the 
bidder to obtain compliance certification from CMD may result in award of the contract to the 
responsible bidder submitting the next lowest responsive bid, or re-bidding of the contract at the 
discretion of the City; and 


WHEREAS, Funds are available from Project No. 10025208, 525 Golden Gate Avenue 
Operations and Maintenance; and 


WHEREAS, The work under this contract does not constitute a project under California 
Environmental Quality Act (CEQA) Guidelines Section 15378 because there would be no 
physical change in the environment; now, therefore, be it 


RESOLVED, That this Commission hereby approves the plans and specifications and 
awards 525 Golden Gate Operations and Maintenance-funded Contract No. WD-2854B, 525 
Golden Gate Ave Tower Access and Fall Protection, in the amount of $1,480,025, for a duration 
of 180 consecutive calendar days, to the responsible bidder submitting the lowest responsive bid, 
Pilot Construction Management Inc. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of February 11, 2020 


pllorna Mood 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0026 


WHEREAS, Construction has been completed for Contract No. WW-606R2, Oceanside 
Water Pollution Control Plant Door and Building 930 Exterior and Awning Improvements, by 
the Contractor, Trinet Construction, Inc.; and 


WHEREAS, On December 13, 2016, per Resolution No. 16-00249, this Commission 
awarded Contract No. WW-606R2, Oceanside Water Pollution Control Plant Door and Building 
930 Exterior and Awning Improvements, in the amount of $4,049,000, to the responsible bidder 
with the lowest responsive bid, Trinet Construction, Inc.; and 


WHEREAS, The construction contract Notice-to-Proceed date was set for March 14, 
2017, with an original contract duration of 600 consecutive calendar days, and the contract work 
was completed in 932 consecutive calendar days on October |, 2019; and 


WHEREAS, Modification No. | was issued for $82,099, within the 10% contingency, to 
perform mechanical and electrical modifications to the HVAC outdoor condenser unit assembly, 
for a total contract amount of $4,131,099; and 


WHEREAS, On February 12, 2019, per Resolution No. 19-0027, this Commission 
approved an increase in the contract duration contingency of up to 340 calendar days for a total 
duration contingency of up to 400 consecutive calendar days and a total revised contract duration 
of up to 1,000 consecutive calendar days, with no change to the contract amount; and 


WHEREAS, Modification No. 2 was issued for $86,331, within the 10% contingency, 
and a duration increase of 332 consecutive calendar days, to address stainless steel price material 
increaes/delays (tariffs) and improved metal polishing finish requirements on the awning frame 
assembly, for a total contract amount to $4,217,430 and a total contract duration of 932 
consecutive calendar days; and 


WHEREAS, Modification No. 3 (Final) was issued to decrease the contract amount by 
$30,048 for quantities adjustments to reflect actual quantities used, for a total final contract 
amount of $4,187,382, with no change to the contract duration; and 


WHEREAS, The Contract Monitoring Division has determined that Trinet Construction, 
Inc. has substantially complied with the Local Business Enterprise (LBE) subcontracting 
requirement associated with this project by achieving a final LBE participation of 31.32%; and 


WHEREAS, Funds are available from WWE Sewer System Improvement 
ProgramCWWSIPTPOPOS5 and Water Enterprise Local Water Program CUW30201; now, 
therefore, be it 


RESOLVED, That this Commission hereby accepts work performed for SSIP and Water 
Enterprise Jointly-Funded Contract No. WW-606R2, Oceanside Water Pollution Control Plant 
Door and Building 930 Exterior and Awning Improvements, for a total contract amount of 
$4,187,382 and a total contract duration of 932 consecutive calendar days, and authorizes final 
payment to the Contractor, Trinet Construction, Inc. 


hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of February 11, 2020. 


plloraa Mted- 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


RESOLUTION NO. 20-0027 


WHEREAS, Contractor Monterey Mechanical Co. has completed its work for 
Wastewater Enterprise (WWE), Renewal and Replacement Treatment Facilities Program 
(RNRTF)-funded Emergency Contract No. WW-689(E), Oceanside Water Pollution Control 
Plant Facility Ventilation System Repairs; and 


WHEREAS, On November 8, 2018, the San Francisco Public Utilities Commission 
(SFPUC) General Manager declared an emergency, approved by the President of the San 
Francisco Public Utilities Commission, under Chapter 6 of the Administrative Code to enter 
into emergency public works contracts to repair the Oceanside Treatment Plant ventilation ducts 
and thereby protect public health and safety resulting from discovery of a collapsed section of 
ventilation ducting that supplies fresh air to the primary sedimentation building at the Oceanside 
Treatment Plant; and 


WHEREAS, On,February 5, 2019, by Resolution No. 60-19 the San Francisco Board 
of Supervisors approved the emergency declaration issued by the SFPUC General Manager 
to address and complete repairs to the Oceanside Water Pollution Control Pant ventilation 
ducts per Chapter 6 of the Administrative Code for a total estimated cost not to exceed 
$3,000,000; and 


WHEREAS, On November 16, 2018, the SFPUC issued a work authorization letter to 
Monterey Mechanical Co. (MMC) to demolish and remove the collapsed duct sections, replace 
the ducting and ancillary components related to the Primary Sedimentation ventilation system, 
subject to the emergency provisions of Administrative Code Section 6.60; and 


WHEREAS, On December 11, 2018, the WW-689(E) Oceanside Water Pollution 
Control Plant Facility Ventilation System Repairs emergency contract was formally 
executed and commenced, with a not-to-exceed contract amount of $2,700,000 and contract 
duration of 240 consecutive calendar days; and 


WHEREAS, Modification No. | was issued for $116,117 to perform additional deficient 
duct replacement and furnish and install new pressure relief door assemblies, increasing the total 
contract amount to $2,816,117; and 


WHEREAS, Staff recommends approval of Modification No. 2 (Final) to increase the 
contract amount by $66,186, and increase the contract duration by 163 consecutive calendar 
days, to replace corroded duct risers, furnish and install replacement humidity/temperature 
sensors within the failed ductwork and quantities adjustments to reflect actual quantities used, for 
a total contract amount of $2,897,303 and a total contract duration of 403 consecutive calendar 
days; and 


WHEREAS, Despite receiving a waiver from the Contract Monitoring Division for the 
Local Business Enterprise (LBE) subcontracting requirement, Contractor achieved a final LBE 
participation of 5.50%; and 


WHEREAS, Funds are available from WWE RNRTF Project No. 10034280 — OSP 
Facility Ventilation System Repair; now, therefore, be it 


RESOLVED, That this Commission hereby accepts work performed by Monterey 
Mechanical Co. for WWE RNRTF-funded Emergency Contract No. WW-689(E), Oceanside 
Water Pollution Control Plant Ventilation System Repairs, approves Modification No. 2 (Final), 
increasing the contract amount by $66,186 for a total contract amount of $2,882,303 and 
increasing the duration by 163 days for a total contract duration of 403 consecutive calendar 
days, and authorizes final payment to the Contractor. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of February 11, 2020. 


pllorna Mood 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0028 


WHEREAS, Hetchy Power Capital Fund-funded and Earthquake Safety & Emergency 
Response Bond-funded, ‘Contract No. DB-129.1 Bay Corridor Transmission & Distribution - 
Phase 2 (2019) North, was advertised on November 1, 2019; and 


WHEREAS, The Engineer’s Estimate is $27,542,000 for this design-build contract work 
to install electrical conduits, electrical vaults, and fire suppression pipelines on Terry Francois 
Boulevard between Mission Rock Street and Warriors Way; and 


WHEREAS, The contract duration is 396 consecutive calendar days; and 


WHEREAS, Three (3) bids were received and opened publicly on December 10, 2019; 
and 


WHEREAS, San Francisco Public Utilities Commission (SFPUC) staff and Contract 
Monitoring Division (CMD) review of the bids for qualifications, responsibility, responsiveness 
and application of bid preferences resulted in the establishment of Mitchell Engineering as the 
responsible bidder with the lowest responsive bid; and 


WHEREAS, CMD established a Local Business Enterprise (LBE) subcontracting 
participation of 8% design and 10% construction for this contract, and the contractor committed 
to a LBE participation of 50% design and 10.35% construction with its bid submittal; and 


WHEREAS, The firm being awarded a contract by the SFPUC must be in compliance 
with the Equal Benefits Provisions of Chapter 12B of the City’s Administrative Code either at 
the time of the award, or within 2 weeks of the date of the Commission award; failure of the 
bidder to obtain compliance certification from CMD may result in award of the contract to the 
next lowest, responsible and responsive bidder, or re-bidding of the contract at the discretion of 
the City; and 


WHEREAS, Funds are available from Project No. 10014227, Bay Corridor Project; and 


WHEREAS, On March 6, 2019, the Planning Department determined that this project is 
exempt from the California Environmental Quality Act (CEQA) Guidelines Section 15303, Class 
3; now therefore be it 


RESOLVED, That this Commission hereby approves the plans and specifications and awards 
Hetchy Power Capital Fund-funded Contract No. DB-129.1 Bay Corridor Transmission & 
Distribution - Phase 2 (2019) North, in the amount of $24,058,409, for a duration of 396 


consecutive calendar days, to the responsible bidder with the lowest responsive bid, Mitchell 
Engineering. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of February 11, 2020. 


plloran Alto 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0029 


WHEREAS, The San Francisco Public Utilities Commission (SFPUC) requires the 
assistance of professional engineering firms to perform planning, design, and, possibly, 
engineering support of improvements to various SFPUC Dam and Reservoir facilities in the 
Water and Power Enterprises; and 


WHEREAS, The Request for Proposals (RFP) was advertised on September 12, 2019 to 
select up to three consulting firms to provide specialized dam and reservoir design services, with 
a not-to-exceed amount of $11,000,000 per agreement and with a term not to exceed eleven (11) 
years per agreement; and 


WHEREAS, Services are anticipated to begin in May 2020 and end in April 2031 and the 
duration of this agreement is eleven (11) years; and 


WHEREAS, Review of the responses to the RFP established AECOM Technical Service, 
Inc., GEI Consultants, Inc., and HDR Engineering, Inc. as the three highest scoring qualified 
proposers; and 


WHEREAS, On January 14, 2020, by Resolution No. 20-0008 this Commission awarded 
Project-Funded Agreements Nos. PRO.O138A&C, Engineering Services for Dams and 
Reservoirs, to HDR Engineering, Inc. (PRO.O138A) and AECOM Technical Services, Inc. 
(PRO.0138C), to provide planning and specialized engineering design services, and authorized 
the General Manager to negotiate and execute two professional services agreements with the 
selected consultants, each in an amount not-to-exceed $11,000,000 and each with a term of 
eleven years; and 


WHEREAS, Staff now recommends that the Commission proceed with award of 
PRO.0138B to GEI, the second highest scoring proposer to the RFP; and 


WHEREAS, SFPUC staff and Contract Monitoring Division (CMD) review of the 
selection panel evaluations of the proposals and interviews resulted in the establishment of HDR 
Engineering, Inc... AECOM Technical Services, Inc., and GEI Consultants, Inc. as the highest 
scoring proposers; and 


WHEREAS, CMD established a 7% Local Business Enterprise (LBE) subconsultant 
participation requirement for each of these agreements, and HDR Engineering, Inc., AECOM 
Technical Services, Inc., and GEI Consultants, Inc. committed to LBE subconsultant 
participation of 10.50%, 9.45%, and 12%, respectively; and 


WHEREAS, Failure to reach successful agreement on contract terms and conditions 
within 30 days of the date of the Commission award may result in award of the contract to the 
next highest ranked proposer, or re-advertising and re-selecting consultants at the discretion of 
the City; and 


WHEREAS, The firm being awarded a contract by the SFPUC must be in compliance 
with the Equal Benefits Provisions of Chapter 12B of the City’s Administrative Code either at 
the time of the award, or within two weeks of the date of the Commission award; failure of the 
proposer to obtain compliance certification from CMD may, in the General Manager’s sole 
discretion, result in award of the agreement to the next highest ranked proposer, or re-advertising 
and re-selecting consultants at the discretion of the City; and 


WHEREAS, Funds for Agreement No. PRO.0138B, Engineering Services for Dams and 
Reservoirs, will be available from projects in the Hetch Hetchy and Water Enterprise 10-Year 
Capital Improvements Programs; and 


WHEREAS, No Engineering Support During Bid and Award, Construction, Start-up, 
and Closeout services will be initiated under this contract until California Environmental Quality 
Act (CEQA) review is complete and if necessary, the appropriate CEQA document is prepared, 
and until this Commission has reviewed and considered the CEQA determination or the 
approved (Mitigated Negative Declaration) or certified (Environmental Impact Report) CEQA 
document and has adopted the document, the CEQA findings, and a Mitigation and Monitoring 
Reporting Program for the Project and approved the project; now, therefore, be it 


RESOLVED, That this Commission hereby approves the selection of GEI Consultants, 
Inc., awards Project-Funded Agreement No. PRO.O138B, Engineering Services for Dams and 
Reservoirs, to GEI Consultants, Inc. to provide planning and specialized engineering design 
services, and authorizes the General Manager to negotiate and execute a professional services 
agreement with GEI in an amount not-to-exceed $11,000,000 and with a term of eleven years, or, 
in the event negotiations are not successful or City requirements are not satisfied, to negotiate 
and execute a professional services agreement with the next highest ranked proposer, subject to 
the Board of Supervisors approval pursuant to Charter Section 9.118. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of February 11, 2020. 


Wonns Mboed 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0030 


WHEREAS, The City and County of San Francisco (City) owns certain real property 
presently under the jurisdiction of the San Francisco Public Utilities Commission (SFPUC) in the 
City of Sunnyvale, California, consisting of (1) a portion of Assessor’s Parcel No. 104-28-069 
commonly known as a portion of an existing street, Manzano Way (Existing Street), which is 
maintained by the City of Sunnyvale (Sunnyvale) under an existing permit from the SFPUC, and 
(2) two vacant lots of land designated as a portion of Assessor’s Parcel No. 104-28-066 
(Parcels | and 2, together with the Existing Street referred to herein as the Property); and 


WHEREAS, On December 18, 2015, the SFPUC executive management determined that 
the Property is unessential to the SFPUC’s utility needs; and 


WHEREAS, The SFPUC entered into an agreement dated March 4, 2016 with Colliers 
International CA, Inc. (Broker) for real estate brokerage services; and 


WHEREAS, The SFPUC, through the Broker, advertised on commercial real estate 
platforms for many weeks, posted signage, and produced offering memoranda and other 
marketing materials and issued an invitation to bid on Parcels 1 and 2 from prospective buyers 
between July 26, 2019 and August 30, 2019; and 


WHEREAS, On August 30, 2019, Manzano Property LLC (Buyer) submitted the highest 
and best responsible offer to purchase Parcels | and 2 at $1,100,000; and 


WHEREAS, On September 15, 2019, an MAI appraiser appraised the fair market value 
of Parcels 1 and 2 at $1,135,000, and an appraisal review was performed in accordance with 
Section 23.3 of the Administrative Code; and 


WHEREAS, SFPUC staff and Buyer have agreed to the terms and conditions of a 
proposed Purchase and Sale Agreement (Agreement) for Parcels | and 2; and 


WHEREAS, Recent amendments to the Surplus Lands Act under Assembly Bill 1486 
(AB 1486) which took effect on January 1, 2020 now require the City to issue a 60-day written 
notice to specified parties prior to disposing of Parcels | and 2, and if a party expresses interest, 
to enter into a 90-day good faith negotiation period; and 


WHEREAS, The SFPUC sent the required Notice of Availability for Parcels | and 2 on 
January 6, 2020; and 


WHEREAS, Although SFPUC staff will not seek Board of Supervisors approval of the 
conveyance of Parcels | and 2 until after the notice of interest and negotiation periods under the 
new Surplus Lands Act amendments have expired, staff asks that the Commission act now to 
recommend the Board approve the transaction in the future, subject to the City’s full compliance 
with the requirements of AB 1486 because the Buyer bid and negotiated with SFPUC before AB 
1486 took effect, and the Property consists of two small parcels that are unlikely to attract 
interest by a nonprofit housing developer; and 


WHEREAS, Under Section 23.3 of the Administrative Code, the City may convey the 
Existing Street to Sunnyvale without a competitive bidding process if the Board of Supervisors 
finds it would be impractical or impossible because the street has been incorporated into 
Sunnyvale’s public right-of-way and therefore “the Real Property is not capable of independent 
development” as provided under Section 23.3; and 


WHEREAS, City, through the SFPUC, desires to grant the Existing Street by quitclaim 
deed to the City of Sunnyvale, and the City of Sunnyvale agrees to accept the conveyance of 
Manzano Way; and 


WHEREAS, The Existing Street is an open public street, developed and maintained by 
the City of Sunnyvale under a SFPUC revocable permit and is an integral part of a residential 
area road network in the City of Sunnyvale; and 


WHEREAS, Upon the transfer of the Existing Street to the City of Sunnyvale the 
Existing Street will continue to be used for street purposes; and 


WHEREAS, In a memorandum dated January 3, 2020, the City’s Director of Property 
determined that the fair market value of the Existing Street is zero, and therefore an appraisal is 
not required under Section 23.3 of the Administrative Code; and 


WHEREAS, This action does not constitute a “project” under California Environmental 
Quality Act Guidelines Section 15378 because there would be no physical change in the 
environment; now, therefore, be it 


RESOLVED, That this Commission finds, in consideration of the foregoing, that the 
Existing Street is surplus to the SFPUC’s utility needs and not necessary for the SFPUC’s use, 
and further declares it to be “exempt surplus land” under Government Code Section 54221(b)(1) 
and 54221(f)(C) because (1) the City of Sunnyvale has been using the Existing Street as an open 
public street, (11) the City is transferring the land for continued use by the City of Sunnyvale as 
an open public street, and (ii) the Existing Street is an integral part of a residential area road 
network; and, be it 


FURTHER RESOLVED, That this Commission authorizes the General Manager of the 
SFPUC and/or City’s Director of Property to seek approval from the Board of Supervisors of the 
quitclaim deed conveying the Existing Street to the City of Sunnyvale (the Quitclaim Deed); and, 
be it 


FURTHER RESOLVED, That this Commission urges the Board of Supervisors to 
determine, in accordance with Section 23.3 of the Administrative Code, that a competitive 
bidding process for the conveyance of the Existing Street is impractical and impossible because 
the property has no monetary value as a public street and “is not capable of independent 
development”; and, be it 


FURTHER RESOLVED, That this Commission finds, in consideration of the foregoing, 
that Parcels | and 2 are surplus to the SFPUC’s utility needs and not necessary for the SFPUC’s 
use, and declares Parcels 1 and 2 to be “surplus land” under Government Code Section 
54221(b)(1), and recommends that the Board of Supervisors authorize the General Manager of 
the SFPUC and/or City’s Director of Property to seek approval of the Agreement to Buyer 
(collectively with any documents contemplated to be executed under the Agreement, the 
Transaction Documents), after the notice of interest and negotiation periods under the new 


Surplus Lands Act amendments (AB 1486) have expired and the City has satisfied all of the 
Act’s applicable requirements; and, be it 


FURTHER RESOLVED, That subject to and upon such approval by City’s Board of 
Supervisors and the Mayor, the General Manager is authorized to execute the Transaction 
Documents in substantially the same form presented to this Commission; and, be it 


FURTHER RESOLVED, That this Commission hereby ratifies, approves, and authorizes 
all actions heretofore taken by any City official in connection with the Quitclaim Deed and 
Transaction Documents; and, be it 


FURTHER RESOLVED, That this Commission hereby approves the terms and 
conditions of the Quitclaim Deed and Transaction Documents; and, be it 


FURTHER RESOLVED, That, upon approval by City’s Board of Supervisors and the 
Mayor, this Commission authorizes and directs City’s Director of Property to execute the 
Quitclaim Deed, and the SFPUC General Manager to execute the Agreement and deliver the 
Transaction Documents to the appropriate party or parties to each Transaction Document; and be 
it 


FURTHER RESOLVED, That this Commission hereby authorizes City’s Director of 
Property and/or the SFPUC General Manager to enter into any amendments or modifications to 
each of the Transaction Documents, including without limitation, the exhibits, that City’s 
Director of Property and/or the SFPUC’s General Manager determines, in consultation with the 
City Attorney, are in the best interest of City; do not materially increase the obligations or 
liabilities of City; are necessary or advisable to effectuate the purposes and intent of each of the 
Transaction Documents or this Resolution; and are in compliance with all applicable laws, 
including the City Charter; and be it 


FURTHER RESOLVED, That upon approval by City's Board of Supervisors and the 
Mayor, this Commission authorizes the SFPUC General Manager and/or City’s Director of 
Property to take any and all other steps they, in consultation with the City Attorney, deem 
necessary and advisable to effectuate the purpose and intent of this Resolution. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities Commission at 


its meeting of February 11, 2020. 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0031 


WHEREAS, The General Manager of the San Francisco Public Utilities Commission 
(SFPUC) and staff presented the proposed FY 2020-21 and FY 2021-22 Capital Budget for the 
Water Enterprise, Wastewater Enterprise and Hetch Hetchy Water & Power, including the 
Power Enterprise and CleanPowerSF (‘Capital Budget’) including the list of projects, cost 
estimates, and schedules to the Commission at public hearings held on January 16, January 23, 
January 30, and February 11, 2020, and copies of those presentations are on file with the 
Commission Secretary and incorporated herein by reference; and 


WHEREAS, An overview of the proposed FY 2020-21 and FY 2021-22 Capital 
Budget for each enterprise is set forth as Attachment A to the staff report for the February 11, 
2020 Commission hearing is on file with the Commission Secretary; and 


WHEREAS, As a preliminary step to development of the Two-Year Capital Budget, a 
baseline review of all existing project appropriations was completed for potential closeout or 
repurposing to new capital budget need; and 


WHEREAS, The Two-Year Capital Budget submittals went through a quality review 
to assure the budget addressees the Enterprises immediate capital improvement needs and 
reflects a sound project prioritization process; and 


WHEREAS, The quality review included a validation of costs and schedule of all 
proposed projects and an assessment of the ability to deliver the projects within the 2-year 
timeframe; and 


WHEREAS, If the Two-Year Capital Budget shown on Attachment A is adopted by 
this Commission, the General Manager would have authority during the next two years to re- 
allocate project appropriations within the same Authority Code, which is the five-digit code on 
the far left column of Attachment A, but any reallocation of project appropriations from one 
Authority Code to a different one would require Commission and Board of Supervisors 
approval; and’ 


WHEREAS, The proposed FY 2020-21 and FY 2021-22 Capital Budget must be 
submitted to, and approved by the Mayor and the Board of Supervisors; and 


WHEREAS, The SFPUC General Manager recommends that the Commission request 
a supplemental appropriation ordinance for the capital expenditures for each of the three 
Enterprises presented in the proposed FY 2020- 21 and FY 2021-22 Capital Budget to timely 
implement public improvement projects; and 


WHEREAS, The subsequent approvals of projects to be funded through this Capital 
Budget would only be granted following the consideration of environmental review pursuant to 
the California Environmental Quality Act (CEQA), Administrative Code Chapter 31, and 
Proposition E (approved by the voters in 2002 for Water and Wastewater projects) by this 
Commission; and 


WHEREAS, The Water Enterprise is de-appropriating $3,528,113 in Revenue Funded 
Water Capital Projects being closed-out with the unspent balance returned to the Water 
Operating Fund, and de-appropriating and re-appropriating $15,324,167 in Water Capital 
Projects to fund project spending in FY 2020-21; and 


WHEREAS, The Wastewater Enterprise is de-appropriating and re-appropriating 
$391,415,748 in Wastewater Capital Projects to fund project spending in FY 2020-21; and 


WHEREAS, The Hetch Hetchy Enterprise is de-appropriating and re-appropriating 
$341,001 in Hetchy Capital Projects for project close out in FY 2020-21; and 


WHEREAS, This Commission has considered the proposed FY2020-21 and FY2021- 
22 Capital Budget for the Water Enterprise, Wastewater Enterprise, and Hetch Hetchy Water 
and Power, including the Power Enterprise and CleanPowerSF, which total $397,225,012 for 
FY 2020-21 and $739,135,844 for FY 2021-22, as set forth in Attachment A to the February 
11, 2020 staff report, a copy of which 1s attached hereto; now, therefore, be it 


RESOLVED, That this Commission hereby adopts the FY2020-21 and FY2021-22 
SFPUC Capital Budget in the amount of $435,699,986 for FY 2020-21 and $835,878,748 for 
FY 2021-22 for the Water Enterprise, the Wastewater Enterprise, and Hetch Hetchy Water and 
Power, including the Power Enterprise and CleanPowerSF as presented at the public hearings 
on January 16, January 23, and January 30, 2020 and as set forth in the attached Attachment A, 
as follows: 





FY 2020-21 Capital Budget Amount Financing Costs Total 
Wastewater Enterprise 179,421,679 $ 9,834,208 $ 189,255,887 
Water Enterprise 134,686,937 15,094,048 149,780,985 
Hetchy Water 38,501,775 5,006,144 43,507,919 
Hetchy Power 42,331,958 8,540,574 SOS 22532) 
CleanPowerSF 2,282,663 0 2,282,663 
Total 397,225,012 $ 38,474,974 $ 435,699,986 
FY 2021-22 Capital Budget Amount Financing Costs Total 
Wastewater Enterprise 399,405,834 $ 48,323,725 $ 447,729,559 
Water Enterprise 19 S390 257/95 24,226,376 220129171 
Hetchy Water 111,474,483 11,287,866 122,762,349 
Hetchy Power 30,304,069 12,904,937 43,209,006 
CleanPowerSF 2,048,663 0 2,048,663 
Total 739,135,844 $ 96,742,904 $ 835,878,748 


and be it; 


FURTHER RESOLVED, That this Commission authorizes the General Manager to 
seek Board of Supervisors approval for the de-appropriation of $3,528,113 in Revenue Funded 
Water Capital Projects, the de-appropriation and re-appropriation of $15,324,167 in Water 
Capital Projects, de-appropriation and re-appropriation of $391,415,748 in Wastewater Capital 
Project funding, and de-appropriation and re-appropriation of $341,001 in Power Capital 
Project funding; and, be it 


FURTHER RESOLVED, That the SFPUC General Manager is authorized to make 
further technical adjustments to these approved amounts as may be necessary, or upon further 
direction from the Commission, the Mayor and the Board of Supervisors; and, be it 


FURTHER RESOLVED, The General Manager is hereby authorized and directed to 
submit to the Board of Supervisors proposed ordinances authorizing the issuance of (1) not to 
exceed $370,762,889 aggregate principal amount of Water Revenue Bonds and other forms of 
indebtedness, including commercial paper and State Revolving Fund (SRF) loans, (2) 
$387,719,556 aggregate principal amount of Wastewater Revenue Bonds and other forms of 
indebtedness, including commercial paper and SRF loans, under the terms of Proposition E 
(approved by the voters November 2002), and (3) $142,970,073 aggregate principal amount of 
Power Revenue Bonds and other forms of indebtedness, including commercial paper and loans, 
subject to the terms of Charter Sections 9.107(6) and 9.107(8). The General Manager shall 
return to this Commission for a subsequent discretionary approval of any disclosure and 
transaction related documents prepared in connection with the issuance of such Bonds and 
other forms of indebtedness. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of February 11, 2020. 


pllornr Added - 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


RESOLUTION NO.: 20-0032 


WHEREAS, San Francisco Charter Section 8B.123 requires that the San Francisco 
Public Utilities Commission annually hold public hearings to review, update and adopt a long- 
term Capital Plan covering projects during the next 10-year period, including cost estimates 
and schedules; and 


WHEREAS, The SFPUC General Manager and staff presented the proposed SFPUC 
10-Year Capital Plan for FY 2020-21 through FY 2029-30 for the Water Enterprise, 
Wastewater Enterprise, and Hetch Hetchy Water and Power, including the Power Enterprise 
and CleanPowerSF, to the Commission at public hearings held on January 16, January 23, and 
January 30, 2020, and such presentations included a list of projects, cost estimates, and 
schedules, together comprising the SFPUC 10-Year Capital Plan; and 


WHEREAS, On February 11, 2020, staff presented as Attachment A to the staff report 
the SFPUC 10-Year Capital Plan Summaries FYE 2021-2030 and Project Datasheets, a copy of 
which is on file with the Commission Secretary; and 


WHEREAS, The SFPUC 10-Year Capital Plan provides an assessment of the agency’s 
capital-needs aligned with the Commission’s Strategic Plan goals as well as the investments to 
meet those needs; and 


WHEREAS, As'a preliminary step to 10-Year Capital Plan development, a baseline 
review of all existing project appropriations was completed for potential close-out or 
repurposing to new capital budget needs; and 


WHEREAS, The SFPUC Infrastructure Bureau reviewed and validated all 10-Year 
Capital Plan project submittals resulting in a consistent and comprehensive capital planning 
approach across the agency comprised of individual project datasheets describing the project 
budget, schedule and scope; and 


WHEREAS, Capital Plan project quality review meetings were held to assure the 
Capital Plan meets the Enterprise’s infrastructure needs, reflects a sound project prioritization 
process and supports affordability by promoting efficient use of ratepayer funds; and 


WHEREAS, The SFPUC Capital Plan development process included an assessment of 
SFPUC’s ability to deliver projects looking at historic versus planned spending and aligning 
project plans with available delivery resources; and 


WHEREAS, The subsequent approvals of projects to be funded through this Capital 
Plan would only be granted following the consideration of environmental review pursuant to 
the California Environmental Quality Act (CEQA), Administrative Code Chapter 31, and 
Proposition E (approved by the voters in 2002 for Water and Wastewater projects) by this 
Commission; and 


WHEREAS, The Commission-approved 10-Year Capital Plan for FY 2020-21 to FY 
2029-30 will be submitted to the Mayor, presented to the City’s Capital Planning Committee, 


for review; and 


WHEREAS, The SFPUC’s 10-Year Capital Plan is used to develop the agency’s two- 
year capital budgets, 10-Year Financial Plan, projected debt issuances, and estimated rate 


changes; now, therefore, be it 


RESOLVED, That the Commission hereby adopts the SFPUC 10-Year Capital Plan for 
FY 2021-2030 comprised of the project summaries and project datasheets included in 
Attachment A presented to the Commission on February 11, 2020, which describes project 
costs, scope, and schedule over the 10-year period with total costs as follows: 


10-Year Capital Plan FYE 2021-2030 
Wastewater Enterprise $5,146,868,226 
Water Enterprise 2,206,188,787 
Hetch Hetchy Water 1,024,375,458 
Hetch Hetchy Power 542,450,733 
CleanPowerSF 75,819,326 
Total $8,995,702,530 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of February I1, 2020. 


_ oran Bleeds 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0033 


WHEREAS, Charter Section 8B.123 requires that the Commission annually hold a public 
hearing to review, update, and adopt a Long-Range Financial Plan for a 10-year period including 
estimates of operation and maintenance expenses, repair and replacement costs, debt costs and 
rate increase requirements (referred to as the 10-Year Financial Plan or the Financial Plan); and 


WHEREAS, The General Manager of the San Francisco Public Utilities Commission 
(SFPUC) and staff presented the proposed 10-Year Financial Plan for the period FY 2020-21 
through FY 2029-30 to the Commission at a public hearing held on February 11, 2020, for the 
Water Enterprise, Wastewater Enterprise, Hetch Hetchy Water and Power including the Power 
Enterprise and CleanPowerSF, a copy of which is on file with the Commission Secretary and 
incorporated herein by reference; and 


WHEREAS, It is recommended that governmental entities maintain a multi-year 
financial plan to forecast future fiscal operations and revenue requirements for their customers 
and stakeholders; and 


WHEREAS, It is further recommended that future year revenue requirement impacts be 
considered when making budgetary decisions; now, therefore, be it 


RESOLVED, That this Commission hereby adopts the SFPUC 10-Year Financial Plan 
Report for FY 2020-21 through FY 2029-30 presented to the Commission at its hearing on 
February 11, 2020 and on file with the Commission Secretary. 


I hereby certify that the foregoing was adopted by the Public Utilities Commission at its meeting 


of February 11, 2020. 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


RESOLUTION NO. 20-0034 


WHEREAS, At public hearings on January 9, January 16, January 23, January 30, and 
February 11, 2020, the General Manager of the San Francisco Public Utilities Commission 
(SFPUC) and staff presented proposed Biennial FY 2020-21 and FY 2021-22 Operating and 
Programmatic Project Budgets for the Water Enterprise, Wastewater Enterprise, Hetch Hetchy 
Water and Power including the Power Enterprise and CleanPowerSF, as well as the SFPUC 
Support Bureaus; and 


WHEREAS, The detailed operating and programmatic budgets for each Enterprise and 
Bureau presented to the Commission at the public hearings on January 9, January 16, January 
23, and January 30 are on file with the Commission Secretary and incorporated herein by 
reference, and the summary of the budgets presented on February 11, 2020 is attached hereto as 
Appendix A and Appendix B; and 


WHEREAS, The proposed operating budget includes a transfer of operating revenue 
funds in the amount of $169,563,500 for FY 2020-21 and $182,038,390 for FY 2021-22 for 
capital projects; and 

WHEREAS, The SFPUC proposed Biennial Operating and Programmatic Project 


Budgets must be submitted to, and approved by the Mayor and the Board of Supervisors, 
pursuant to Charter Section 9.101; now, therefore, be it 


RESOLVED, This Commission hereby approves the FY 2020-21 and FY 2021-22 
Operating Budgets, including the transfers of operating revenue for capital, as shown on the 
document titled Appendix A, a copy of which was presented to the Commission at its hearing 
on February 11, 2020 and is attached hereto, as follows: 


Operating FY 2020-21 FY2021-22 
Water Enterprise $ 532,006,617 $ 552,483,059 
Wastewater Enterprise 211,883,536 289,390,591 
Hetchy Power 119,086,043 12:7,6233036 
Hetchy Water 79,302,628 81,868,191 
CleanPowerSF 213,472,556 D2 LIS88 f 








Subtotal $ 1,215,751,380 $ 1,278,558,764 


External Affairs $ OR Cn Wien 8,253,959 
General Manager 31,401,661 33,071,361 
Business Services 68,954,020 71,745,243 
Bureau Recoveries (108,195,860) (113,070,563) 
Infrastructure 88,949,979 92,312,254 


Project Recoveries, Infrastructure (88,949,979) (92,312,254) 
Total SFPUC $ 1,215,751,380 $ 1,278,558,764 





Capital Revenue Transfer FY 2020-21 FY2021-22 

Water Enterprise $ 47,600,000 $ 57,100,000 
Wastewater Enterprise 117,894,500 10 25222 90 
Hetchy Power 4,069,000 4,686,000 


Total SFPUC $ 169,563,500 $ 182,038,390 


; and, be it, 
FURTHER RESOLVED, That this Commission hereby approves the FY 2020-21 
and FY 2021-22 Programmatic Project Budgets as shown on Appendix B, a copy of 


which was presented to the Commission at its hearing on February 11, 2020 and is 
attached hereto, as follows: 


Programmatic Projects FY 2020-21 FY 2021-22 
Water Enterprise $ 36,136,198 $ 31,089,719 
Wastewater Enterprise 7,358,108 6,570,344 
Hetchy Power 17,580,285 13,657,917 
Hetchy Water 2,832,000 3,000,300 
Total $ 63,906,591 $ 54,318,280 

; and, be it 


FURTHER RESOLVED, That this Commission authorizes the General Manager to 
submit the above referenced Biennial Operating Budgets and Programmatic Project Budgets to 
the Mayor and the Board of Supervisors for approval; and be it 


FURTHER RESOLVED, That the General Manager is authorized to make further 
technical adjustments to these approved amounts as may be necessary or upon further direction 
from the Commission, the Mayor or the Board of Supervisors; and, be it 


FURTHER RESOLVED, That the General Manager is authorized to adjust salaries in 
accordance with amendments to the Annual Salary Ordinance and mandatory fringe benefits in 
accordance with the Controller's instructions; and, be it 


FURTHER RESOLVED, That the budget estimates shall be filed with the Controller in 
accordance with the provisions of the San Francisco Charter Article IX and Administrative 
Code Chapter 3. Copies of the approved budget are on file in the office of the Commission 
Secretary; and, be it 


FURTHER RESOLVED, That, as required by the Commission-adopted Ratepayer 
Assurance Policy of 2017, the Commission finds that the SFPUC’s budget requests for FY 
2020-21 and FY 2021-22 are greater than the projected inflation rate over the next two fiscal 
years requiring increases to service levels explained in the budget proposal. 


| hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of February 11, 2020. 


 loran Macks 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


_ City and County of San Francisco 
RESOLUTION NO. 20-0035 


WHEREAS, The Memorandum of Understanding (MOU) between the San Francisco 
Public Utilities Commission (SFPUC) and the Real Estate Division of the City and County of 
San Francisco (RED) would allow the SFPUC to install a photovoltaic solar energy system at a 
new building RED is constructing at 49 South Van Ness Avenue, San Francisco at a cost not to 
exceed $500,000, and sets forth thé. terms and conditions under which SFPUC will provide 
electric service to the building; and 


WHEREAS, Electric services to 49 South Van Ness Avenue are expected to begin in Fall 
2020 and end 25 years after start date; and 


WHEREAS, Funds for the MOU are available from Chart of Account UH Hetchy Cap 
and Trade 15404-10035305; and 


WHEREAS, The proposed installation of a photovoltaic solar energy system at 49 South 
Van Ness (Project) is in compliance with the San Francisco Green Building Code under 
Ordinance 92-17, File No. 170202, approved April 27, 2017, effective May 27, operative 
January 1, 2018; and 


WHEREAS, On March 23, 2017, the Planning Commission certified the Environmental 
Impact Report (EIR) for the 49 South Van Ness Project by Motion No. 19883; and 


WHEREAS, On March 23, 2017, the Planning Commission approved the Project and 
adopted findings (CEQA findings) and a Mitigation Monitoring and Reporting Program as 
required by the California Environmental Quality Act (CEQA) by Motion No. 19884; and 


WHEREAS, The project files, including the EIR and Motions Nos. 19883 and 19884 
have been made available for review by the SFPUC and the public, and those files are part of the 
record before this Commission; and 


WHEREAS, This Commission has reviewed and considered the information contained in 
the EIR and the findings contained in the findings contained in Motion No. 19884 and all written 
and oral information provided by the Planning Department, the public, relevant public agencies, 
SFPUC and other experts and the administrative files for the Project; now, therefore, be it 


RESOLVED, This Commission has reviewed and considered the EIR and record as a 
whole, finds that the EIR is adequate for its use as the decision—making body for the action taken 
herein and incorporates the CEQA findings contained in Motion No. 19884 by this reference 
thereto as though set forth in this Resolution; and be it 


FURTHER RESOLVED, This Commission further finds that since the EIR was 
finalized, there have been no substantial project changes and no substantial changes in project 
circumstances that would require major revisions to the EIR due to the involvement of new 
significant environmental effects or an increase in the severity of previously identified significant 
impacts, and there is no new information of substantial importance that would change the 
conclusions set forth in the EIR; and be it 


FURTHER RESOLVED, That this Commission hereby authorizes the General Manager 
to execute the Memorandum of Understanding with RED to allow the SFPUC to install a 
photovoltaic solar energy system at a cost of $500,000 at a new building RED is constructing at 
49 South Van Ness Avenue, San Francisco, and set forth the terms and conditions under which 
SFPUC will own, operate, and maintain the solar facility for a duration of 25 years. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of February 11, 2020. 


pllornr Mood 


Secretary, Public Utilities Commission 


San PYANCISCO” 
Water P 
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SAN FRANCISCO PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


London N. Breed 
Mayor 


AGENDA 
Tuesday, February 25, 2020 
1:30 P.M. 


1 Dr. Carlton B. Goodlett Place 
City Hall, Room 400 
San Francisco, CA 94102 


Commissioners 
Ann Moller Caen, President 
Francesca Vietor, Vice President 
Anson Moran 
Sophie Maxwell 
Tim Paulson 


Harlan L. Kelly, Jr. 
General Manager 


Donna Hood 
Secretary 





For information, contact the Commission Secretary at 415-554-3165 
Minutes and other information are available on the SFPUC web site: 
www.sfwater.org 
Gavel-to-Gavel coverage available at: 


hitp://sanfrancisco.granicus.com/ViewPublisher.php?view _id=22 


Accessible Meeting Policy: The San Francisco Public Utilities Commission meeting will be held in Room 400, at 1 Dr. Carlton 
B. Goodlett Place (400 Van Ness Ave.), San Francisco, CA. The closest accessible BART station is the Civic Center Station at 
United Nations Plaza and Market Street. Accessible MUNI lines serving this location are: MUNI Metro Lines J-Church, K- 
Ingleside, L-Taraval, M-Ocean View, N-Judah and T-Third at Van Ness and Civic Center Stations; F-Market; 19-Polk, 47-Van 
Ness; 49-Mission-Van Ness; 5-Fulton; 6-Parnassus, 21-Hayes; 9-San Bruno; and 7-Haight Noriega. For information about 
MUNI accessible services call 701.4485. 


The meeting room is wheelchair accessible. Accessible curbside parking spaces have been designated on the Van Ness 
Avenue and McAllister Street perimeters of City Hall for mobility-impaired persons. There is accessible parking available 
within the Civic Center Underground Parking Garage at the corner of McAllister and Polk Streets, and within the Performing 
Arts Parking Garage at Grove and Franklin Streets. 


To obtain a disability-related accommodation, including auxiliary aids or services, or to obtain meeting materials in alternative 
format, please contact Donna Hood at 415.554.3165. Providing at least 72 hours notice will help to ensure availability. Written 
reports or background materials for calendar items are available for public inspection and copying at 525 Golden Gate Ave., 
13" Floor during regular business hours and are available on-line at http://www.sfwater.org/index.aspx?page=167. 


To assist the City’s efforts to accommodate persons with severe allergies, environmental illnesses, multiple chemical 
sensitivity or related disabilities, attendees at public meetings are reminded that other attendees may be sensitive to various 
chemical based products. Please help the City to accommodate these individuals. 


The ringing of and use of cell phones, pagers and similar sound-producing electronic devices are prohibited at this meeting. 
Please be advised that the President may order the removal from the meeting room of any person(s) responsible for the 
ringing or use of a cell phone, pager, or other similar sound-producing electronic devices. 


Know Your Rights Under the Sunshine Ordinance: Government's duty is to serve the public, reaching its decision in full 
view of the public. Commissions, boards, councils and other agencies of the City and County exist to conduct the people's 
business. This ordinance assures that deliberations are conducted before the people and that City operations are open to 
the people's review. For more information on your rights under the Sunshine Ordinance or to report a violation of the 
ordinance, contact Administrator, by mail to Sunshine Ordinance Task Force, 1 Dr. Carlton B. Goodlett Place, Room 244, 
San Francisco, CA 94102.4689; by phone at 554.7724: by fax at 554.7854; or by email at sotf@sfgov.org. 





Copies of the Sunshine Ordinance can be obtained from the Clerk of the Sunshine Task Force, the San Francisco Public 
Library and on the City’s website at http://www.sfgov.org. 


311 Free Lanquage Assistance: $2 #33 5 (4 / Ayuda gratuita con el idioma / BecnmaTHas NOMOUIb NepeBos4uKos / 
Tro giup Thong dich Mién phi / Assistance linguistique gratuite / ££} Sas scte / PE 104 / ALA / aan swmad 
nV slag lue a’eartaa 2 / Libreng tulong para sa wikang Tagalog awaa 























Lobbyist Registration and Reporting Requirements: Individuals and entities that influence or attempt to influence local 
legislative or administrative action may be required by the San Francisco Lobbyist Ordinance [SF Campaign & Governmental 
Conduct Code §2.100] to register and report lobbying activity. For more information about the Lobbyist Ordinance, please 
contact the San Francisco Ethics Commission at 25 Van Ness Avenue, Suite 220, San Francisco, CA 94102; telephone (415) 
252-3100; fax (415) 252-3112: web site at www.sfgov.org/ethics. 





CEQA Appeal Rights under Chapter 31 of the San Francisco Administrative Code: If the Commission’s action on a 
project constitutes the Approval Action for that project (as defined in S.F. Administrative Code Chapter 31, as amended, Board 
of Supervisors Ordinance Number 161-13), then the CEQA determination prepared in support of that Approval Action is 
thereafter subject to appeal within the time frame specified in S.F. Administrative Code Section 31.16. Typically, an appeal 
must be filed within 30 calend ar days of the Approval Action for a project that has received an exemption or negative 
declaration pursuant to CEQA. For information on filing an appeal under Chapter 31, contact the Clerk of the Board of 
Supervisors at City Hall, 1 Dr. Carlton B. Goodlett Place, Room 244, San Francisco, CA 94102, or call (415) 554-5184. Ifthe 
Planning Department's Environmental Review Officer has deemed a project to be exempt from further environmental review, 
an exemption determination has been prepared and can be obtained on-line at http://Awww.si- 
planning.org/index.aspx?page=3447.Under CEQA, in a later court challenge, a litigant may be limited to raising only those 
issues previously raised at a hearing on the project or in written correspondence delivered to the Board of Supervisors, 
Planning Commission, Planning Department or San Francisco Public Utilities Commission at, or prior to, such hearing, or as 
part of the appeal hearing process on the CEQA decision. 





ORDER OF BUSINESS 
1. Call to Order 
2. Roll Call 
3. Approval of the Minutes of February 11, 2020 


4. General Public Comment 
Members of the public may address the Commission on matters that are within the 
Commission’s jurisdiction and are not on today’s agenda 


5. Communications (discussion only) 
a) Advance Calendar 
b) Correspondence Log 
c) Contract Advertisement Report 
d) Water Supply Conditions Update 
e) C5 Children’s School Tuition Rates Memo 
f) Potential Release of Instream Flows on the Tuolumne River 


6. Report of the General Manager (discussion only) 
a) Annual Financial Statements 
i. Water Enterprise, issued December 9, 2019 
ii. Wastewater Enterprise, issued December 23, 2019 
ili. Hetch Hetchy Water and Power & CleanPowerSF, issued December 23, 2019 
b) Quarterly Audit and Performance Review Report 
i. Crystal Springs Construction Close-Out Audit, Issued October 24, 2019 
c) Quarterly Budget Status Report 
) Water Enterprise Capital Improvement Program Quarterly Report 
e) Hetch Hetchy Capital Improvement Program Quarterly Report 
f) Sewer System Improvement Program Quarterly Report 
g) Update on PG&E’s Bankruptcy and City’s Acquisition Offer 
h) Water Supply Planning Projects Update 
i) Report on Recent San Francisco Public Utilities Commission Activities, Events and 
Announcements 


7. Bay Area Water Supply & Conservation Agency Update (Sandkulla) 
8. New Commission Business (discussion only) 
CONSENT CALENDAR 
9. All matters listed hereunder constitute a Consent Calendar, are considered to be routine 
by the San Francisco Public Utilities Commission and will be acted upon by a single 
vote of the Commission. There will be no separate discussion of these items unless a 


member of the Commission or the public so requests, in which event the matter will be 
removed from the Calendar and considered as a separate item. 


a) 


200037 


200039 


d) 
200040 


200042 


Accept work performed by Sierra Mountain Construction, Inc. for Contract No. HH- 
997E, Emergency Repairs to Hetch Hetchy Water and Power Facilities Following 
the March 2018 Storm Event — Phase 1; for a total contract amount of $2,863,870 
and a total contract duration of 495 calendar days (approximately one year and four 
months); and authorize final payment to the contractor. (How) 


Approve Amendment No. 3 to Agreement No. PRO.0029, Project Pull Internship 
Program, with the Japanese Community Youth Council, to continue providing 
administrative services and technical assistance for the Project Pull Internship 
Program; and authorize the General Manager to execute this amendment, 
increasing the agreement by $1,000,000 for a total contract amount not-to-exceed 
$4,300,000, with no change to the contract duration. (How) 


Approve the selection of MCK Americas, Inc. (MCK), CPM Associates, Inc. and 
Carlson Management, Inc. Joint Venture (CPM-CMI JV), Environmental & 
Construction Solutions, Inc. and Design & Construction Management Services, Inc. 
Joint Venture (ECS-DCMS JV), and Mott MacDonald Group, Inc. and Dabri, Inc. 
Joint Venture (MM-Dabri JV); award Agreement Nos. PRO.0160.A-D, As-Needed 
Construction Management Services, to MCK (PRO.0160.A), CPM-CMI JV 
(PRO.0160.B), ECS-DCMS JV (PRO.0160.C), and MM-Dabri JV (PRO.0160.D), to 
provide construction management services for San Francisco Public Utilities 
Commission construction projects on an as-needed basis; and authorize the 
General Manager to negotiate and execute four professional services agreements, 
each with a not-to-exceed amount of $4,000,000 and each with a duration of five 
years. (How) 


Approve an increase of $2,000,000 to the existing contract cost contingency, and 
an increase of 365 consecutive calendar days (one year) to the existing contract 
duration contingency, for Contract No. WD-2668, Regional Groundwater Storage 
and Recovery; and authorize the General Manager to approve future contract 
modifications for a total contract amount of up to $64,578,678 and a total contract 
duration of up to 2,162 consecutive calendar days (approximately five years and 11 
months). (How) 


Approve an increase of $118,518 to the contract cost contingency, and an increase 
of 151 consecutive calendar days (approximately five months) to the contract 
duration contingency, for Contract No. WW-634, Various Locations Sewer 
Replacement and Pavement Renovation No. 3; and authorize the General Manager 
to approve future modifications to the contract for a total contract amount of up to 
$7,614,819 and a total contract duration of up to 690 consecutive calendar days 
(approximately one year and 11 months). (How) 


Approve the plans and specifications, and award Contract No. WW-678, Various 
Locations Sewer Replacement No. 7, in the amount of $2,408,049, and with a 
duration of 365 consecutive calendar days (one year), to the responsible bidder 
submitting the lowest responsive bid, Michael O'Shaughnessy Construction, Inc., to 
replace existing sewers in the City of San Francisco. This action constitutes the 
Approval Action for the project for the purposes of CEQA, pursuant to Section 
31.04(h) of the San Francisco Administrative Code. (How) 


g) Approve the plans and specifications, and award Contract No. WW-696, Cargo 


200043 


Way Flush Line, in the amount of $4,486,280, and with a duration of 400 
consecutive calendar days (approximately one year and two months) to the 
responsible bidder submitting the lowest, responsive bid, JMB Construction, Inc. to 
construct a new force main (or flush line) that conveys effluent water from the 
existing Islais Creek Booster Pump Station into an existing sewer located in Cargo 
Way, near Mendell Street. This action constitutes the Approval Action for the project 
for the purposes of CEQA, pursuant to Section 31.04(h) of the San Francisco 
Administrative Code. (How) 


REGULAR CALENDAR 


110; 


12 


10046 


13% 


200047 


Authorize the General Manager to execute two Memoranda of Understanding with 
the Port of San Francisco for the temporary use of approximately 87,363 square feet 
of shed and warehouse space at Pier 23 and approximately 7,350 square feet of office 
space at the Roundhouse 2 (Port Seawall Lot 318) by the Power Enterprise’s Utility 
Field Services Division for an initial total combined annual rent of $2,104,637.40, with 
3% annual increases thereafter. This action constitutes the Approval Action for the 
project for the purposes of CEQA, pursuant to Section 31.04(h) of the San Francisco 
Administrative Code. (Carlin) 


Approve modification of the San Francisco Public Utilities Commission’s Green 
Infrastructure Grant Program Guidelines to revise the timing and documentation 
requirements for disbursement of grant funds to grantees in four phases as follows: 
(1) up to 20% of total grant amount for planning and design, (2) 50% of the approved 
construction bid, (3) 40% of the approved construction bid, and (4) final payment of 
10% of the approved construction bid. (Norby) 


Approve the selection of Woodard & Curran/SRT Consultants Joint Venture 
(W&C/SRT JV); award Agreement No. PRO.0166, Water Resources Professional 
Services, to provide specialized and technical services for water resources 
management, conservation planning, and program support for the Water Resources 
Division of the Water Enterprise; and authorize the General Manager to negotiate and 
execute a professional services agreement with W&C/SRT JV for an amount not-to- 
exceed $4,000,000, and with a duration of five years. (Ritchie) 


Approve the selection of Beta Engineering California, LP, a responsible bidder that 
submitted the lowest responsive bid; award Contract No. DB-130, Bay Corridor 
Transmission & Distribution - Phase 3 (2019), for an amount not to exceed $3,271,051 
for pre-construction services, and with a duration of 153 consecutive calendar days 
(approximately five months) for soil investigations and design of an electrical 
substation and distribution system; and if the Commission approves the Project, 
increase the contract amount by not-to-exceed $56,668,949, with a total project 
duration of 396 consecutive calendar days (approximately one year and one month), 
for a total contract amount not to exceed $59,940,000, for construction of the electrical 
substation, installation of electrical cables and equipment, and installation of potable 
water supply pipelines. This action authorizes the General Manager to issue a Notice- 
to-Proceed for pre-construction services, but construction services will not be 
authorized under this agreement unless and until the required review under the 


California Environmental Quality Act (CEQA) is complete, and this Commission 
reviews and considers the CEQA determination and approves the proposed project. 
(How) 


14. Public Hearing: Discussion and possible action to approve CleanPowerSF rate 
adjustment formula for the San Francisco Public Utilities Commission Power 
Enterprise CleanPowerSF Program. The proposal authorizes the formulaic adjustment 
of current CleanPowerSF rates based on three criteria: (1) CleanPowerSF rates shall 

948 be within +/- 1% of comparable PG&E generation rates, (2) CleanPowerSF rates shall 

200 recover program costs, and (3) the rate adjustment does not increase a customer's 
generation component of their bill more than 10% from the rates adopted per 
Commission Resolution 18-0209. These formulaic adjustments would be triggered 
only by PG&E rate changes which result in existing CleanPowerSF rates being either 
(1) higher than or (2) more than 2% discounted from the equivalent PG&E rates. This 
action constitutes the Approved Action for the project for the purposes of CEQA, 
pursuant to Section 31.04(h) of the San Francisco Administrative Code. (Sandler) 


15. Public Comment on matters to be addressed during Closed Session 


16. Motion on whether to assert the attorney-client privilege regarding the matters listed 
below as Conference with Legal Counsel 


The Commission will go into Closed Session to discuss the following items: 


17. Conference with Legal Counsel — Pursuant to California Government Code Section 
54965.9 (d)(1) and San Francisco Administrative Code Section 67.10 (d)(1) 
(discussion only) (Mueller) 


Existing Litigation 

Pacific Gas & Electric Corporation 

Case No. 19-30088/Date Filed: January 29, 2019 

Case No. 19-30089/Date Filed: January 29, 2019 

United States Bankruptcy Court, Northern District of California 


18. Conference with Legal Counsel — Pursuant to California Government Code Section 
54965.9 (d)(1) and San Francisco Administrative Code Section 67.10 (d)(1) 
(discussion only) (Mueller) 


Existing Litigation 

City and County of San Francisco v. Pacific Gas & Electric Company 

Docket No. EL19-38-000/Date Filed: January 28, 2019 Federal Energy Regulatory 
Commission 


19. Conference with Legal Counsel — Pursuant to California Government Code Section 


54965.9 (d)(1) and San Francisco Administrative Code Section 67.10 (d)(1) 
(discussion only) (Mueller) 


Existing Litigation 


City and County of San Francisco v. Pacific Gas & Electric Federal Energy Regulatory 
Commission Complaint under Sections 206 and 306 of the Federal Power Act. 
Case No. EL15-3-000/Date Filed: October 9, 2014 

Following Closed Session, the Commission will reconvene in Open Session 


20. Announcement following Closed Session 


21. Motion regarding whether to disclose the discussions during Closed Session 
pursuant to San Francisco Administrative Code Section 67.12 (a) 


22. Adjournment 
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. Call to Order 
President Caen called the meeting to order at 1:35 pm. 


. Roll Call 
Present: Caen, Moran, Maxwell and Paulson 
Vice President (VP) Vietor arrived at 1:41 pm. 


. Approval of the Minutes of February 11, 2020 
On Motion to approve the minutes of February 11, 2020 


Aye: Caen, Moran, Maxwell and Paulson 


No public comment. 


. General Public Comment 


Bill Collins, Pacifica, thanked the Commission for their service. He stated water 
wasted via washing sidewalks, etc. should be banned. He discussed his 
conservation efforts and his water bill which is based on fixed rates. He stated the 
Commission needs to be skeptical of data. 

Francisco DaCosta discussed the investigation of city departments. He stated the 
Commission represents the people. He discussed the Community Benefits Program 
and the Grand Jury work. 


VP Vietor arrived at 1:41 pm. 





Ann Clark distributed a prepared letter regarding the environment and water 
problems. She stated that the Commonwealth Club will hold their Women’s Annual 
Luncheon where President Caen and VP Vietor will be honored for their work. 
Eileen Boken discussed the Capital Improvement Program two-year budget and is 
advocating for inclusion of the seismic upgrade of the Sunset Reservoir South Basin. 
She discussed the Irving Auxiliary Water Supply System and Taraval streetscape 
project. 

Dave Warner discussed design drought probability calculations and noted 
correspondence he sent to the Commission on the subject. He expressed the need 
for a SFPUC drought analysis. 

Peter Drekmeier, Tuolumne River Trust, discussed the Trump Administration work 
toward establishing new biological opinions and possible reputations, including 
potential delay of the Voluntary Agreement. 

Barry Nelson, Golden State Salmon Association, discussed the Trump 
Administration radical work on biological opinions and provided examples. 


Mr. Nelson responded to a question from Commissioner Maxwell regarding who 
might benefits from the new biological opinions. 


Noah Oppenheim, Pacific Coast Federation of Fisherman’s Association, discussed 
the Central Valley Project and the Commission’s opportunity to address the Trump 
Administration’s actions. 
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5. Communications 
a) Advance Calendar 


b) Correspondence Log 

) Contract Advertisement Report 
) 

) 


Water Supply Conditions Update 
C5 Children’s School Tuition Rates Memo 


f) Potential Release of Instream Flows on the Tuolumne River 
President Caen stated that due to the large number of speaker cards, the heavy 
agenda, and the potential loss of quorum at 5:00 pm, she limited public comment 
on item five (5) to two minutes per speaker. 
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Public Comment — 5f 

e Zach Stewart, Canessa, discussed the need to do a better job with the Central 
Valley and the need to re-water the Central Valley. 

e Tom Schwertscharf, discussed an article regarding contaminants and the effects 
on biological populations in the San Francisco Bay Delta. He stated the SFPUC 
needs to hire a microbiologist. He discussed the need to increased flows. 

e Mary Butterwick noted the need to increase flows on the Tuolumne for at least 
two years and the need to negotiate with the Irrigation Districts. 

e Dick Allen discussed his 33-year involvement in water issues. He posed several 
questions to the Commission and asked that they consider response. He 
distributed a letter that was sent to Mr. Crowfoot, California Natural Resources 
Agency. 

e Eileen Boken expressed support for the Tuolumne River Trust’s proposal for 
instream flows. 

e Kristina Papas, San Francisco League of Conservation Voters, indicated they do 
not support the SFPUC’s position. She presented results from a Tuolumne River 
Trust survey regarding San Francisco Voters opinions on water conservation. 

e Francisco DaCosta wanted to “give voice” to the salmon. He indicated there is no 
need for a lawsuit and that the Tuolumne River needs to be favored. 

e Shannon McEntee, Palo Alto, thanked the Commission for their service. She 
stated the ecosystem needs to be in balance. She indicated the Palo Alto City 
Council supported the Bay Delta Plan. She asked the Commission to release 
more water. 

e Bill Martin, Sierra Club Bay Chapter Water Committee, stated the SFPUC needs 
to update its design drought. He provided a handout in support of his request. 

e Dave Warner, Palo Alto, asked the Commission to consider the Tuolumne River 
Trust’s interim flow proposal. He discussed the General Manager’s response. 

e Martin Gothberg, Santa Clara, discussed the need for additional flow on 
Tuolumne River in support of the Bay Delta Plan. 

e Norma Wallace indicated she was speaking for the fish. She discussed the Board 
of Supervisor’s July 22, 2014 Resolution Number 288-14. 

e Mark Moulton, San Mateo County, advocated for immediate release of instream 
inflows into the Tuolumne. 

e Noah Oppenheim, Pacific Coast Federation of Fisherman’s Association, spoke in 


opposition to the Sele SD EEinialet tole and TENN OF its INES major (ROH 
rl coe ce Le 






rye 


6. 


e Peter Drekmeier, Tuolumne River Trust, expressed disappointed with staff report 
and stated it did not address water balance. 

e Arnold Thompson discussed his background and the need for adequate flows. 
He asked the Commission to support the Bay Delta Plan. 

e Gail Sredanovic, Menlo Park, expressed support for the Tuolumne River Trust’s 
position. 

e Denise Louie, Center for Biological Diversity, discussed “biodiversity hot spot”. 

e Cindy Charles, Conservation Chair for Golden West Women Fly Fishers, 
discussed the staff memo and Commissioner Vietor’s request. 

e Tim Eichenberg expressed support for the Tuolumne River Trust proposal and 
the need for good-faith negotiations. 

e Karen Harwell, Palo Alto, discussed a publication titled “Exploring a Sense of 
Place”. She discussed the SFPUC Mission Statement. 

e Mark Gonzalles discussed his family background. He discussed the State Board 
proposal and action needed by the SFPUC. 

e Barry Nelson, Golden State Salmon Association, discussed four points of the 
Voluntary Agreement. 

e Michael Warburton, Executive Director, Public Trust Alliance, thanked the 
Commission for their service. He discussed their mission and the SFPUC’s role 
to protect the public trust. 


The Commission recessed at 2:51 pm and reconvened at 3:00 pm. 


VP Vietor thanked those who spoke. She expressed a desire to elevate the 
conversation. She indicated the instruction and directives from the Commission- 
approved Resolution have not been met. She asked that the Resolution be revisited, or 
that a new resolution be prepared that considers additional comments that have been 
made. She discussed the current design drought scenario and what it would take to 
meet the demand. She asked that the item be placed on a future agenda. 


Commissioner Maxwell concurred with VP Vietor’s request. Commissioner Paulson 
thanked those who spoke. He indicated he was impressed with the work of staff and 
understands the complexity of the issue and respects all sides presented. 


Report of the General Manager 
a) Annual Financial Statements 
i. Water Enterprise, issued December 9, 2019 

ii. Wastewater Enterprise, issued December 23, 2019 

ili. Hetch Hetchy Water and Power & CleanPowerSF, issued December 23, 2019 
Nancy Hom, Deputy Chief Financial Officer (CFO), provided a summary of audit 
objectives and highlights. She indicated there were no material misstatements, 
no internal control deficiencies for Water, Hetch Hetchy Water and Power and 
CleanPowerSF (CPSF), and that an internal control deficiency related to 
accounting recognition of construction progress, for a complex transaction 
involving another city department was resolved. 





Deputy CFO Hom turned the presentation over to Lisa Avis, KPMG Managing 
Director. 


Ms. Avis highlighted financial statement audit results for Water, Wastewater, 
Hetch Hetchy Water and Power, and CleanPower. She indicated the audit was 
performed in accordance with auditing standards and regulations. She stated 
the financial statements presented by the SFPUC received a clean or 
unmodified opinion. 


She discussed adjustments found by SFPUC management for pension and 
Other Post Employment Benefit balances. Ms. Avis continued with a discussion 
of uncorrected audit misstatements for the Wastewater Enterprise, and noted 
corrective action is being taken by the SFPUC. Ms. Avis touched on overall 
audit responsibilities. 


Ms. Avis responded to a question from President Caen regarding uncorrected 
misstatements for each enterprise. 


No public comment. 


b) Quarterly Audit and Performance Review Report 
i. Crystal Springs Construction Close-Out Audit, Issued October 24, 2019 

Charles Perl, Deputy CFO, summarized year-to-date audits and assessments, 
stating eight (33%) have been completed, eight are in progress (33%), and eight 
are upcoming (34%). He briefly reviewed audits completed and reports issued. 
He presented the FY 2019-20 third quarter outlook for completed Performance 
and Financial Audits and noted those that are upcoming. He concluded with 
open City Services Audits and recommendations. 


Mr. Perl responded to a question from Commissioner Maxwell regarding who 
performs the audits. 


No public comment. 


c) Quarterly Budget Status Report 
Deputy CFO Perl noted positive net results are projected for Water, Wastewater 
and CPSF. Lower revenues projected for Power. Water and CPSF revenues are 
projected higher than budget. Wastewater revenues are projected at budget. 
Financial results are projected to exceed or meet policy targets for coverage and 
reserves by year-end. 


He reviewed FY 2020 Budgetary Variances: (1) Water: sales revenues slightly 
above budget and uses cost savings from debt refunding, (2) Wastewater: sales 
revenues at budget and offset by cost savings, (3) Power: sales revenue partially 
offset by cost savings, and (4) CleanPowerSF: sales revenue greater than budget 
and cost savings. Mr. Perl concluded with a review of key financial ratios. 
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No public comment. 


d) Water Enterprise Capital Improvement Program Quarterly Report 


Susan Hou, Project Manager, reviewed highlights of the reporting period: Alameda 
Creek Watershed, Sunol Valley Water Treatment Plant Ozone Project, Pilarcitos 
Dam and Reservoir improvements, (4) San Andreas Dam facility improvements, 
San Francisco Westside Recycled Water Project (three contracts), San Francisco 
Groundwater Supply (two phases), and (5) 22 Street Water Main Replacement 
Project. 


e) Hetch Hetchy Capital Improvement Program Quarterly Report 


f) 





Ms. Hou reviewed highlights of the reporting period for: Mountain Tunnel 
Improvements Project, 2018 March Storm Event emergency repairs and interim 
improvements, and Lower Cherry Aqueduct Rehabilitation. 


Public Comment. 

e Nicole Sandkulla, BAWSCA, spoke to items 6d and 6e. She indicated she was 
pleased to see changes based on the revised CIP. She stated BAWSCA is in the 
process of reviewing and will continue to work with SFPUC staff. 


Sewer System Improvement Program (SSIP) Major Projects Update 


Stephen Robinson, Wastewater Enterprise Capital Programs Director, introduced 
the presentation and Carolyn Chiu, Senior Project Manager, who provided an 
update regarding the Biosolids Digester Facilities Project: (1) Where we were: 
review of project objectives. As of July 2019, 65% design construction cost of 
$1,061M; (2) What we learned: 95% design construction cost $1,741M (estimators 
range $1,700M - $2,200M). Brief discussion ensued on the increase of the 
estimated design costs; (3) How we responded: review source of cost increase 
(11% site logistics, means and methods, 29% design progression, 54% market - 
conditions, and 6% soil conditions). Discussion ensued regarding cost increases, 
including factors contributing to the increased cost of labor. Ms. Chiu continued 
discussing cost reductions (key considerations — maintain objectives and leve!-of- 
service, allow project to proceed with construction, consider level of re-design 
needed, and impact to Wastewater Enterprise operations), scope changes/project 
improvements (improve contract terms and specifications, maximize productivity, 
improve odor control strategy, re-think the maintenance buildings, and consider an 
alternate biogas end-use). Brief discussion ensued on potential costs savings and 
environmental benefits; (4) Where we are now: reduced 95% design construction 
cost $1,191M. Review of estimated total project cost (March 2018: SSIP Baseline: 
total project cost $1,277M and six year duration; February 2018: 65% cost estimate 
total project cost $1,413M and six year duration; October 2019: 95% cost estimate 
total project cost $2,278M and nine year duration; and January 2020: reduced 95% 
cost estimate total project cost $1,680M and 7.8 year duration; and (5) How we are 
moving forward: moving forward with CM/CG approach. 
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Mr. Robinson responded to a question from President Caen regarding timing for the 
Headworks Project. 


No public comment. 

g) Update on PG&E’s Bankruptcy and City’s Acquisition Offer 
Barbara Hale, AGM Power, began by thanking Meg Meal, SFPUC Power 
Enterprise, who is serving as a City witness before the California Public Utilities 
Commission (CPUC) and is providing testimony regarding PG&E’s reorganization 
plan and offering recommendations. 


AGM Hale mentioned a new website https:/vwww.publicpowerst.org/ which provides 
information about the City’s power and acquisition efforts. AGM Hale responded to 
a question from Commissioner Maxwell regarding additional publication efforts, 
such as print media. 


No public comment. 


h) Water Supply Planning Projects Update 
Paula Kehoe, Water Resources Manager, provided the update, highlighting the Los 


Vaqueros Reservoir expansion, Purified Water Program, and Desalination. She 
discussed the creation of a new Alternative Water Supply Planning group within the 
Water Resources Division. 


Ms. Kehoe responded to a question from VP Vietor regarding responsibilities of the 
new group. 


No public comment. 


i) Report on Recent San Francisco Public Utilities Commission Activities, Events and 
Announcements 


None. 


7. Bay Area Water Supply and Conservation Agency (BAWSCA) Update 


Nicole Sandkulla distributed a copy of the comments she read urging the San Francisco 
Public Utilities Commission to build on organizational progress for its new program to 
secure more water for future droughts to protect the water users BAWSCA represents in 
Alameda, San Mateo and Santa Clara Counties. 


No public comment 


8. New Commission Business 
None 


9. Consent Calendar: 


a) Accept work performed by Sierra Mountain Construction, Inc. for Contract No. HH- 
997E, Emergency Repairs to Hetch Hetchy Water and Power Facilities Following 
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the March 2018 Storm Event — Phase 1; for a total contract amount of $2,863,870 


and a total contract duration of 495 calendar days; and authorize final payment to 
the contractor. (Resolution 20-0037) 


b) Approve Amendment No. 3 to Agreement No. PRO.0029, Project Pull Internship 
Program, with the Japanese Community Youth Council, to continue providing 
administrative services and technical assistance for the Project Pull Internship 
Program; and authorize the General Manager to execute this amendment, 
increasing the agreement by $1,000,000 for a total contract amount not-to-exceed 


$4,300,000, with no change to the contract duration. (Resolution 20-0038) 


c) Approve the selection of MCK Americas, Inc. (MCK), CPM Associates, Inc. and 
Carlson Management, Inc. Joint Venture (CPM-CMI JV), Environmental & 
Construction Solutions, Inc. and Design & Construction Management Services, Inc. 
Joint Venture (ECS-DCMS JV), and Mott MacDonald Group, Inc. and Dabri, Inc. 
Joint Venture (MM-Dabri JV); award Agreement Nos. PRO.0160.A-D, As-Needed 
Construction Management Services, to MCK (PRO.0160.A), CPM-CMI JV 
(PRO.0160.B), ECS-DCMS JV (PRO.0160.C), and MM-Dabri JV (PRO.0160.D), to 
provide construction management services for San Francisco Public Utilities 
Commission construction projects on an as-needed basis; and authorize the 
General Manager to negotiate and execute four professional services agreements, 


each with a not-to-exceed amount of $4,000,000 and each with a duration of five 
years. (Resolution 20-0039) 


d) Approve an increase of $2,000,000 to the existing contract cost contingency, and 
an increase of 365 consecutive calendar days to the existing contract duration 
contingency, for Contract No. WD-2668, Regional Groundwater Storage and 
Recovery; and authorize the General Manager to approve future contract 
modifications for a total contract amount of up to $64,578,678 and a total contract 
duration of up to 2,162 consecutive calendar days. (Resolution 20-0040) 


e) Approve an increase of $118,518 to the contract cost contingency, and an increase 


of 151 consecutive calendar days to the contract duration contingency, for Contract 
No. WW-634, Various Locations Sewer Replacement and Pavement Renovation 
No. 3; and authorize the General Manager to approve future modifications to the 
contract for a total contract amount of up to $7,614,819 and a total contract duration 
of up to 690 consecutive calendar days. (Resolution 20-0041) 


f) Approve the plans and specifications, and award Contract No. WW-678, Various 
Locations Sewer Replacement No. 7, in the amount of $2,408,049, and with a 
duration of 365 consecutive calendar days (one year), to the responsible bidder 
submitting the lowest responsive bid, Michael O'Shaughnessy Construction, Inc., to 
replace existing sewers in the City of San Francisco. This action constitutes the 
Approval Action for the project for the purposes of CEQA, pursuant to Section 
31.04(h) of the San Francisco Administrative Code. (Resolution 20-0042) 





LE 






g) Approve the plans and specifications, and award Contract No. WW-696, Cargo 
Way Flush Line, in the amount of $4,486,280, and with a duration of 400 
consecutive calendar days to the responsible bidder submitting the lowest, 
responsive bid, JMB Construction, Inc. to construct a new force main (or flush line) 
that conveys effluent water from the existing Islais Creek Booster Pump Station into 
an existing sewer located in Cargo Way, near Mendell Street. This action 
constitutes the Approval Action for the project for the purposes of CEQA, pursuant 
to Section 31.04(h) of the San Francisco Administrative Code. (Resolution 20-0043) 


On Motion to approve Consent Calendar items 9a through 9g: 
Aye: Caen, Vietor, Moran, Maxwell and Paulson 


No public comment. 


10. Authorize the General Manager to execute two Memoranda of Understanding with the 
Port of San Francisco for the temporary use of approximately 87,363 square feet of 
shed and warehouse space at Pier 23 and approximately 7,350 square feet of office 
space at the Roundhouse 2 (Port Seawall Lot 318) by the Power Enterprise’s Utility 
Field Services Division for an initial total combined annual rent of $2,104,637.40, with 
3% annual increases thereafter. This action constitutes the Approval Action for the 


project for the purposes of CEQA, pursuant to Section 31.04(h) of the San Francisco 
Administrative Code. (Resolution 20-0044) 


Rosanna Russell, Real Estate Director, introduced the item and requested approval. 


On Motion to approve Consent Calendar item 10: 
Aye: Caen, Vietor, Moran, Maxwell and Paulson 


No public comment. 


11. Approve modification of the San Francisco Public Utilities Commission’s Green 
Infrastructure Grant Program Guidelines to revise the timing and documentation 


requirements for disbursement of grant funds to grantees in four phases as follows: 
1) up to 20% of total grant amount for planning and design, (2) 50% of the approved 


construction bid, (3) 40% of the approved construction bid, and (4) final payment of 
10% of the approved construction bid. (Resolution 20-0045) 


On Motion to approve Consent Calendar item 11: 
Aye: Caen, Vietor, Moran, Maxwell and Paulson 


No public comment. 


12. Approve the selection of Woodard & Curran/SRT Consultants Joint Venture 
(W&C/SRT JV); award Agreement No. PRO.0166, Water Resources Professional 
Services, to provide specialized and technical services for water resources 
management, conservation planning, and program support for the Water Resources 
Division of the Water Enterprise; and authorize the General Manager to negotiate and 
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execute a professional services agreement with W&C/SRT JV for an amount not-to- 
exceed $4,000,000, and with a duration of five years. (Resolution 20-0046) 


On Motion to approve Consent Calendar item 12: 
Aye: Caen, Vietor, Moran, Maxwell and Paulson 


No public comment. 


Approve the selection of Beta Engineering California, LP, a responsible bidder that 
submitted the lowest responsive bid; award Contract No. DB-130, Bay Corridor 
Transmission & Distribution - Phase 3 (2019), for an amount not to exceed $3,271,051 
for pre-construction services, and with a duration of 153 consecutive calendar days for 
soil investigations and design of an electrical substation and distribution system; and if 
the Commission approves the Project, increase the contract amount by not-to-exceed 
56,668,949, with a total project duration of 396 consecutive calendar days, for a total 
contract amount not to exceed $59,940,000, for construction of the electrical 
substation, installation of electrical cables and equipment, and_installation of potable 
water supply pipelines. This action authorizes the General Manager to issue a Notice- 
to-Proceed for pre-construction services, but construction services will not be 
authorized under this agreement unless and until the required review under the 
California Environmental Quality Act (CEQA) is complete, and this Commission 


reviews and considers the CEQA determination and approves the proposed project. 
(Resolution 20-0047) 


Ivy Fine, Program Administration Bureau, introduced the item. She responded to a 
question from Commissioner Moran regarding the contract awards for design and 
construction. 


On Motion to approve Consent Calendar item 13: 
Aye: Caen, Vietor, Moran, Maxwell and Paulson 


Public Comment 
e Dennis Callahan, Rogers, Joseph, O’Donnell, stated he was in attendance in the 
event the protestor attended the meeting to contest the award. 


Mr. Callahan responded to a question from Commissioner Paulson regarding the 
nature of the protest. 


Public Hearing: Discussion and possible action to approve CleanPowerSF (CPSF) 
rate adjustment formula for the San Francisco Public Utilities Commission Power 
Enterprise CleanPowerSF Program. The proposal authorizes the formulaic adjustment 
of current CleanPowerSF rates based on three criteria: (1) CleanPowerSF rates shall 
be within +/- 1% of comparable PG&E generation rates, (2) CleanPowerSF rates shall 
recover program costs, and (3) the rate adjustment does not increase a customer's 
generation component of their bill more than 10% from the rates adopted per 
Commission Resolution 18-0209. These formulaic adjustments would be triggered 
only by PG&E rate changes which result in existing CleanPowerSF rates being either 
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(1) higher than or (2) more than 2% discounted from the equivalent PG&E rates. This 
action constitutes the Approved Action for the project for the purposes of CEQA, 
pursuant to Section 31.04(h) of the San Francisco Administrative Code. (Resolution 
20-0048) 

Kristina Cordero reviewed the current rate setting formula and the requested action. 
She discussed CPSF customer account numbers (PCIA Vintage). She indicated the 
proposed rate action will allow formulaic adjustment of CPSF rates within specific 
limitations, otherwise Commission action is required. Formulaic adjustments initiated 
only when PG&E rate action results in CPSF rates greater than new PG&E rates or 
new PG&E rates are 2% greater than CPSF rates. She stated adjustments made 
under this framework will be reported through quarterly Commission updates. She 
presented limitations of formulaic rate adjustment, and noted steps after formulaic 
adjustments are initiated. She concluded with benefits of the proposed rate action. 


Ms. Cordero responded to a question from Commissioner Paulson as to if CPSF rates 
are tied to PG&E rates. Brief discussion ensued. 


On Motion to approve Consent Calendar item 14: 
Aye: Caen, Vietor, Moran, Maxwell and Paulson 


No public comment. 


Public Comment on matters to be addressed during Closed Session 
None. 


Motion on whether to assert the attorney-client privilege regarding the matters listed 


below as Conference with Legal Counsel 
On Motion to assert the attorney-client privilege: 
Aye: Caen, Vietor, Moran, Maxwell and Paulson 


No public comment. 


' The Commission entered Closed Session at 4:54 pm. 


Conference with Legal Counsel — Pursuant to California Government Code Section 
54965.9 (d)(1) and San Francisco Administrative Code Section 67.10 (d)(1) 
Existing Litigation 

Pacific Gas & Electric Corporation 

Case No. 19-30088/Date Filed: January 29, 2019 

Case No. 19-30089/Date Filed: January 29, 2019 

United States Bankruptcy Court, Northern District of California 


Conference with Legal Counsel — Pursuant to California Government Code Section 
54965.9 (d)(1) and San Francisco Administrative Code Section 67.10 (d)(1) 
Existing Litigation 

City and County of San Francisco v. Pacific Gas & Electric Company 


rsd 





Docket No. EL19-38-000/Date Filed: January 28, 2019 Federal Energy Regulatory 
Commission 


19. Conference with Legal Counsel — Pursuant to California Government Code Section 
54965.9 (d)(1) and San Francisco Administrative Code Section 67.10 (d)(1) 
Existing Litigation 
City and County of San Francisco v. Pacific Gas & Electric Federal Energy Regulatory 


Commission Complaint under Sections 206 and 306 of the Federal Power Act. 
Case No. EL15-3-000/Date Filed: October 9, 2014 





VP Vietor was excused from the meeting at 5:07 pm. 


The Commission exited Closed Session at 5:13 pm. 


20. Announcement following Closed Session 
President Caen announced no action was taken. 


21. Motion regarding whether to disclose the discussions during Closed Session pursuant 
to San Francisco Administrative Code Section 67.12 (a) 


On Motion not to disclose discussions: 
Aye: Caen, Moran, Maxwell and Paulson 


No public comment. 


22. Adjournment 
President Caen adjourned the meeting at 5:14 pm. 





PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0037 


WHEREAS, Construction has been completed for Water Enterprise Hetchy Capital 
Improvement Projects-funded Contract No. HH-997E Emergency Repairs to Hetch Hetchy 
Water and Power Facilities Following the March 2018 Storm Event — Phase 1, by the contractor, 
Sierra Mountain Construction, Inc.; and 


WHEREAS, On March 23, 2018, the San Francisco Public Utilities Commission 
(SFPUC) General Manager declared an emergency under Section 6.60 of the Administrative 
Code resulting from a March 22, 2018 storm event at the Moccasin Dam and surrounding 
facilities; and 


WHEREAS, On March 29, 2018, the Mayor issued a Declaration of Emergency in 
connection with the flooding from the March 22, 2018 storm at Moccasin; and 


WHEREAS, On April 3, 2018, the San Francisco Board of Supervisors, by Motion No. 
M 18-041, concurred with the Mayor’s Declaration of Emergency issued on March 29, 2018; and 


WHEREAS, The Board of Supervisors further concurred with the Mayor’s Declaration of 
Local Emergency through August 16, 2018, by approving Motion Nos. M18-063, M18-077, 
M18-092, and M18-097; and 


WHEREAS, On August 16, 2018, the Mayor issued a Second Declaration of Local 
Emergency; and 


WHEREAS, On September 4, 2018, the Board of Supervisors approved Motion No. 
M18-0116 to concur with the Mayor’s Second Declaration of Local Emergency, and concurred 
with SFPUC’s actions to address the emergency, including the execution of contracts 
cumulatively totaling not-to-exceed $25,000,000; and 


WHEREAS, The construction contract work authorization date for Contract No. HH- 
997E was established for July 5, 2018, with an original contract duration of 300 consecutive 
calendar days and an original contract amount of $2,097,500; and 


WHEREAS, Modification Nos. | - 6 were issued for water line, dam, and Gate Tower 3 
work, increasing the contract duration by 195 consecutive calendar days and increasing the 
contract amount by $766,370; and 


WHEREAS, The Contract Monitoring Division granted a waiver to the 14B Local 
Business Enterprise subcontracting requirements due to the emergency and the anticipation of 
receiving State grant funds on the contract work; and 


WHEREAS, Funds are available for this contract from Project No. 10033233, Moccasin 
Storm Event Water Project, Emergency Repairs to Hetch Hetchy Water and Power Facilities 
Following the March 2018 Storm Event — Phase 1; now, therefore, be it 


RESOLVED, That this Commission hereby accepts work performed by Sierra Mountain 
Construction, Inc. for Water Enterprise Hetch Hetchy Capital Improvement Projects-funded 
Contract No. HH-997E Emergency Repairs to Hetch Hetchy Water and Power Facilities 
Following the March 2018 Storm Event — Phase 1, for a total contract amount of $2,863,870 and 
with a total contract duration of 495 consecutive calendar days, and authorizes final payment to 
the contractor. 


I hereby certify that the foregoing resolution was adopted by the Public 
Utilities Commission at its meeting of February 25, 2020. 


pllorna Mood 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0038 


WHEREAS, On May 1, 2016, pursuant to the General Manager’s delegated authority 
under Resolution No. 09-0017, the San Francisco Public Utilities Commission (SFPUC) entered 
into a professional services’ agréement with'the Japanese Community Youth Council, in the 
amount of $1,000,000,with a term of two years, to provide administrative services and technical 
assistance for the Project Pull Internship Program; and 


WHEREAS, Amendment No. | was approved by this Commission on December 13, 
2016, by Resolution No. 16-0244, increasing the contract amount by $1,500,000 and with a time 
extension of three years, for a total not-to-exceed agreement amount of $2,500,000 and total 
agreement duration of five years, to continue providing administrative services and technical 
assistance for the Project Pull Internship Program; and 


WHEREAS, Amendment No. 2 was approved by this Commission on August 13, 2019, 
by Resolution No. 19-0151, increasing the contract amount by $800,000 with no change to the 
agreement duration, for a total not-to-exceed agreement amount of $3,300,000 and total 
agreement duration of five years, to continue providing administrative services and technical 
assistance for the Project Pull Internship Program; and 


WHEREAS, Amendment No. 3 is being requested to increase the not-to-exceed amount 
by $1,000,000, increasing the total not-to-exceed agreement amount to $4,300,000, with no 
change in contract duration, in order to continue providing administrative services and technical 
assistance for the Project Pull Internship Program for summer 2020; and 


WHEREAS, Pursuant to Chapter 14B of the San Francisco Administrative Code, the 
Local Business Enterprise (LBE) sub-consulting requirement has been waived for this 
agreement; and 


WHEREAS, Funds for this agreement are available from the SFPUC’s Infrastructure 
Division’s annual operating budget and from work orders from various City Departments; now, 
therefore, be it 


RESOLVED, That this Commission hereby approves Amendment No. 3 to Agreement 
No. PRO.0029, Project Pull Internship Program, with the Japanese Community Youth Council, 
to continue providing administrative services and technical assistance for the Project Pull 
Internship Program for summer 2020; and be it 


FURTHER RESOLVED, That this Commission authorizes the General Manager to 
execute Amendment No. 3, increasing the not-to-exceed agreement amount by $1,000,000, for a 
total not-to-exceed agreement amount of $4,300,000, with no change to the agreement duration. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of February 25, 2020. 


Allornr Mbood 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0039 


WHEREAS, The San Francisco Public Utilities Commission (SFPUC) requires as- 
needed construction management (CM) expertise to assist in the management of current and 
upcoming SFPUC construction projects; and 


WHEREAS, It is necessary to procure the services of qualified consulting firms to 
provide as-needed CMiservices to supplement and augment SFPUC CM staff; and 


WHEREAS, The estimated cost of services is for an amount not to exceed $4,000,000 
per agreement, with a cumulative total of $16,000,000 for the four (4) agreements; and 


WHEREAS, The SFPUC advertised a Request for Proposals for as-needed CM services 
on October 3, 2019; and 


WHEREAS, Services are anticipated to begin in April 2020 and end in April 2025, with a 
duration of five (5) years per agreement; and 


WHEREAS, The SFPUC and Contract Monitoring Division (CMD) review of the 
proposals resulted in the establishment of MCK Americas, Inc. (MCK), CPM Associates, Inc. 
and Carlson Management, Inc. Joint Venture (CPM-CMI JV), Environmental & Construction 
Solutions, Inc. and Design & Construction Management Services, Inc. Joint Venture (ECS- 
DCMS JV), and Mott MacDonald Group, Inc. and Dabri, Inc. Joint Venture (MM-Dabri JV) as 
the four highest-ranked consulting firms; and 


WHEREAS, The CMD established a Local Business Enterprise (LBE) subconsulting 
participation requirement of 20% (of the total value of services to be provided) for these 
agreements, and MCK, CPM-CMI JV, ECS-DCMS JV, and MM-Dabri JV have committed to an 
LBE subconsulting participation of 25%, 20%, 20%, and 23%, respectively; and 


WHEREAS, Failure to reach successful agreement on contract terms and conditions 
within 30 days of the date of the Commission award may result in award of the contract to the 
next highest-ranked proposer, or re-advertising and re-selecting consultants at the discretion of 
the City; and 


WHEREAS, The consulting firms being awarded a contract by the SFPUC must be in 
compliance with the Equal Benefits Provisions of Chapter 12B of the City’s Administrative 
Code either at the time of the award, or within two (2) weeks of the date of the Commission 
award; failure of the proposer to obtain compliance certification from CMD may, in the General 
Manager’s sole discretion, result in award of the agreement to the next highest-ranked proposer, 
or re-advertising and re-selecting consultants at the discretion of the City; and 


WHEREAS, Funds for these four (4) agreements will be available at the time of award of 
the agreements from individual construction projects; now, therefore, be it 


RESOLVED, That this Commission hereby approves the selection of MCK, CPM-CMI 
JV, ECS-DCMS JV, and MM-Dabri JV, awards project-funded Agreement Nos. PRO.0160.A-D, 
As-Needed Construction Management Services, to MCK (PRO.0160.A), CPM-CMI JV 
(PRO.0160.B), ECS-DCMS JV (PRO.0160.C), and MM-Dabri JV (PRO.0160.D) to provide CM 
services for SFPUC construction projects on an as-needed basis, and authorizes the General 
Manager to negotiate and execute four professional services agreements (Agreement Nos. 


PRO.O160.A-D), each with a not-to-exceed amount of $4,000,000, and each with a duration of 
five (5) years, or, in the event negotiations are not successful or City requirements are not 


satisfied, to negotiate and execute a professional services agreement(s) with the next highest- 
ranked proposer(s). 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of February 25, 2020. 


Allenna Bbood 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0040 


WHEREAS, On January 13, 2015, per Resolution No. 15-0018, this Commission 
approved the award of Water System Improvement Program (WSIP)-funded Contract No. WD- 
2668, Regional Groundwater Storage and Recovery, to Ranger Pipelines, Inc.; and 


WHEREAS, The construction contract Notice-to-Proceed date was April 6, 2015; and 


WHEREAS, The original contract amount was for $42,980,047 and the original contract 
duration was 917 consecutive calendar days; and 


WHEREAS, On May 8, 2018, per Resolution No. 18-0077, this Commission ratified the 
correction of the award duration stated in Resolution No. 15-0018, adopted by this Commission 
on January 13, 2015, from 917 consecutive calendar days to 1,007 consecutive calendar days; and 


WHEREAS, Section 6.22(h) of the Administrative Code requires that any cumulative 
increase in contract amount or contract duration in excess of 10% of the original contract amount 
or duration be approved by the Commission; and 


WHEREAS, On July 25, 2017, per Resolution No. 17-0170, this Commission approved an 
increase of $4,070,150 to the cost contingency and an increase of 79 calendar days to the duration 
contingency, increasing the contract cost contingency to $8,368,154 and the contract duration 
contingency to 179 calendar days, for a total contract amount of up to $51,348,201, and a total 
contract duration of up to 1,186 consecutive calendar days; and 


WHEREAS, On May 8, 2018, per Resolution No. 18-0077, this Commission approved an 
increase of $8,230,477.to the cost contingency and an increase of 358 calendar days to the 
duration contingency, increasing the contract cost contingency to $16,598,631, and increasing the 
contract duration contingency to 537 consecutive calendar days, for a total contract amount of up 
to $59,578,678, and a total contract duration of up to 1,544 consecutive calendar days; and 


WHEREAS, On June 25, 2019, per Resolution 19-0124, this Commission approved an 
increase to the contract cost contingency in the amount of $3,000,000, and an increase to the 
contract duration contingency of 253 calendar days, increasing the contract cost contingency to 
$19,598,631, and increasing the contract duration contingency to 790 consecutive calendar days, 
for a total contract amount of up to $62,578,678, and a total contract duration of up to 1,797 
consecutive calendar days; and 


WHEREAS, An increase of $2,000,000 to the contract cost contingency and an increase of 
365 calendar days to the contract duration contingency are being requested to provide payment for 
contractor’s extended overhead costs; to provide for challenges in meeting water quality 
standards, regulatory and operational requirements, delays in finalizing permanent easement, 
turnover of key personnel, change of chemical use from aqueous ammonia to ammonium sulfate, 
and unexpected challenges during testing; to allow construction of power connections to remote 
sampling analyzers for Treasure Island Well Station; restore and/or replace existing well pump 
system due to decline in performance as a result of corrosion found in the pump column and 
presence of filter material and debris in the discharge line; to construct a partition wall for two 
incompatible chemical systems; flowmeter startup and verification; well pump maintenance; 
additional cost for startup testing; procurement of health, safety and water quality supplies and 
equipment; additional disinfection and support; and miscellaneous plumbing and chemical 
changes; and 


WHEREAS, The Contract Monitoring Division established a Local Business Enterprise 
(LBE) subcontracting goal of 14% for this construction contract, and the contractor committed to 
a LBE participation of 14.1% with its bid submittal, and this remains unchanged; and 


WHEREAS, Funds are available from Project No. CUW30103 - Regional Groundwater 
Storage and Recovery; and 


WHEREAS, On August 7, 2014, the Planning Commission certified the Final 
Environmental Impact Report (FEIR) for the Regional Groundwater Storage and Recovery 
Project. On August 7, 2014, this Commission approved the Project and adopted the CEQA 
findings and a Mitigation Monitoring and Reporting Program for the Project. On July 31, 2018, 
the Planning Department reviewed the work contemplated by this contingency increase and 
concluded that no impacts may result from this work that were not analyzed in the FEIR for the 
Project; therefore, be it RESOLVED, That this Commission hereby approves an increase of 
$2,000,000 to the existing contract cost contingency and an increase of 365 calendar days (one 
year) to the existing contract duration contingency, for WSIP-funded Contract No. WD-2668, 
Regional Groundwater Storage and Recovery, for a total cost contingency of $21,598,631 and a 
total duration contingency of 1,155 consecutive calendar days; and be it 


FURTHER RESOLVED, That this Commission hereby authorizes the General Manager, 
or his or her designee, to consider, and, if appropriate, to approve any future modifications to the 
contract for a total contract amount of up to $64,578,678, and a total contract duration of up to 
2,162 consecutive calendar days. 


I hereby certify that the foregoing resolution was adopted by the Public 
Utilities Commission at its meeting of February 25, 2020. 


flonan \bboed- 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0041 


WHEREAS, On September 12, 2017, per Resolution No. 17-0191, this Commission 
approved the award of Wastewater Enterprise, Renewal and Replacement Program and Public 
Works Street Resurfacing and Curb Ramp Programs funded Contract No. WW-634, Various 
Locations Sewer Replacement and Pavement Renovation No. 3 to Shaw Pipeline, Inc., and 


WHEREAS, The construction contract Notice-to-Proceed date was June 11, 2018; and 


WHEREAS, The original contract amount was for $6,814,819 and the original contract 
duration was 490 consecutive calendar days; and 


WHEREAS, Section 6.22(h) of the San Francisco Administrative Code require 
Commission approval for any cumulative increase in contract amount or duration in excess of 
10% of the original contract amount or duration; and 


WHEREAS, An increase of $118,518 to the contract cost contingency and an increase of 
151 calendar days to the contract duration contingency are being requested to complete 
additional pavement renovation work on Funston Avenue and Somerset Street; and 


WHEREAS, CMD established a Local Business Enterprise (LBE) subcontracting 
participation of 20% for this contract, and the contractor committed to a LBE participation of 
20.03% with its bid submittal; and 


WHEREAS, Funds are available from Project No. San Francisco Public Utilities 
Commission WWE R&R Project No. 10015675 and PW Project Nos. 10031852 and 10032062; 
now, therefore be it 


RESOLVED, That this Commission hereby approves an increase of $118,518 to the 
existing contract cost contingency and an increase of 151 calendar days to the existing contract 
duration contingency, for WWE, R&R Program and PW Street Resurfacing and Curb Ramp 
Programs-funded Contract No. WW-634, Various Locations Sewer Replacement and Pavement 
Renovation No. 3, for a total contract cost contingency amount of $800,000 and a total duration 
contingency of 200 consecutive calendar days; and be it 


FURTHER RESOLVED, That this Commission hereby authorizes the General Manager, 
or his or her designee, to consider, and, if appropriate, to approve any future modifications to the 
contract amount for a total contract amount up to $7,614,819, and a total contract duration up to 
690 consecutive calendar days. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of February 25, 2020. 


lloras \Moed 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0042 


WHEREAS, Wastewater Enterprise (WWE), Renewal and Replacement (R&R) Program 
and Public Works (PW) Street Resurfacing Program-funded, Contract No. WW-678, Various 
Locations Sewer Replacement No. 7, was advertised on November 19, 2019; and 


WHEREAS, The Engineer’s Estimate is $4,046,000 for this construction contract work to 
replace existing sewers in the City of San Francisco.; and 


WHEREAS, The contract duration is 365 consecutive calendar days (one year); and 
WHEREAS, Five (5) bids were received and opened publicly on December 12, 2019; and 


WHEREAS, San Francisco Public Utilities Commission (SFPUC) staff and Contract 
Monitoring Division (CMD) review of the bids for qualifications, responsibility, responsiveness 
and application of bid preferences resulted in the establishment of Michael O'Shaughnessy 
Construction, Inc. as the responsible bidder with the lowest responsive bid; and 


WHEREAS, CMD established a Local Business Enterprise (LBE) subcontracting 
participation of 15% for this contract, and the contractor committed to a LBE participation of 
15.10% with its bid submittal; and 


WHEREAS, The firm being awarded a contract by the SFPUC must be in compliance 
with the Equal Benefits Provisions of Chapter 12B of the City’s Administrative Code either at 
the time of the award, or within 2 weeks of the date of the Commission award; failure of the 
bidder to obtain compliance certification from CMD may result in award of the contract to the 
responsible bidder with the next lowest responsive bid, or in re-bidding of the contract at the 
discretion of the City; and 


WHEREAS, Funds are available from Project No. 10033121, Various Locations Sewer 
Replacement No. 7; and 


WHEREAS, On August 5, 2019, the Planning Department determined that this project is 
statutorily exempt from the California Environmental Quality Act (CEQA) Guidelines under 
Section 15282(k); therefore, be it 


RESOLVED, That this Commission hereby approves the plans and specifications and 
awards WWE, R&R Program and PW Street Resurfacing Program-funded Contract No. WW- 
678, Various Locations Sewer Replacement No. 7, in the amount of $2,408,049 and for a 
duration of 365 consecutive calendar days, to the responsible bidder with the lowest responsive 
bid, Michael O'Shaughnessy Construction, Inc. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities © 


Commission at its meeting of February 25, 2020. 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0043 


WHEREAS, The San Francisco Public Utilities Commission (SFPUC) advertised Sewer System 
Improvement Program (SSIP)-funded Contract No. WW-696, Cargo Way Flush Line, on November 18, 
2019; and 


WHEREAS, The Engineer’s Estimate is $3,300,000 for this construction contract work to 
construct a new force main that conveys effluent water from the existing Islais Creek Booster Pump 
Station back into an existing sewer located on Cargo Way, near Mendell Street; and 


WHEREAS, The contract duration is 400 consecutive calendar days (approximately one year 
and two months) to final completion; and 


WHEREAS, Three (3) bids were received and opened publicly on December 12, 2019; and 


WHEREAS, SFPUC staff and Contract Monitoring Division (CMD) review of the bids for 
qualifications, responsibility, responsiveness, and application of bid preferences resulted in the 
establishment of JMB Construction, Inc. as the responsible bidder submitting the lowest responsive bid; 
and 


WHEREAS, The CMD established a Local Business Enterprise (LBE) subcontracting 
requirement of 20% for this contract, and the contractor committed to an LBE subcontracting 
participation of 22.33% with its bid submittal; and 


WHEREAS, The firm being awarded a contract by the SFPUC must be in compliance with the 
Equal Benefits Provisions of Chapter 12B of the City’s Administrative Code either at the time of the 
award, or within 2 weeks of the date of the Commission award; failure of the bidder to obtain 
compliance certification from CMD may result in award of the contract to the to the responsible bidder 
submitting the next lowest responsive bid, or in re-bidding the contract at the discretion of the City; and 


WHEREAS, Funds are available from Project No. CWWIPSCSSR11, Cargo Way Box Sewer 
Odor Reduction; and 


WHEREAS, On May 30, 2019, the Planning Department determined that this project is 
categorically exempt from the California Environmental Quality Act (CEQA) Guidelines under Section 
15301, Class 1; now therefore, be it 


RESOLVED, That this Commission hereby approves the plans and specifications and awards 
SSIP funded Contract No. WW-696, Cargo Way Flush Line, in the amount of $4,486,280, and with a 
duration of 400 consecutive calendar days, to the responsible bidder submitting the lowest responsive 
bid, JMB Construction, Inc. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of February 25, 2020. 


pllonna Abed 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0044 


WHEREAS, On November 26, 2019, by Resolution No. 19-0227, this Commission 
approved a Restated and Amended Land Disposition and Acquisition Agreement (Amended 
Agreement) with 2000 Marin Property, L.P. and the City and County of San Francisco (City) 
acting by and through the San Francisco Public Utilities Commission (SFPUC) for the 
acquisition of 2000 Marin and the disposition of 639 Bryant Street; and 


WHEREAS, On February 11, 2020, the Board of Supervisors finally approved on second 
reading the ordinance in BOS File No. 191280 approving the Amended Agreement, and as of 
February 14, 2020, that ordinance is pending Mayoral signature; and 


WHEREAS, The Amended Agreement, if approved by the Mayor, requires the SFPUC’s 
Power Enterprise’s Utility Field Services division (UFS) to promptly vacate 639 Bryant Street 
and 651 Bryant Street; and 


WHEREAS, The Port and the SFPUC have identified approximately 87,363 square feet 
of shed space located at Pier 23 (Pier 23 Premises) in San Francisco and approximately 7,350 
square feet of office space located on the second floor in the Roundhouse Two Building on 
Seawall Lot 318 in San Francisco (Roundhouse Premises) (collectively, the “Collective 
Premises”) as suitable temporary interim sites for the UFS Division; and 


WHEREAS, The SFPUC and the Port have negotiated two MOUs that respectively 
provide for the UFS Division’s use of the Pier 23 Premises and the Roundhouse Premises, each 
with a term commencing May 1, 2020 and expiring November 30, 2023, at a combined fair 
market annual rent of $2,104,637.40, with 3% annual rent increases thereafter; and 


WHEREAS, The first MOU (Port MOU # M-16583, the “Pier 23 MOU”) provides for 
the UFS Division’s use of the Pier 23 Premises for a three-year, seven-month term at an initial 
annual rent of $1,729,787.40, with three percent annual rent increases; and 


WHEREAS: The second MOU (Port MOU # 16584, the “Roundhouse MOU”) provides 
for the UFS Division’s use of the Roundhouse Premises for a three-year, seven-month term at an 
initial annual rent of $374,850, with three percent annual rent increases; and 


WHEREAS, The terms and conditions for the Pier 23 MOU and for the Roundhouse 
MOU differ slightly because of location and use; and 


WHEREAS, The rental rates to be charged pursuant to the MOUs were determined 
pursuant to the Rental Rate Schedule adopted by the Port for the current fiscal year and are 
considered by SFPUC Real Estate Division staff to be at or below fair market rental for similar 
space; and 


WHEREAS, The Parties intend that the individual effectiveness of the Pier 23 MOU and 
the Roundhouse MOU (collectively, the “MOUs”) will be contingent upon Mayor approval of 
the Amended Agreement and the mutual execution of both MOUs and the concurrent delivery of 
both portions of the Collective Premises by the Port to the SFPUC as contemplated by each of 
the MOUs, which either the Port or the SEFPUC may terminate upon the failure to deliver the 
Collective Premises as required by the MOUs; and 


WHEREAS, Funding for the rent payments is available from the Power Enterprise 
Operating COA: 24970/298650/10000/10029985/0006/530000; and 


WHEREAS, On November 19, 2019, the Planning Department determined that this 
relocation is exempt from the California Environmental Quality Act (CEQA) Guidelines under 
Section 15301, Class 1; now, therefore, be it 


RESOLVED, Subject to the approval of Amended Agreement by the Mayor, this 
Commission hereby approves the terms and conditions of both MOUs with the Port of San 
Francisco for premises located at Pier 23 and Roundhouse 2; and be it 


FURTHER RESOLVED, That this Commission hereby authorizes the SFPUC General 
Manager to sign both MOUs after such approvals; and be it 


FURTHER RESOLVED, That this Commission hereby ratifies, approves, and authorizes 
all actions heretofore taken by any City official in connection with this Resolution or the MOUS; 
and be it 

FURTHER RESOLVED, That this Commission herby authorizes the SFPUC General 
Manager to enter into any amendments or modifications to the MOUs, including their respective 
exhibits, that the General Manager determines, in consultation with the City Attorney, are in the 
best interest of the City, do not materially increase the obligations or liabilities of the City, are 
necessary or advisable to effectuate the purposes and intent of the both MOUs or this resolution, 
and are in compliance with all applicable laws, including the City Charter. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities Commission at 


its meeting of February 25, 2020. 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0045 


WHEREAS, On November 13, 2018, by Resolution No. 18-0189, this Commission 
approved the establishment of a Green Infrastructure Grant Program to offer grants for owners of 
properties in San Francisco containing large impervious surfaces to deliver cost-effective 
stormwater management performance for SFPUC’s collection system; and 


WHEREAS, On February 5, 2019, the San Francisco Board of Supervisors adopted 
Ordinance No. 26-19 delegating authority under Charter Section 9.118 to the SFPUC General 
Manager to enter into grant agreements with terms of 20 years under the SFPUC’s Green 
Infrastructure Grant Program, provided that this Commission must approve the award of each 
grant at a public hearing; and 


WHEREAS, The SFPUC has determined that a Green Infrastructure Grant Program 
targeting properties in San Francisco containing large impervious surfaces will deliver cost- 
effective stormwater management performance for SFPUC’s collection system; and 


WHEREAS, The SFPUC has developed eligibility criteria for the Grant Program set 
forth in the Grant Program Guidelines, including a minimum project size of 0.5 acres of 
impervious surface in order to ensure that projects receiving grant funding will provide 
significant stormwater performance; and 


WHEREAS, The Grant Program Guidelines also require that grant-funded projects must 
manage the first 0.75 inches in rainfall depth over the drainage area, consistent with SFPUC 
capital projects; and 


WHEREAS, The SFPUC has allocated $3,000,000 in Sewer System Improvement 
Program (SSIP) funding for the Fiscal Year ending June 30, 2019, and $5,000,000 in SSIP 
funding for the Fiscal Year ending June 30, 2020 to launch the Green Infrastructure Grant 
Program; and 


WHEREAS, Under the Green Infrastructure Grant Program Guidelines, approval of grant 
applications for construction will be contingent on the proposed project’s compliance with all 
applicable local, State, and federal permit requirements. Funds for construction will not be issued 
until the project has undergone environmental review in compliance with the California 
Environmental Quality Act (CEQA) and San Francisco Administrative Code Chapter 31; and 


WHEREAS, The SFPUC now recommends modifying the Grant Program Guidelines to 
issue grant payments to grantees in four disbursements as follows: (1) for planning and design 
related costs (up to 20% of total grant amount), (2) 50% of the approved construction bid, (3) 
40% of the approved construction bid, and (4) 10% of the approved construction bid; and 


WHEREAS, Under the new procedures, the second payment of 50% of the construction 
bid will be approved only after SFPUC review of the California Environmental Quality Act 
(CEQA) document or determination of exemption for the project and SFPUC approval of the 
construction phase of the project; and 


WHEREAS, A copy of the proposed modifications to the Grant Program Guidelines is on 
file with the Commission Secretary and was presented to the Commission at its February 25, 
2020 meeting; now, therefore, be it 


RESOLVED, The Commission hereby approves the modifications to the Green 
Infrastructure Grant Program Guidelines to issue grant payments to grantees in four 
disbursements as follows: (1) Payment 1: up to 20% of total grant amount for planning and 
design related costs, (2) Payment 2: 50% of the approved construction bid, (3) Payment 3: 40% 
of the approved construction bid, and (4) Payment 4: 10% of the approved construction bid. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of February 25, 2020. 


pllorne Med 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0046 


WHEREAS, The San Francisco Public Utilities Commission (SFPUC) Water Enterprise 
requires the assistance of professional services firms to perform short-term, highly specialized 
work for the Water Resources Division, such as when the SFPUC requires specialized and 
technical expertise that staff members do not possess; and 


WHEREAS, It is necessary to procure the services of qualified professional services 
firms to provide specialized and technical services for water resources management, 
conservation planning and program support to supplement SFPUC Water Enterprise’s staff; and 


WHEREAS, The estimated cost of services is $4,000,000; and 


WHEREAS, SFPUC advertised a Request for Proposals for specialized and technical 
services for water resources management, conservation planning and program support on 
October 31, 2019; and 


WHEREAS, Services are anticipated to begin in April 2020 and end in April 2025 and 
the duration of this agreement is five years; and 


WHEREAS, SFPUC and Contract Monitoring Division (CMD) staff determined that 
Woodard & Curran/SRT Consultants Joint Venture (W&C/SRT JV) is the sole responsible and 
responsive respondent to the RFP and 


WHEREAS, CMD established a 16% Local Business Enterprise (LBE) subconsultant 
participation requirement for this agreement and W&C/SRT JV committed to a LBE 
subconsultant participation of 16%; and 


WHEREAS, Failure to reach successful agreement on contract terms and conditions 
within 30 days of the date of the Commission award may result in re-advertising and re-selecting 
consultants at the discretion of the City; and 


WHEREAS, The firm being awarded a contract by the SFPUC must be in compliance 
with the Equal Benefits Provisions of Chapter 12B of the City’s Administrative Code either at 
the time of the award, or within two (2) weeks of the date of the Commission award; failure of 
the bidder to obtain compliance certification from CMD may, in the General Manager’s sole 
discretion, result in award of the agreement to the next highest ranked proposer, or re-advertising 
and re-selecting consultants at the discretion of the City; and 


WHEREAS, Funds for Agreement No. PRO.0166, Water Resources Professional 
Services, will be available at the time of individual task order awards from Water Enterprise 
operating and capital budgets; now, therefore, be it 


RESOLVED, That this Commission hereby approves the selection of W&C/SRT JV; 
awards Water Enterprise operating and/or capital budget-funded Agreement No. PRO.O166, 
Water Resources Professional Services, to provide specialized and technical services for water 
resources management, conservation planning and program support, and authorizes the General 
Manager to negotiate and execute a professional services agreement with Woodard & 
Curran/SRT Consultants Joint Venture for an amount not-to-exceed $4,000,000, and with a 
duration of five years. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of February 25, 2020. 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0047 


WHEREAS, Hetchy Power Capital Fund and Earthquake Safety & Emergency Response 
Bond funded Contract No. DB-130, Bay Corridor Transmission & Distribution - Phase 3 (2019), 
which the SFPUC advertised on November 20, 2019; and 


WHEREAS, The Engineer’s Estimate is $55,000,000 for this design-build contract work 
to design and build an electrical substation, the installation of electrical cables and equipment, 
and the installation of potable water supply pipelines; and 


WHEREAS, The total contract duration is 396 consecutive calendar days including 153 
consecutive calendar days for pre-construction, and the SFPUC may only proceed with 
construction services if the Commission grants approval to proceed with construction services 
following completion of an environmental review under the California Environmental Quality 
Act (CEQA); and 


WHEREAS, the SFPUC received and publicly opened two (2) bids on January 23, 2020; 
and 


WHEREAS, San Francisco Public Utilities Commission (SFPUC) staff and Contract 
Monitoring Division (CMD) review of the bids for qualifications, responsibility, responsiveness 
and application of bid preferences resulted in a determination that Beta Engineering California, 
LP was a responsible bidder that submitted the lowest responsive bid; and 


WHEREAS, CMD established a Local Business Enterprise (LBE) subcontracting 
participation of 15% design and 10% construction for this contract, and the contractor committed 
to a LBE participation of 33.51% design and 23.99% construction with its bid submittal; and 


WHEREAS, The firm being awarded a contract by the SFPUC must be in compliance 
with the Equal Benefits Provisions of Chapter 12B of the City’s Administrative Code either at 
the time of the award, or within 2 weeks of the date of the Commission award; failure of the 
bidder to obtain compliance certification from CMD may result in award of the contract to the 
next lowest, responsible and responsive bidder, or re-bidding of the contract at the discretion of 
the City; and 


WHEREAS, SFPUC staff recommends awarding Contract No. DB-130, Bay Corridor 
Project to Beta Engineering California, LP., and authorizing the General Manager to negotiate 
and execute the agreement, and upon certification of the agreement, to issue a Notice-to-Proceed 
(NTP) for pre-construction services; and 


WHEREAS, Contract No. DB-130 is for an amount not to exceed $3,271,049 for pre- 
construction services, and if the Commission later approves the Project for construction services, 
SFPUC staff will request the Commission to increase the Contract amount by not to exceed 
$56,668,701, for a total contract amount of not to exceed $59,939,750; and 


WHEREAS, Upon completion of environmental review under the California 
Environmental Quality Act (CEQA), if this Commission determines to approve the Project, then 
SFPUC staff will submit a request to the Commission to authorize the remaining funding from 
Project No. 10014227, Bay Corridor Project in the amount up to $56,668,701 and to authorize 
the SFPUC to proceed with the construction phase. The action authorized by this Resolution 
shall not be considered approval of the proposed Project; and 


WHEREAS, Funds are available from Project No. 10014227, Bay Corridor Project; now, 
therefore, be it 


RESOLVED, That this Commission hereby approves the selection of Beta Engineering 
California, LP., as a responsible bidder that submitted the lowest responsive bid, awards Hetchy 
Power Capital Fund funded Contract No. DB-130, Bay Corridor Transmission & Distribution - 
Phase 3 (2019), in the amount of $3,271,051 for pre-construction services, and with a duration of 
153 consecutive calendar days; and be it 


FURTHER RESOLVED, That this Commission directs SFPUC staff to return to the 
Commission after completion of environmental review for the project under the California 
Environmental Quality Act (CEQA) for the Commission to consider whether to approve the 
construction services for an amount not to exceed $56,668,701, which, if approved, will bring 
the total contract amount to not to exceed $59,939,750, and with a total contract duration of 396 
consecutive calendar days; and be it 


FURTHER RESOLVED, That the General Manager is authorized to issue a Notice to 
Proceed for pre-construction services only, and is directed to return to the Commission to seek 
authorization for the construction phase for the proposed Project, and the remaining funding 
from No. 10014227, Bay Corridor Project in the amount of $56,668,701 for the construction 
phase, after completion of the review under the California Environmental Quality Act (CEQA). 
After review and consideration of the CEQA determination, this Commission may approve the 
Project, approve the Project with modifications, approve an alternative to the Project, or reject 
the Project. Contract No. DB-130 reserves the SFPUC’s rights, among other things, to modify 
the Project to mitigate any significant environmental impacts or terminate the agreement if the 
Commission elects not to proceed with the Project. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of February 25, 2020. 


pllorar Meted- 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


RESOLUTION NO.: 20-0048 


WHEREAS, The San Francisco Board of Supervisors established a Community Choice 
Aggregation (CCA) program in 2004 (Ordinance 86-04) and has implemented the program 
called CleanPowerSF through the work of the San Francisco Public Utilities Commission 
(SFPUC) in consultation with the San Francisco Local Agency Formation Commission 
(Ordinances 146-07, 147-07, and 232-09); and 


WHEREAS, The complementary objectives of the CleanPowerSF program are to (1) 
provide electricity and related services at affordable and competitive rates while promoting long- 
term rate stability, (2) reduce, and eventually eliminate, the greenhouse gas emissions associated 
with the use of electricity in San Francisco, (3) support, to the greatest extent possible and 
affordable, the development of new clean energy infrastructure and new employment 
opportunities for San Franciscans, and (4) provide long-term rate and financial stability to 
CleanPowerSF and its customers; and 


WHEREAS, The SFPUC intends that CleanPowerSF rates be set to meet program 
operating costs, repay debt, meet financial targets for reserves and debt-service coverage ratios, 
and obligations pursuant to CleanPowerSF power supply contracts and credit agreements; and 


WHEREAS, The proposed CleanPowerSF rate making formula and framework conform 
to the CleanPowerSF Rate Setting Policy and the Commission’s Ratepayer Assurance Policy; 
and 


WHEREAS, Pacific Gas and Electric Company’s (PG&E) electric generation rates are 
authorized by the California Public Utilities Commission (CPUC); and 


WHEREAS, The CPUC permits PG&E to levy the Power Charge Indifference 
Adjustment (PCIA) on the bills of customers who switch to CleanPowerSF, in order to recover 
the estimated above market costs of power supply commitments made by PG&E prior to a 
customer's switch to CleanPowerSF generation service; and 


WHEREAS, The Franchise Fee Surcharge (FFS) is a surcharge imposed by PG&E on its 
customers to recover franchise fees charged by cities and counties; and 


WHEREAS, Pursuant to Charter Section 16.112, a Notice of hearing on the proposal to 
adopt a CleanPowerSF ratemaking framework was published in the official newspaper on 
February 6, 7, 8, 9, and 12, 2020, and posted on the SFPUC website and at the San Francisco 
Public Library, as required, for a public hearing on February 25, 2020; and 


WHEREAS, The proposed rate making formula and framework enables CleanPowerSF 
to formulaically adjust, and create new program rates so that they are competitive (+/-1%) with 
comparable PG&E rates that exist at the time, including the PGE rate components of Generation, 
PCIA and FFS; and 


WHEREAS, The proposed rate making formula and framework allows no more than a 
10% increase on the generation cost component of CleanPowerSF customers’ (defined as the 
average customer from five core rate classes of El, AIX, AlOSX, E19S, E20S) bill from levels 
calculated from CleanPowerSF rates adopted per Commission resolution 18-0209; and 


WHEREAS, Charter section 8B.125 requires the Commission to set rates and charges, 
subject to rejection by the Board of Supervisors, within 30 days of submission; 


WHEREAS, On January 22, 2020 the Planning Department determined that this action is 
statutorily exempt from the California Environmental Quality Act (CEQA) Guidelines under 
Public Resources Code Section 21080(b)(8) and CEQA Guidelines Section 15273 (Rates, Tolls, 
Fares, and Charges); therefore, now be it 


RESOLVED, This Commission hereby adopts this CleanPowerSF rate adjustment 
formula, effective as of March 26, 2020 and to remain in effect until June 30, 2022 and shall 
expire automatically on that date; and be it 


FURTHER RESOLVED, The General Manager shall adjust existing CleanPowerSF rates 
under this rate adjustment formula, only when a PG&E rate change results in the elimination of a 
CleanPowerSF rate discounts, or rate discounts of more than 2% if CleanPowerSF rates did not 
change; and be it 


FURTHER RESOLVED, The General Manager shall adjust existing CleanPowerSF rates 
according to the following three-part formula: (1) adjusted CleanPowerSF rates shall be within 
+/- 1% of comparable PG&E rates that exist at the time, (2) program costs shall be recovered, 
and (3) the impact of the rate adjustment does not increase the average bill of the average 
CleanPowerSF customers’ within the five core rate classes of El, AIX, AlOSX, E19S, E20S, 
more than 10% from same value calculated from CleanPowerSF rates adopted per Commission 
resolution 18-0209; and be it 


FURTHER RESOLVED, The CleanPowerSF rate adjustment formula retains the 
inclusion of a CleanPowerSF PCIA volumetric credit that is refined to be utilized on a 
CleanPowerSF customer’s bill as a tool to maintain total CleanPowerSF rate discount parity 
within customer classes, where differing PCIA vintages cause discount variances of more than 
0.25% from the majority PCIA vintage (2018); and be it 


FURTHER RESOLVED, The adjustment of CleanPowerSF rates according to this 
methodology applies to the refinement and the application of CleanPowerSF PCIA Credit as 
exemplified in attached Exhibit 2; and be it 


FURTHER RESOLVED, The adjustment of CleanPowerSF rates according to this 
formula applies to the rate classes listed in Exhibits 1, which also include example rates for each 
class; and be it 


FURTHER RESOLVED, This Commission hereby finds that adoption of this resolution 
will establish a rate adjustment framework for the purpose of meeting operating expenses, 
including the recovery of program reserves and allow for CleanPowerSF to be financially stable, 
and that adoption of the resolution is exempt from environmental review requirements in 
accordance with California Public Resource Code Section 21080(b)(8); and be it 


FURTHER RESOLVED, This Commission directs the General Manager to submit this 
rate adjustment formula to per these criteria to the Board of Supervisors, as required by Charter 
Section 8B.125. 


| hereby certify that the foregoing resolution was adopted by the Public Utilities Commission at 
its meeting of February 25, 2020. 


pllornn Mood 


Secretary, Public Utilities Commission 
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SAN FRANCISCO PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


London N. Breed 
Mayor 


AGENDA 
Tuesday, March 10, 2020 
1:30 P.M. | 


1 Dr. Carlton B. Goodlett Place 
City Hall, Room 400 
San Francisco, CA 94102 


Commissioners 
Ann Moller Caen, President 
Francesca Vietor, Vice President 
Anson Moran 
Sophie Maxwell 
Tim Paulson 


Harlan L. Kelly, Jr. 
General Manager 


Donna Hood 
Secretary 





For information, contact the Commission Secretary at 415-554-3165 
Minutes and other information are available on the SFPUC web site: 
www.sfwater.org 
Gavel-to-Gavel coverage available at: 


http://sanfrancisco.granicus.com/ViewPublisher.php?view_id=22 


Accessible Meeting Policy: The San Francisco Public Utilities Commission meeting will be held in Room 400, at 1 Dr. Carlton 
B. Goodlett Place (400 Van Ness Ave.), San Francisco, CA. The closest accessible BART station is the Civic Center Station at 
United Nations Plaza and Market Street. Accessible MUNI lines serving this location are: MUNI Metro Lines J-Church, K- 
Ingleside, L-Taraval, M-Ocean View, N-Judah and T-Third at Van Ness and Civic Center Stations; F-Market; 19-Polk, 47-Van 
Ness; 49-Mission-Van Ness; 5-Fulton; 6-Parnassus, 21-Hayes; 9-San Bruno; and 7-Haight Noriega. For information about 
MUNI accessible services call 701.4485. 


The meeting room is wheelchair accessible. Accessible curbside parking spaces have been designated on the Van Ness 
Avenue and McAllister Street perimeters of City Hall for mobility-impaired persons. There is accessible parking available 
within the Civic Center Underground Parking Garage at the corner of McAllister and Polk Streets, and within the Performing 
Arts Parking Garage at Grove and Franklin Streets. : 


To obtain a disability-related accommodation, including auxiliary aids or services, or to obtain meeting materials in alternative 
format, please contact Donna Hood at 415.554.3165. Providing at least 72 hours notice will help to ensure availability. Written 
reports or background materials for calendar items are available for public inspection and copying at 525 Golden Gate Ave., 
13" Floor during regular business hours and are available on-line at http://www.sfwater.org/index.aspx?page=167. 


To assist the City’s efforts to accommodate persons with severe allergies, environmental illnesses, multiple chemical 
sensitivity or related disabilities, attendees at public meetings are reminded that other attendees may be sensitive to various 
chemical based products. Please help the City to accommodate these individuals. 


The ringing of and use of cell phones, pagers and similar sound-producing electronic devices are prohibited at this meeting. 
Please be advised that the President may order the removal from the meeting room of any person(s) responsible for the 
ringing or use of a cell phone, pager, or other similar sound-producing electronic devices. 


Know Your Rights Under the Sunshine Ordinance: Government's duty is to serve the public, reaching its decision in full 
view of the public. Commissions, boards, councils and otherc agencies of the City and County exist to conduct the people's 
business. This ordinance assures that deliberations are conducted before the people and that City operations are open to 
the people's review. For more information on your rights under the Sunshine Ordinance or to report a violation of the 
ordinance, contact Administrator, by mail to Sunshine Ordinance Task Force, 1 Dr. Carlton B. Goodlett Place, Room 244, 
San Francisco, CA 94102.4689; by phone at 554.7724; by fax at 554.7854; or by email at sotf@sfgov.org. 





Copies of the Sunshine Ordinance can be obtained from the Clerk of the Sunshine Task Force, the San Francisco Public 
Library and on the City’s website at http:/Awww.sfgov.org. 


311 Free Lanquage Assistance: 2 #i5 5 14,5) / Ayuda gratuita con el idioma / BecnaTHad MOMOLb MepeBosuHkKos / 
Tro gitip Théng dich Mién phi / Assistance linguistique gratuite / #£#+™ SiG sete / Pe 101 / ALP / arsed aumad 
WI“ Tague a’artae 1 / Libreng tulong para sa wikang Tagalog sluaa 





Lobbyist Registration and Reporting Requirements: Individuals and entities that influence or attempt to influence local 
legislative or administrative action may be required by the San Francisco Lobbyist Ordinance [SF Campaign & Governmental 
Conduct Code §2.100] to register and report lobbying activity. For more information about the Lobbyist Ordinance, please 
contact the San Francisco Ethics Commission at 25 Van Ness Avenue, Suite 220, San Francisco, CA 94102; telephone (415) 
252-3100; fax (415) 252-3112; web site at www.sfgov.org/ethics. 





CEQA Appeal Rights under Chapter 31 of the San Francisco Administrative Code: If the Commission’s action on a 
project constitutes the Approval Action for that project (as defined in S.F. Administrative Code Chapter 31, as amended, Board 
of Supervisors Ordinance Number 161-13), then the CEQA determination prepared in support of that Approval Action is 
thereafter subject to appeal within the time frame specified in S.F. Administrative Code Section 31.16. Typically, an appeal 
must be filed within 30 calend ar days of the Approval Action for a project that has received an exemption or negative 
declaration pursuant to CEQA. For information on filing an appeal under Chapter 31, contact the Clerk of the Board of 
Supervisors at City Hall, 1 Dr. Carlton B. Goodlett Place, Room 244, San Francisco, CA 94102, or call (415) 554-5184. Ifthe 
Planning Department's Environmental Review Officer has deemed a project to be exempt from further environmental review, 
an exemption determination has been prepared and can be obtained on-line at http:/Avwww.sf- 

planning. org/index.aspx?page=3447 Under CEQA, in a later court challenge, a litigant may be limited to raising only those ~ 
issues previously raised at a hearing on the project or in written correspondence delivered to the Board of Supervisors, 
Planning Commission, Planning Department or San Francisco Public Utilities Commission at, or prior to, such hearing, or as 
part of the appeal hearing process on the CEQA decision. 





ORDER OF BUSINESS 
1. Call to Order 
2. Roll Call 
3. Approval of the Minutes of February 25, 2020 


4. General Public Comment 
Members of the public may address the Commission on matters that are within the 
Commission’s jurisdiction and are not on today’s agenda 


5. Communications (discussion only) 
a) Advance Calendar 
b) Correspondence Log 
c) Contract Advertisement Report 
d) Annual Power Risk Management Plan 
e) Water Supply Conditions Update 

6. Report of the General Manager (discussion only) 
a) Bay Delta Water Quality Control Plan Update 
b) Update on PG&E’s Bankruptcy and City’s Acquisition Offer 
c) Sewer System Improvement Program Quarterly Report 
d) Wastewater Enterprise Capital Improvement Program Quarterly Report 

) SFPUC Activities Associated with the Mayor’s February 25, 2020 Emergency 

Declaration for COVID-19 

f) Report on Recent San Francisco Public Utilities Commission Activities, Events and 

Announcements 


(a) 


7. New Commission Business (discussion) 
CONSENT CALENDAR 


8. All matters listed hereunder constitute a Consent Calendar, are considered to be routine 
by the San Francisco Public Utilities Commission and will be acted upon by a single 
vote of the Commission. There will be no separate discussion of these items unless a 
member of the Commission or the public so requests, in which event the matter will be 
removed from the Calendar and considered as a separate item. 


a) Approve Amendment No. 2 to Agreement No. CS-369.A, Program Scheduling and 
Cost Control Staff Augmentation Services, with ECS Inc., to provide program/ 
project scheduling, Critical Path Method scheduling, forecasting, change control, 
200053 cost controls, and cost estimating for capital improvement projects in the Sewer 
System Improvement Program, Water Enterprise Capital Improvement Program, 
and Hetch Hetchy Capital Improvement Program; and authorize the General 
Manager to execute this amendment increasing the agreement amount by 
$2,250,000, for a total not-to-exceed amount of $7,000,000, and extending the 
agreement duration by two years, for a total duration of seven years. (How) 


200049 


Cc) 


200050 


Approve Amendment No. 1 to Agreement No. CS-369.B, Program Scheduling and 
Cost Control Staff Augmentation Services, with PMA Consultants LLC - Dabri Joint 
Venture, to provide program/project scheduling, Critical Path Method scheduling, 
forecasting, change control, cost controls, and cost estimating for capital 
improvement projects in the Sewer System Improvement Program, Water 
Enterprise Capital Improvement Program, and Hetch Hetchy Capital Improvement 
Program; and authorize the General Manager to execute this amendment, 
increasing the agreement amount by $2,250,000, for a total not-to-exceed amount 
of $7,000,000, and extending the agreement duration by two years, for a total 
duration of seven years. (How) 


Approve Modification No. 1 to Job Order Contract, JOC-58, Micro-LBE Set Aside, 
General Building (B-License) for San Joaquin, Stanislaus and Tuolumne Counties, 
with Southwest Construction and Property Management, to complete ongoing 
facility and asset improvements, increasing the contract amount by $1,000,000 and 
the contract duration by 730 consecutive calendar days (approximately two years), 
for a total contract amount not-to-exceed $3,000,000, and a total contract duration 
of 1,825 consecutive calendar days (approximately five years), in accordance with ; 
San Francisco Administrative Code 6.62. (How) 


Approve the selection of Eurofins Eaton Analytical, LLC; award Agreement No. 
PRO.0165, PUC As-Needed Lab Analytical, to provide reference laboratory testing 
of drinking water, wastewater, groundwater, soils, sediments, solids, hazardous 
waste, water and wastewater treatment chemicals, biosolids, and biota (tissue); and 
authorize the General Manager to negotiate and execute a professional services 
agreement with Eurofins Eaton Analytical, LLC for an amount not-to-exceed 
$4,500,000 and with a duration of five years. (Ritchie) 


Accept work performed by Pipe and Plant Solutions, Inc. for Contract No. WW-640, — 
As-Needed Sewer Cleaning and Inspection (FY17); approve Modification No. 4 
(Final), decreasing the contract duration by 136 consecutive calendar days 
(approximately four and one-half months), for a total contract duration of 434 
consecutive calendar days (approximately one year and two months) with no 
change to the agreement amount; and authorize final payment to the Contractor. 
(How) 


REGULAR CALENDAR 


9. Approve the plans and specifications, and award Contract No. DB-129.2, Bay 

Corridor Transmission & Distribution - Phase 2 (2019) South, in the amount of 
$29,280,870, and with a duration of 396 consecutive calendar days (approximately 

200054 one year and one month), to the responsible bidder submitting the lowest responsive 
bid, Anvil Builders, Inc. to install electrical conduits, electrical vaults, and potable water 
supply pipelines. This action constitutes the Approval Action for this project for the 
purposes of CEQA, pursuant to Section 31.04(h) of the San Francisco Administrative 
Code. (How) 


10. Approve the selection of HDR Engineering, Inc.; award Agreement No. PRO.0021, 
200055 Hetch Hetchy Water and Power Technical Services for San Joaquin Pipeline Program 


(Lines 1-4 Including Appurtenances) to provide engineering support to extend the life 
of the San Joaquin Pipeline System; and authorize the General Manager to negotiate 
and execute a professional services agreement with HDR Engineering, Inc. for an 
amount not-to-exceed $9,000,000, and with a duration of eight years. (Ritchie) 


11. Discussion and possible action to authorize the General Manager of the San 
Francisco Public Utilities Commission (SFPUC) to consent, on behalf of the SFPUC, 
5 to the Development Agreement for the Potrero Power Station Mixed-Use Project at 
i O0056 the approximately 29-acre site generally bound by 22nd Street to the north, the San 
Francisco Bay to the east, 23rd Street to the south and Illinois Street to the west, 
between the City and County of San Francisco and California Barrel Company, LLC, 
as it relates to matters under the SFPUC’s jurisdiction; and adopt findings pursuant to 
the California Environmental Quality Act and a Mitigation, Monitoring and Reporting 
Program. (Carlin) 


12. Approve Amendment No. 5 to Agreement No. CS-911R, Construction Management 
Services, Calaveras Dam Replacement Project, with Black and Veatch Corporation, to 
5 900 Pvc Ongoing construction management support during completion of construction 
9 fand close-out of the Fish Passage Facility Project and close-out of the Calaveras Dam 
Replacement Project; and authorize the General Manager to execute this Amendment 
No. 5, increasing the duration by nine months, for a total not-to-exceed agreement 
duration of 10 years and five months, with no change to the agreement amount. 
(How) 


13. Adopt resolution affirming the San Francisco Public Utilities Commission’s (SFPUC) 
support for acquiring Pacific Gas and Electric Company electric assets in San 
Francisco, so that SFPUC can provide affordable, reliable, safe public power service 
to all customers in the City and County of San Francisco, and confirm that before 
200058 finalizing the acquisition, the SFPUC would have sufficient information to find that 
ongoing service by the City would be consistent with SFPUC policies on financial 
stability, support for utility workforces, community and worker safety, climate change 
prevention and mitigation, affordability and equity, operational excellence, and 
improved service to City Departments. (Hale) 


14. Adjournment. 
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SAN FRANCISCO PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


London N. Breed 
Mayor 


Minutes 
Tuesday, March 10, 2020 


1:30 P.M. 
(Approved April 14, 2020) 


1 Dr. Carlton B. Goodlett Place 
City Hall, Room 400 
San Francisco, CA 94102 


Commissioners 
Ann Moller Caen, President 
Francesca Vietor, Vice President 
Anson Moran 
Sophie Maxwell 
Tim Paulson 


Harlan L. Kelly, Jr. 


General Manager 


Donna Hood 
Secretary 





For information, contact the Commission Secretary at 415-554-3165 
Minutes and other information are available on the SFPUC web site: 
www.sfwater.org 
Gavel-to-Gavel coverage available at: 
http://sanfrancisco.granicus.com/ViewPublisher.php?view id=22 


1. Call to Order 
President Caen called the meeting to order at 1:34 PM. 


2. Roll Call 
Present: Vietor, Moran, Maxwell and Paulson 
President Caen arrived at 1:41 PM 


3. Approval of the Minutes of February 25, 2020 
On motion to approve the Minutes of February 25, 2020 


Ayes: Vietor, Moran, Maxwell and Paulson 
No public comment. 


4. General Public Comment 
e Eileen Boken distributed a San Francisco Chronicle Article, “Sunset Reservoir 
seismic upgrade nearly done”. She discussed the retrofit of north basin. She 
questioned the 10-Year Capital Plan financing. 
e Francisco DaCosta discussed concems expressed by those who attend the 
Commission meetings. He discussed Marina Times article. 


President Caen arrived at 1:41 PM. 


e Ann Clark, Commonwealth Club, discussed the Commonwealth Club’s Women’s 
Luncheon and thanked President Caen and Vice President for their attendance. 


5. Communications 
a) Advance Calendar 
b) Correspondence Log 
c) Contract Advertisement Report 
d) Annual Power Risk Management Plan 
e) Water Supply Conditions Update 


No public comment. 


6. Report of the General Manager 


a) Bay Delta Water Quality Control Plan Update 
Steve Ritchie, Assistant General Manager (AGM) Water, stated that the State of 


California is suing the Department of the Interior regarding the Biological Opinion 
for the state and federal water projects and that staff is tracking the suit. He noted 
some environmental groups and state water contractors have also filed suit against 
the Department of the Interior. 


AGM Ritchie responded to a question from VP Vietor regarding the status of 
resolutions she requested. 


No public comment. 


b) 


— 


Update on PG&E’s Bankruptcy and City’s Acquisition Offer 
Barbara Hale, AGM Power, provided the following update: (1) PG&E - Federal 


Bankruptcy: PG&E filed additional revisions to is plan of reorganization and 
accompanying disclosure statement. Hearings are underway and are projected to 
conclude on March 16. She discussed a motion filed by the Tort Claims Committee; 
(2) PG&E - California PUC (CPUC) Bankruptcy: AGM Hale reviewed SFPUC’s 
testimony at the CPUC bankruptcy hearing; (3) Education efforts: Web education 
efforts have been enhanced (publicoowersf.org. As of March 10, there have been 
2,665 unique site visits; 175,000 individuals have been reached via pushing content 
to social media; 77 unique individuals have signed up to receive updates; majority 
of traffic to site is from social media; and working with neighborhood newspapers on 
print advertising, per Commissioner Maxwell’s request. 


AGM Hale responded to a question from President Caen whether any feedback has 
been received. 


No public comment. 


Sewer System Improvement Program Quarterly Report 
Stephen Robinson, Wastewater Enterprise Capital Program Director, presented the 


report. He indicated that 37.1% of Phase | Projects are complete with $0.958 billion 
expended. He provided highlights for the Baker Beach Green Street Project, 
Southeast Plant New Headworks Facility Project, and other Phase | Projects. Mr. 
Robinson continued with a review of current construction status for the Oceanside 
Plant LED Fixture Replacement Project, Mariposa Dry-Weather Pump Station and 
Force Main Improvements, and Bruce Flynn Pump Station. 


No public comment. 


Wastewater Enterprise Capital Improvement Program Quarterly Report 
Mr. Robinson reviewed projects that have exceeded schedule forecast by six 


months and/or have cost variances exceeding 10%: New Headworks Project (cost 
variance), CM/CG delivery - Scope 1, 2A, and 3 (cost variance), Van Ness BRT 
Sewer Improvements (cost variance), Better Market Street Sewer Improvement 
Phase | (cost and schedule variance), Fifth, North, Sixth and Division Streets 
Combined Sewer Discharge rehabilitation (delay), Wastewater Storm Water 
Management Planning (cost variance), Large Sewer Condition Assessment 
Improvements (cost and schedule variance), and Ocean Beach Project (cost 
variance). 


At the request of GM Kelly, Mr. Robinson provided a brief update for the Alemany 
Project. GM Kelly and Mr. Robinson responded to a question from VP Vietor 
regarding green options for the Project. Brief discussion ensued. 


President Caen requested that going forward the report be submitted in writing in 
addition to the verbal update. 


No public comment. 


e) SFPUC Activities Associated with the Mayor's February 25, 2020 Emergency 
Declaration for COVID-19 


Justine Hinderliter, Chief People Officer, stated the SFPUC Is working in 
coordination with the City’s Department of Human Resources, Department of 
Emergency Management (DEM), and the Department of Public Health to address 
the rapidly changing event. She discussed internal work being conducted and noted 
regular meeting are being convened. She touched on some major issues being 
addressed, including analysis of Continuity of Operations Plan, implementation of 
social distancing programs (e.g. limiting in-person meetings, cancellation of non- 
essential trainings, eliminate on-essential travel), launch of temporary telecommute 
policy for vulnerable populations to reduce the number of on-site employees, 
obtaining additional resources (laptops, bandwidth capabilities), increased cleaning, 
scenario planning, increased cleaning of shared electronic equipment, increased 
communication regarding hand washing, and Disaster Service Worker (DSW) 
response. 


GM Kelley stated conversations have taken place with the Southeast Facility 
Commission regarding the need to reduce the usage of their facility. He stated he is 
working with DEM to identifying employees who can work as DSW during the event. 


In response to a question from Commissioner Maxwell regarding employee's ability 
fo use accrued sick leave and as to what is being done for new employees or for 
employees that have limited sick leave accrued, Ms. Hinderliter indicated those 
situations will be evaluated on a case-by-case basis. Discussion ensued on the 
feasibility of a case-by-case determination due to the large number of SFPUC 
employees. Brief discussion ensued. 


Ms. Hinderliter responded to a question from Commissioner Maxwell regarding the 
availability of hand sanitizer and what we are doing for employees’ families. 
President Caen emphasized the SFPUC must be proactive. 


No public comment. 


f) Report on Recent San Francisco Public Utilities Commission Activities, Events and 
Announcements 


None. 


7. New Commission Business 
None. 


8. Consent Calendar: 
Commissioner Maxwell requested that item 8a be removed from the Consent Calendar. 


a) Approve Amendment No. 2 to Agreement No. CS-369.A, Program Scheduling and 
Cost Control Staff Augmentation Services, with ECS Inc., to provide program/ 


b) 


e) 


project scheduling, Critical Path Method scheduling, forecasting, change control, 
cost controls, and cost estimating for capital improvement projects in the Sewer 
System Improvement Program, Water Enterprise Capital Improvement Program, 
and Hetch Hetchy Capital Improvement Program; and authorize the General 
Manager to execute this amendment increasing the agreement amount by 
$2,250,000, for a total not-to-exceed amount of $7,000,000, and extending the 


agreement duration by two years, for a total duration of seven years. (Resolute ion 
20-0053) 


Approve Amendment No. 1 to Agreement No. CS-369.B, Program Scheduling and 
Cost Control Staff Augmentation Services, with PMA Consultants LLC - Dabri Joint 
Venture, to provide program/project scheduling, Critical Path Method scheduling, 
forecasting, change control, cost controls, and cost estimating for capital 
improvement projects in the Sewer System Improvement Program, Water 
Enterprise Capital Improvement Program, and Hetch Hetchy Capital Improvement 
Program; and authorize the General Manager to execute this amendment, 
increasing the agreement amount by $2,250,000, for a total not-to-exceed amount 
of $7,000,000, and extending the agreement duration by two years, for a total 
duration of seven years. (Resolution 20-0049) 


Approve Modification No. 1 to Job Order Contract, JOC-58, Micro-LBE Set Aside, 
General Building (B-License) for San Joaquin, Stanislaus and Tuolumne Counties, 
with Southwest Construction and Property Management, to complete ongoing 
facility and asset improvements, increasing the contract amount by $1,000,000 and 
the contract duration by 730 consecutive calendar days, for a total contract amount 
not-to-exceed $3,000,000, and a total contract duration of 1,825 consecutive 


calendar days, in accordance with San Francisco Administrative Code 6.62. 
(Resolution 20-0050) 


Approve the selection of Eurofins Eaton Analytical, LLC; award Agreement No. 
PRO.0165, PUC As-Needed Lab Analytical, to provide reference laboratory testing 
of drinking water, wastewater, groundwater, soils, sediments, solids, hazardous 
waste, water and wastewater treatment chemicals, biosolids, and biota (tissue); and 
authorize the General Manager to negotiate and execute a professional services 
agreement with Eurofins Eaton Analytical, LLC for an amount not-to-exceed 
$4,500,000 and with a duration of five years. (Resolution 20-0051) 


Accept work performed by Pipe and Plant Solutions, Inc. for Contract No. WW-640, 
As-Needed Sewer Cleaning and Inspection (FY17); approve Modification No. 4 
(Final), decreasing the contract duration by 136 consecutive calendar days, fora 
total contract duration of 434 consecutive calendar days with no change to the 


agreement amount; and authorize final payment to the Contractor. (Resolution 20- 
0052) 


On motion to approve Consent Calendar items 8b through 8e: 
Ayes: Caen, Vietor, Moran, Maxwell and Paulson 


[tem 8a: AGM How responded to questions from Commissioner Maxwell regarding 
the meaning of “critical method path scheduling”, and “cost control staff 
augmentation services’. GM Kelly provided additional response. 


On motion to approve Consent Calendar item 8a: 
Ayes: Caen, Vietor, Moran, Maxwell and Paulson 


No public comment. 


9. Approve the plans and specifications, and award Contract No. DB-129.2 Bay Corridor 
Transmission & Distribution - Phase 2 (2019) South, in the amount of $29,280,870, 
and with a duration of 396 consecutive calendar days, to the responsible bidder 
submitting the lowest responsive bid, Anvil Builders, Inc. to install electrical conduits, 
electrical vaults, and potable water supply pipelines. This action constitutes the 
Approval Action for this project for the purposes of CEQA, pursuant to Section 
31.04(h) of the San Francisco Administrative Code. (Resolution 20-0054) 


Kathy How, AGM Infrastructure, introduced the item and requested approval. 


On motion to approve Item 9: 
Ayes: Caen, Vietor, Moran, Maxwell and Paulson 


No public comment. 


10. Approve the selection of HDR Engineering, Inc.; award Agreement No. PRO.0021, 
Hetch Hetchy Water and Power Technical Services for San Joaquin Pipeline Program 
Lines 1-4 Including Appurtenances) to provide engineering support to extend the life 
of the San Joaquin Pipeline System; and authorize the General Manager to negotiate 
and execute a professional services agreement with HDR Engineering, Inc. for an 


amount not-to-exceed $9,000,000, and with a duration of eight years. (Resolution 20- 
0055) 


On motion to approve Item 10: 
Ayes: Caen, Vietor, Moran, Maxwell and Paulson 


No public comment. 


11. Discussion and possible action to authorize the General Manager of the San 
Francisco Public Utilities Commission (SFPUC) to consent, on behalf of the SFPUC, 
to the Development Agreement for the Potrero Power Station Mixed-Use Project at the 
approximately 29-acre site generally bound by 22nd Street to the north, the San 
Francisco Bay to the east, 23rd Street to the south and Illinois Street to the west, 
between the City and County of San Francisco and California Barrel Company, LLC, 
as it relates to matters under the SEFPUC’s jurisdiction; and adopt findings pursuant to 


the California Environmental Quality Act and a Mitigation, Monitoring and Reportin 
Program. (Resolution 20-0056) 


On motion to approve Item 11: 
Ayes: Caen, Vietor, Moran, Maxwell and Paulson 


No public comment. 


12. Approve Amendment No. 5 to Agreement No. CS-911R, Construction Management 
Services, Calaveras Dam Replacement Project, with Black and Veatch Corporation, to 
provide ongoing construction management support during completion of construction 
and close-out of the Fish Passage Facility Project and close-out of the Calaveras Dam 
Replacement Project; and authorize the General Manager to execute this Amendment 
No. 5, increasing the duration by nine months, for a total not-to-exceed agreement 


duration of 10 years and five months, with no change to the agreement amount. 
(Resolution 20-0057) 


On motion to approve Item 12: 
Ayes: Caen, Vietor, Moran, Maxwell and Paulson 


No public comment. 


13. Adopt resolution affirming the San Francisco Public Utilities Commission’s (SFPUC) 
support for acquiring Pacific Gas and Electric Company electric assets in San 
Francisco, so that SFPUC can provide affordable, reliable, safe public power service 
to all customers in the City and County of San Francisco, and confirm that before 
finalizing the acquisition, the SEPUC would have sufficient information to find that 
ongoing service by the City would be consistent with SFPUC policies on financial 
stability, support for utility workforces, community and worker safety, climate change 
prevention and mitigation, affordability and equity, operational excellence, and 


improved service to City Departments. (Resolution 20-0058) 

AGM Hale reviewed key priorities that would need to be satisfied for the City to move 
forward on the proposed acquisition of PG&E transmission and distribution assets in 
San Francisco: financial stability, support for utility workforces, community and worker 
safety, climate change prevention and mitigation, affordability and equity, operational 
excellence, and improved service to City departments. She noted the SFPC resolution 
is consistent with a Board of Supervisors resolution, which was referred out of the 
Land Use Committee. 


AGM Hale responded to a question from President Caen regarding the Board 
resolution. 


On motion to approve Item 13: 
Ayes. Caen, Vietor, Moran, Maxwell and Paulson 


No public comment. 


14. Adjournment 
President Caen adjourned the meeting at 2:58 PM. 


SFPUC MINUTES - MARCH 10, 2020 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


RESOLUTION NO. 20-0049 


WHEREAS, On June 23, 2015, by Resolution No. 15-0135, this Commission awarded 
Agreement No. CS-369.B, Program Scheduling and Cost Control Staff Augmentation Services, 
to PMA Consultants LLC - Dabri Joint Venture (PMA/Dabri JV), and authorized the General 
Manager of the San Francisco Public Utilities Commission (SFPUC) to negotiate and execute a 
professional services agreement, in the amount of $4,750,000, with a term of five years with 
PMA/Dabri JV to augment SFPUC staff and assist the SFPUC with specialized program/project 
scheduling, Critical Path Method scheduling, forecasting, change control, cost controls, and cost 
estimating for capital improvement projects, in the Sewer System Improvement Program, Water 
Enterprise Capital Improvement Program, and Hetch Hetchy Capital Improvement Program 
Programs; and 


WHEREAS, Amendment No. | is being requested to increase the agreement amount by 
$2,250,000 and extend the agreement duration by two years to provide continuing project 
scheduling and cost control support services on SFPUC Capital Improvement Projects, for a total 
not-to-exceed amount of $7,000,000, and a total duration of seven years; and 


WHEREAS, The Contract Monitoring Division (CMD) established a subconsulting 
requirement of 16% Local Business Enterprise (LBE) participation (of the total value of services 
to be provided) for this agreement, and PMA/Dabri JV committed to a LBE subconsulting 
participation of 35% with their proposal, and this remains unchanged; and 


WHEREAS, Funds for this agreement are available from various SFPUC Capital 
Improvement Projects, including, but not limited, to the Sewer System Improvement Program 
and Water Enterprise Capital Improvements projects; now, therefore, be it 


RESOLVED, That this Commission hereby approves Amendment No. | to project- 
funded Agreement No. CS-369.B, Program Scheduling and Cost Control Staff Augmentation 
Services with PMA/Dabri JV to provide the SFPUC with continued specialized program/project 
scheduling and cost support services; and be it 


FURTHER RESOLVED, That this Commission authorizes the General Manager to 
execute Amendment No. |, increasing the agreement amount by $2,250,000 and extending the 
agreement duration by two years, for a total not-to-exceed amount of $7,000,000, and a total 
duration of seven years. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of March 10, 2020. 


Porn Mod 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0050 


WHEREAS, On November 14, 2017, per Resolution No. 17-0231, this Commission 
approved the award of JOC-58, Micro-LBE Set Aside, General Building (B-License) for San 
Joaquin, Stanislaus and Tuolumne Counties to Southwest Construction and Property Management; 
and 

WHEREAS, The Notice-to-Proceed date was December 17, 2019; and 


WHEREAS, The original contract amount was not-to-exceed $2,000,000 and the original 
contract duration was 1,095 consecutive calendar days; and 


WHEREAS, Section 6.22(h) of the San Francisco Administrative Code require 
Commission approval for any cumulative increase in contract amount or duration in excess of 
10% of the original contract amount or duration; and 


WHEREAS, Modification No. | is being requested to complete ongoing facility and asset 
improvements such as carpentry, cabinetry, millwork, concrete, construction traffic control 
services, demolition, dry wall, electrical, elevator and installation and repair, fire protection, 
flooring, general engineering, hazardous materials abatement, mechanical, painting, 
waterproofing, plumbing, solar installation, tile installation, trucking and hauling and welding for 
the San Francisco Public Utilities Commission’s (SFPUC) Operations and Bureaus, increasing the 
contract amount by $1,000,000, and increasing the contract duration by 730 consecutive calendar 
days, for a total contract amount not-to-exceed $3,000,000 and a total contract duration of 1825 
consecutive calendar days, as allowed under the San Francisco Administrative Code Chapter 
6.62; and 


WHEREAS, The Contract Monitoring Division’s subcontracting _ participation 
requirement and bid discount do not apply to Micro Local Business Enterprise (LBE) Set Aside 
Contracts; and 


WHEREAS, Funds will be available from various SFPUC Enterprise funds when Task 
Orders are issued; now, therefore, be it 


RESOLVED, That this Commission hereby approves Modification No. | for JOC-58, 
Micro-LBE Set Aside, General Building (B-License) for San Joaquin, Stanislaus and Tuolumne 
Counties, with Southwest Construction and Property Management, increasing the contract amount 
by $1,000,000 and increasing the contract duration by 730 consecutive calendar days, for a total 
contract amount not-to-exceed $3,000,000, and a total contract duration of 1825 consecutive 
calendar days. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of March 10, 2020. 


onan Mood 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0051 


WHEREAS, The San Francisco Public Utilities Commission (SFPUC) requires as- 
needed laboratory analytical services to ensure the Water Quality Division (WQD) complies with 
all current and future water quality regulations and customer expectations through sampling, 
laboratory analyses, and regulatory reporting; and 


WHEREAS, The WQD also provides full analytical support (chemical, physical, 
radiological, and microbiological analyses) to SFPUC process control water and wastewater 
operations, source control and engineering units, and to other City departments, public agencies, 
and wholesale water customers; and 


WHEREAS, It is necessary to procure the services of a qualified water and wastewater 
testing laboratory to provide as-needed analytical sample testing to supplement the SFPUC WQD 
laboratory capabilities; and 


WHEREAS, The estimated cost of services is $4,500,000; and 


WHEREAS, On December 26, 2019, SFPUC advertised a Request for Proposals for the 
purpose of selecting and entering into an agreement with a professional services consultant to 
provide reference laboratory testing of drinking water, wastewater, groundwater, soils, 
sediments, solids, hazardous waste, water and wastewater treatment chemicals, biosolids, and 
biota (tissues); and 


WHEREAS, Services are anticipated to begin in March 2020 and end in February 2025 
and the duration of this agreement is five years; and 


WHEREAS, SFPUC and Contract Monitoring Division (CMD) staff, upon review of the 
proposal scores, determined that Eurofins Eaton Analytical, LLC is the highest ranked firm 
based on the established scoring criteria; and 


WHEREAS, Pursuant to Chapter 14B.8(A) of the San Francisco Administrative Code, 
CMD has waived the Local Business Enterprise sub-consulting goal for this project; and 


WHEREAS, Failure to reach successful agreement on contract terms and conditions 
within 30 days of the date of the Commission award may result in award of the contract to the 
next highest ranked proposer, or re-advertising and re-selecting consultants at the discretion of 
the City; and 


WHEREAS, The firm being awarded a contract by the SFPUC must be in compliance 
with the Equal Benefits Provisions of Chapter 12B of the City’s Administrative Code either at 
the time of the award, or within two (2) weeks of the date of the Commission award; failure of 
the bidder to obtain compliance certification from CMD may, in the General Manager’s sole 
discretion, result in award of the agreement to the next highest ranked proposer, or re-advertising 
and re-selecting consultants at the discretion of the City; and 


WHEREAS, Funds for Agreement No. PRO.0165, PUC As-Needed Lab Analytical, will 
be available from the WQD operating budget Funding Source: 25940-2324 18-10000-10029996- 
0041 now, therefore, be it 


RESOLVED, That this Commission hereby approves the selection of Eurofins Eaton 
Analytical, LLC, awards Water Quality Division-funded Agreement No. PRO.0165, PUC As- 
Needed Lab Analytical, to provide as-needed reference laboratory testing, and authorize the 
General Manager to negotiate and execute a professional services agreement with Eurofins Eaton 
Analytical, LLC for an amount not-to-exceed $4,500,000, and with a duration of five years, and 
in the event negotiations are not successful or City requirements are not satisfied, to negotiate 
and execute a professional services agreement with the next highest ranked proposer. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of March 10, 2020. 


Alor na Abed 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


RESOLUTION NO. 20-0052 


WHEREAS, Construction has been completed for Wastewater Enterprise (WWE) Sewer 
System Improvement and (SSIP) and Renewal and Replacement (R&R) Program-funded 
Contract No. WW-640, As-Needed Sewer Cleaning and Inspection (FY17), by the contractor, 
Pipe and Plant Solutions, Inc.; and 


WHEREAS, On June 14, 2016, by Resolution No. 16-0115, this Commission awarded 
Contract No. WW-640, As-Needed Sewer Cleaning and Inspection (FY17), in the amount of 
$1,587,700, to the responsible bidder, submitting the lowest responsive bid, Pipe and Plant 
Solutions, Inc.; and 


WHEREAS, The construction contract Notice To Proceed date was set for August 31, 
2016, with an original schedule of 570 consecutive calendar days and the contract work was 
completed in 434 consecutive calendar days on November 7, 2017; and 


WHEREAS, The original contract amount was for $1,587,700 and the original contract 
duration was 570 consecutive calendar days; and 


WHEREAS, Section 6.22(h) of the Administrative Code requires that any cumulative 
increase in contract amount or duration in excess of 10% of the original contract amount or 
duration be approved by the Commission; and 


WHEREAS, On July 10, 2018, per Resolution No. 18-0116, this Commission approved 
an increase of $63,022 to the contract amount contingency for a total contract amount of up to 
$1,809,492; and 


WHEREAS, Modification Nos. | to 3 were issued for $221,792 to adjust bid item 


quantities to match actual quantities completed, increasing the contract amount to $1,809,492; 
and 


WHEREAS, Staff recommends approval of Modification No. 4 (Final) to decrease the 
contract duration by 136 consecutive calendar days to align with the project schedule, for a total 
contract duration of 434 consecutive calendar days; and 


WHEREAS, The Contract Monitoring Division has determined that the contractor has 
substantially complied with the established Local Business Enterprise (LBE) subcontracting goal 
of 10% for this contract by achieving a final LBE participation of 13.42%; and 


WHEREAS, Funds are available from Project No. Project No. 10002667 and 10015680; 
now, therefore, be it 


RESOLVED, That this Commission hereby accepts work performed by Pipe and Plant 
Solutions, Inc. for WWE SSIP and R&R Program-funded Contract No. WW-640, As-Needed 
Sewer Cleaning and Inspection (FY17), approves Modification No. 4 (Final), to decrease the 
contract duration by 136 consecutive calendar days, for a total contract amount of $1,809,492, 


and with a total contract duration of 434 consecutive calendar days, and authorizes final payment 
to the contractor. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of March 10, 2020. 


flonan Mod 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


RESOLUTION NO. 20-0053 


WHEREAS, On June 23, 2015, by Resolution No. 15-0135, this Commission awarded 
project-funded Agreement No. CS-369.A, Program Scheduling and Cost Control Staff 
Augmentation Services to*‘ECS Inc. (ECS), and authorized the General Manager of the San 
Francisco Public Utilities Commission (SFPUC) to negotiate and execute a professional services 
agreement, in the amount of $4,750,000, and with a term of five years with ECS to augment 
SFPUC staff and assist with specialized program/project scheduling, Critical Path Method 
scheduling, forecasting, change control, cost controls, and cost estimating for capital 
improvement projects in the Sewer System Improvement Program, Water Enterprise Capital 
Improvement Program, and Hetch Hetchy Capital Improvement Program Programs; and 


WHEREAS, Although the Commission authorized a term of five years, the Agreement 
was originally executed with a term of only four years; and 


WHEREAS, Amendment No. | was issued on August 6, 2019, to extend the contract 
duration by one year to a total of five years, with no change to the agreement amount, in order to 
extend the term to the five-year duration previously authorized by Resolution No. 15-1035; and 


WHEREAS, Amendment No. 2 is being requested to increase the agreement amount by 
$2,250,000 and extend the agreement duration by two years to provide continuing project 
scheduling and cost control support services on SFPUC Capital Improvement Projects, for a total 
not-to-exceed amount of $7,000,000, and a total duration of seven years; and 


WHEREAS, The Contract Monitoring Division (CMD) established a subconsulting 
requirement of 16% Local Business Enterprise (LBE) participation (of the total value of services 
to be provided) for this agreement, and ECS committed to a LBE subconsulting participation of 
16% with their proposal, and this remains unchanged; and 


WHEREAS, Funds for this agreement are available from various SFPUC Capital 
Improvement Projects, including, but not limited, t the Sewer System Improvement Program and 
Water Enterprise Capital Improvements projects; now, therefore, be it 


RESOLVED, That this Commission hereby approves Amendment No. 2 to project- 
funded Agreement No. CS-369.A, Program Scheduling and Cost Control Staff Augmentation 
Services, with ECS to provide the SFPUC with continued specialized program/project 
scheduling and cost support services; and be it 


FURTHER RESOLVED, That this Commission authorizes the General Manager to 
execute this Amendment No. 2, increasing the agreement amount by $2,250,000 and extending 


the agreement duration by two years, for a total not-to-exceed amount of $7,000,000, and a total 
duration of seven years. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of March 10, 2020. 


pllormr Med 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0054 


WHEREAS, Hetchy Power Capital Fund-funded and Sewer System Improvement 
Program-funded Contract No. DB-129.2 Bay Corridor Transmission & Distribution - Phase 2 
(2019) South, was advertised on November 7, 2019; and 


WHEREAS, The Engineer’s Estimate is $33,000,000 for this design-build contract work 
to install electrical conduits, electrical vaults, and potable water supply pipelines; and 


WHEREAS, The contract duration is 396 consecutive calendar days; and 
WHEREAS, Three (3) bids were received and opened publicly on January 9, 2020; and 


WHEREAS, San Francisco Public Utilities Commission (SFPUC) staff and Contract 
Monitoring Division (CMD) review of the bids for qualifications, responsibility, responsiveness 
and application of bid preferences resulted in the establishment of Anvil Builders, Inc. as the 
responsible bidder with the lowest responsive bid; and 


WHEREAS, CMD established a Local Business Enterprise (LBE) subcontracting 
participation of 8% design and 10% construction for this contract, and the contractor committed 
to a LBE participation of 13.2% design and 10.2% construction with its bid submittal; and 


WHEREAS, The firm being awarded a contract by the SFPUC must be in compliance 
with the Equal Benefits Provisions of Chapter 12B of the City’s Administrative Code either at 
the time of the award, or within 2 weeks of the date of the Commission award; failure of the 
bidder to obtain compliance certification from CMD may result in award of the contract to the 
next lowest, responsible and responsive bidder, or re-bidding of the contract at the discretion of 
the City; and 


WHEREAS, Funds are available from Project No. 10014227, and Sewer System 
Improvement Program funded Projects 10015807 and 10002284; and 


WHEREAS, On May 13, 2019, the Planning Department determined that the Bay 
Corridor Transmission and Distribution Project project components are categorically exempt for 
the from the California Environmental Quality Act (CEQA) underSection 15303, Class 3 (New 
Construction or Conversion of Small Structures); and 


WHEREAS, On December 19, 2016, the Environmental Review Officer (ERO) reviewed 
and considered the Final Mitigated Negative Declaration (FMND) for the SEP New Headworks 
Project and found that the contents of said report and the procedures through which the FMND 
was prepared, publicized, and reviewed complied with the California Environmental Quality Act 
(California Public Resources Code Sections 21000 et seq.) (CEQA), 14 California Code of 
Regulations Sections 15000 et seq. (the CEQA Guidelines) and Chapter 31 of the San Francisco 
Administrative Code (Chapter 31): and 


WHEREAS, The ERO found the FMND was adequate, accurate and objective, reflected 
the independent analysis and judgment of the Planning Department, and certified the FMND for 
the Project in compliance with CEQA, the CEQA Guidelines and Chapter 31; and 


WHEREAS, The Planning Department is the custodian of records, located in File No. 
2015-006224ENV, at 1650 Mission Street, Fourth Floor, San Francisco, California; and 


WHEREAS, The FMND, CEQA Findings, and Mitigation Monitoring and Reporting 
Program (MMRP) were made available to the public and this Commission for this Commission’s 
review, consideration and action; now therefore, be it 


RESOLVED, That the SFPUC has reviewed and considered the FMND and the record as 
a whole, and finds that the FMND is adequate for its use as the decision making body for the 
Project, that there is no substantial evidence that the Project will have a significant effect on the 
environment with the adoption of the mitigation measures contained in the MMRP and that the 
FMND reflects the City’s independent judgment and analysis, and hereby adopts the FMND; and 
be it 

FURTHER RESOLVED, That the SFPUC hereby adopts the CEQA Findings and the 
MMRP attached hereto as Attachments A and B and incorporated herein as part of this 


Resolution by this reference thereto and commits to all required mitigation measures identified in 
the FMND and contained in the MMRP; and be it 


FURTHER RESOLVED, That the SFPUC shall ensure implementation of all mitigation 
measures identified in the MMRP either directly or via binding contractual mechanisms, and the 
SFPUC finds that the measures it is adopting can be carried out by the SFPUC at the designated 
time and are feasible at this time; and be it 


FURTHER RESOLVED, That this Commission hereby approves the plans and 
specifications and awards Hetchy Power Capital Fund-funded and Sewer System Improvement 
Program-funded Contract No. DB-129.2 Bay Corridor Transmission & Distribution - Phase 2 
(2019) South, in the amount of $29,280,870, for a duration of 396 consecutive calendar days, to 
the responsible bidder submitting the lowest responsive bid, Anvil Builders, Inc. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of March 10, 2020. 


Pllornn Abed 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0055 


WHEREAS, The San Francisco Public Utilities Commission (SFPUC) requires technical 
support for Hetch Hetchy Water and Power’s (HHWP’s) Renewal and Replacement (R&R) 
Program to address the San Joaquin Pipeline (SJPL) System proactively in order to extend its life 
and avoid or delay the need for large scale replacement; and 


WHEREAS, It is necessary to procure the services of qualified consultants to provide 
support for the completion of HHWP’s SJPL System Operations and Maintenance Procedure, 
which will guide HHWP staff efforts to understand failure mechanisms, perform comprehensive 
condition assessment, recommend monitoring programs and develop repair and replacement 
strategies. The consultant will also provide technical support for pipeline assessment services of 
steel pipe using HHWP’s inline magnetic flux leakage tool; and 


WHEREAS, The estimated cost of services is not-to-exceed $9,000,000; and 
WHEREAS, The Request for Proposals was advertised on November 12, 2019; and 


WHEREAS, Services are anticipated to begin in April 2020 and end in April 2028, for a 
not-to-exceed duration of 8 years; and 


WHEREAS, SFPUC and Contract Monitoring Division (CMD) staff reviewed the 
proposals and determined that HDR Engineering, Inc. is the highest ranked proposer; and 


WHEREAS, A CMD subconsulting requirement of 9% Local Business Enterprise (LBE) 
participation (of the total value of services to be provided) was established for this agreement 
and HDR Engineering, Inc. committed to an LBE subconsulting participation rate of 12.5%; and 


WHEREAS, Funding for this Agreement will be available from HHWP Capital Projects, 
R&R SJPL Life Extension Program, and HHWP Operating Budget, subject to future 
appropriations and certification by the Controller; and 


WHEREAS, Failure to reach successful agreement on contract terms and conditions 
within 30 days of the date of the Commission award may result in award of the contract to the 
next highest ranked proposer, or re-advertising and re-selecting consultants at the discretion of 
the City; and 


WHEREAS, The firm being awarded a contract by the SFPUC must be in compliance 
with the Equal Benefits Provisions of Chapter 12B of the City’s Administrative Code either at 
the time of the award, or within two (2) weeks of the date of the Commission award; failure of 
the bidder to obtain compliance certification from CMD may, in the General Manager’s sole 
discretion, result in award of the agreement to the next highest ranked proposer, or re-advertising 
and re-selecting consultants at the discretion of the City; and 


WHEREAS, Funds for this agreement will be available at the time of award of the 
agreements from current and future appropriations to Hetch Hetchy Water and Power Capital 
Projects; now, therefore, be it 


RESOLVED, That this Commission hereby approves the selection of HDR Engineering, 
Inc. for project-funded Agreement No. PRO.0021, HHWP Technical Services for SJPL Program 
(Lines 1-4 Including Appurtenances), to provide support to HHWP’s R&R Program to extend 
the life of the SJPL System, and authorizes the General Manager to negotiate and execute the 
professional services agreement for an amount not to exceed $9,000,000 and with a duration of 
eight (8) years, or, in the event negotiations are not successful or City requirements are not 
satisfied, to negotiate and execute a professional services agreement with the next highest ranked 
proposer. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of March 20, 2020 


pllorar Mted- 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


RESOLUTION NO.: 20-0056 


WHEREAS, The Potrero Power Station Mixed-Use Project (“Project”) is a mixed-use 
development project at the at the approximately 29-acre site generally bound by 22nd Street to 
the north, the San Francisco Bay to the east, 23rd Street to the south and Illinois Street to the 
west, in the southeast part of San Francisco; and 


WHEREAS, The proposed Project will be built in up to six phases and include 
developing approximately 2.5 million square feet (“sq ft”) of residential space (2,601 dwelling 
units), 1.8 million sq ft of retail and commercial uses, 650,000 sq ft of life science/laboratory, 
240,000 sq ft of hotel (250 rooms), and 35,000 sq ft of Production, Distribution, and Repair 
(“PDR”) uses. Additionally, it includes 25,000 square feet of entertainment/assembly uses, 
50,000 square feet of community facilities, up to 2,686 off-street automobile parking spaces, and 
6.9 acres of publicly accessible open space; and 


WHEREAS, The proposed Project would also feature newly created public streets, 
pedestrian paths, cycle tracks, and the continuation of the Bay Trail. 


WHEREAS, The Project is supported by extensive investments in infrastructure, 
including new potable and non potable water distribution systems, auxiliary water supply 
facilities, stormwater management improvements, separated storm and sanitary sewer systems, 
power facilities, and street lighting; and 


WHEREAS, The Project is being reviewed for approval through a Development 
Agreement by and between the City and California Barrel Company, LLC (“Developer’’); and 


WHEREAS, The proposed Development Agreement recognizes that, in exchange for 
defined public benefits, the Project will only be subject to certain defined ordinances, 
regulations, rules and policies governing the design, construction, fees and exactions, use or 
other aspects of the Project; and 


WHEREAS, The Development Agreement requires new horizontal infrastructure 
development to serve the Project; and, 


WHEREAS, The SFPUC’s responsibilities for the operation and maintenance of certain 
infrastructure improvements constructed on Port property pursuant to the Development 
Agreement and Infrastructure plan are contingent on the execution of a Memorandum of 
Understanding (“MOU”) to be developed between the Port, SFPUC, and other relevant City 
agencies; and 


WHEREAS, Developer will provide the SFPUC with all Project information the SFPUC 
requires to determine the feasibility of providing electric service to the Project Site per the 
Development Agreement and Infrastructure Plan; and 


WHEREAS, The SFPUC will complete the Feasibility Study within six (6) months after 
the date that Developer provides to the SFPUC all Project information needed to complete the 
Feasibility Study; and 


WHEREAS, An Environmental Impact Report (EIR) was prepared for the Potrero Power 
Station Mixed-Use Project; and 


WHEREAS, At the January 30, 2020 hearing, the Planning Commission certified the 
Final Environmental Impact Report (FEIR) by Motion No. M-20635, and on the same date, the 
Planning Commission adopted findings in accordance with the California Environmental Quality 
Act (CEQA Findings) including a Statement of Overriding Considerations, and a Mitigation 
Monitoring and Reporting Program (MMRP) in Motion No. M-20636; and 


WHEREAS, The project files, including the Final EIR (FEIR) and the Potrero Power 
Station Project CEQA Findings have been made available for review by the SFPUC and the 
public and those files are part of the record before this Commission; and 


WHEREAS, This Commission has reviewed and considered the information contained in 
the FEIR, the findings contained in Planning Commission Motions Nos. M-20635 and M-20636, 
and all written and oral information provided by the Planning Department, the public, relevant 
public agencies, SFPUC and other experts and the administrative files for the Project; and 


WHEREAS, The SFPUC has reviewed the Utility-Related Mitigation Measures in the 
MMRP; now, therefore, be it 


RESOLVED, This Commission has reviewed and considered the FEIR and record as a 
whole, finds that the FEIR is adequate for its use as the decision—making body for the action 
taken herein and hereby adopts the CEQA Findings, including the Statement of Overriding 
Considerations and adopts the Mitigation Monitoring and Reporting Program and incorporates 
the CEQA findings contained in Planning Commission Motion Nos. M-20635 and M-20636 by 
this reference thereto as though set forth in this Resolution; and be it 


FURTHER RESOLVED, This Commission further finds that since the FEIR was 
finalized, there have been no substantial project changes and no substantial changes in project 
circumstances that would require major revisions to the FEIR due to the involvement of new 
significant environmental effects or an increase in the severity of previously identified significant 
impacts, and there is no new information of substantial importance that would change the 
conclusions set forth in the FEIR; and be it 


FURTHER RESOLVED, That this Commission hereby consents to the Development 
Agreement between the City and the Developer substantially in the form and on the terms as 
outlined in the Development Agreement with respect to the items under the SFPUC’s 
jurisdiction, and authorizes the General Manager to execute the SFPUC Consent to the 
Development Agreement attached to the Development Agreement on behalf of this Commission; 
and be it 


FURTHER RESOLVED, That if the SFPUC determines it is feasible to provide 
electricity for the Project Site, the SFPUC will provide electric power to the project pursuant to 
its Rules and Regulations for electric service and the Commission authorizes the General 
Manager to execute an Electric Service Agreement with Developer for such purpose; and be it 


FURTHER RESOLVED, That, subject to appropriation of any necessary funds, this 
Commission authorizes the SFPUC General Manager, to take any and all steps (including, but 
not limited to, the execution and delivery of any and all land use approvals, easements, 
entitlements, permits, agreements, notices, consents, and other instruments or documents) as he 
or she deems necessary or appropriate, in consultation with the City Attorney, in order to 
consummate and perform its obligations under the Development Agreement in accordance with 
this Resolution and legislation by the Board of Supervisors, or otherwise to effectuate the 
purpose and intent of this Resolution and such legislation; and be it 


FURTHER RESOLVED, That, in the event that implementation of the Development 
Agreement and Infrastructure Plan necessitates the vacation of any streets or easements in which 
the SFPUC has assets or an ownership interest, the Commission hereby declares such assets to be 
surplus to its utility needs conditioned upon the Developer’s satisfaction of all obligations in the 
Development Agreement and Infrastructure Plan and subject to SFPUC’s receipt of assets or 
other consideration of equivalent value; and be it 


FURTHER RESOLVED, That, by consenting to the Development Agreement between 
the City and the Developer, the Commission does not intend to in any way limit, waive or 
delegate to other City entities the exclusive authority of the SFPUC as set forth in Article VIUB 
of the City's Charter; and be it 


FURTHER RESOLVED, That the approval under this Resolution shall take effect upon 
the effective date of the Board of Supervisors legislation approving the Development Agreement. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities Commission at 


its meeting of March 10, 2020. 


Secretary, Public Utilities Commission 


- 3 oe Doe 
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PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0057 


WHEREAS, On June 8, 2010, per Resolution No. 10-0096, this Commission awarded 
Agreement No. CS-911R, Construction Management (CM) Services — Calaveras Dam 
Replacement Project, and authorized the General Manager of the San Francisco Public Utilities 
Commission (SFPUC) to negotiate and execute a professional services agreement in the amount 
of $38,000,000, and with a duration of five years and six months, concluding on February 2, 
2016, with Black and Veatch Corporation, subject to Board of Supervisors’ approval pursuant to 
Charter section 9.118; and 


WHEREAS, On July 12, 2011, per Resolution No. 11-0114, this Commission awarded 
Amendment No. |, to extend the agreement duration by six months for a total agreement 
duration of six years, and with no change to the agreement value, however, the amendment was 
never executed; and 


WHEREAS, On February 24, 2015, per Resolution Nos. 15-0055 and 15-0056, this 
Commission authorized Amendment Nos. 2-3 to extend the agreement duration by two years, ten 
months, for a total agreement duration of eight years, ten months, and to increase the agreement 
value by $30,000,000, subject to Board of Supervisors approval, which was obtained by Board 
Resolution No. 104-15; and 


WHEREAS, On February 12, 2019, per Resolution No. 19-0031, this Commission 
authorized Amendment No. 4, to increase the agreement amount by $3,800,000 for a total not-to- 
exceed agreement amount of $71,800,000, and to extend the term by ten months for a total not- 
to-exceed duration of nine years, eight months, subject to Board of Supervisors approval, which 
was obtained by Board Resolution No. 158-19; and 


WHEREAS, Amendment No. 5 is being requested to increase the agreement duration by 
nine months, for a total agreement duration of ten years, five months, concluding on December 
31, 2020, with no change in the agreement amount, in order to provide continued construction 
management support during completion of construction and project close-out activities; and 


WHEREAS, The Contract Monitoring Division established a subconsulting goal of 14% 
Local Business Enterprise participation of the total labor value of the services to be provided, 
excluding specialized naturally occurring asbestos compliance monitoring and advisory services; 
and 


WHEREAS, Funds for this agreement are available from Project CUW37401 — Calaveras 
Dam Replacement; now, therefore, be it 


RESOLVED, That this Commission hereby approves Amendment No. 5 to Water 
Enterprise, Water System Improvement Program-funded Agreement No. CS-911R, Construction 
Management (CM) Services — Calaveras Dam Replacement Project, with Black and Veatch 
Corporation, to provide construction management services through the end of construction and 
the project close-out activities, authorizes the General Manager to negotiate and execute 
Amendment No. 5, extending the agreement term by nine months for a total agreement duration 
of ten years, five months, and with no change to the agreement value. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of March 10, 2020. 


Alora Mbsed 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0058 


WHEREAS, The City and County of San Francisco has sought to provide electric 
service throughout the City since 1913 and has been providing electric service to City 
facilities since 1918; and 


WHEREAS, Ina letter dated January 14, 2019, Mayor London Breed asked the 
SFPUC to prepare an analysis of the options for ensuring safe and reliable electric service 
throughout the City, including the possibility of acquiring the PG&E electric distribution 
and transmission infrastructure assets that serve the City (PG&E Assets); and 


WHEREAS, On April 9, 2019, the Board of Supervisors (Board) adopted Resolution 
No. 174-19 determining that the public interest and necessity required changing the electric 
service provided in the City and requesting the SFPUC to prepare a report on options for 
improving electric service in the City through acquisition, construction, or completion of 
public utilities pursuant to Charter Section 16.101; and 


WHEREAS, On May 13, 2019, the SFPUC submitted a report to Mayor Breed and 
the Board (SFPUC Report) analyzing three options for power independence, including (1) 
continued reliance on PG&E for electricity distribution service, (2) targeted investments in 
electric grid infrastructure to lessen the City's reliance on PG&E, and (3) full power 
independence through acquisition of the PG&E Assets; and 


WHEREAS, The SFPUC Report concluded that acquisition of the PG&E Assets is 
the only option that would allow the City to meet its goals for affordable, safe, and reliable 
service; protection of the environment and climate goals; transparency and public 
accountability; workforce development; and equity; and 


WHEREAS, The City has engaged a number of expert consultants to assist it 
with analyzing the acquisition of the PG&E Assets, including in the areas of utility 
asset valuation, finance, utility rates, labor, engineering, and operations; and 


WHEREAS, On September 6, 2019, Mayor Breed and City Attorney Herrera 
submitted to PG&E a non-binding indication of interest to acquire the PG&E Assets 
for $2.5 billion in connection with the PG&E bankruptcy cases; and 


WHEREAS, This $2.5 billion would compensate PG&E for the value of its assets 
and provide funds that could be used to benefit ratepayers or pay fire victims; and 


WHEREAS, The asset purchase would be financed using revenue bonds approved 
by this Commission and the Board of Supervisors and repaid from the revenue collected 
by providing electric service throughout San Francisco; and 


WHEREAS, Prior to approving bonds, this Commission would require 
satisfaction of conditions established in Resolution 20-0011; now, therefore, be it 


RESOLVED, That this Commission confirms its support for the City’s continued efforts 
to acquire the PG&E assets necessary to provide service in San Francisco; and be it 


FURTHER RESOLVED, That this Commission confirms its commitment to the 
priorities and conditions identified in this Resolution and accompanying materials, including the 
following: financial stability, support for utility workforces, community and worker safety, 
climate change prevention and mitigation, affordability and equity, operational excellence, and 
improved service to City Departments. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities Commission at 


its meeting of March 10, 2020 


Secretary, Public Utilities Commission 
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SAN FRANCISCO PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


London N. Breed 
Mayor 


AGENDA 
JOINT SPECIAL MEETING WITH THE 


San Francisco Public Utilities Commission 
and 
The San Francisco Board of Supervisors 
Tuesday, March 10, 2020 
4:00 P.M. 


(Note different time and meeting location) 


Board of Supervisors Legislative Chamber, Room 250 
City Hall, 1 Dr. Carlton B. Goodlett Place 
San Francisco, CA 94102 


Commissioners 
Ann Moller Caen, President 
Francesca Vietor, Vice President 
Anson Moran 
Sophie Maxwell 
Tim Paulson 


Harlan L. Kelly, Jr. 
General Manager 


Donna Hood 
Secretary 





For information, contact the Commission Secretary at 415-554-3165 
Minutes and other information are available on the SFPUC web site: 
www. sfwater.org 
Gavel-to-Gavel coverage available at: 


http://sanfrancisco. granicus.com/ViewPublisher.php?view_id=22 


Accessible Meeting Policy: The San Francisco Public Utilities Commission meeting will be held in Room 250, at 1 Dr. Carlton 
B. Goodlett Place (400 Van Ness Ave.), San Francisco, CA. The closest accessible BART station is the Civic Center Station at 
United Nations Plaza and Market Street. Accessible MUNI lines serving this location are: MUNI Metro Lines J-Church, K- 
Ingleside, L-Taraval, M-Ocean View, N-Judah and T-Third at Van Ness and Civic Center Stations; F-Market; 19-Polk, 47-Van 
Ness; 49-Mission-Van Ness; 5-Fulton; 6-Parnassus, 21-Hayes; 9-San Bruno; and 7-Haight Noriega. For information about 
MUNI accessible services call 701.4485. 


The meeting room is wheelchair accessible. Accessible curbside parking spaces have been designated on the Van Ness 
Avenue and McAllister Street perimeters of City Hall for mobility-impaired persons. There is accessible parking available 
within the Civic Center Underground Parking Garage at the corner of McAllister and Polk Streets, and within the Performing 
Arts Parking Garage at Grove and Franklin Streets. 


To obtain a disability-related accommodation, including auxiliary aids or services, or to obtain meeting materials in alternative 
format, please contact Donna Hood at 415.554.3165. Providing at least 72 hours notice will help to ensure availability. Written 
reports or background materials for calendar items are available for public inspection and copying at 525 Golden Gate Ave., 
13" Floor during regular business hours and are available on-line at http://www. sfwater.org/index.aspx?page=167. 


To assist the City’s efforts to accommodate persons with severe allergies, environmental illnesses, multiple chemical 
sensitivity or related disabilities, attendees at public meetings are reminded that other attendees may be sensitive to various 
chemical based products. Please help the City to accommodate these individuals. 


The ringing of and use of cell phones, pagers and similar sound-producing electronic devices are prohibited at this meeting. 
Please be advised that the President may order the removal from the meeting room of any person(s) responsible for the 
ringing or use of a cell phone, pager, or other similar sound-producing electronic devices. 


Know Your Rights Under the Sunshine Ordinance: Government's duty is to serve the public, reaching its decision in full 
view of the public. Commissions, boards, councils and other agencies of the City and County exist to conduct the people's 
business. This ordinance assures that deliberations are conducted before the people and that City operations are open to 
the people's review. For more information on your rights under the Sunshine Ordinance or to report a violation of the 
ordinance, contact Administrator, by mail to Sunshine Ordinance Task Force, 1 Dr. Carlton B. Goodlett Place, Room 244, 
San Francisco, CA 94102.4689; by phone at 554.7724; by fax at 554.7854: or by email at sotf@sfgov.org. 





Copies of the Sunshine Ordinance can be obtained from the Clerk of the Sunshine Task Force, the San Francisco Public 
Library and on the City’s website at http:/Avww.sfgov.org. 


311 Free Lanquage Assistance: $¢ #88 = 148) / Ayuda gratuita con el idioma / BecnilaTHad MOMOMb NepeBogyHKos / 
Tro gitip Thong dich Mién phi / Assistance linguistique gratuite / #£#}O Sah sctz / Pe 0101 / ALA / aaa awmad 
nn‘ “Tad luce a’aartay ru / Libreng tulong para sa wikang Tagalog atwad 





Lobbyist Registration and Reporting Requirements: Individuals and entities that influence or attempt to influence local 
legislative or administrative action may be required by the San Francisco Lobbyist Ordinance [SF Campaign & Governmental 
Conduct Code §2.100] to register and report lobbying activity. For more information about the Lobbyist Ordinance, please 
contact the San Francisco Ethics Commission at 25 Van Ness Avenue, Suite 220, San Francisco, CA 94102: telephone (415) 
252-3100; fax (415) 252-3112; web site at www.sfgov.org/ethics. 





CEQA Appeal Rights under Chapter 31 of the San Francisco Administrative Code: If the Commission’s action on a 
project constitutes the Approval Action for that project (as defined in S.F. Administrative Code Chapter 31, as amended, Board 
of Supervisors Ordinance Number 161-13), then the CEQA determination prepared in support of that Approval Action is 
thereafter subject to appeal within the time frame specified in S.F. Administrative Code Section 31.16. Typically, an appeal 
must be filed within 30 calend ar days of the Approval Action for a project that has received an exemption or negative 
declaration pursuant to CEQA. For information on filing an appeal under Chapter 31, contact the Clerk of the Board of 
Supervisors at City Hall, 1 Dr. Carlton B. Goodlett Place, Room 244, San Francisco, CA 94102, or call (415) 554-5184. If the 
Planning Department's Environmental Review Officer has deemed a project to be exempt from further environmental review, 
an exemption determination has been prepared and can be obtained on-line at http:/Avww.st- 

planning. org/index.aspx?page=3447.Under CEQA, in a later court challenge, a litigant may be limited to raising only those 
issues previously raised at a hearing on the project or in written correspondence delivered to the Board of Supervisors, 
Planning Commission, Planning Department or San Francisco Public Utilities Commission at, or prior to, such hearing, or as 
part of the appeal hearing process on the CEQA decision. 





. Roll Call 


. Public Comment on matters to be addressed during Closed Session 


. Motion on whether to assert the attorney-client privilege regarding the matters listed 
below as Conference with Legal Counsel 


JOINT CLOSED SESSION 
CONFERENCE WITH CITY ATTORNEY - Existing Litigation 


. [Joint Closed Session - Board of Supervisors - Existing Litigation - Pacific 
Gas and Electric Company - March 10, 2020, at 4:00 p.m.] 

Joint closed session with the Board of Supervisors and the Public Utilities 
Commission on March 10, 2020, at 4:00 p.m., pursuant to California Government 
Code, Section 54956.9(a), and San Francisco Administrative Code, Section 
67.10(d)(1), for the purpose of conferring with, or receiving advice from, the City 
Attorney regarding the following existing litigation in which the City is a petitioner 
and Pacific Gas & Electric Company is an adverse party: In re: PG&E 
Corporation and Pacific Gas & Electric Company, United States Bankruptcy 
Court, Northern District of California, Case No. 9-30088-DM, filed January 29, 
2019; Federal Energy Regulatory Commission Case No. EL 19-38-000, filed 
January 28, 2019; Federal Energy Regulatory Commission Case No. ER18-1482- 
000, filed April 30, 2018; Federal Energy Regulatory Commission Case No. 
ER18-1102-000, filed March 15, 2018; Federal Energy Regulatory Commission 
Case No. ER18-790-000, filed, February 2, 2018; Federal Energy Regulatory 
Commission Case No. ER18-768-000, filed January 31, 2018; Federal Energy 
Regulatory Commission Case No. ER18-198-000, filed October 31, 2017; 
Federal Energy Regulatory Commission Case No. ER17-2406-000, filed August 
31, 2017; Federal Energy Regulatory Commission Case No. ER17-2181-000, 
filed July 31, 2017; Federal Energy Regulatory Commission Case No. ER17- 
2204, filed July 31, 2017; Federal Energy Regulatory Commission Case No. 
ER17-1509-000, filed May 1, 2017; Federal Energy Regulatory Commission Case 
No. ER17-910-000, filed January 31, 2017; Federal Energy Regulatory 
Commission Case No. EL 15-3-000, filed October 10, 2014; Federal Energy 
Regulatory Commission Case No. ER15-702-000, filed December 23, 2014: 
Federal Energy Regulatory Commission Case No. ER15-703-000, filed 
December 23, 2014; Federal Energy Regulatory Commission Case No. 
ER15-704-000, filed December 23, 2014; Federal Energy Regulatory Commission 
Case No. ER15-705-000, filed December 23, 2014; Federal Energy Regulatory 
Commission Case No. ER15-735-000, filed December 23, 2014; California Public 
Utilities Commission Case No. 1.15-08-019, filed February 25, 2015; California 
Public Utilities Commission Case No. R.18-10-007, filed October 25, 2018; 
California Public Utilities Commission Case No. R.19-01-006, filed January 10, 
2019; and California Public Utilities Commission Case No. R.19-09-016, filed 
January 10, 2019; scheduled pursuant to Motion No. M20-020, approved on 
February 11, 2020. (Clerk of the Board) 


Closed Session: The Board of Supervisors and Public Utilities Commission shall 
confer with the City Attorney. 


5. Motion regarding whether to disclose or not disclose the discussions during Closed 
Session pursuant to San Francisco Administrative Code Section 67.12 (a) 


6. Adjournment 
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SAN FRANCISCO PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


London N. Breed 
Mayor 


NOTICE OF CANCELLED MEETING 


Notice is hereby given that the regular meeting of the San Francisco Public Utilities 
Commission scheduled for Tuesday, March 24, 2020, at 1:30 p.m., at 1 Dr. Carlton 
B. Goodlett Place, Room 400, City Hall, San Francisco, California has been 


CANCELLED 


Donna Hood, Commission Secretary 


Commissioners 
Ann Moller Caen, President 
Francesca Vietor, Vice President 
Anson Moran 
Sophie Maxwell 
Tim Paulson 


Harlan L. Kelly, Jr. 
General Manager 


Donna Hood 
Secretary 





For information, contact the Commission Secretary at 415-554-3165 
Minutes and other information are available on the SFPUC web site: 


www.sfwater.org 


San Francisco Public Utilities Commission 
525 Golden Gate Avenue, 13" Floor 
San Francisco, CA 94102 


San Resco 
| Water F : 
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SAN FRANCISCO PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


London N. Breed 
Mayor 


REGULAR MEETING AGENDA 
Tuesday, April 14, 2020 
1:30 P.M. 


This meeting is being held by Teleconference Pursuant to the Governor’s Executive 
Order N-29-20 and the Fifth Supplement to Mayoral Proclamation Declaring the 
Existence of a Local Emergency 


WATCH: 
https://www.sfgovtv.org/sfpuc 


PUBLIC COMMENT CALL-IN: 
USA Toll-Free: 888-273-3658 
ACCESS CODE: 3107452 


During the Coronavirus Disease (COVID-19) emergency, the San Francisco Public Utilities 
Commission (SFPUC)’s regular meeting room, City Hall, Room 400, is closed. Commissioners 
and SFPUC staff will convene remotely. The public is encouraged to submit comments in 
advance of the meeting by emailing comments to Commission@sfwater.org, or by leaving your 
comments via voice mail at 415-554-3165. Comments submitted no later than 5 PM the 
Monday before the meeting will be included in the record. 


Commissioners 
Ann Moller Caen, President 
Francesca Vietor, Vice President 
Anson Moran 
Sophie Maxwell 
Tim Paulson 


Harlan L. Kelly, Jr. 


General Manager 


Donna Hood 
Secretary 
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Remote Meeting Access 


WATCH: 
https://www.sfgovtv.org/sfpuc 


PUBLIC COMMENT CALL-IN: 
USA Toll-Free: 888-273-3658 
ACCESS CODE: 3107452 


Providing Public Comment - Instructions 


DIAL the Toll-Free number listed above for the meeting (above). 
Enter the ACCESS CODE (above) then press #. 
Press # again to join the meeting as a participant. 
When you hear that “you are connected to the meeting as a participant’: 

a) STOP and LISTEN 

b) Wait for Public Comment to be announced (either by item # or for General 

Public Comment) 

When the Secretary calls Public Comment, dial ‘1’ then ‘0’ to be added to the 
speaker line. 
When the system message says you will be notified when the speaker is ready for 
your question and to withdraw your question, press ‘1’ then ‘0’. WAIT for your turn 
to speak. 
When the system message says your line is unmuted, provide your comment after the 
tone [BEEP] — THIS IS YOUR OPPORTUNITY TO PROVIDE YOUR PUBLIC 
COMMENT after the beep (this is not a question-and-answer period, this is your time 
to provide comment). 
You will have the standard 3 minutes to provide your comments. 
Once your 3 minutes have ended, you will be moved out of the speaker line and back 
listening as a participant in the meeting (unless you disconnect). 


10. Participants who wish to speak on the other items on the agenda or for other comment 


periods may stay on the meeting line and listen for the Secretary’s next prompt. 


BEST PRACTICES 
Call from a quiet location 
Speak slowly and clearly 
Turn down any televisions or radios around you 
Address the Commission as a whole, do not address individual Commissioners 





Accessible Meeting Policy: To obtain meeting materials in alternative format, please contact the Commission Secretary at 
415-554-2165 or via email at Commission@sfwater.org. Providing at least 72 hours notice will help to ensure availability. 
Written reports or background materials for calendar items are available on-line at 


htto://www.sfwater.org/index.aspx?page=167. 


Know Your Rights Under the Sunshine Ordinance: Government's duty is to serve the public, reaching its decision in full 
view of the public. Commissions, boards, councils and other agencies of the City and County exist to conduct the people's 
business. This ordinance assures that deliberations are conducted before the people and that City operations are open to 
the people's review. For more information on your rights under the Sunshine Ordinance or to report a violation of the 
ordinance, contact Administrator, by mail to Sunshine Ordinance Task Force, 1 Dr. Carlton B. Goodlett Place, Room 244, 
San Francisco, CA 94102.4689; by phone at 554.7724: by fax at 554.7854; or by email at sotf@sfgov.org. Copies of the 
Sunshine Ordinance can be obtained from the Clerk of the Sunshine Task Force, the San Francisco Public Library and on 
the City’s website at http://www.sfgov.org. 





311 Free Lanquage Assistance: 7% a8 5 Hii) / Ayuda gratuita con el idioma / Becn.taTHaa MOMOLIb MepeBOsAdHKoB / 
Tro gittp Thong dich Mién phi / Assistance linguistique gratuite / ###+}O Sas cik / PE O01 / AE / ar“ ewnaad 
w‘san“e “Tor lue a’aartaa 14 / Libreng tulong para sa wikang Tagalog stuad 





Lobbyist Registration and Reporting Requirements: Individuals and entities that influence or attempt to influence local 
legislative or administrative action may be required by the San Francisco Lobbyist Ordinance [SF Campaign & Governmental 
Conduct Code §2.100] to register and report lobbying activity. For more information about the Lobbyist Ordinance, please 
contact the San Francisco Ethics Commission at 25 Van Ness Avenue, Suite 220, San Francisco, CA 94102; telephone (415) 
252-3100; fax (415) 252-3112; web site at www.sfgov.org/ethics. 





CEQA Appeal Rights under Chapter 31 of the San Francisco Administrative Code: If the Commission’s action on a 
project constitutes the Approval Action for that project (as defined in S.F. Administrative Code Chapter 31, as amended, Board 
of Supervisors Ordinance Number 161-13), then the CEQA determination prepared in support of that Approval Action is 
thereafter subject to appeal within the time frame specified in S.F. Administrative Code Section 31.16. Typically, an appeal 
must be filed within 30 calendar days of the Approval Action for a project that has received an exemption or negative 
declaration pursuant to CEQA. For information on filing an appeal under Chapter 31, contact the Clerk of the Board of 
Supervisors at City Hall, 1 Dr. Carlton B. Goodlett Place, Room 244, San Francisco, CA 94102, or call (415) 554-5184. If the 
Planning Department’s Environmental Review Officer has deemed a project to be exempt from further environmental review, 
an exemption determination has been prepared and can be obtained on-line at http://www.st- 
planning.org/index.aspx?page=3447. Under CEQA, in a later court challenge, a litigant may be limited to raising only those 
issues previously raised at a hearing on the project or in written correspondence delivered to the Board of Supervisors, 
Planning Commission, Planning Department or San Francisco Public Utilities Commission at, or prior to, such hearing, or as 
part of the appeal hearing process on the CEQA decision. 





ORDER OF BUSINESS 


he 
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1, 


Call to Order 


Roll Call 


Approval of the Minutes of March 10, 2020 


General Public Comment 
Members of the public may address the Commission on matters that are within the 
Commission’s jurisdiction and are not on today’s agenda 


Communications (discussion only) 
a) Correspondence Log 


b 


f) 


Cc 
d 
= 


Contract Advertisement Report 

Annual Electric Reliability Compliance Program Report 

Annual Comprehensive Financial Report and Annual Popular Financial Report 
Annual Report on NEM/ShaRE 

Water Supply Conditions Update 


. Report of the General Manager (discussion only) 


a) Update on SFPUC Operations During COVID-19 Emergency 


New Commission Business (discussion) 


CONSENT CALENDAR 


8. All matters listed hereunder constitute a Consent Calendar, are considered to be routine 
by the San Francisco Public Utilities Commission and will be acted upon by a single 
vote of the Commission. There will be no separate discussion of these items unless a 
member of the Commission or the public so requests, in which event the matter will be 
removed from the Calendar and considered as a separate item. 


20005Ya) Accept work performed by K.W. Emerson, Inc. for Contract No. HH-980, Lower 


200060 


200061 


b) 


C) 


Cherry Aqueduct Rehabilitation, for a total contract amount of $2,834,145, anda 
total contract duration of 393 consecutive calendar days (approximately one year:, 
and one month); and authorize final payment to the contractor. (How) 


Accept work performed by Sierra Mountain Construction, Inc. for Contract No. HH- 
993, Early Intake Switchyard Slope Hazard Mitigation Project; approve Modification 
No. 1 (Final), decreasing the contract amount by $49,280, for a total contract 

amount of $1,041,960; and authorize final payment to the contractor. (How) — 


Approve an increase of 429 calendar days (approximately one year and two 
months) to the contract duration contingency for Contract No. WD-2729, Fish 
Passage Facilities within the Alameda Creek Watershed, a sub-project of the 
Calaveras Dam Replacement Project; and authorize the General Manager to 
approve future modifications to the contract for a total contract duration of up to 


f 
200064 


9) 


200065 


1,718 consecutive calendar days (approximately four years and eight months), with 
no change to the contract amount. (How) 


Approve an increase of 215 consecutive calendar days (approximately seven 
months) to the existing contract duration contingency for Contract No. WD-2794A, 
Sunol Long Term Improvements Sunol Yard, with S.J. Amoroso Construction 
Company, Inc.; and authorize the General Manager to approve future modifications 
to the contract for a total contract duration of up to 1,201 consecutive calendar days 
(approximately three years and three months), with no change to the contract 
amount. (How) 


Approve an increase of 306 calendar days (approximately 10 months) to the 
existing contract duration contingency for Contract No. WD-2818, Sunol Valley 
Water Treatment Plant SCADA Server Room, with Integra Construction Services, 
Inc.; and authorize the General Manager to approve future modifications to the 
contract for a total contract duration of up to 652 consecutive calendar days 
(approximately one year and nine months), with no change to the contract amount. 
(How) 


Accept work performed by Sukut Construction, LLC for Contract No. WD-2855, 
Turner Dam Spillway and Pond F3 East Erosion Repair Project; approve 
Modification No. 3 (Final), decreasing the contract amount by $94,656 for a total 
contract amount of $1,487,454, and increasing the contract duration by 22 days for 
a total contract duration of 232 consecutive calendar days (approximately eight 
months); and authorize final payment to the contractor. (How) 


Approve an increase of 625 consecutive calendar days (approximately one year 
and nine months) to the existing contract duration contingency for Contract No. 
WW-570, Oceanside Water Pollution Control Plant and Westside Pump Station 
HVAC Upgrades; and authorize the General Manager to approve future 
modifications to the contract for a total revised contract duration of up to 1,345 
consecutive calendar days (approximately three years and nine months), with no 
change to the contract amount. (How) 


Accept work performed by Shaw Pipeline, Inc. for Contract No. WW-633, Various ~ 
Locations Sewer Replacement No. 2; approve Modification No. 9 (Final), 
decreasing the contract amount by $113,868, for a total contract amount of 
$7,218,710, and authorize final payment to the contractor. (How) 


Approve an increase of 145 calendar days (approximately five months) to the 
contract duration contingency for Contract No. WW-651, Griffith Pump Station 
Improvements, with Western Water Contractors, Inc.; and authorize the General 
Manager to approve future modifications to the contract for a total contract duration 
of up to 1,020 consecutive calendar days (approximately two years and 10 months), 
with no change to the contract amount. (How). 


REGULAR CALENDAR 


2) 


Approve Amendment No. 2 to Agreement No. CS-1053, Interpretive and 
Archaeological Services, with the Muwekma Ohlone Tribe, to assist with 
archaeological monitoring of construction activities at the Alameda Creek Watershed 


290068Center site, removal of human remains exposed due to construction activities at the 


OE 


200069 


tale 


200070 


Center site, and the development of interpretive exhibits and education programs for 
the Center; and authorize the General Manager to execute this amendment increasing 
the agreement amount by $150,000, for a total not-to-exceed agreement amount of 
$508,000, and with a time extension of three years, for a total agreement duration of 
seven years, eight months. (Ritchie) 


Approve the plans and specifications, and award Contract No. WW-694, Lincoln 
Way/48th Ave Diversion Structure Modification, in the amount of $967,980 and with a 
duration of 90 consecutive calendar days (two months), to the responsible bidder 
submitting the lowest responsive bid, Marinship Development Interest, LLC, to modify 
the existing sewer diversion junction structure at the intersection of Lincoln Way and 
48th Avenue in the City and County of San Francisco. This action constitutes the 
Approval Action for the project for the purposes of CEQA, pursuant to Section 
31.04(h) of the San Francisco Administrative Code. (How) 


Public hearing and possible action to Approve the March 2020 Proposed Revised 
Water System Improvement Program (WSIP), which would extend the completion 
dates of five WSIP projects and the overall program completion date of WSIP from 
December 20, 2021 to May 5, 2023, and direct staff to send a Notice of Change 
Report to the State Water Resources Control Board and the Alfred E. Alquist Seismic 
Safety Commission in compliance with Water Code Section 73500 et seq. 

(How) 


12. Adjournment 


San Francisco 
Water 


Services of the San Francisco Public Utilities Commission 





SAN FRANCISCO PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


London N. Breed 
Mayor 


MINUTES 
Tuesday, April 14, 2020 


1:30 P.M. 
(Approved April 28, 2020) 


This meeting was held by Teleconference Pursuant to the Governor’s Executive Order 
N-29-20 and the Fifth Supplement to Mayoral Proclamation Declaring the Existence of a 
Local Emergency 


Commissioners 
Ann Moller Caen, President 
Francesca Vietor, Vice President 
Anson Moran 
Sophie Maxwell 
Tim Paulson 


Harlan L. Kelly, Jr. 


General Manager 


Donna Hood 
Secretary 





. Call to Order 
President Caen called the meeting to order at 1:31 PM. 


. Roll Call 
Present: Caen, Vietor, Moran, Maxwell and Paulson 


. Approval of the Minutes of March 10, 2020 
On motion to approve the minutes of March 10, 20020 


Ayes: Caen, Vietor, Moran, Maxwell and Paulson 
No public comment. 


. General Public Comment 

e The Commission Secretary read a letter submitted by Dave Warner regarding the 
Bay Delta. 

e Peter Drekmeier, Tuolumne River Trust (TRT), thanked the Commission for holding 
the meeting via teleconference. He noted the 50th anniversary of Earth Day, the 
creation of the Environmental Protection Agency, Clean Water, Clean Air and 
Endangered Species Acts. He discussed the creation of Don Pedro Dam, salmon 
runs on the Tuolumne, reduced flows, and noted that fewer salmon ae spawning. 

e Jessie Raider echoed statements made by Peter Drekmeier and Dave Warner. She 
discussed her conservation efforts in support of the environment. She stated water 
held in dams are not benefiting fish. She discussed the TRT’s interim proposal. 

e Susan Stansbury stated the environment is her motivation for conservation. She 
expressed support for the TRT’s interim proposal. She discussed the loss of salmon 
habitat and encouraged the sharing of water with all species. 

e Bill Martin, Sierra Club Bay Chapter, Water Committee, expressed support for the 
TRT’s interim proposal for 40% unimpaired flow. 

e Norma Wallace echoed prior speaker's support of the TRT’s proposal and 
expressed concerns for the fish. 

e Mary Butterwick indicated that she shared her concerns at the February 25" 
Commission meeting regarding insufficient instream flows on the Tuolumne. 

e John (inaudible) asked the Commission to look at TRT’s interim proposal and 
expressed concerned with health of the Tuolumne. 

e Libby Higgs, Modesto, expressed support TRT’s proposal and their efforts to 
restore the river to its natural habitat. 

e Francisco DaCosta discussed the Sewer System Improvement Program and cost 
increases. He indicated that stationary engineers are stressed. He expressed 
agreement with comments made by Peter Drekmeier. 


. Communications 


a) Correspondence Log 
b) Contract Advertisement Report 
c) Annual Electric Reliability Compliance Program Report 
d) Annual Comprehensive Financial Report and Annual Popular Financial Report 
e) Annual Report on NEM/ShaRE 
t 





No public comment. 


President Caen thanked the City government representatives, civic leaders, and city 
workers for their service during the COVID-19 emergency. She thanked Mayor Breed 
for her decisive action to be the first in the nation to establish stay-at-home orders. 
President Caen recognized leaders at the Department of Public Health and Department 
of Emergency management for their work to combat COVID-19. She thanked the 
General Manager (GM), SFPUC Executive Team, and SFPUC employees for their work 
to ensure essential services continue. 


6. Report of the General Manager (GM) 


a) Update on SFPUC Operations During COVID-19 Emergency 
GM Kelly updated the Commission on the impact of COVID-19 on SFPUC 


operations. He noted the SFPUC’s Departmental Operations Center and the City’s 
Emergency Operation Centers have been activated and are staffed. He discussed 
efforts being undertaken to ensure cleaning of SFPUC facilities and for health 
screening for employees. He indicated he is reviewing the hiring process to evaluate 
mission-critical positions. GM Kelly thanked the Commission for their patience and 
understanding and noted that it may take longer to set up meetings regarding topics 
of their concern. 


Vice President (VP) Vietor and Commissioner Paulson thanked the GM and staff for 
their work, and for their efforts to provide a safe working environment for employees 
and contractors working on infrastructure projects. 


Public Comment 

e Francisco DaCosta discussed the role of the incident commander. He expressed 
concern with the situation at the navigation centers and hot spots. He stated that 
stationary engineers are overworked. 


7. New Commission Business 
None. 


8. Consent Calendar 


a) Accept work performed by K.W. Emerson, Inc. for Contract No. HH-980, Lower 
Cherry Aqueduct Rehabilitation, for a total contract amount of $2,834,145, anda 
total contract duration of 393 consecutive calendar days; and authorize final 
payment to the contractor. (Resolution 20-0059) 


b) Accept work performed by Sierra Mountain Construction, Inc. for Contract No. HH- 


993, Early Intake Switchyard Slope Hazard Mitigation Project; approve Modification 
No. 1 (Final), decreasing the contract amount by $49,280, for a total contract 


amount of $1,041,960; and authorize final payment to the contractor. (Resolution 
20-0063) 


c) Approve an increase of 429 calendar days to the contract duration contingency for 
Contract No. WD-2729, Fish Passage Facilities within the Alameda Creek 
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Watershed, a sub-project of the Calaveras Dam Replacement Project; and 
authorize the General Manager to approve future modifications to the contract for a 


total contract duration of up to 1,718 consecutive calendar days, with no change to 
the contract amount. (Resolution 20-0060) 


Approve an increase of 215 consecutive calendar days to the existing contract 
duration contingency for Contract No. WD-2794A, Sunol Long Term Improvements 
Sunol Yard, with S.J. Amoroso Construction Company, Inc.; and authorize the 
General Manager to approve future modifications to the contract for a total contract 


duration of up to 1,201 consecutive calendar days, with no change to the contract 
amount. (Resolution 20-0064) 


Approve an increase of 306 calendar days to the existing contract duration 
contingency for Contract No. WD-2818, Sunol Valley Water Treatment Plant 
SCADA Server Room, with Integra Construction Services, Inc.; and authorize the 
General Manager to approve future modifications to the contract for a total contract 


duration of up to 652 consecutive calendar days, with no change to the contract 
amount. (Resolution 20-0062) 


Accept work performed by Sukut Construction, LLC for Contract No. WD-2855, 
Turner Dam Spillway and Pond F3 East Erosion Repair Project; approve 
Modification No. 3 (Final), decreasing the contract amount by $94,656 for a total 
contract amount of $1,487,454, and increasing the contract duration by 22 days for 
a total contract duration of 232 consecutive calendar days; and authorize final 
payment to the contractor. (Resolution 20-0065) 


Approve an increase of 625 consecutive calendar days to the existing contract 
duration contingency for Contract No. WW-570, Oceanside Water Pollution Control 
Plant and Westside Pump Station HVAC Upgrades; and authorize the General 
Manager to approve future modifications to the contract for a total revised contract 


duration of up to 1,345 consecutive calendar days, with no change to the contract 
amount. (Resolution 20-0066) 


Accept work performed by Shaw Pipeline, Inc. for Contract No. WW-633, Various 
Locations Sewer Replacement No. 2: approve Modification No. 9 (Final 


decreasing the contract amount by $113,868, for a total contract amount of 
7,218,710, and authorize final payment to the contractor. (Resolution 20-0067) 


Approve an increase of 145 calendar days to the contract duration contingency for 
Contract No. WW-651, Griffith Pump Station Improvements, with Western Water 
Contractors, Inc.; and authorize the General Manager to approve future 
modifications to the contract for a total contract duration of up to 1,020 consecutive 
calendar days, with no change to the contract amount. (Resolution 20-0061) 


No public comment. 





On motion to approve the Consent Calendar 
Ayes: Caen, Vietor, Moran, Maxwell and Paulson 


9. Approve Amendment No. 2 to Agreement No. CS-1053, Interpretive and 
Archaeological Services, with the Muwekma Ohlone Tribe, to assist with 
archaeological monitoring of construction activities at the Alameda Creek Watershed 
Center site, removal of human remains exposed due to construction activities at the 
Center site, and the development of interpretive exhibits and education programs for 
the Center; and authorize the General Manager to execute this amendment increasing 
the agreement amount by $150,000, for a total not-to-exceed agreement amount of 
$508,000, and with a time extension of three years, for a total agreement duration of 
seven years, eight months. (Resolution 20-0068) 


No public comment. 


On motion to approve item 9 
Ayes: Caen, Vietor, Moran, Maxwell and Paulson 


10. Approve the plans and specifications, and award Contract No. WW-694, Lincoln 
Way/48th Ave Diversion Structure Modification, in the amount of $967,980 and with a 
duration of 90 consecutive calendar days, to the responsible bidder submitting the 
lowest responsive bid, Marinship Development Interest, LLC, to modify the existing 
sewer diversion junction structure at the intersection of Lincoln Way and 48th Avenue 
in the City and County of San Francisco. This action constitutes the Approval Action 
for the project for the purposes of CEQA, pursuant to Section 31.04(h) of the San 


Francisco Administrative Code. (Resolution 20-0069) 


Kathy How, Assistant General Manager, Infrastructure, introduced the item and 
requested approval. 


No public comment. 


On motion to approve item 10 
Ayes: Caen, Vietor, Moran, Maxwell and Paulson 


11. Approve the March 2020 Proposed Revised Water System Improvement Program 
(WSIP), which would extend the completion dates of five WSIP projects and the 
overall program completion date of WSIP from December 20, 2021 to May 5, 2023, 
and direct staff to send a Notice of Change Report to the State Water Resources 
Control Board and the Alfred E. Alquist Seismic Safety Commission in compliance 
with Water Code Section 73500 et seq. (Resolution 20-0070) 


Katie Miller, Acting Director, Water Capital Programs, began with a summary of the 
March 2020 proposed revised WSIP and a review of proposed revised project 
completion dates (current approved completion, March 2020 proposed completion, 
and variance in months) for WSIP close-out Project San Joaquin, Alameda Creek 
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Recapture Project, Calaveras Dam Replacement Project, WSIP close-out project Bay 
Division, and WSIP Close-out Project Peninsula. 


She discussed the Regional Groundwater Storage and Recovery Project, indicating no 
changes are proposed to scope, schedule or budget. She stated the SFPUC and 
BAWSCA staff met on March 6 and April 8, 2020 to discuss and agreed to postpone 
any proposal of formal project changes. She stated that staff continue to share 
information on construction and start-up developments with BAWSCA and work 
towards agreement on achievable objectives. She indicated that staff will respond to 
the April 7, 2020 letter submitted by BAWSCA. 


She requested that the Commission adopt the March 2020 proposed revised WSIP to 
extend completion dates for five WSIP projects and extend the Program completion 
date from December 20, 2021 to May 5, 2023, and direct staff to send a Notice of 
Change Report to the State in compliance with California Water Code requirements. 
No public comment. 


On motion to approve item 11 
Ayes: Caen, Vietor, Moran, Maxwell and Paulson 


Adjournment 
President Caen adjourned the meeting at 2:47 PM. 





PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0059 


WHEREAS, Construction has been completed for Water Enterprise Hetch Hetchy 10- 
year Capital Improvement Program-funded Contract No. HH-980, Lower Cherry Aqueduct 
Rehabilitation, by the contractor, K.W. Emerson, Inc.; and 


WHEREAS, On April 10, 2018, by Resolution No. 18-0058, this Commission awarded 
Contract No. HH-980 Lower Cherry Aqueduct Rehabilitation — Phase 1, in the amount of 
$2,946,868, to the lowest, qualified and responsible bidder, with the lowest responsive bid, K.W. 
Emerson, Inc.; and 


WHEREAS, The construction contract Notice-to-Proceed date was set for October 29, 
2018, with an original schedule of 270 consecutive calendar days and the contract work was 
completed in 470 consecutive calendar days on December 23, 2019; and 


WHEREAS, The original contract amount was for $2,946,868, and the original contract 
duration was 270 consecutive calendar days; and 


WHEREAS, Sections 6.22(h) of the Administrative Code requires that any cumulative 
increase in contract price or duration in excess of 10% of the original contract price or duration 
be approved by this Commission; and 


WHEREAS, On July 23, 2019, per Resolution No. 19-0135, this Commission approved 
an increase of 123 consecutive calendar days to the contract duration contingency for a total 
contract duration of up to 393 consecutive calendar days, subject to the General Manager’s 
subsequent authorization of modifications, as appropriate; and 


WHEREAS, Modifications No. 01 through 08 were issued for additional sediment removal, trash 
rack material increases and canal fence modifications, to add post and wire fencing damaged by 
storms after the contract award date, to add bollards at the wildlife bridges, to delete bollards and 
add post and rail fencing, to reimburse the Contractor for State Water Resource Board fees, for 
deleting 200 feet of rockfall fencing, to remove landslide debris from the Lower Cherry 
Aqueduct, extending the contract duration by 123 calendar days for a total contract duration of 
393 calendar days, and decreasing the contract amount by ($112,723) for a total final contract 
amount of $2,834,145; and 


WHEREAS, This contract received state grant funds and therefore the Local Business 
Enterprise (LBE) subcontracting requirement is not applicable to this contract; and 


WHEREAS, Funds are available from Project No. CUH100-03, Lower Cherry Aqueduct 
— Phase 1; now, therefore, be it 


RESOLVED, That this Commission hereby accepts work performed by K.W. Emerson, 
Inc. for Water Enterprise Hetch Hetchy 10-Year Capital Improvement Program funded Contract 
No. HH-980 Lower Cherry Aqueduct Rehabilitation, for a total contract amount of $2,834,145, 
and a total contract duration of 393 consecutive calendar days, and authorizes final payment to 
the contractor. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of April 14, 2020. 





PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


RESOLUTION NO. 20-0060 


WHEREAS, On January 12, 2016, per Resolution No. 16-0013, this Commission 
approved the award of Water Enterprise, Water System Improvement Program (WSIP) funded 
Construction Contract No. WD-2729, Fish Passage Facilities within the Alameda Creek 
Watershed Project to Shimmick Construction, Inc.; and 


WHEREAS, The construction contract Notice-to-Proceed date was April 19, 2016; and 


WHEREAS, The original contract amount was for $28,939,300 and the original contract 
duration was 972 consecutive calendar days; and 


WHEREAS, Section 6.22h) of the Administrative Code requires Commission approval 
for any cumulative increase in contract amount or duration in excess of 10% of the original 
contract amount or duration; and 


WHEREAS, On August 8, 2017, per Resolution No. 17-0175, this Commission approved 
an increase of $8,608,416 to the contract cost contingency for a total contract amount limit of up 
to $40,441,646, with no change to the contract duration contingency; and 


WHEREAS, On August 13, 2019, per Resolution No. 19-0159, this Commission approved an 
increase of $4,316,159 to the contract cost contingency for a total contract amount limit of up to 
$44,757,805, and approved an increase of 220 calendar days to the contract duration contingency for 
total contract duration limit of up to 1,289 consecutive calendar days; and 


WHEREAS, An increase to the contract duration contingency in the amount of 429 calendar 
days is being requested to provide the additional time needed to complete the repair of the debris 
racks and debris rack cleaner systems as punchlist items; and 


WHEREAS, The Contract Monitoring Division established a Local Business Enterprise 
(LBE) subcontracting goal of 9.00% on this project and the contractor committed to a LBE 
subcontractor participation of 9.03% with its bid submittal; and 


WHEREAS, Funding is available in Project CUW37401, Calaveras Dam Replacement 
Project, which includes the Fish Passage Facilities Within the Alameda Creek Watershed as a 
sub-project of the CDRP; now, therefore, be it 


RESOLVED, That this Commission hereby approves an increase of 429 calendar days to 
the contract duration contingency for the Water Enterprise, WSIP-funded Construction Contract 
WD-2729, Fish Passage Facilities within the Alameda Creek Watershed Project, for a total 
contract duration contingency of 746 consecutive calendar days; and be it 


FURTHER RESOLVED, That this Commission hereby authorizes the General Manager, 
or his or her designee, to consider, and if appropriate, to approve any future modifications to the 
contract duration for a total contract duration of up to 1,718 consecutive calendar days, with no 
change to the contract amount. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of April 14, 2020. 






Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0061 


WHEREAS, On July 11, 2017, per Resolution No. 17-0152, this Commission approved 
the award of Sewer System Improvement Program (SSIP) funded Contract No. WW-651, 
Griffith Pump Station Improvements, to Western Water Contractors Inc.; and 


WHEREAS, The construction contract Notice-To-Proceed date was October 16, 2017; 
and 


WHEREAS, The original contract amount was for $10,941,000 and the original contract 
duration was 600 consecutive calendar days; and 


WHEREAS, Section 6.22(h) of the Administrative Code requires Commission approval 
for any cumulative increase in contract amount or duration in excess of 10% of the original 
contract amount or duration; and 


WHEREAS, On October 9, 2018, per Resolution No. 18-0164, this Commission 
approved an increase of 215 consecutive calendar days to the contract duration contingency for a 
total contract duration limit of up to 875 consecutive calendar days, with no change in the 
contract amount; and 


WHEREAS, An increase of 145 consecutive calendar days to the contract duration 
contingency is requested for additional time needed to schedule PG&E to perform power- 
shutdown, which would allow the contractor to complete contract work; and 


WHEREAS, CMD established a Local Business Enterprise (LBE) subcontracting 
participation requirement of 8.00% participation for this contract and the contractor committed to 
a LBE participation of 8.75% with its bid submittal; and 


WHEREAS, Funds are available from Project No. CWWSIPCSPS06, Griffith Pump 
Station Improvements; now, therefore, be it 


RESOLVED, That this Commission hereby approves an increase of 145 calendar days to 
the existing contract duration contingency for SSIP-funded Contract No. WW-651, Griffith 
Pump Station Improvements, for a total contract duration contingency of 420 calendar days; and 
be it 

FURTHER RESOLVED, That this Commission hereby authorizes the General Manager, 
or his designee, to consider and, if appropriate, to approve any future modifications to the 
contract duration for a total contract duration of up to 1,020 consecutive calendar days, with no 
change to the contract amount. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of April 14, 2020. 
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PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0062 


WHEREAS, On May 23, 2017, per Resolution No. 17-0121, this Commission approved 
the award of Water Enterprise bond-funded Contract No. WD-2818, Sunol Valley Water 
Treatment Plant SCADA Server Room to Integra Construction Services, Inc.; and 

WHEREAS, The construction contract Notice To Proceed date was December 4, 2017; 
and 

WHEREAS, The original contract amount was for $1,011,171 and the original contract 
duration was 243 consecutive calendar days; and 

WHERAS, Section 6.22(h) of the Administrative Code requires Commission approval for 
any cumulative increase in contract amount or duration in excess of 10% of the original contract 
amount or duration; and 

WHEREAS, On July 10, 2018, under Resolution No. 18-0113, this Commission 
approved an increase of 79 calendar days to the contract duration contingency for a total contract 
duration limit of 346 consecutive calendar days, with no change to the contract amount; and 

WHEREAS, An increase of 306 calendar days to the contract duration contingency is 
being requested to complete additional work associated with the start-up of the HVAC control 
systems and testing of the electrical and mechanical components; change order negotiations; and 
closeout deliverables; and 

WHEREAS, The Contract Monitoring Division established a Local Business Enterprise 
(LBE) subcontracting requirement of 20% for this contract, and the contractor committed to a 
LBE participation of 27% with its bid submittal, and this remains unchanged; and 

WHEREAS, Funds are available from Project No. CUW2720207, SVWTP SCADA 
Server Room; now, therefore, be it 

RESOLVED, That this Commission hereby approves an increase of 306 calendar days to 
the existing contract duration contingency for Water Enterprise bond-funded Contract No. WD- 
2818 — Sunol Valley Water Treatment Plant SCADA Server Room, for a total contract duration 
contingency of 409 consecutive calendar days; and be it 

FURTHER RESOLVED, That this Commission hereby authorizes the General Manager, 
or his or her designee, to consider and, if appropriate, to approve any future modifications to the 
contract duration for a total contract duration of up to 652 consecutive calendar days, with no 
change to the contract amount. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of April 14, 2020 










oli 


) ; 
Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0063 


WHEREAS, Construction has been completed for Contract HH-993, Early Intake 
Switchyard Slope Hazard Mitigation Project, by the contractor, Sierra Mountain Construction, 
Inc.; and 


WHEREAS, On July 23, 2019, by Resolution No. 19-0136, this Commission awarded 
Contract No. HH-993, Early Intake Switchyard Slope Hazard Mitigation Project, in the amount 
of $1,091,240, to the lowest, qualified responsible and responsive bidder, Sierra Mountain 
Construction, Inc.; and 


WHEREAS, The construction contract Notice-to-Proceed date was set for September 9, 
2019, with an original schedule of 150 consecutive calendar days and the contract work was 
completed in 150 consecutive calendar days on February 5, 2020; and 


WHEREAS, The original contract amount was for $1,091,240, and the original contract 
duration was 150 consecutive calendar days; and 


WHEREAS, Modification No. 1 is being requested for ($49,280) to credit unused 
allowances, decreasing the contract amount to $1,041,960; and 


WHEREAS, The Local Business Enterprise (LBE) subcontracting participation does not 
apply due to the Federal Emergency Management Agency’s Hazard Mitigation Grant Program 
that the City is receiving partial funding from, which does not allow LBE subcontractor 
participation requirements; and 


WHEREAS, Funds are available from Project No. CUH10014091, Early Intake 
Switchyard Slope Hazard Mitigation, as well as federal grant funding up to $892,467 through the 
Federal Emergency Management Agency’s Hazard Mitigation Grant Program; now therefore, be 
it 

RESOLVED, That this Commission hereby accepts work performed for Hetchy Power- 
funded Contract No. HH-993, Early Intake Switchyard Slope Hazard Mitigation Project, 
approves Modification No. | (Final) decreasing the contract by $49,280, for a total contract 
amount of $1,041,960, and a total contract duration of 150 consecutive calendar days, and 
authorizes final payment to the contractor, Sierra Mountain Construction, Inc. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of April 14, 2020. 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0064 


WHEREAS, On November 8, 2016, per Resolution No. 16-0234, this Commission 
approved the award of Water Enterprise, Capital Improvement Program (CIP)-funded Contract 
No. WD-2794A, Sunol Long Term Improvements — Sunol Yard Project, to S.J. Amoroso 
Construction Company, Inc.; and 


WHEREAS, The construction contract Notice-to-Proceed date was January 17, 2017; and 


WHEREAS, The original contract amount was $31,777,000 and the original contract 
duration was 668 consecutive calendar days; and 


WHEREAS, Section 6.22(h) of the Administrative Code requires that any cumulative 
extensions of contract amount or duration in excess of 10% of the original contract amount or 
duration to complete construction work be approved by the Commission; and 


WHEREAS, On November 13, 2018, per Resolution No. 18-0183, this Commission 
approved an increase of 102 calendar days to the contract duration contingency, for a total 
contract duration limit of up to 836 consecutive calendar days, with no change in contract 
amount; and 


WHEREAS, On April 9, 2019, per Resolution No. 19-0068, this Commission approved 
an increase of $1,500,000 to the contract cost contingency for a total contract amount limit of up 
to $36,454,700, and an increase of 120 calendar days to the contract duration contingency for a 
total and a total contract duration limitof up to 956 consecutive calendar days; and 


WHEREAS, On August 13, 2019, per Resolution No. 19-0154, this Commission 
approved an increase of $600,000 to the contract cost contingency for a total contract amount of 
up to $37,054,700 and d an increase of 30 calendar days to the contract duration contingency for 
a total contract duration limit of up to 986 consecutive calendar days; and 


WHEREAS, An increase of 215 calendar days to the contract duration contingency is 
being requested to address delays associated with the completion of contractual work, including 
additional owner-requested work, punch list items, and start-up and commissioning activities; 
and the completion of closeout deliverables, including required testing documentation, the 
thermographic scan, Operations and Maintenace manuals, equipment data sheets, and redline and 
as-built drawings; and 


WHEREAS, The Contract Monitoring Division established a Local Business Enterprise 
(LBE) subcontracting requirement of 15% for this contract, and the contractor committed to a 
LBE participation of 16.51% with its bid submittal, and this remains unchanged; and 


WHEREAS, Funds are available from Project No. CUW-27701 Sunol Long Term 
Improvements; now, therefore, be it 


RESOLVED, That this Commission hereby approves an increase in the amount of 215 
consecutive calendar days to the existing contract duration contingency for the Water Enterprise 
CIP-funded Contract No. WD-2794A, Sunol Long Term Improvements — Sunol Yard, for a total 
contract duration contingency of up to 533 consecutive calendar days; and be it 


FURTHER RESOLVED, That this Commission hereby authorizes the General Manager, 
or his designee, to consider and, if appropriate, to approve any future modifications to the 
contract for a total contract duration of up to 1,201 consecutive calendar days, with no change to 
the contract amount. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of April 14, 2020 





Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


RESOLUTION NO. 20-0065 


WHEREAS, Construction has been completed for Contract No. WD-2855, Turner Dam 
Spillway and Pond F3 East Erosion Repair in the Sunol Valley, by the contractor, Sukut 
Construction, LLC.; and 


WHEREAS, On March 12, 2019, by Resolution No. 19-0038, this Commission awarded 
Water Enterprise, Capital Improvement Program and Water System Improvement Program- 
funded Contract No. WD-2855, Turner Dam Spillway and Pond F3 East Erosion Repair Project, 
in the amount of $1,498,010, to the qualified bidder with the lowest responsive bid, Sukut 
Construction, LLC.; and 


WHEREAS, The construction contract Notice-to-Proceed date was set for May 28, 2019, 
with an original duration of 210 consecutive calendar days, and the contract work was completed 
in 232 consecutive calendar days on January 14, 2020; and 


WHEREAS, Modification Nos. | & 2 were issued within the original 10% contingency 
for $84,100 to perform additional work to address unforeseen and differing site conditions, for 
the procurement of additional materials, and for increases to the wildlife exclusion fence bid item 
quantity, for a total contract amount of $1,582,110 and total contract duration of 210 consecutive 
calendar days; and 


WHEREAS, Modification No. 3 (Final) is being requested to decrease the contract 
amount by $94,656 and increase the contract duration by 22 consecutive calendar days, to 
reconcile the remaining bid item quantities, allowances, and change orders to reflect the actual 
quantities used and to complete the record drawings, for a final contract amount of $1,487,454 
and a final contract duration of 232 consecutive calendar days; and 


WHEREAS, The Contract Monitoring Division established a Local Business Enterprise 
(LBE) subcontracting requirement of 20% for this contract, and the final LBE contract 
participation was 26.15%; and 


WHEREAS, Funds are available from Project No. CUW2740400/CUWSVIO101, San 
Antonio Dam Reservoir/WSIP Closeout — Sunol Valley Region; now, therefore, be it 


RESOLVED, That this Commission hereby accepts work performed for Water 
Enterprise, Capital Improvement Program and Water System Improvement Program- funded 
Contract No. WD-2855, Turner Dam Spillway and Pond F3 East Erosion Repair, approves 
Modification No. 3 (Final), decreasing the contract amount by $94,656 and increasing the 
contract duration by 22 consecutive calendar days for a final contract amount of $1,487,454 and 
a final contract duration of 232 consecutive calendar days, and authorizes final payment to the 
contractor, Sukut Construction, LLC. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of April 14, 2020. 











sah 


Secretary, Public Utilities Commission 





PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0066 


WHEREAS, On May 10, 2016, per Resolution No. 16-0082, this Commission approved 
the award of Wastewater Enterprise (WWE), Sewer System Improvement Program (SSIP)- 
funded Contract No. WW-570, Oceanside Water Pollution Control Plant and Westside Pump 
Station HVAC Upgrades, in the amount of $ 6,138,000, to Blocka Construction, Inc.; and 


WHEREAS, The construction contract Notice-To-Proceed date was July 25, 2016; and 


WHEREAS, The original contract amount was $6,138,000 and the original contract 
duration was 570 consecutive calendar days; and 


WHEREAS, Section 6.22(h) of the Administrative Code requires that any cumulative 
increase in contract amount or duration in excess of 10% of the original contract cost or duration 
be approved by the Commission; and 


WHEREAS, On April 24, 2018, per Resolution No. 18-0065, this Commission approved 
an increase of 93 consecutive calendar days to the duration contingency to complete HVAC 
equipment start-up, testing and commissioning and equipment integration into the Distributed 
Control System, increasing the duration contingency to 150 consecutive calendar days, for a total 
contract duration of up to 720 consecutive calendar days; and 


WHEREAS, An increase of 625 consecutive calendar days (approximately one year and 
nine months) to the existing duration contingency is now requested for additional time to 
complete HVAC equipment start-up, testing, and integration into the Building Management 
System (BMS) at Oceanside Water Pollution Control Plant (OSP) existing control system; and 


WHEREAS, Contract Monitoring Division (CMD) subcontracting goal of 20% Local 
Business Enterprise (LBE) participation was originally established for this construction contract; 
and 


WHEREAS, Funds are available from Project No. CWWSIPTPOP05 — OSP Condition 
Assessment Repairs; now, therefore, be it 


RESOLVED, That this Commission hereby approves an increase of 625 consecutive 
calendar days to the contract duration contingency for WWE, SSIP-funded Contract No. WW- 
570, Oceanside Water Pollution Control Plant and Westside Pump Station HVAC Upgrades, for 
a total contract duration contingency of 775 consecutive calendar days; and be it 


FURTHER RESOLVED, That this Commission hereby authorizes the General Manager, 
or his designee, to consider and, if appropriate, to approve future modifications to the contract 
duration for a total contract duration of up to 1,345 consecutive calendar days, with no change in 
the contract amount. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of April 14, 2020. 





Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0067 


WHEREAS, Contractor Shaw Pipeline, Inc. has completed its work for Wastewater 
Enterprise (WWE), Renewal and Replacement (R&R) Program and Public Works (PW) 
Pavement Renovation and Curb Ramp Programs-funded Contract No. WW-633, Various 
Locations Sewer Replacement No. 2; and 


WHEREAS, On February 28, 2017, by Resolution No. 17-0036, this Commission 
awarded Contract No. WW-633, Various Locations Sewer Replacement No. 2, in the amount of 
$6,704.098, to the lowest, qualified responsible and responsive bidder, Shaw Pipeline, Inc.; and 


WHEREAS, The construction contract Notice To Proceed date for May 1, 2017, with an 
original schedule of 460 consecutive calendar days, and the contractor completed the contract 
work in 843 consecutive calendar days on August 21, 2019; and 


WHEREAS, The original contract amount was for $6,704.098 and the original contract 
duration was 460 consecutive calendar days; and 


WHEREAS, Section 6.22(h) of the Administrative Code requires that any cumulative 
increase in contract amount or duration in excess of 10% of the original contract amount or 
duration be approved by the Commission; and 


WHEREAS, Modification Nos. 1-3 increased the contract amount by $295,551 and 
increased the contract duration by 35 consecutive calendar days to adjust contract bid item 
amounts to match actual completed amounts, add curb ramp construction work at the intersection 
of Belvedere Street and Gratton Street, and adjust the main sewer alignment due to unforeseen 
site conditions, for a total contract amount of $6,999,649, and a total contract duration of 495 
consecutive calendar days; and 


WHEREAS, On June 12, 2018, by Resolution No. 18-0097, this Commission approved 
an increase to the duration contingency in the amount of 134 calendar days for a total revised 
contract duration up to 640 consecutive calendar days; and 


WHEREAS, Modification Nos. 4-5, per Resolution No. 18-0097, increased the contract 
amount by $291,575 and increased the contract duration by 139 consecutive calendar days for 
additional Auxiliary Water Supply System (AWSS) materials needed to perform the AWSS 
work due to unforeseen site conditions, for a total contract amount of $7,291,224, and a total 
contract duration of 634 consecutive calendar days; and 


WHEREAS, On January 22, 2019, by Resolution No. 19-0009, this Commission 
approved an increase to the duration contingency in the amount of 90 calendar days for a total 
revised contract duration up to 730 consecutive calendar days; and 


WHEREAS, Modification No. 6, per Resolution No. 19-0009, increased the contract 
amount by $41,354 and increased the contract duration by 90 consecutive calendar days for 
additional cost to complete AWSS work due to unforeseen site conditions, for a total contract 
amount of $7,332,578, and a total contract duration of 724 consecutive calendar days; and 


WHEREAS, On March 12, 2019, by Resolution No. 19-0040, this Commission approved 
an increase to the duration contingency in the amount of 71 calendar days for a total revised 
contract duration up to 801 consecutive calendar days; and 


WHEREAS, Modification No. 7, per Resolution No. 19-0040, increased the contract 
duration by 77 consecutive calendar days due to a delay in AWSS material delivery, for a total 
contract duration of 801 consecutive calendar days; and 


WHEREAS, On July 23, 2019, by Resolution No. 19-0141, this Commission approved 
an increase to the duration contingency in the amount of 42 calendar days for a total revised 
contract duration up to 843 consecutive calendar days; and 


WHEREAS, Modification No. 8, per Resolution No. 19-0141, increased the contract 
duration by 42 consecutive calendar days for additional time needed to schedule MUNI 
construction support services, for a total contract duration of 843 consecutive calendar days; and 


WHEREAS, Staff recommends approval of Modification No. 9 (Final) to decrease the 
contract amount by $113,868 to adjust contract bid item amounts to match actual completed 
amounts, for a total contract amount of $7,218,710; and 


WHEREAS, The contractor has substantially complied with the CMD LBE 
subcontracting requirement of 20 % LBE participation by achieving a final LBE participation of 
19.64%; and 


WHEREAS, Funds are available from Project Nos. 10015674, 10030362, 10031011 — 
Various Locations Sewer Replacement No. 2; now, therefore, be it 


RESOLVED, That this Commission hereby accepts work performed by Shaw Pipeline, 
Inc. for WWE, R&R Program and PW Pavement Renovation and Curb Ramp Programs -funded 
Contract No. WW-633, Various Locations Sewer Replacement No. 2, approves Modification No. 
9 (Final), decreasing the contract amount by $113,868, for a total contract amount of $7,218,710 
and a total contract duration of 843 consecutive calendar days, and authorizes final payment to 
the contractor. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of April 14, 2020 






Sé&cretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0068 


WHEREAS, On April 26, 2016, pursuant to Resolution No. 16-0070, this Commission 
approved the award of Water Enterprise Capital Project-funded Agreement No. CS-1053, 
Interpretive and Archaeological Services, with an amount not-to-exceed $208,000 and with a 
duration of three years, to the Muwekma Ohlone Tribe to provide assistance with archaeological 
construction monitoring and recovery, and the development of interpretive exhibits and 
education programs for the Alameda Creek Watershed Center (Center); and 


WHEREAS, On October 10, 2017, by Resolution No. 17-0215, this Commission 
approved Amendment No. 1, increasing the agreement amount by $150,000 and extending the 
agreement duration by one year and eight months, for a total not-to-exceed agreement amount of 
$358,000 and total agreement duration of four years and eight months, in order for the 
Muwekma Ohlone Tribe to continue the archaeological construction monitoring work for the 
Center, the Sunol Yard, and the Sunol Native Plant Nursery projects, as well as provide funding 
for the Muwekma Ohlone Tribe to continue to assist with the development of interpretive 
exhibits for the Center; and 


WHEREAS, Amendment No. 2 is being requested to increase the agreement amount by 
$150,000 to increase billing rates to comparable industry standards as reflected in a new 
Appendix A attached to the staff report for this agenda item and on file with the Commission 
Secretary, and extend the agreement term by three years, to continue the archaeological 
construction monitoring, assistance with removal of burials and features, and development of 
interpretive exhibits and education programs for the Center, increasing the total not-to-exceed 
agreement amount to $508,000 and the total agreement duration to seven years and eight months; 
and 


WHEREAS, Pursuant to Chapter 14B of the San Francisco Administrative Code, the 
Contract Monitoring Division (CMD) Local Business Enterprise sub-consulting requirements 
have been waived for this agreement; and 


WHEREAS, Funds for this agreement are available from - Water Enterprise Capital 
Project funds COA - 26405/232146/15517/10015124/0001; now, therefore, be it 


RESOLVED, That this Commission hereby approves Amendment No. 2 to Water 
Enterprise Capital Project-funded Agreement No. CS-1053, Interpretive and Archaeological 
Services, with the Muwekma Ohlone Tribe to provide continued assistance with archaeological 
construction monitoring and recovery at the Center site and the development of interpretive 
exhibits and education programming for the Center; and be it 


FURTHER RESOLVED, That this Commission authorizes the General Manager to 
execute Amendment No. 2, increasing the agreement amount by $150,000 for a total not-to- 
exceed agreement amount of $508,000, and extending the duration by three years, for a total 
agreement duration of seven years, eight months. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of April 14, 2020. 





t \ 4 
Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0069 


WHEREAS, Wastewater Enterprise, Renewal and Replacement Program-funded, 
Contract No. WW-694, Lincoln Way/48th Ave Diversion Structure Modification, was advertised 
on December 26, 2019; and 


WHEREAS, The Engineer’s Estimate is $975,000 for this construction contract work to 
modify the existing sewer diversion junction structure at the intersection of Lincoln Way and 
48th Avenue in the City and County of San Francisco; and 


WHEREAS, The contract duration is 90 consecutive calendar days to final completion; 
and 


WHEREAS, Three (3) bids were received and opened publicly on February 6, 2020; and 


WHEREAS, San Francisco Public Utilities Commission (SFPUC) staff and Contract 
Monitoring Division (CMD) review of the bids for qualifications, responsibility, responsiveness 
and application of bid preferences resulted in the establishment of Marinship Development 
Interest, LLC as the only responsible and responsive bidder; and 


WHEREAS, CMD established a Local Business Enterprise (LBE) subcontracting 
participation of 10% for this contract, and the contractor committed to a LBE participation of 
13.64% with its bid submittal; and 


WHEREAS, The firm being awarded a contract by the SFPUC must be in compliance 
with the Equal Benefits Provisions of Chapter 12B of the City’s Administrative Code either at 
the time of the award, or within 2 weeks of the date of the Commission award; failure of the 
bidder to obtain compliance certification from CMD may result in award of the contract to the 
responsible bidder submitting the next lowest responsive bid, or re-bidding of the contract at the 
discretion of the City; and 


WHEREAS, Funds are available from Project No. 10033511, Lincoln Way/48th Avenue 
Diversion Structure Modification; and 


WHEREAS, On October 16, 2018, the Planning Department deetermined that the project 
is statutorily exempt from the California Environmental Quality Act (CEQA) under Section 
21080.21 and CEQA Guidelines Section 15282(k); now, therefore be it 


RESOLVED, That this Commission hereby approves the plans and specifications and 
awards Wastewater Enterprise, Renewal and Replacement Program-funded Contract No. WW- 
694, Lincoln Way/48th Ave Diversion Structure Modification, in the amount of $ 967,980, for a 


duration of 90 consecutive calendar days, to the sole responsive and responsible bidder, 
Marinship Development Interest, LLC. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of April 14, 2020. 


/\ 






Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0070 


WHEREAS, On May 28, 2002, per Resolution No. 02-0101, this Commission approved a 
Long-Term Strategic Plan for Capital Improvements, a Long-Range Financial Plan and a Capital 
Improvement Program (CIP); and 


WHEREAS, On November 5, 2002, San Francisco residents voted to approve 
Proposition A (Water System Improvement Revenue Bonds and Imposition of Surcharge on 
Retail Water Customers), a revenue bond measure to fund the CIP approved by the Commission 
on May 28, 2002; and 


WHEREAS, On February 26, 2003, pursuant to the requirements of California Assembly 
Bill (AB) 1823, the San Francisco Public Utilities Commission (SFPUC) submitted to the 
California Department of Health Services (now the California Department of Public Health) a 
report outlining the projects, schedule and implementation plan for the CIP; and 


WHEREAS, On November 29, 2005, per Resolution No. 05-0176, this Commission 
approved project-level changes to the CIP and by doing so endorsed the revised scope, schedule 
and budget of individual projects and renamed the program the Water System Improvement 
Program ("December 2005 WSIP"); and 


WHEREAS, On February 26, 2008, per Resolution No. 08-0024, this Commission 
approved project-level changes to the WSIP and by doing so endorsed the revised scope, 
schedule and budget of individual projects ("December 2007 Revised WSIP"); and 


WHEREAS, On July 28, 2009, per Resolution No. 09-0125, this Commission approved 
project-level changes to the WSIP and by doing so endorsed the revised scope, schedule and 
budget of individual projects ("June 2009 Revised WSIP"); and 


WHEREAS, On July 12, 2011, per Resolution No. 11-0109, this Commission approved 
project-level changes to the WSIP and by doing so endorsed the revised scope, schedule and 
budget of individual projects ("June 2011 Revised WSIP"); and 


WHEREAS, On June 12, 2012, per Resolution No. 12-0099, this Commission approved 
budget and schedule changes for three individual WSIP projects — New Irvington Tunnel, Bay 
Division Pipeline (BDPL) Reliability Upgrade — Pipeline (“BDPL No. 5”) and Pulgas Balancing 
— Modification of the Existing Dechloramination Facility; and 


WHEREAS, On October 9, 2012, per Resolution No. 12-0181, this Commission 
approved budget changes for four individual WSIP projects — San Joaquin Pipeline (SJPL) 
System, Tesla Treatment Facility, Vegetation Restoration of WSIP Construction Sites (new 
project), and Program Management; and 


WHEREAS, On January 22, 2013, per Resolution No. 13-0020, this Commission 
approved budget and schedule changes for one individual WSIP project, Calaveras Dam 
Replacement Project (CDRP), after reviewing and considering the California Environmental 
Quality Act (CEQA) Findings and statement of overriding considerations that it previously 
adopted for the WSIP and CDRP approvals, along with the CEQA Findings contained in 


Addendum No.1 to the CDRP Environmental Impact Report (EIR) issued by the Planning 
Department on December 13, 2012, and this Commission adopted those additional CEQA 
Findings for the CDRP modifications, which findings are incorporated in this Resolution by this 
reference; and 


WHEREAS, On April 23, 2013, per Resolution No. 13-0060, this Commission approved 
project-level changes to the WSIP and by doing so endorsed the revised scope, schedule and 
budget of individual projects ("March 2013 Revised WSIP"); and 


WHEREAS, On April 22, 2014, per Resolution No. 14-0065, this Commission approved 
project-level changes to the WSIP and by doing so endorsed the revised scope, schedule and 
budget of individual projects ("March 2014 Revised WSIP"); and 


WHEREAS, On December 8, 2015, per Resolution No. 15-0263, this Commission 
approved schedule changes for six individual WSIP projects — San Joaquin Pipeline System, San 
Antonio Backup Pipeline, Seismic Upgrade of BDPL Nos. 3&4, BDPL Reliability Upgrade — 
Pipeline (BDPL No. 5), and Vegetation Restoration of WSIP Construction Sites; and 


WHEREAS, On April 26, 2016, per Resolution No. 16-0071, this Commission approved 
scope, schedule, and budget changes to four WSIP projects — Alameda Creek Recapture Project, 
Calaveras Dam Replacement Project, Bioregional Habitat Restoration, and Watershed 
Environmental Improvement Program, and the addition of Closeout Projects to four WSIP 
regions — San Joaquin, Sunol Valley, Bay Division, and Peninsula (“March 2016 Revised 
WSIP”); and 


WHEREAS, On February 14, 2017, per Resolution No. 17-0026, this Commission 
approved schedule changes to three WSIP projects — New Irvington Tunnel, Seismic Upgrade of 
BDPL Nos. 3&4, and Security System Upgrade; and 


WHEREAS, On April 10, 2018, per Resolution No. 18-0052, this Commission approved 
project-level changes to the WSIP and by doing so endorsed the revised scope, schedule and 
budget of individual projects and a revised program completion date of December 20, 2021 
("March 2018 Revised WSIP"); and 


WHEREAS, A Final Programmatic Environmental Impact Report was prepared for the 
WSIP ("PEIR") and certified by the Planning Commission on October 30, 2008 by Motion No. 
17734, and thereafter, this Commission approved the WSIP and adopted findings and a 
Mitigation Monitoring and Reporting Program (MMRP), as required by the California 
Environmental Quality Act (CEQA), on October 30, 2008 per Resolution No. 08-0200, which 
findings are incorporated in this Resolution by this reference; and 


WHEREAS, The PEIR and SFPUC Resolution No. 08-0200 have been made available 
for review by the SFPUC and the public, and those files are part of the record before this 
Commission; and 


WHEREAS, This Commission has reviewed and considered the information contained in 
the PEIR, the findings contained in SFPUC Resolution No. 08-0200, and all written and oral 
information provided by the Planning Department, the public, relevant public agencies, SFPUC 
and other experts; and 


WHEREAS, The SFPUC has completed environmental review of all but one of the 
individual WSIP projects (Alameda Creek Recapture Project), and is proceeding to complete the 


environmental review process for the remaining project, as authorized by and in accordance with 
CEQA; and 


WHEREAS, The SFPUC in early 2020 reviewed the status of the remaining WSIP 
projects and analyzed the forecasted schedules, budgets, and scopes for each project, and 
determined that the schedules for five WSIP projects should be extended with new completion 
dates; and 


WHEREAS, Water Code Section 73502(d)(2) requires that the City provide written 
notice, not less than 30 days prior to the date of a meeting of the City agency responsible for 
management of the Bay Area Regional Water System, that a change in the WSIP program is to 
be considered, and that all Bay Area wholesale customers shall be permitted to testify or 
otherwise submit comments at such meeting; and 


WHEREAS, On March 13, 2020, the SFPUC posted a written notice that the 
Commission would consider proposed revisions to the WSIP at a public hearing on April 14, 
2020 (“Notice of Public Hearing”), attached hereto as Attachment 1, which sets forth the 
SFPUC’s proposed revisions to the WSIP, referred to herein as the “March 2020 Proposed 
Revised WSIP,” and notified the Bay Area wholesale customers through the Bay Area Water 
Supply & Conservation Agency (BAWSCA) in writing that this Commission would consider 
changes to the WSIP at a public hearing on April 14, 2020; and 


WHEREAS, The March 2020 Proposed Revised WSIP would extend the current 
approved project completion dates for the following five WSIP projects: Alameda Creek 
Recapture Project, Calaveras Dam Replacement Project, WSIP Closeout - San Joaquin Region, 
WSIP Closeout — Bay Division Region, and WSIP Closeout — Peninsula Region; and 


WHEREAS, The March 2020 Proposed Revised WSIP would extend the current overall 
program completion date of December 30, 2021, which was approved by the Commission on 
April 10, 2018 as part of the March 2018 Revised WSIP, to the new date of May 5, 2023; and 


WHEREAS, The the March 2020 Proposed Revised WSIP does not include any proposed 
budget or scope changes for projects in the March 2018 Revised WSIP, which was approved by 
the Commission on April 10, 2018; and 


WHEREAS, During the 30-day public review period since the SFPUC posted the Notice 
of Public Hearing, the WSIP Acting Director met with representatives of BAWSCA to discuss 
the proposed revisions to the WSIP; now, therefore, be it 


RESOLVED, That this Commission finds that since the PEIR was finalized, there have 
been no substantial project changes and no substantial changes in project circumstances that 
would require major revisions to the PEIR due to the involvement of new significant 
environmental effects or an increase in the severity of previously identified significant impacts, 
and there is no new information of substantial importance that would change the conclusions set 
forth in the PEIR; and be it 


FURTHER RESOVED, That this Commission hereby approves the March 2020 
Proposed Revised WSIP, to extend the completion dates of five WSIP projects (Alameda Creek 
Recapture Project, Calaveras Dam Replacement Project, WSIP Closeout - San Joaquin Region, 
WSIP Closeout — Bay Division Region, and WSIP Closeout — Peninsula Region) and extend the 
overall program completion date of the WSIP from December 20, 2021 to May 5, 2023, as set 
forth in the Notice of Public Hearing dated March 13, 2020; and be it 


FURTHER RESOLVED, That this Commission hereby directs staff to send a Notice of 
Change Report to the State Water Resources Control Board and the Alfred E. Alquist Seismic 
Safety Commission in compliance with Water Code Section 73502(d)(3). 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of April 14, 2020. 
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SAN FRANCISCO PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


London N. Breed 
Mayor 


REGULAR MEETING AGENDA 
Tuesday, April 28, 2020 
1:30 P.M. 


This meeting is being held by Teleconference Pursuant to the Governor’s Executive 
Order N-29-20 and the First, Fifth, and Eighth Supplements to Mayoral Proclamations 
Declaring the Existence of a Local Emergency 


WATCH: 
https:/Awww.sfgoviv.org/sfpuc 


PUBLIC COMMENT CALL-IN: | 
USA Toll-Free: 888-273-3658 / ACCESS CODE: 3107452 


During the Coronavirus Disease (COVID-19) emergency, the San Francisco Public Utilities 
Commission’s (SFPUC) regular meeting room, City Hall, Room 400, is closed. Commissioners 
and SFPUC staff will convene Commission meetings remotely by teleconference. Members of 
the public are encouraged to submit their public comment on agenda items in advance of the 
teleconference meeting by emailing comments to Commission@sfwater.org, or by leaving your 
comment via voicemail at 415-554-3165. Comments submitted no later than 5 PM the Monday 
before the meeting will be read into the record by the Secretary during the teleconference 
meeting and will be treated as a substitute to providing public comment by phone during the 
meeting. Persons who submit written public comment in advance on an agenda item or items 
will not be permitted to also provide public comment the same agenda item(s) by phone during 
the meeting. 


Commissioners 
Ann Moller Caen, President 
Francesca Vietor, Vice President 
Anson Moran 
Sophie Maxwell 
Tim Paulson 


Harlan L. Kelly, Jr. 
General Manager 


Donna Hood 
Secretary 


Remote Meeting Access 


WATCH: 
https://www.sfgovtv.org/sfpuc 


PUBLIC COMMENT CALL-IN: 
USA Toll-Free: 888-273-3658 
ACCESS CODE: 3107452 














Sy 


Providing Public Comment — Instructions 


DIAL the Toll-Free number listed above for the meeting (above). 
Enter the ACCESS CODE (above) then press #. 
Press # again to join the meeting as a participant. 
When you hear that “you are connected to the meeting as a participant’: 
a) STOP and LISTEN 
b) Wait for Public Comment to be announced (either by item # or for General 
Public Comment) 
When the Secretary calls for Public Comment, dial ‘1’ then ‘0’ to be added to the 
speaker line. 


. When the system message says you will be notified when the speaker is ready for 


your question press ‘1’ then ‘0’. WAIT for your turn to speak. 


. When the system message says your line is unmuted, provide your comment after the 


tone [BEEP] — THIS IS YOUR OPPORTUNITY TO PROVIDE YOUR PUBLIC 
COMMENT after the beep (this is not a question-and-answer period, this is your time 
to provide a statement). 

You will have the standard 3 minutes to provide your comments. 

Once your 3 minutes have ended, you will be moved out of the speaker line and back 
listening as a participant in the meeting (unless you disconnect). 


10.Participants who wish to speak on the other items on the agenda or for other comment 


periods may stay on the meeting line and listen for the Secretary’s next prompt. 


BEST PRACTICES 


Call from a quiet location 

Speak slowly and clearly 

Turn down any televisions or radios around you 

Address the Commission as a whole, do not address individual Commissioners 





Accessible Meeting Policy: To obtain meeting materials in alternative format, please contact the Commission Secretary at 
415-554-2165 or via email at Commission@sfwater.org. Providing at least 72 hours notice will help to ensure availability. 
Written reports or background materials for calendar items are available on-line at 


http://www. sfwater.org/index.aspx?page=167. 


Know Your Rights Under the Sunshine Ordinance: Government's duty is to serve the public, reaching its decision in full 
view of the public. Commissions, boards, councils and other agencies of the City and County exist to conduct the people's 
business. This ordinance assures that deliberations are conducted before the people and that City operations are open to 
the people's review. For more information on your rights under the Sunshine Ordinance or to report a violation of the 
ordinance, contact Administrator, by mail to Sunshine Ordinance Task Force, 1 Dr. Carlton B. Goodlett Place, Room 244, 
San Francisco, CA 94102.4689; by phone at 554.7724: by fax at 554.7854; or by email at sotf@sfgov.org. Copies of the 
Sunshine Ordinance can be obtained from the Clerk of the Sunshine Task Force, the San Francisco Public Library and on 
the City’s website at http:/Awww.sfgov.org. 





311 Free Lanquage Assistance: $@ #758 5 [4) / Ayuda gratuita con el idioma / BecnaTHas MOMOLIb MepeBoAyHKoB / 
Tro gitp Th6ng dich Mién phi / Assistance linguistique gratuite / #€£}) Sad te / PE 01 / AH / ar“uad ewuaa 
non“ Tag lut a’aartaa re / Libreng tulong para sa wikang Tagalog sluaa 


























Lobbyist Registration and Reporting Requirements: Individuals and entities that influence or attempt to influence local 
legislative or administrative action may be required by the San Francisco Lobbyist Ordinance [SF Campaign & Governmental 
Conduct Code §2.100] to register and report lobbying activity. For more information about the Lobbyist Ordinance, please 
contact the San Francisco Ethics Commission at 25 Van Ness Avenue, Suite 220, San Francisco, CA 94102; telephone (415) 
252-3100; fax (415) 252-3112: web site at www.sfgov.org/ethics. 





CEQA Appeal Rights under Chapter 31 of the San Francisco Administrative Code: If the Commission’s action on a 
project constitutes the Approval Action for that project (as defined in S.F. Administrative Code Chapter 31, as amended, Board 
of Supervisors Ordinance Number 161-13), then the CEQA determination prepared in support of that Approval Action is 
thereafter subject to appeal within the time frame specified in S.F. Administrative Code Section 31.16. Typically, an appeal 
must be filed within 30 calendar days of the Approval Action for a project that has received an exemption or negative 
declaration pursuant to CEQA. For information on filing an appeal under Chapter 31, contact the Clerk of the Board of 
Supervisors at City Hall, 1 Dr. Carlton B. Goodlett Place, Room 244, San Francisco, CA 94102, or call (415) 554-5184. If the 
Planning Department’s Environmental Review Officer has deemed a project to be exempt from further environmental review, 
an exemption determination has been prepared and can be obtained on-line at http://www.sf- 
planning.org/index.aspx?page=3447.Under CEQA, in a later court challenge, a litigant may be limited to raising only those 
issues previously raised at a hearing on the project or in written correspondence delivered to the Board of Supervisors, 
Planning Commission, Planning Department or San Francisco Public Utilities Commission at, or prior to, such hearing, or as 
part of the appeal hearing process on the CEQA decision. 





ORDER OF BUSINESS 
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if 


8. 


Call to Order 


Roll Call 


. Approval of the Minutes of April 14, 2020 


. General Public Comment 


Members of the public may address the Commission on matters that are within the 
Commission’s jurisdiction and are not on today’s agenda 


Communications (discussion only) 
a) Contract Advertisement Report 
b) Correspondence Log 
c) Streetlight Program Update 
d) Water Supply Conditions Update 


Report of the General Manager (discussion only) 
a) Update on SFPUC Operations During COVID-19 Emergency 


Bay Area Water Supply and Conservation Agency Written Update (discussion only) 


New Commission Business (discussion only) 


CONSENT CALENDAR 


o) 


200071 


All matters listed hereunder constitute a Consent Calendar, are considered to be routine 
by the San Francisco Public Utilities Commission and will be acted upon by a single 
vote of the Commission. There will be no separate discussion of these items unless a 
member of the Commission or the public so requests, in which event the matter will be 
removed from the Calendar and considered as a separate item. 


a) Approve Amendment No. 2 to Agreement No. PRO.0129, Construction Contract 
Audit and Project Consulting Services, with PMA Consultants, LLC to provide 
compliance and performance audits on construction safety in Hetch Hetchy Capital 
Improvement Projects; and authorize the General Manager to execute this 
amendment, increasing the contract duration by two years for a total duration of 
three years and one month, with no change to the contract amount. (How) 


b) Approve the plans and specifications, and award Contract No. WD-2616, 8-Inch 
Ductile Iron Water Main Replacement on Baker Street from Geary Boulevard to 


990072 Broadway Street and on Sutter Street from Divisadero Street to Presidio Avenue, in 


the amount of $3,701,180, with a duration of 525 consecutive calendar days 
(approximately one year and five months), to the responsible bidder that submitted 
the lowest responsive bid, M Squared Construction, Inc. This Action constitutes the 
Approval Action for the project for the purposes of CEQA, pursuant to Section 
31.04(h) of the San Francisco Administrative Code. This project is not designated 
as an Essential Infrastructure project under the March 31, 2020 Shelter in Place 


(“SIP”) Order; this authorization therefore allows the contract to be executed but no 
field work may proceed at this time under the applicable City and State directives, 
including without limitation the SIP Order. (How) 


c) Accept work performed by M. Hernandez Construction, Inc. (dba: Hernandez 
Engineering), for Contract No. WD-2781, 8-inch Ductile Iron Water Main 
Replacement, Sewer Replacement, Pavement Renovation on Russia Avenue, 

200073 Prague Street and Various Side Streets; approve Modification No. 2 (Final), 

decreasing the contract amount by $84,499 for a total contract amount of 
$5,629,359, and increasing the contract duration by 424 consecutive calendar days 
(approximately one year and two months), for a total contract duration of 1,069 
consecutive calendar days (approximately two years and 11 months); and authorize 
final payment to the contractor. (How) 


d) Approve an increase of $$50,000 to the existing contract cost contingency, for 

Contract No. WW-611, Cutler Avenue, Lower Great Highway, Sloat Boulevard and 

Wawona Street Sewer Replacement; and authorize the General Manager to 

Z (007 4 approve future modifications to the contract for a total contract amount of up to 
$2,413,669, with no change to contract duration. This project is currently stopped 
since it is not designated as an Essential Infrastructure project under the March 31, 
2020 Shelter in Place (“SIP”) Order. This authorization is only for an increase in 
contingency to compensate the contractor for additional quantities and no field work 
is permitted to proceed under the applicable City and State directives, including 
without limitation the SIP Order. (How) 


e) Accept work performed by Shaw Pipeline, Inc. for Contract No. WW-629, Various 
Locations Sewer Replacement and Pavement Renovation No. 1; approve 
290075 Modification No. 8 (Final), decreasing the contract amount by $293,637 for a total 
contract amount of $7,896,069, and a total contract duration of 663 consecutive 
calendar days (approximately one year and 10 months); and authorize final 
payment to the contractor. (How) 


f) Approve the plans and specifications, and award Contract No. WW-679, Various 
Locations Sewer Replacement No. 8, in the amount of $4,412,862, and with a 
duration of 425 consecutive calendar days (approximately one year and two 

200076 months) to the responsible bidder submitting the lowest responsive bid, Precision 
Engineering, Inc. to replace existing sewers on specified streets in the City and 
County of San Francisco, provided that no field work may proceed and Notice to 
Proceed shall not issue until allowed under applicable City and State directives, 
including without limitation the San Francisco County Health Officer's March 31, 
2020 Shelter in Place Order. This action constitutes the Approval Action for the 
project for the purposes of CEQA, pursuant to Section 31.04(h) of the San 
Francisco Administrative Code. (How) 


REGULAR CALENDAR 


10. 


230077 


bite 


290078 


We 


00073 


13. 


200080 


14. 


200081 


200082 


Approve Project No. CUW35201, Alameda Creek Recapture Project; adopt the 
required California Environmental Quality Act Findings, including a Statement of 
Overriding Considerations, and the Mitigation Monitoring and Reporting Program; and 
authorize the General Manager to implement the Project, in compliance with the 
Charter and applicable law, and subject to subsequent Commission action and Board 
of Supervisors approval, where required. (How) 


Approve Project No. 10014227 Bay Corridor Transmission and Distribution Project; 
and authorize the release of the remaining $56,668,701 in funding for construction 
under Hetchy Power Capital Fund-funded Contract No. DB-130 Bay Corridor 
Transmission and Distribution — Phase 3, provided that such funding may only be 
expended at this time for procurement of long lead items in accordance with the 
Shelter in Place Order and City Administrator guidance. This action authorizes a 
second Notice to Proceed for equipment purchase only, and no construction. The City 
Administrator has authorized this limited portion of the work on this project to proceed 
at this time under the “Essential Infrastructure” exception to the City’s March 31, 2020 
Shelter in Place (“SIP”) Order. This action constitutes the Approval Action for the 
project for the purposes of CEQA, pursuant to Section 31.04(h) of the San Francisco 
Administrative Code. (Ritchie) 


Approve Amendment No. 1 to Agreement No. PRO.0078, Helicopter Services for 
Hetch Hetchy Water and Power, with A&P Helicopters, Inc., to provide continued use 
of helicopter services for aerial inspection of transmission towers and lines; transport 
for emergency response and equipment to inaccessible areas; ‘short haul’ transport of 
personnel for training and other as-needed flights; and authorize the General Managef 
to execute this amendment, extending the contract duration by three years, for a total 
agreement duration of six years, with no change to the agreement amount. 

(How) 


Approve the terms and conditions of and authorize the General Manager to execute a 
Purchase and Sale Agreement for Real Estate in the amount of $1,227,500 for the 
purchase of approximately 164.5 acres of agricultural land commonly known as the 
Driscoll Ranch in an unincorporated area in Alameda County, California, from 

Walter A. Starr, Ill, as successor trustee for each of the Allan M. Starr Trust and the 
Allan M. Starr Family Trust. (Carlin) 


Public Hearing: Discussion and possible action to adopt a new, optional electric 
generation tariff for Hetch Hetchy Power customers called a “green tariff’ that 
qualifies as renewable energy generation under California's Renewable Portfolio 
Standard regulations. This “green tariff’ would be voluntary, requiring customers to opt 
in, and be made available for a premium charge on top of the customer’s otherwise 
applicable existing rate. This action constitutes the Approval Action for the project for 
the purposes of CEQA, pursuant to Section 31(h) of the San Francisco Administrative 
Code. (Sandler) 


Approve the award of a Green Infrastructure Grant in the amount of up to $480,958 
to Lycee Francais de San Francisco (LFSF) to design, and if following comp!stion of 
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Sophie Maxwell 
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1. Call to Order 
President Caen called the meeting to order at 1:31 PM. 


2. Roll Call 
Present: Caen, Vietor, Moran, Maxwell, and Paulson 


3. Approval of the Minutes of April 14, 2020 
On motion to approve the minutes of April 14, 2020 


Ayes: Caen, Vietor, Moran, Maxwell and Paulson 
No public comment. 


4. General Public Comment 

e Chris Gilbert, Sierra Club Bay Chapter, Water Committee, urged the Commission to 
continue to address restoration of the Bay Delta and Tuolumne River. He expressed 
concern with the decline in fish stock. 

e Peter Drekmeier, Tuolumne River Trust, stated the SFPUC lacks progress on 
environmental protections. He stated that there is a need for alternative water 
supplies. He noted other localities efforts to do so. 

e Aleta Dupree expressed the need to increase the amount of renewables in all classes 
of service in the CleanPowerSF Program, and indicated that work must continue to 
create a municipal utility district. 


5. Communications 
a) Contract Advertisement Report 
b) Correspondence Log 
c) Streetlight Program Update 
d) Water Supply Conditions Update 


Public Comment 
e Aleta Dupree asked that pronouns she/her be used. She discussed the need to 
use LED’s in historical street lights. 


6. Report of the General Manager (GM) 


a) Update on SFPUC Operations During COVID-19 Emergency 
GM Kelly updated the Commission on the impact of COVID-19 on SFPUC 


operations. He discussed the remote work performed by many employees, including 
customer service, finance, and water evaluation staff, who continue providing 
essential business functions. He noted some staff have been assigned to the City’s 
Emergency Operation Center and the SFPUC’s Departmental Operations Center. 
He indicated that staff who must physically report to certain SFPUC facilities are 
provided with personal protective equipment and must maintain appropriate social 
distance, as per mandated guidelines. GM Kelly stated standardized disinfecting 
procedures are in place and that there are voluntary health-screening procedures for 
employees entering those facilities. He stated that the Bryant Street facility and 
Southeast Treatment Plant have mandatory health screenings, with the City 
Distribution Division screenings to become mandatory later in the week. 
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He noted efforts to assist customers who are experiencing financial difficulties. 


He discussed efforts to move forward with finalizing vacant positions that are vital to 
operations. 


President Caen thanked GM Kelly and SFPU staff for their work during this 
unpresented time. 


No public comment. 


7. Bay Area Water Supply and Conservation Agency (BAWSCA) Written Update 
The Commission Secretary stated that Nicole Sandkullaj BAWSCA CEO, submitted 


BAWSCA’s monthly update in writing. She indicated the correspondence was included 
with the published meeting materials. 


No public comment. 


8. New Commission Business 
None. 


9. Consent Calendar: 


a) Approve Amendment No. 2 to Agreement No. PRO.0129, Construction Contract 
Audit and Project Consulting Services, with PMA Consultants, LLC to provide 
compliance and performance audits on construction safety in Hetch Hetchy Capital 
Improvement Projects; and authorize the General Manager to execute this 
amendment, increasing the contract duration by two years for a total duration of 


three years and one month, with no change to the contract amount. (Resolution 20- 
0071) 


b) Approve the plans and specifications, and award Contract No. WD-2616, 8-Inch 
Ductile Iron Water Main Replacement on Baker Street from Geary Boulevard to 
Broadway Street and on Sutter Street from Divisadero Street to Presidio Avenue, in 
the amount of $3,701,180, with a duration of 525 consecutive calendar days, to the 
responsible bidder that submitted the lowest responsive bid, M Squared 
Construction, Inc. This Action constitutes the Approval Action for the project for the 
purposes of CEQA, pursuant to Section 31.04(h) of the San Francisco 
Administrative Code. This project is not designated as an Essential Infrastructure 
project under the March 31, 2020 Shelter in Place (“SIP”) Order; this authorization 
therefore allows the contract to be executed but no field work may proceed at this 


time under the applicable City and State directives, including without limitation the 
SIP Order. (Resolution 20-0072) 


c) Accept work performed by M. Hernandez Construction, Inc. (dba: Hernandez 
Engineering), for Contract No. WD-2781, 8-inch Ductile Iron Water Main 
Replacement, Sewer Replacement, Pavement Renovation on Russia Avenue, 
Praque Street and Various Side Streets; approve Modification No. 2 (Final), 
decreasing the contract amount by $84,499 for a total contract amount of 
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$5,629,359, and increasing the contract duration by 424 consecutive calendar days, 
for a total contract duration of 1,069 consecutive calendar days; and authorize final 
payment to the contractor. (Resolution 20-0073) 


d) Approve an increase of $$50,000 to the existing contract cost contingency, for 
Contract No. WW-611, Cutler Avenue, Lower Great Highway, Sloat Boulevard and 
Wawona Street Sewer Replacement: and authorize the General Manager to 
approve future modifications to the contract for a total contract amount of up to 

2,413,669, with no change to contract duration. This project is currently stopped 
since it is not designated as an Essential Infrastructure project under the March 31, 
2020 Shelter in Place (“SIP”) Order. This authorization is only for an increase in 
contingency to compensate the contractor for additional quantities and no field work 


is permitted to proceed under the applicable City and State directives, including 
without limitation the SIP Order. (Resolution 20-0074) 


e) Accept work performed by Shaw Pipeline, Inc. for Contract No. WW-629, Various 
Locations Sewer Replacement and Pavement Renovation No. 1; approve 
Modification No. 8 (Final), decreasing the contract amount by $293,637 for a total 
contract amount of $7,896,069, and a total contract duration of 663 consecutive 


calendar days (approximately one year and 10 months): and authorize final 
payment to the contractor. (Resolution 20-0075) 


f) Approve the plans and specifications, and award Contract No. WW-679, Various 
Locations Sewer Replacement No. 8, in the amount of $4,412,862, and with a 
duration of 425 consecutive calendar days to the responsible bidder submitting the 
lowest responsive bid, Precision Engineering, Inc. to replace existing sewers on 
specified streets in the City and County of San Francisco, provided that no field 
work may proceed and Notice to Proceed shall not issue until allowed under 
applicable City and State directives, including without limitation the San Francisco 
County Health Officer's March 31, 2020 Shelter in Place Order. This action 
constitutes the Approval Action for the project for the purposes of CEQA, pursuant 
to Section 31.04(h) of the San Francisco Administrative Code. (Resolution 20-0076) 


No public comment. 


On motion to approve the Consent Calendar 
Ayes: Caen, Vietor, Moran, Maxwell and Paulson 


10. Approve Project No. CUW35201, Alameda Creek Recapture Project; adopt the 
required California Environmental Quality Act Findings, including a Statement of 
Overriding Considerations, and the Mitigation Monitoring and Reporting Program; and 
authorize the General Manager to implement the Project, in compliance with the 
Charter and applicable law, and subject to subsequent Commission action and Board 
of Supervisors approval, where required. (Resolution 20-0077)\\ 


Kathy How, Assistant General Manager (AGM) Infrastructure, introduced the item and 
requested project approval. 
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Public Comment 

e The Commission Secretary noted correspondence was received from Robert 
Shaver, General Manager, Alameda County Water District, expressing support for 
the project. The letter was provided to the Commission. 


On motion to approve item 10 
Ayes: Caen, Vietor, Moran, Maxwell and Paulson 


11. Approve Project No. 10014227 Bay Corridor Transmission and Distribution Project; 
and authorize the release of the remaining $56,668,701 in funding for construction 
under Hetchy Power Capital Fund-funded Contract No. DB-130 Bay Corridor 
Transmission and Distribution — Phase 3, provided that such funding may only be 
expended at this time for procurement of long lead items in accordance with the 
Shelter in Place Order and City Administrator quidance. This action authorizes a 
second Notice to Proceed for equipment purchase only, and no construction. The City 
Administrator has authorized this limited portion of the work on this project to proceed 
at this time under the “Essential Infrastructure” exception to the City’s March 31, 2020 
Shelter in Place (“SIP”) Order. This action constitutes the Approval Action for the 

roject for the purposes of CEQA, pursuant to Section 31.04(h) of the San Francisco 
Administrative Code. (Resolution 20-0078) 


AGM How introduced the item and requested project approval. 
No public comment. 


On motion to approve item 11 
Ayes: Caen, Vietor, Moran, Maxwell and Paulson 


12. Approve Amendment No. 1 to Agreement No. PRO.0078, Helicopter Services for 
Hetch Hetchy Water and Power, with A&P Helicopters, Inc., to provide continued use 
of helicopter services for aerial inspection of transmission towers and lines; transport 
for emergency response and equipment to inaccessible areas: 'short haul' transport of 
personnel for training and other as-needed flights; and authorize the General Manager 
to execute this amendment, extending the contract duration by three years, for a total 


agreement duration of six years, with no change to the agreement amount. 
(Resolution 20-0079) 


Steve Ritchie, AGM Water, introduced the item and requested contract approval. 
No public comment. 


On motion to approve item 12 
Ayes: Caen, Vietor, Moran, Maxwell and Paulson 


13. Approve the terms and conditions of and authorize the General Manager to execute a 
Purchase and Sale Agreement for Real Estate in the amount of $1,227,500 for the 
purchase of approximately 164.5 acres of agricultural land commonly known as the 
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Driscoll Ranch in an unincorporated area in Alameda County, California, from 
Walter A. Starr, Ill, as successor trustee for each of the Allan M. Starr Trust and the 


Allan M. Starr Family Trust. (Resolution 20-0080) 





Michael Carlin, Deputy General Manager (DGM), introduced the item and requested 
approval for the purchase and sales agreement. 


AGM Ritchie responded to a question from Vice President (VP) Vietor as to how the 

property came to be on the market. VP Vietor asked that future property acquisitions 
presented to the Commission for approval include information as to how the property 
came to be on the market. 


No public comment. 


On motion to approve item 13 
Ayes: Caen, Vietor, Moran, Maxwell and Paulson 


14. Adopta new, optional electric generation tariff for Hetch Hetchy Power customers 
called a “green tariff’ that qualifies as renewable energy generation under California's 
Renewable Portfolio Standard regulations. This “green tariff’ would be voluntary, 
requiring customers to opt in, and be made available for a premium charge on top of 


the customer’s otherwise applicable existing rate. This action constitutes the Approval 
Action for the project for the purposes of CEQA, pursuant to Section 31(h) of the San 
Francisco Administrative Code. (Resolution 20-0081) 


Eric Sandler, Chief Financial Officer and AGM Business Services, introduced the item 
and requested approval for the green tariff. 


Public Comment 
e Aleta Dupree stated the tariff looks complicated and that it needs to be monetized. 


On motion to approve item 14 
Ayes: Caen, Vietor, Moran, Maxwell and Paulson 


15. Approve the award of a Green Infrastructure (Gl) Grant in the amount of up to 
$480,958 to Lycee Francais de San Francisco (LFSF) to design, and if following 
completion of environmental review the project proceeds and the Commission 
authorizes disbursement of grant funds for construction, construct stormwater 
management features at the LFSF Orteqa Campus located at 1201 Ortega Street, and 
authorize the General Manager to execute a Green Infrastructure Grant Agreement 
with LESF for a duration of 20 years. (Resolution 20-0082) 


Greg Norby, AGM Wastewater, introduced the item and requested approval for 
planning and design of the G! Grant. 
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AGM Norby responded to a question from VP Vietor regarding permeable pavement 
for the basketball court noted in the grant, and about the potential for city-wide use for 
permeable pavement at other city athletic facilities. 


No public comment. 


On motion to approve item 15 
Ayes: Caen, Vietor, Moran, Maxwell and Paulson 


16. Adjournment 
President Caen adjourned the meeting at 2:38 PM. 
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PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0071 


WHEREAS, On April 15, 2019, pursuant to the authority granted by Resolution No. 09- 
0017, the San Francisco Public Utilities Commission (SFPUC) General Manager awarded 
Agreement No. PRO.O129, Construction Contract Audit and Project Consulting Services, with 
an amount not-to-exceed $250,000 and with a duration of eleven months to PMA Consultants, 
LLC and 


WHEREAS, On March 5, 2020, the General Manager issued Amendment No. | to 
Agreement No. PRO.0129 Construction Contract Audit and Project Consulting Services, to 
extend the agreement by two months, for a total agreement duration of one year and one month, 
with no change to the agreement amount; and 


WHEREAS, Amendment No. 2 is being requested to extend the agreement by two years, 
for a total agreement duration of three years and one month, with no change to the agreement 
amount; and 


WHEREAS, A Contract Monitoring Division (CMD) has waived the subconsulting 
requirement for Local Business Enterprise (LBE) participation for this agreement; and 


WHEREAS, Funds for this agreement are available from Hetch Hetchy Water and Power 
Capital budget; now, therefore, be it 


RESOLVED, That this Commission hereby approves Amendment No. 2 to Hetch Hetchy 
Water and Power Capital Program-funded Agreement No. PRO.0129, Construction Contract 
Audit and Project Consulting Services, with PMA Consultants, LLC; and be it 


FURTHER RESOLVED, That this Commission authorizes the General Manager to 
execute Amendment No. 2, extending the agreement duration by two years, for a total agreement 
duration of three years and one month, with no change to the agreement amount. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting April 28, 2020. 


[Wor Mod 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0072 


WHEREAS, The San Francisco Public Utilities Commission (SFPUC) advertised Water 
Enterprise, Local Conveyance/Distribution System Program-funded Contract No. WD-2616, 8- 
Inch Ductile Iron Water Main Replacement on Baker Street from Geary Boulevard to Broadway 
Street and on Sutter Street from Divisadero Street to Presidio Avenue, on January 14, 2020; and 


WHEREAS, The purpose of the 8-Inch Ductile Iron Water Main Replacement on Baker 
Street from Geary Boulevard to Broadway Street and on Sutter Street from Divisadero Street to 
Presidio Avenue is the replacement and installation of approximately 5,800 feet of ductile iron 
water conveyance pipe and ancillary water service pipe, and restoration of pavement to ensure 
reliable water delivery within San Francisco; and 


WHEREAS, The Engineer’s Estimate was $3,576,000 for this construction contract 
work, and the contract.duration is 525 consecutive calendar days; and , 


WHEREAS, On November 25, 2013, the Planning Department determined that the 
proposed project is categorically exempt from the California Environmental Quality Act (CEQA) 
under Section 15302, Class 2 (Replacement and Reconstruction); and 


WHEREAS, Two (2) bids were received and opened publicly on February 6, 2020; and 


WHEREAS, SFPUC staff and Contract Monitoring Division’s (CMD) review of the bids 
for qualifications, responsibility, responsiveness, and application of bid preferences resulted in 
the establishment of M Squared Construction, Inc. as the responsible bidder that submitted the 
lowest responsive bid; and 


WHEREAS, The CMD established a Local Business Enterprise (LBE) subcontracting 
requirement of 20% for this contract, and the contractor committed to an LBE subcontracting 
participation of 20.26% with its bid submittal; and 


WHEREAS, The firm awarded a contract by the SFPUC must be in compliance with the 
Equal Benefits Provisions of Chapter 12B of the City’s Administrative Code either at the time of 
the award or within 2 weeks of the date of the Commission award; failure of the bidder to obtain 
compliance certification from CMD may result in award of the contract to the responsible bidder 
that submitted the next lowest responsive bid, or in re-bidding of the contract at the discretion of 
the City; and 


WHEREAS, Funds are available from Project No. CUW280PR42 (10015168), Water 
Enterprise, Local Conveyance/Distribution System Program; and 


WHEREAS, This contract was not designated as an Essential Infrastructure project under 
the March 31, 2020 Shelter in Place (“SIP”) Order and therefore no field work is permitted to 
proceed at this time under the applicable City and State directives, including without limitation 
the March 31, 2020 Shelter in Place (“SIP”) Order; now, therefore, be it 


RESOLVED, That this Commission hereby approves the plans and specifications and 
awards Water Enterprise, Local Conveyance/Distribution System Program-funded Contract No. 
WD-2616, 8-Inch Ductile Iron Water Main Replacement on Baker Street from Geary Boulevard 
to Broadway Street and on Sutter Street from Divisadero Street to Presidio Avenue, in the 
amount of $3,701,180, with a duration of 525 consecutive calendar days, to the responsible 
bidder that submitted the lowest responsive bid, M Squared Construction, Inc., provided that 
construction may not commence at this time under the applicable City and State directives, 
including without limitation the March 31, 2020 Shelter in Place (“SIP”) Order; and be it 


FURTHER RESOLVED, That the General Manager is hereby authorized to issue a 
Notice to Proceed once construction or field work is permitted under the applicable City and 
State directives, including without limitation the SIP Order. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of April 28, 2020. 


Nona Med 


Secretary, Public Utilities Commission 


City and County of San Francisco 
RESOLUTION NO. 20-0073 


WHEREAS, Construction has been completed for Contract No. WD-2781, 8-inch Ductile 
Iron Water Main Replacement, Sewer Replacement, Pavement Renovation on Russia Avenue, 
Prague Street and Various Side Streets, by the contractor, M. Hernandez Construction, Inc. (dba: 
Hernandez Engineering); and 


WHEREAS, On June 28, 2016, per Resolution No. 16-0126, this Commission approved 
the award of Water Enterprise Local Conveyance/Distribution System Program, Wastewater 
Enterprise, Renewal and Replacement Program, and San Francisco Public Works Street 
Resurfacing Program funded Contract No. WD-2781, 8-inch Ductile Iron Water Main 
Replacement, Sewer Replacement, Pavement Renovation on Russia Avenue, Prague Street and 
Various Side Streets, to M. Hernandez Construction, Inc. (dba: Hernandez Engineering); and 


WHEREAS, The construction contract Notice-To-Proceed date was set for September 26, 
2016; and 


WHEREAS, The original contract amount was for $5,499,989 and the original contract 
duration was 591 consecutive calendar days; and 


. = 4 4.05 \ F by . D 
WHEREAS, Section 6.22(h) of the Administrative Code requires that any cumulative 
increases in contract price or duration in excess of 10% of the original contract price or duration 
be approved by the Commission; and 


WHEREAS, Modification No. | was issued by staff (within the 10% contingency) 
increasing the contract amount by $213,869, and increasing the contract duration by 54 
consecutive calendar days, to delete unused bid items, increase bid item quantities needed to 
complete the Contract Work, add sewer lateral and culvert installation, include concrete street 
restoration not included in the Contract but required for compliance with Regulations for 
Excavating and Restoring Streets in San Francisco (DPW Order No. 187005), and for 
unforeseen conditions to include contaminated material off-haul, excavation of hard rock, and 
removal of subsurface concrete, for a total revised contract amount of $5,713,858, and a total 
revised contract duration of 645 consecutive calendar days; and 


WHEREAS, Staff recommends approval of Modification No. 2 (Final) to decrease the 
contract amount by $84,499, to reflect adjustments in the final quantities to reflect actual work 
performed, for a total contract amount of $5,629,359, and with a non-compensable time 
extension of 424 consecutive calendar days, to account for delays associated with additional 
sewer lateral and culvert installation, additional concrete street restoration not included in the 
Contract but required for compliance with Regulations for Excavating and Restoring Streets in 
San Francisco (DPW Order No. 187005), and unforeseen conditions to include contaminated 
material off-haul, excavation of hard rock, and removal of subsurface concrete, for a total 
contract duration of 1,069 days; and 


WHEREAS, The Contract Monitoring Division (CMD) established a Local Business 
Enterprise (LBE) subcontracting goal of 20% for this contract, the contractor committed to a 
LBE participation of 21.86% with its bid submittal, and CMD has determined that the contractor 


made a good faith effort to substantially comply with the LBE subcontracting requirement by 
receiving a final participation of 25.26%; and 


WHEREAS, Funds are available from Project No. CUW280PR99, WD-2781, 8-inch 
Ductile Iron Water Main Replacement, Sewer Replacement, Pavement Renovation on Russia 
Avenue, Prague Street and Various Side Streets; now, therefore, be it 


RESOLVED, That this Commission hereby approves Modification No. 2, decreasing the 
contract by $84,499, for a total contract amount of $5,629,359, and providing a non-compensable 
time extension of 424 consecutive calendar days, for a total contract duration of 1,069 
consecutive calendar days; and be it 


FURTHER RESOLVED, That this Commission hereby accepts the work performed by 
M. Hernandez Construction, Inc. (dba: Hernandez Engineering), for Water Enterprise, Local 
Conveyance/Distribution System Program-funded Contract No. WD-2781, 8-inch Ductile [ron 
Water Main Replacement, Sewer Replacement, Pavement Renovation on Russia Avenue, Prague 
Street and Various Side Streets, for a total contract amount of $5,629,359, with a total contract 
duration of 1,069 consecutive calendar days and authorizes final payment to the Contractor. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of April 28, 2020. 


pilorna Need 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0074 


WHEREAS, On July 10, 2018, per Resolution No. 18-0115, this Commission approved 
the award of Wastewater Enterprise, Renewal and Replacement Program-funded Contract No. 
WW-611, Cutler Avenue, Lower Great Highway, Sloat Boulevard and Wawona Street Sewer 
Replacement to JOB & Sons Construction Inc., and 


WHEREAS, The construction contract Notice-to-Proceed date was September 24, 2018; 
and 


WHEREAS, The original contract amount was for $2,148,790 and the original contract 
duration was 315 consecutive calendar days; and 


WHEREAS, Section 6.22(h) of the San Francisco Administrative Code require 
Commission approval for any cumulative increase in contract cost or duration in excess of 10% 
of the original contract amount or duration; and 


WHEREAS, Modifications No. | and No. 2 were issued increasing the contract amount 
by $124,560 (within the 10% contingency) and increasing the contract duration by 27 
consecutive calendar days (within the 10% contingency), to account for estimated increase in 
pavement renovation quantities, for a total contract amount of $2,273,350 and a total contract 
duration of 342 consecutive calendar days; and 


WHEREAS, On November 26, 2019, per Resolution No. 19-0220, this Commission 
approved an increase of 87 calendar days to the contract duration contingency, for a total 
contract duration contingency of 118 consecutive calendar days and a total contract duration of 
up to 433 consecutive calendar days, with no change to the contract amount; and 


WHEREAS, Modification No. 3 was issued increasing the contract duration by 90 
consecutive calendar days, to complete pavement restoration work scope, for a total contract 
duration of 432 (approximately one year and two months) consecutive calendar days, with no 
change to the contract amount; and 


WHEREAS, An increase of $50,000 to the contract cost contingency is being requested 
to cover contract quantity overruns for a total contract cost contingency amount of $264,879; and 


WHEREAS, This project is currently stopped because it is not designated as an Essential 
Infrastructure project under the County Health Officer’s March 31, 2020 Shelter in Place (“SIP’’) 
Order and this action is only for an increase in contingency to compensate the contractor for 
additional quantities and no field work is permitted to proceed at this time until authorized by 
applicable City and State directives; and 


WHEREAS, Contract Monitoring Division established a Local Business Enterprise 
(LBE) subcontracting participation of 20% for this contract, and the contractor committed to a 
LBE participation of 19.92% with its bid submittal; and 


WHEREAS, Funds are available from Project No. 10015665, Cutler Avenue, Lower 
Great Highway, Sloat Boulevard and Wawona Street Sewer Replacement; and 


RESOLVED, That this Commission hereby approves an increase of $$50,000 to the 
existing contract cost contingency, for Wastewater Enterprise, Renewal and Replacement 
Program funded Contract No. WW-611, Cutler Avenue, Lower Great Highway, Sloat Boulevard 
and Wawona Street Sewer Replacement, for a total contract cost contingency amount of 
$264,879; and be it 


FURTHER RESOLVED, This authorization is only for an increase in contingency to 
compensate the contractor for additional quantities, and no construction nor other field work will 
be performed until authorized by applicable City and State directives; and be it 

FURTHER RESOLVED, That this Commission hereby authorizes the General Manager, 
or his or her designee, to consider, and, if appropriate, to approve any future modifications to the 
contract amount for a total contract amount of up to $2,413,669, with no change to contract 
duration. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of April 28, 2020. 


oe 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0075 


WHEREAS, Construction has been completed for Contract No. WW-629, Various 
Locations Sewer Replacement and Pavement Renovation No. 1, by the contractor, Shaw 
Pipeline, Inc.; and 


WHEREAS, On May 23, 2017, by Resolution No. 17-0115, this Commission awarded 
Contract No. WW-629, Various Locations Sewer Replacement and Pavement Renovation No. |, 
in the amount of $7,404,605, to the lowest, qualified responsible and responsive bidder, Shaw 
Pipeline, Inc.; and 


WHEREAS, The construction contract Notice To Proceed date was set for September 18, 
2017, with an original schedule of 540 consecutive calendar days and the contract work was 
completed in 663 consecutive calendar days on July 14, 2019; and 


WHEREAS, The original contract amount was for $7,404,605 and the original contract 
duration was 540 consecutive calendar days; and 


WHEREAS, Section 6.22(h) of the Administrative Code requires that any cumulative 
increase in contract amount or duration in excess of 10% of the original contract amount or 
duration be approved by the Commission; and 


WHEREAS, On January 22, 2019, per Resolution No. 19-0007, this Commission 
approved an increase to the contract cost contingency in the amount of $44,640, for a _ total 
contract amount of up to $8,189,706, with no change in the contract duration; and 


WHEREAS, Modification Nos. 1-6 were issued for a cumulative increase of $785,101, to 
cover quantity overrun increases for a total contract amount of $8,189,706, and increase the 
contract duration by nine calendar days, for a total contract duration of 549 consecutive calendar 
days; and 


WHEREAS, On February 12, 2019, per Resolution No. 19-0023, this Commission 
approved an increase to the contract duration contingency in the amount of 69 days, increasing 
the contract duration contingency to 123 calendar days, for a total duration of up to 663 
consecutive calendar days, with no change in the contract amount; and 


WHEREAS, Modification No. 7 was issued to increase the contract duration by 114 
calendar days to allow for completion of work scope on Harry Street, for a total contract duration 
of 663 consecutive calendar days, with no change to contract amount; and 


WHEREAS, Staff recommends approval of Modification No. 8 (Final) for a decrease of 
the contract amount by $293,637 to adjust bid item quantities to match actual quantities 
completed, for a total contract amount of $7,896,069; and 


WHEREAS, The Contract Monitoring Division determined that the contractor has made 
a good faith effort to comply with the established LBE subcontracting goal of 20% for this 
contract by achieving a final LBE participation of 23.61%; and 


WHEREAS, Funds are available from Project No. 10015673 - Various Locations Sewer 
Replacement No. 1; now, therefore, be it 


RESOLVED, That this Commission hereby accepts work performed by Shaw Pipeline, 
Inc. for Wastewater Enterprise, Renewal and Replacement Program and San Francisco Public 
Works Street Resurfacing Program-funded Contract No. WW-629, Various Locations Sewer 
Replacement and Pavement Renovation No. |, approves Modification No. 8 (Final), decreasing 
the contract amount by $293,637, for a total contract amount of $7,896,069, and a total contract 
duration of 663 consecutive calendar days, and authorizes final payment to the contractor. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of April 28,2020. 


plornr Mood 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0076 


WHEREAS, Wastewater Enterprise, Renewal and Replacement and Public Works Street 
Resurfacing Program-funded, Contract No. WW-679, Various Locations Sewer Replacement 
No. 8, was advertised on January 27, 2020; and 


WHEREAS, The Engineer’s Estimate is $5,710,000 for this construction contract work to 
replace existing sewers on specified streets in the City and County of San Francisco; and 


WHEREAS, The contract duration is 425 consecutive calendar days (approximately one 
year and two months); and 


WHEREAS, Four (4) bids were received and opened publicly on March 12, 2020; and 


WHEREAS, San Francisco Public Utilities Commission (SFPUC) staff and Contract 
Monitoring Division (CMD) review of the bids for qualifications, responsibility, responsiveness 
and application of bid preferences resulted in the establishment of Precision Engineering, Inc. as 
the responsible bidder with the lowest responsive bid; and 


WHEREAS, CMD established a Local Business Enterprise (LBE) subcontracting 
participation of 20% for this contract, and the contractor committed to a LBE participation of 
20.39% with its bid submittal; and 


WHEREAS, The firm being awarded a contract by the SFPUC must be in compliance 
with the Equal Benefits Provisions of Chapter 12B of the City’s Administrative Code either at 
the time of the award, or within 2 weeks of the date of the Commission award; failure of the 
bidder to obtain compliance certification from CMD may result in award of the contract to the 
responsible bidder submitting the next lowest responsive bid, or re-bidding of the contract at the 
discretion of the City; and 


WHEREAS, Funds are available from Project No. 10033122, Various Locations Sewer 
Replacement No. 8; and 


WHEREAS, On August 8, 2019, the Planning Department determined that the project is 
exempt from the California Environmental Quality Act (CEQA) under Section 21080.21 and the 
CEQA Guidelines Section 15282(k); and 


WHEREAS, This contract is not designated as an Essential Infrastructure project under 
the San Francisco County Health Officer’s March 31, 2020 Shelter in Place (“SIP”) Order and 
therefore no field work under this contract is permitted to proceed at this time under applicable 
City and State directives, including without limitation the March 31, 2020 Shelter in Place 
(IP) Order, and 


WHEREAS, This Commission action allows the contract to be awarded but the General 
Manager may not issue Notice to Proceed with construction until allowed by applicable City and 
State directives, including but not limited to the SIP Order; now, therefore, be it 


RESOLVED, That this Commission hereby approves the plans and specifications and 
awards Wastewater Enterprise, Renewal and Replacement and Public Works Street Resurfacing 
Program funded Contract No. WW-679, Various Locations Sewer Replacement No. 8, in the 
amount of $ 4,412,862, for a duration of 425 consecutive calendar days, to the responsible bidder 
submitting the lowest responsive bid, Precision Engineering, Inc., provided that no field work 
may commence at this time; and be it 


FURTHER RESOLVED, The General Manager is hereby authorized to issue a Notice to 
Proceed once such work is permitted under applicable City and State directives, including 
without limitation the March 31, 2020 SIP Order. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of April 28, 2020. 


pllornr Mood 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0077 


WHEREAS, San Francisco Public Utilities Commission (“SFPUC’) staff have developed 
a project description under the Water System Improvement Program (“WSIP”) for certain 
improvements to the regional water supply system, otherwise known as Project No. CUW35201, 
Alameda Creek Recapture Project (“Project’’); and 


WHEREAS, The objectives of the Project are to (1) recapture the water that would have 
otherwise been stored in Calaveras Reservoir due to the release and bypass of flows from 
Calaveras Dam and the Alameda Creek Diversion Dam (“ACDD”), respectively, to meet 
instream flow requirements, thereby maintaining the historical annual transfers from the 
Alameda Watershed system to the SFPUC regional water system; (2) minimize impacts on water 
supply during drought, during system maintenance, and in the event of water supply problems or 
transmission disruptions in the Hetch Hetchy system; (3) maximize local watershed supplies; (4) 
maximize the use of existing SFPUC facilities and infrastructure; and (5) provide a sufficient 
flow to the Sunol Valley Water Treatment Plant to meet its minimum operating requirements; 
and 


WHEREAS, On April 16, 2020, the Planning Commission reviewed and considered the 
Final Environmental Impact Report (“FEIR”) for the Project in Planning Department File No. 
2015-004827ENV, consisting of the Draft Environmental Impact Report (“DEIR”) and the 
Comments and Responses document, and found that the contents of said report and the 
procedures through which the FEIR was prepared, publicized, and reviewed complied with the 
provisions of the California Environmental Quality Act (“CEQA”), the CEQA Guidelines, and 
Chapter 31 of the San Francisco Administrative Code, and found further that the FEIR reflects 
the independent judgment and analysis of the City and County of San Francisco, is adequate, 
accurate and objective, and that the Comments and Responses document contains no significant 
revisions to the DEIR, and certified the completion of said FEIR in compliance with CEQA and 
the CEQA Guidelines in its Motion No. 20684; and 


WHEREAS, This Commission has reviewed and considered the information contained in 
the FEIR, all written and oral information provided by the Planning Department, the public, 
relevant public agencies, SFPUC and other experts, and the administrative files for the Project 
and the FEIR; and 


WHEREAS, The Project and FEIR files have been made available for review by the 
SFPUC and the public, and those files are part of the record before this Commission; and 


WHEREAS, The Planning Department, Jonas P. Ionin, is the custodian of records, 
located in File No. 2015-004827ENV, at 1650 Mission Street, Fourth Floor, San Francisco, 
California; and 


WHEREAS, SFPUC staff prepared proposed findings as required by CEQA (“CEQA 
Findings”), and a proposed Mitigation, Monitoring and Reporting Program (“MMRP”), which 
material was made available to the public and the Commission for the Commission’s review, 
consideration, and action; 


WHEREAS, The Project is a capital improvement project approved by this Commission 
as part of the WSIP; and 


WHEREAS, A Final Programmatic EIR (“PEIR”) was prepared for the WSIP and 
certified by the Planning Commission on October 30, 2008 by Motion No. 17734; and 


WHEREAS, Thereafter, the SFPUC approved the WSIP and adopted findings and a 
MMRP as required by CEQA on October 30, 2008 by Resolution No. 08-200; and 


WHEREAS, The Final EIR prepared for the Project is tiered from the WSIP PEIR, as 
authorized by and in accordance with CEQA; and 


WHEREAS, The WSIP PEIR has been made available for review by the SFPUC and the 
public, and is part of the record before this Commission; and 


WHEREAS, For portions of the City-owned SFPUC watershed lands in the vicinity of 
where the Project work will occur, the SFPUC has issued easements, leases, permits, or licenses 
to certain parties to use watershed lands for various purposes, and in some instances other parties 
hold property rights or interests on lands along, over, under, adjacent to or in the vicinity of the 
watershed lands that may be affected by the Project; and 


WHEREAS, The Project may require the SFPUC General Manager to apply for and 
execute various necessary permits, encroachment permits, temporary and permanent right-of- 
way agreements, or other approvals, and those permits, agreements, or approvals shall be 
consistent with SFPUC existing fee or easement interests, where applicable, and will include 
terms and conditions including, but not limited to, maintenance, repair and relocation of 
improvements and possibly indemnity obligations; now, therefore, be it 


RESOLVED, This Commission has reviewed and considered the FEIR, finds that the 
FEIR is adequate for its use as the decision-making body for the actions taken herein, and hereby 
adopts the CEQA Findings, including the Statement of Overriding Considerations, attached 
hereto as Attachment A and incorporated herein as part of this Resolution by this reference 
thereto, and adopts the MMRP attached to this Resolution as Attachment B and incorporated 
herein as part of this Resolution by this reference thereto, and authorizes a request to the Board 
of Supervisors to adopt the same CEQA Findings, Statement of Overriding Considerations, and 
MMRP that are necessary in connection with the release of funding for project construction; and 
be it 


FURTHER RESOLVED, That this Commission authorizes the General Manager, or his 
designee, to (1) exercise any City or SFPUC right under any deed, easement, lease, permit, or 
license as necessary or advisable in connection with the Project, and (i1) negotiate and execute 
with owners or occupiers of property interests or utility facilities or improvements, on, along, 
over, under, adjacent to, or in the vicinity of the SFPUC's watershed lands, new or amended 
easements, leases, permits, licenses, encroachment removal, or other project related agreements 
with respect to uses and structures, fences, and other above-ground or subterranean 
improvements or interests; and be it 


FURTHER RESOLVED, That this Commission hereby approves Project No. 
CUW35201, Alameda Creek Recapture Project, and authorizes staff to proceed with actions 
necessary to implement the Project consistent with this Resolution, including advertising for 
construction bids. The Commission will consider the award of a construction contract at a later 
date. 


I hereby certify that the foregoing resolution was adopted by the Public 
Utilities Commission at its meeting of April 28, 2020. 


Alona Meod- 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0078 


WHEREAS, On February 25, 2020, by Resolution No. 20-0047, this Commission 
approved the award of Contract No. DB-130, Bay Corridor Transmission & Distribution - Phase 
3 (2019) to Beta Engineering California LP and authorized pre-construction services in the 
amount of $3,271,049 to proceed with a duration of 153 consecutive calendar days; and 


WHEREAS, By Resolution No. 20-0047, this Commission directed SFPUC staff to 
return to the Commission after completion of the review under the California Environmental 
Quality Act (CEQA) to seek authorization for the construction phase for the proposed Project, 
and the release of the remaining funding from No. 10014227, Bay Corridor Project, in the 
amount of $56,668,701 for the construction phase for a total contract amount to not to exceed 
$59,939,750, and a total contract duration of 396 consecutive calendar days; and 


WHEREAS, On October 24, 2019, the Planning Department determined that the 
construction of the new electrical substation at 398 Quint Street is categorically exempt under the 
California Environmental Quality Act (CEQA) Guidelines Section 15303 (Class 3 New 
Construction or Conversion of Small Structures), and on May 13, 2019, the Planning Department 
determined that the BCTD electrical cable and.equipment installation in selected portions of duct 
banks and vaults «installed. under other contracts is categorically exempt under the California 
Environmental Quality Act (CEQA) Guidelines. Section 15303 (Class 3 New Construction or 
Conversion of Small Structures), and on March 23, 2020, the Planning Department determined 
that the water pipeline, hydrants, valves, and associated items installation on Davidson Avenue 
and Rankin Street is categorically exempt under the California Environmental Quality Act 
(CEQA) Guidelines Section 15303 (Class 3 New Construction or Conversion of Small 
Structures); and 


WHEREAS, The City Administrator has authorized only the procurement of long lead 
items for the Bay Corridor Transmission & Distribution Project to proceed at this time under the 
“Essential Infrastructure” exception to the San Francisco County Health Officer’s March 31, 
2020 Shelter in Place (“SIP”) Order. All other work, including but not limited to design work, 
may only continue if it can be performed “working from home” as permitted under Section 5 of 
the SIP Order; and 


WHEREAS, Staff recommends authorizing the release of the constrution funding in an 
amount not to exceed $56,668,701, for a total contract amount not to exceed $59,939,750, 
provided that such funding shall be used only to procure long lead equipment purchases at this 
time in accordance with the SIP Order; and 


WHEREAS, SFPUC staff recommends authorizing the General Manager to negotiate, 
execute, and issue a Notice-to-Proceed (NTP) for procurement of long lead items for equipment 
at this time; and 


WHEREAS, Funds are available from Project No. 10014227, Bay Corridor Transmission 
and Distribution Project; now, therefore, be it 


RESOLVED, That this Commission hereby approves the Bay Corridor Transmission and 
Distribution Project and authorizes the release of the remaining funds in the amount of 
$56,668,701 under Hetchy Power Capital Fund-funded Contract No. DB-130 Bay Corridor 
Transmission and Distribution — Phase 3, provided that such funding may only be expended at 
this time for procurement of long lead items in accordance with the Shelter in Place Order and 
City Adminsitrator guidance; and be it 


FURTHER RESOLVED, That this Commission hereby authorizes the General Manager 
to issue a Notice to Proceed under DB-130 for procurement of long lead items for equipment ; 
and be it 


FURTHER RESOLVED, That this Commission hereby authorizes the General Manager 
to issue further Notices to Proceed once additional work is permitted under applicable City and 
State directives, including without limitation the Shelter in Place Order. 


I hereby certify that the foregoing resolution was Hleleheh ee by the Public Utilities 
Commission at its meeting of April 28, 2020. <<. 


loran tod 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


RESOLUTION NO. 20-0079 


WHEREAS, On August 8, 2017, pursuant to the General Manager’s delegated authority 
under Resolution No. 09-0017, the General Manager awarded Agreement No. PRO.0078, 
Helicopter Services for Hetch Hetchy Water and Power, for an amount not-to-exceed $500,000, 
and with a duration of three years, to A&P Helicopters, Inc.; and 


WHEREAS, Amendment No. | is being requested to extend the duration of the 
agreement by three years to continue to provide helicopter services to the San Francisco Public 
Utilities Commission’s Hetch Hetchy Water and Power Division, for a total agreement duration 
of six years, with no change to the agreement amount; and 


WHEREAS, Pursuant to Chapter 14B.8 of the San Francisco Administrative Code, the 


San Francisco Contract Monitoring Division (CMD) has waived the Local Business Enterprise 
(LBE) subconsulting requirements for this agreement; and 


WHEREAS, Funds for this agreement are available from the Hetch Hetchy Water and 
Power Operating budget; now, therefore, be it 


RESOLVED, That this Commission hereby approves Amendment No. | to Agreement 
PRO.0078, Helicopter Services for Hetch Hetchy Water and Power, with A&P Helicopters, Inc. 
to provide continued use of helicopter services for aerial inspection of transmission towers and 
lines, transport for emergency response and equipment to inaccessible areas, 'short haul' transport 
of personnel for training and other as-needed flights; and be it 


FURTHER RESOLVED, That this Commission authorizes the General Manager of the 
SFPUC to execute Amendment No. | extending the duration by three years for a total agreement 
duration of six years, with no change to the agreement amount. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting on April 28, 2020. 


jor Bod 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0080 


WHEREAS, The San Francisco Public Utilities Commission (SFPUC) adopted the Water 
Enterprise Environmental Stewardship Policy and the Alameda Watershed Management Plan 
and initiated the Watershed and Environmental Improvement Program (WEIP) to more 
proactively manage, protect, and restore environmental resources that affect or are affected by 
SFPUC operations; and 


WHEREAS, As part of this effort, the SFPUC seeks opportunities to restore and protect 
critical lands in the Alameda Creek Watershed; and 


WHEREAS, Acquisition of lands in the Alameda Creek Watershed allows the SFPUC to 
manage watershed lands and protect native species and their habitat; and 


WHEREAS, The SFPUC wishes to enter into a Purchase and Sale Agreement for Real 
Estate (“Purchase Agreement’’) to purchase for $1,227,500 approximately 164.5 acres within one 
parcel of agricultural land located near Sheridan Road in an unincorporated area of Alameda 
County near the Town of Sunol from Walter A. Starr, HI, as successor trustee of the Allan M. 
Starr Trust, and as successor trustee of the Allan M. Starr Family Trust (“Seller”); and 


WHEREAS, The Property is designated as Alameda County Assessor’s Parcel No. 096- 
0090-001-05 and is commonly known as Driscoll Ranch; and 


WHEREAS, The proposed purchase of the Property offers the SFPUC the opportunity to 
acquire and restore, preserve and manage watershed land directly adjacent to the SFPUC’s 
Alameda Watershed properties; and 


WHEREAS, Seller wishes to enter into the Purchase Agreement with the SFPUC; and 


WHEREAS, A City-hired MAI appraiser, Mateo Advisors, LLC, appraised the fair 
market value of the Property as of June 26, 2019 at $1,275,000, and the appraisal was approved 
by the Director of Property on July 29, 2019; and 


WHEREAS, The SFPUC staff anticipates spending up to $55,000 in costs for property 
inspection, environmental studies, survey, and other due diligence work; and 


WHEREAS, Funds for the purchase of the Property and the due diligence costs are 
available from the Watershed and Environmental Improvement Program (WEIP) Project 
No. 10015342 (Chart of Accounts 1005342 — 2956646 — 26220 — 15608 - 0006.); and 


WHEREAS, An Environmental Impact Report (EIR) was prepared for the Alameda 
Watershed Management Plan (Plan) and distributed to the public on December 11, 1999; and 


WHEREAS, The Final EIR was certified by the Planning Commission on August 3, 2000 
by Motion No.15931; and 


WHEREAS, On September 26, 2000, this Commission, by Resolution No.00-0229, 
adopted the Plan and CEQA findings required by the California Environmental Quality Act 
(CEQA); and 


WHEREAS, The proposed property acquisition files, including the EIR and SFPUC 
Resolution No.00-0229 have been made available for review by the SFPUC and the public, and 
those files are part of the record before this Commission; and 


WHEREAS, This Commission has reviewed and considered the information contained in 
the EIR, the findings incorporated by reference in SFPUC Resolution No. 00-0229 and all 
written and oral information provided by the Planning Department, the public, relevant public 
agencies, SFPUC and other experts and the administrative files for the acquisition; now, 
therefore, be it 


RESOLVED, This Commission has reviewed and considered the EIR and record as a 
whole finds that the EIR is adequate for its use as the decision—making body for the action taken 
herein and incorporates the CEQA findings contained in Resolution No. 00-0229 including 
Appendix A and the Statement of Overriding Considerations by this reference thereto as though 
set forth in this Resolution; and, be it 


FURTHER RESOLVED, This Commission further finds that since the EIR was 
finalized, there have been no substantial changes in the Plan and no substantial changes ‘in 
circumstances of the Plan that would require major revisions to the EIR due to the involvement 
of new significant environmental effects or an increase in the severity of previously identified 
significant impacts, and there is no new information of substantial importance that would change 
the conclusions set forth in the EIR; and, be it 


FURTHER RESOLVED, That this Commission hereby finds that the acquisition of the 
Property will further the primary goal of the Watershed Management Plan to protect watershed 
lands, and thus is consistent with the Alameda Watershed Management Plan (Watershed Plan); 
and, be it 


FURTHER RESOLVED, That this Commission hereby ratifies, approves, and authorizes 
all actions heretofore taken by any City official in connection with the Purchase Agreement; and, 
be it 

FURTHER RESOLVED, That this Commission hereby approves the terms and 
conditions of the Purchase Agreement; and, be it 


FURTHER RESOLVED, That this Commission hereby authorizes and directs the 
SFPUC General Manager to execute the Purchase Agreement and to take such other actions 
necessary to accommodate the direct purchase of the Property; and be it 


FURTHER RESOLVED, That this Commission hereby authorizes the SFPUC General 
Manager to enter into any amendments or modifications to the Purchase Agreement, including its 
attached exhibits, that the General Manager determines, in consultation with the City Attorney, 
are in the best interest of the City; do not materially increase the obligations or liabilities of the 
City; are necessary or advisable to effectuate the purposes and intent of the Purchase Agreement 
or this resolution; and are in compliance with all applicable laws, including the City Charter. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities Commission at 


its meeting of April 28, 2020. 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0081 


WHEREAS, The San Francisco Charter Section 8B.121 grants the San Francisco Public 
Utilities Commission (SFPUC) exclusive charge of all energy supplies and utilities of the City, 
and the SFPUC is the governing body for the publicly owned electric utility (Power Enterprise); 
and 


WHEREAS, Pursuant to Charter Section 8B.125, the Commission sets the rates, fees and 
other charges in connection with providing utility services under its jurisdiction, subject to 
rejection — within 30 days of submission — by resolution of the Board of Supervisors; and 


WHEREAS, Hetch Hetchy Power desires to offer a green tariff option of generation 
qualifying under California’s Renewable Portfolio Standard (RPS) in order to meet customer 
demand, provide competitive utility offerings, and allow customers to maximize the value of 
credits offered under California’s Low Carbon Fuel Standard (LCFS) program; and 


WHEREAS, The proposed green tariff set forth in Schedule G attached to this Resolution 
is intended to maximize the financial value of Hetch Hetchy Power’s generation resources in 
alignment with the Hetch Hetchy Power business strategy, and would do so by segregating 
Kirkwood Powerhouse’s RPS-eligible generation and offering it at a price premium; and 


WHEREAS, Using generation from Kirkwood Powerhouse, an existing resource, 
provides Hetch Hetchy Power with the most cost-effective way to meet its green tariff demand, 
improves utilization of this resource, and by Hetch Hetchy Power leveraging additional financial 
value from its existing GHG-free generation resources, better ensures their continued operation; 
and 


WHEREAS, On September 12, 2017, by Resolution No. 17-0199, this Commission 
authorized the SFPUC to enter into a Memorandum of Understanding (MOU) with the San 
Francisco Municipal Transportation Authority (SFMTA) to implement a LCFS program through 
a Pilot Green Renewable Energy Program, with SFMTA as a customer; and 


WHEREAS, The new green tariff would replace the existing Pilot Program for SFMTA; 
and 
WHEREAS, The proposed green tariff allows Hetch Hetchy Power to share in the 


revenues generated by the sale of LCFS credits, which are increased by the use of zero-carbon- 
intensity electricity such as is provided under this offering; and 


WHEREAS, Use of Kirkwood Powerhouse generation is the only Hetch Hetchy Power 
resource that is already on-line and large enough to meet Hetch Hetchy Power’s need for green 
tariff and LCFS zero-CI energy, allowing San Francisco to immediately assist California in 
achieving its goal to reduce transportation fuel-related GHG emissions 20% by 2030; and 


WHEREAS, This the green tariffs proposed charge is sufficient to cover the market 
value of the GHG-free generation attributes that Kirkwood generation otherwise would generate, 
plus administration costs, and the rate is comparable that of other investor-owned utilities and 
publicly owned utilities; and 


WHEREAS, On December 3, 2019, the Rate Fairness Board reviewed the detail of this 
rate proposal and expressed support of the proposal; and 


WHEREAS, Pursuant to Charter Section 16.112, a Notice of hearing on the proposal to 
adopt a Hetch Hetchy Green Tariff was published in the official newspaper on April 10, 12, 15, 
16, and 17, 2020, and posted on the SFPUC website and at the San Francisco Public Library, for 
a public hearing on April 28, 2020; and 


WHEREAS, On February 4, 2020, the Planning Department determined that this rate 
action is exempt from the California Environmental Quality Act (CEQA) under Public Resources 
Code Section 21080(b)(8) and CEQA Guidelines Section 15273; now, therefore, be it 


RESOLVED, That this Commission hereby adopts the rates and charges set forth in 
Exhibit 1: Schedule G Hetch Hetchy Power Green Tariff attached hereto, to take effect 30 days 
after April 28, 2020 unless rejected by the Board of Supervisors by resolution, and to remain in 
effect until amended by the Commission; and be it 


FURTHER RESOLVED, That this Commission determines that the Kirkwood Power 
Plant is the only resource capable of providing a sufficient amount of RPS-eligible energy, in the 
most cost-effective and quickest manner, to meet Hetch Hetchy Power’s green tariff and LCFS 
program needs; and 


FURTHER RESOLVED, That this Commission directs the General Manager to submit 
these rates and charges to the Board of Supervisors, as required by Charter Section 8B.125. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of April 28, 2020. 


flloran Metod- 


Secretary, Public Utilities Commission 


Exhibit 1: 
Schedule G: Hetchy Hetchy Power Green Tariff 
(adopted by Commission Resolution No. 20-0081 on April 28, 2020) 


Hetch Hetchy Power (“HHP”), under the San Francisco Public Utilities Commission, Power Enterprise, 
already provides its customers with 100 percent renewable greenhouse gas free electricity. Through this 
Green Tariff, HHP is offering its customers — on a first come, first served basis -- the opportunity to 
receive 100 percent renewable energy that meets California’s Renewable Portfolio Standards (“RPS”). 
The combined total of all enrolled customers in this tariff is limited to 200,000 megawatt-hours per year. 


This Green Tariff will allow Hetch Hetchy Power customers participating in the California Air Resources 
Board Low-Carbon Fuel Standard (“LCFS”) Program to be considered as a zero-carbon-intensity electric 
energy pathway under that program. 


OPT-IN ELIGIBILITY: All HHP electricity customers are eligible to enroll in this voluntary Green Tariff ona 
first-come first served basis, subject to the 200,0000 megawatt-hours per year cap. Customers must 
request to be enrolled, except that SFMTA accounts previously enrolled in the Pilot Green Renewable 
Energy Program will be automatically enrolled in the Green Tariff on the next billing cycle after the 
effective date of this tariff. 


GREEN TARIFF 


A. Green Tariff rate is a premium charge that will be added to the customer’s otherwise 
applicable rate schedule. The premium for each rate schedule is as follows: 


i. General: $8 per MWh ($0.008 per kWh) for all energy usage that is not 
otherwise covered in Section ii, below. 


ii. Schedule M-2 (GUSE) customers, Schedule SS (Shoreside power) customers, and 
Municipal Enterprise Departments only: $O per MWh (S0.000 per kWh) for all 
energy usage that is specified as participating in the LCSF Program subject to the 
following mandatory revenue sharing requirement: 

1. Schedule M-2 (GUSE) customers: Customer must share 50% of the 
revenues from the sale of LCFS credit with HHP. 

2. Schedule SS (Shoreside power) customers and Municipal Enterprise 
Departments (that are not paying a GUSE rate): Customer must share 
20% of the revenues from the sale of LCFS credits with HHP. 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0082 


WHEREAS, Green infrastructure protects and enhances the function of the City and 
County of San Francisco’s combined sewer system by reducing the volume and rate of 
stormwater run-off into the system; and 


WHEREAS, The San Francisco Public Utilities Commission (SFPUC) has a multi- 
faceted program to maximize the detention and retention of stormwater, including through green 
infrastructure; and 


WHEREAS, On November 13, 2018, by Resolution No. 18-0189, this Commission 
approved the establishment of a Green Infrastructure Grant Program to offer grants for owners of 
properties in San Francisco containing large impervious surfaces to deliver cost-effective 
stormwater management performance for SFPUC’s collection system; and 


WHEREAS, On February 5, 2019, the San Francisco Board of Supervisors adopted 
Ordinance No. 26-19 delegating authority under Charter Section 9.118 to the SFPUC General 
Manager to enter into grant agreements with terms of 20 years under the SFPUC’s Green 
Infrastructure Grant Program, provided that this Commission must approve the award of each 
grant at a public hearing; and 


WHEREAS, On February 25, 2020, by Resolution No. 20-0045, this Commission 
approved revisions to the funding disbursement procedures of the Green Infrastructure Grant 
Program; and 


WHEREAS, On January 23, 2020, Lycee Francais de San Francisco (LFSF) submitted a 
grant application to the SFPUC to fund the design and construction of a green infrastructure 
project at the Ortega Campus located at 1201 Ortega Street (Project); and 


WHEREAS, SFPUC staff review of the grant application determined that the application 
and proposed Project meet the six required eligibility criteria of the Grant Program Guidelines; 
and 


WHEREAS, The proposed Project would manage 0.63 acres of impervious surface and 
780,000 gallons of stormwater each year in the Lake Merced Watershed through construction of 
approximately 5,100 square feet of bioretention planters, 2,200 square feet of permeable paving, 
an 750 gallon cistern, and 3,000 square feet of impervious surface to landscaping at Lycee 
Francais de San Francisco Ortega Campus; and 


WHEREAS, SFPUC staff recommend award of a grant to LFSF in the amount of up 
$480,958 to fund the design and construction of the Project; and 


WHEREAS, he grant agreement has a 20-year term beginning in April 2020 and 
expiring in April 2040; and 


WHEREAS, The SFPUC will initially disburse to LFSF up to $96,300 solely for the 
purpose of planning and design (pre-construction) activities; and 


WHEREAS, Approval of funding for planning and design activities for the Project does 
not constitute a project under the California Environmental Quality Act (CEQA) Guidelines 
Section 15378; and 


WHEREAS, The SFPUC will disburse funds for construction of the Project only 
following this Commission’s review and consideration of the completed review of the Project 
under the California Environmental Quality Act (CEQA) and CEQA determination at a later 
date; and 


WHEREAS, The City retains sole and absolute discretion to, among other things, modify 
the Project to mitigate significant environmental impacts, or determine not to proceed with the 
disbursement of grant funds for construction of the project based upon information generated by 
the environmental review process. This Commission, in approving this grant award, is not 
approving the Project. The SFPUC also retains the discretion to demand return of previously 
disbursed grant funds; and 


WHEREAS, Funding in the amount of $96,300 for pre-construction services 1s available 
from Project No. 10034553 — Green Infrastructure Grant Program; and 


WHEREAS, Per the March 31, 2020 San Francisco County Health Officer Shelter in 
Place Order currently in effect, pre-construction design work may proceed at this time so long as 
it can be performed “working from home” as permitted under Section 5 of the Order; now, 
therefore, be it 


RESOLVED, That this Commission hereby approves the award of a Green Infrastructure 
Grant to fund pre-construction design and, if the Project is approved following completion of 
environmental review, to fund construction of the Project, and authorizes the General Manager to 
execute the attached grant agreement with LFSF for an amount not to exceed $480,958, and with 
a term of twenty (20) years; and be it 


FURTHER RESOLVED, That this Commission authorizes the disbursement of up to 
$96,300 for pre-construction design services only at this time, and funding for the construction 
phase of the Project will not be authorized or disbursed until environmental review of the Project 
is complete and this Commission approves disbursement of grant funds for construction of the 
Project at a later date by separate resolution. This Commission reserves the right to, among other 
things, modify the Project to mitigate any significant environmental impacts or determine not to 
proceed with funding the Project based on information generated by the environmental review 
process. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of April 28, 2020 


lloras Mtod 


Secretary, Public Utilities Commission 
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SAN FRANCISCO PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


London N. Breed 
Mayor 


REGULAR MEETING AGENDA 
Tuesday, May 12, 2020 
1:30 P.M. 


This meeting is being held by Teleconference Pursuant to the Governor’s Executive 
Order N-29-20 and the Twelfth Supplement to Mayoral Proclamation Declaring the 
Existence of a Local Emergency Dated February 25, 2020 


WATCH LIVE: 
https://www.sfgovtv.org/sfouc 


PUBLIC COMMENT CALL-IN: 
USA Toll-Free: 888-273-3658 / ACCESS CODE: 3107452 


During the Coronavirus Disease (COVID-19) emergency, the San Francisco Public Utilities 
Commission’s (SFPUC) regular meeting room, City Hall, Room 400, is closed. Commissioners 
and SFPUC staff will convene Commission meetings remotely by teleconference. Members of 
the public are encouraged to submit their public comment on agenda items in advance of the 
teleconference meeting by emailing comments to Commission@sfwater.org, or by leaving your 
comment via voicemail at 415-554-3165. Comments submitted no later than 5 PM the Monday 
before the meeting will be read into the record by the Secretary during the teleconference 
meeting and will be treated as a substitute to providing public comment by phone during the 
meeting. Persons who submit written public comment in advance on an agenda item or items 
will not be permitted to also provide public comment on the same agenda item(s) by phone 
during the meeting. 


Commissioners 
Ann Moller Caen, President 
Francesca Vietor, Vice President 
Anson Moran 
Sophie Maxwell 
Tim Paulson 


_ Harlan L. Kelly, Jr. 
General Manager 


Donna Hood 
Secretary 
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Remote Meeting Access 


WATCH: 
https://www.sfgovtv.org/sfouc 


PUBLIC COMMENT CALL-IN: 
USA Toll-Free: 888-273-3658 
AGGESS CODE73107452 





Providing Public Comment — Instructions 


DIAL the Toll-Free number listed above for the meeting (above). 
Enter the ACCESS CODE (above) then press #. 
Press # again to join the meeting as a participant. 
When you hear that “you are connected to the meeting as a participant”: 

a) STOP and LISTEN 

b) Wait for Public Comment to be announced (either by item # or for General 

Public Comment) . 

When the Secretary calls for Public Comment, dial ‘1’ then ‘0’ to be added to the 
speaker line. 
When the system message says you will be notified when the speaker is ready for 
your question press ‘1’ then ‘0’. WAIT for your turn to speak. 
When the system message says your line is unmuted, provide your comment after the 
tone [BEEP] — THIS IS YOUR OPPORTUNITY TO PROVIDE YOUR PUBLIC 
COMMENT after the beep (this is not a question-and-answer period, this is your time 
to provide a statement). 
You will have 2 minutes to provide your comments. 
Once your 2 minutes have ended, you will be moved out of the speaker line and back 
listening as a participant in the meeting (unless you disconnect). 


10. Participants who wish to speak on the other items on the agenda or for other comment 


periods may stay on the meeting line and listen for the Secretary’s next prompt. 


BEST PRACTICES 
Call from a quiet location 
Speak slowly and clearly 
Turn down any televisions or radios around you 
Address the Commission as a whole, do not address individual Commissioners 








Accessible Meeting Policy: To obtain meeting materials in alternative format, please contact the Commission Secretary at 
415-554-2165 or via email at Commission@sfwater.org. Providing at least 72 hours notice will help to ensure availability. 
Written reports or background materials for calendar items are available on-line at 


http://www.sfwater.org/index.aspx?page=167. 


Know Your Rights Under the Sunshine Ordinance: Government's duty is to serve the public, reaching its decision in full 
view of the public. Commissions, boards, councils and other agencies of the City and County exist to conduct the people's 
business. This ordinance assures that deliberations are conducted before the people and that City operations are open to 
the people's review. For more information on your rights under the Sunshine Ordinance or to report a violation of the 
ordinance, contact Administrator, by mail to Sunshine Ordinance Task Force, 1 Dr. Carlton B. Goodlett Place, Room 244, 
San Francisco, CA 94102.4689; by phone at 554.7724: by fax at 554.7854: or by email at sotf@sfgov.org. Copies of the 
Sunshine Ordinance can be obtained from the Clerk of the Sunshine Task Force, the San Francisco Public Library and on 
the City’s website at http:/Awww.sfgov.org. 
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Lobbyist Registration and Reporting Requirements: Individuals and entities that influence or attempt to influence local 
legislative or administrative action may be required by the San Francisco Lobbyist Ordinance [SF Campaign & Governmental 
Conduct Code §2.100] to register and report lobbying activity. For more information about the Lobbyist Ordinance, please 
contact the San Francisco Ethics Commission at 25 Van Ness Avenue, Suite 220, San Francisco, CA 94102: telephone (415) 
252-3100; fax (415) 252-3112; web site at www.sfgov.org/ethics. 





CEQA Appeal Rights under Chapter 31 of the San Francisco Administrative Code: If the Commission’s action on a 
project constitutes the Approval Action for that project (as defined in S.F. Administrative Code Chapter 31, as amended, Board 
of Supervisors Ordinance Number 161-13), then the CEQA determination prepared in support of that Approval Action is 
thereafter subject to appeal within the time frame specified in S.F. Administrative Code Section 31.16. Typically, an appeal 
must be filed within 30 calendar days of the Approval Action for a project that has received an exemption or negative 
declaration pursuant to CEQA. For information on filing an appeal under Chapter 31, contact the Clerk of the Board of 
Supervisors at City Hall, 1 Dr. Carlton B. Goodlett Place, Room 244, San Francisco, CA 94102, or call (415) 554-5184. If the 
Planning Department's Environmental Review Officer has deemed a project to be exempt from further environmental review, 
an exemption determination has been prepared and can be obtained on-line at http://www.sf- 
planning.org/index.aspx?page=3447.Under CEQA, in a later court challenge, a litigant may be limited to raising only those 
issues previously raised at a hearing on the project or in written correspondence delivered to the Board of Supervisors, 
Planning Commission, Planning Department or San Francisco Public Utilities Commission at, or prior to, such hearing, or as 
part of the appeal hearing process on the CEQA decision. 





ORDER OF BUSINESS 


1. Call to Order 
2. Roll Call 
3. Approval of the Minutes of April 28, 2020 
4. General Public Comment 
Members of the public may address the Commission on matters that are within the 
Commission’s jurisdiction and are not on today’s agenda 
5. Communications (discussion only) 
a) Contract Advertisement Report 
b) Correspondence Log 
c) Fiscal Year 2019-20 Third Quarter Budget Status Report 
d) 2009 Water Supply Agreement Update 
e) Annual SuperGreen Multi-Year Service Agreement Customer Update 
f) Water Supply Conditions Update 
g) 639 Bryant — 2000 Marin Exchange 
6. Report of the General Manager (discussion only) 
a) Update on SFPUC Operations During COVID-19 Emergency 
7. New Commission Business (discussion only) 
CONSENT CALENDAR 
8. All matters listed hereunder constitute a Consent Calendar, are considered to be routine 


200083 


200084 


by the San Francisco Public Utilities Commission and will be acted upon by a single 
vote of the Commission. There will be no separate discussion of these items unless a 
member of the Commission or the public so requests, in which event the matter will be 
removed from the Calendar and considered as a separate item. 


a) Approve the plans and specifications, and award Contract No. HH-1001, Moccasin 
Reservoir Perimeter Security Fence, in the amount of $1,364,290 and with a 
duration of 253 consecutive calendar days (approximately eight months), to the 
responsible bidder submitting the lowest responsive bid, Mountain Methods, Inc. 
This action constitutes the Approval Action for the project for the purposes of the 
California Environmental Quality Act, pursuant to Section 31.04(h) of the San 
Francisco Administrative Code. (How) 


b) Approve an increase of 282 calendar days (approximately eight months) to the 
existing contract duration contingency for Contract No. WW-667, Mariposa Dry 
Weather Pump Station Improvements; and authorize the General Manager to 
approve future modifications to the contract for a total revised contract duration of 
up to 1,140 consecutive calendar days (approximately three years and two 
months), with no change to the contract amount. (How) 


REGULAR CALENDAR 


3h 


200085 


10; 


200086 


1eE 


200087 


V2 


200088 


200090 


13. 


200089 


14. 


Approve Amendment No. 3 to Agreement Nos. CS-192A&B, Technical Review - 
Calaveras Dam, with Erik Kollgaard (CS-192A) and |.M. Idriss (CS-192B), to continue 
to provide independent technical expertise for the Calaveras Dam Replacement 
Project during the Calaveras Reservoir’s initial water fill period; and authorize the 
General Manager to execute these amendments, increasing each agreement duration 
by nine months, for a total duration of nine years, eight months per agreement, with no 
change to the agreements’ amounts. (How) 


Approve Amendment No. 2 to Agreement No. CS-310, Electronic Bill Presentment 
and Payment Services, with KUBRA Data Transfer, Ltd.; and authorize the General 
Manager to execute this amendment, extending the agreement duration by four years, 
for a total agreement duration of nine years, and increasing the contract amount by 
$900,000 for a total agreement amount of $1,900,000, to continue providing various 
options for electronic bill presentment and payment and related services, including on- 
line, mobile, interactive voice response systems, and e-Cash payments to San 
Francisco Public Utilities Commission customers. (Sandler) 


Approve Amendment No. 3 to Agreement No. CS-382A, Calaveras Dam Technical 
Advisory Panel, with Gabriel Fernandez, to continue to provide independent technical 
expertise in connection with the Calaveras Dam Replacement Project during the 
Calaveras Reservoir’s initial water filling period; and authorize the General Manager to 
execute this amendment increasing the agreement duration by nine months, for a total 
duration of six years, eleven months, and nine days, with no change to the agreement 
amount. (How) 


Approve the selection of Bureau Veritas North America, Inc. (Bureau Veritas), the sole 
respondent to the Request for Proposals; award Agreement No. PUC.PRO.0112, As- 
Needed Inspection, Testing, and Surveillance Services, to provide services for the 
San Francisco Public Utilities Commission’s Engineering Management Bureau in the 
support of Infrastructure projects; and authorize the General Manager to negotiate and 
execute a professional services agreement with Bureau Veritas for an amount not-to- 
exceed $3,000,000 and with a duration of five years. (How) 


Approve the award of a Green Infrastructure Grant to Holy Trinity Greek Orthodox 
Church (Holy Trinity) to fund the design, and if the Commission authorizes the project 
to proceed following completion of environmental review, fund the construction of 
stormwater management features at 999 Brotherhood Way in San Francisco, for a 
total grant amount of up to $1,577,161; and authorize the General Manager to execute 
a Green Infrastructure Grant Agreement with Holy Trinity for a duration of 20 years, 
and disburse up to $303,750 in grant funds to Holy Trinity at this time solely for 
planning and design (pre-construction) activities. (Norby) 


Authorize the disbursement of $358,075 in remaining grant funds under the Green 
Infrastructure Grant awarded to the San Francisco Unified School District on 
October 8, 2019 by Commission Resolution No. 19-0194 to construct stormwater 
management features at Bessie Carmichael Middle School in San Francisco. 
(Norby) 


15. 


200091 


16. 


Rem oNe a 
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18. 


200093 


SE 


Approve the Water Supply Assessment for the proposed San Francisco Gateway 
Project which would construct two new mixed-use production, distribution, and repair 
buildings at 749 Toland Street and 2000 McKinnon Street in the Bayview Hunters 
Point Plan area, pursuant to the State of California Water Code Section 10910 et seq., 
California Environmental Quality Act (CEQA) Section 21151.9, and CEQA Guidelines 
Section 15155. (Ritchie) ~ 


Settlement of Unlitigated Claim, U-Save Plumbing, $46,648.39. Resolution 
recommending the Board of Supervisors authorize settlement of the unlitigated claim 
filed on December 10, 2019 by Ken S. Leung, dba U-Save Plumbing, against the City 
and County of San Francisco for $46,648.39; the claim involves property damage 
arising from flooding. (Gessner) 


Settlement of Unlitigated Claim, State Farm Insurance Company, $34,495.14. 
Resolution recommending the Board of Supervisors authorize settlement of the — 
unlitigated claim filed on September 22, 2017 by State Farm Insurance Company 
against the City and County of San Francisco for $34,495.14; the claim involves 
property damage arising from a water main break. (Gessner) 


Settlement of Lawsuit, Sandra Hernandez, et al., $214,000. Resolution 
recommending the Board of Supervisors authorize settlement of the lawsuit filed by 
Sandra Hernandez, et al. against the City and County of San Francisco for $214,000; 
the lawsuit was filed on June 7, 2017 in San Francisco Superior Court, Case No. 
CGC-17-559385; the lawsuit alleged personal injury from collision with City vehicle. 


(Gessner) 
Adjournment 


San Francisco 
/ Water 


Services of the San Francisco Public Utilities Commission 


SAN FRANCISCO PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


London N. Breed 
Mayor 


APPROVED MINUTES 

Tuesday, May 12, 2020 
1:30 P.M. 

(Approved May 26, 2020) 


This meeting was held by Teleconference Pursuant to the Governor’s Executive Order 
N-29-20 and the Twelfth Supplement to Mayoral Proclamation Declaring the Existence of 
a Local Emergency Dated February 25, 2020 


Commissioners 
Ann Moller Caen, President 
Francesca Vietor, Vice President 
Anson Moran 
Sophie Maxwell 
Tim Paulson 


Harlan L. Kelly, Jr. 
General Manager 


Donna Hood 
Secretary 





1. Call to Order 
President Caen called the meeting to order at 1:36 PM. 


2. Roll Call 
Present: Caen, Vietor, Moran, Maxwell and Paulson 


The Commission Secretary stated that item 16 was removed and will be rescheduled. 


3. Approval of the Minutes of April 28, 2020 
On motion to approve the Minutes of April 28, 2020 


Ayes: Caen, Vietor, Moran, Maxwell and Paulson 
No public comment. 


4. General Public Comment 
e Francisco DaCosta asked for a progress report for the Sewer System Improvement 
Project and for updates regarding the digesters and outreach progress. 
e Peter Drekmeier, Tuolumne River Trust, discussed a letter he sent regarding 
implementation or adoption the 40% unimpaired flow and how the SFPUC could 
respond. 


5. Communications 


a) Contract Advertisement Report 

b) Correspondence Log 

c) Fiscal Year 2019-20 Third Quarter Budget Status Report 

d) 2009 Water Supply Agreement Update 

e) Annual SuperGreen Multi-Year Service Agreement Customer Update 
f) Water Supply Conditions Update 


g) 639 Bryant — 2000 Marin Exchange 
Barbara Hale, Assistant General Manager (AGM) Power to a question from 


President Caen regarding item 5c, specifically CleanPowerSF’s contract durations. 


No public comment. 


6. Report of the General Manager 


a) Update on SEPUC Operations During COVID-19 Emergency 
GM Kelly updated the Commission on the impact of COVID-19 on SFPUC 


operations. He indicated that the workforce remains the top priority. He stated that 
employees are either working remotely, working on-site, or working as Disaster 
Service Workers in the City’s Emergency Operations Center or the Department 
Operation Center. He discussed the ramping-up of mandatory health screening for 
employees reporting to physical work locations. He discussed efforts to assist 
customers during the pandemic, including not shutting-off accounts for non-payment 
or late payments, postponement of liens and collections, waiving late fees, and a 
grant program to assist small local businesses in the Bayview District. He discussed 
Customer Assistance Program revisions to help residential customers maximize 
discount opportunities. He discussed the hiring of critical positions, and the future of 
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working in a safe and healthy way. He reviewed research by some utilities to check 
for COVID-19 in sewage samples, to assist with early monitoring and tracking for 
community infection. 


VP Vietor thanked the GM for participating in the early research efforts and asked 
that status updates continue. 


GM Kelly responded to a question from President Caen regarding efforts to ensure 
the safety of SFPUC employees. 


Commissioner Paulson stated he is impressed by the work being performed and by 
the safety actions being taken. 


Public Comment 


e Francisco DaCosta discussed the need for the SFPUC to be included in the 
larger status updates being provided by the City and stated that the updates 
should include contributions by essential workers. 


7. New Commission Business 
None. 


8. Consent Calendar 
a) Approve the plans and specifications, and award Contract No. HH-1001, Moccasin 


Reservoir Perimeter Security Fence, in the amount of $1,364,290 and with a 
duration of 253 consecutive calendar days, to the responsible bidder submitting the 
lowest responsive bid, Mountain Methods, Inc. This action constitutes the Approval 
Action for the project for the purposes of the California Environmental Quality Act, 
pursuant to Section 31.04(h) of the San Francisco Administrative Code. (Resolution 
20-0083) 


b) Approve an increase of 282 calendar days to the existing contract duration 
contingency for Contract No. WW-667, Mariposa Dry Weather Pump Station 
Improvements; and authorize the General Manager to approve future modifications 
to the contract for a total revised contract duration of up to 1,140 consecutive 
calendar days, with no change to the contract amount. (Resolution 20-0084) 


No public comment. 


On motion to approve the Consent Calendar: 
Ayes: Caen, Vietor, Moran, Maxwell and Paulson 


9. Approve Amendment No. 3 to Agreement Nos. CS-192A&B, Technical Review - 
Calaveras Dam, with Erik Kollgaard (CS-192A) and I.M. Idriss (CS-192B), to continue 
to provide independent technical expertise for the Calaveras Dam Replacement 
Project during the Calaveras Reservoir’s initial water fill period; and authorize the 
General Manager to execute these amendments, increasing each agreement duration 
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by nine months, for a total duration of nine years, eight months per agreement, with no 


change to the agreements’ amounts. (Resolution 20-0085) 
Kathy How, AGM Infrastructure, introduced the item and requested approval. She 


responded to a question from President Caen as to what happens if the Calaveras 
Dam doesnt fill by March 2021. 


No public comment. 


On motion to approve item 9: 
Ayes: Caen, Vietor, Moran, Maxwell and Paulson 


Approve Amendment No. 2 to Agreement No. CS-310, Electronic Bill Presentment 
and Payment Services, with KUBRA Data Transfer, Ltd.; and authorize the General 
Manager to execute this amendment, extending the agreement duration by four years, 
for a total agreement duration of nine years, and increasing the contract amount by 

900,000 for a total agreement amount of $1,900,000, to continue providing various 
options for electronic bill presentment and payment and related services, including on- 
line, mobile, interactive voice response systems, and e-Cash payments to San 
Francisco Public Utilities Commission customers. (Resolution 20-0086) 


Marge Vizcarra, Customer Services Manager introduced the item and requested 
approval. 


No public comment. 


On motion to approve item 10: 
Ayes: Caen, Vietor, Moran, Maxwell and Paulson 


Approve Amendment No. 3 to Agreement No. CS-382A, Calaveras Dam Technical 
Advisory Panel, with Gabriel Fernandez, to continue to provide independent technical 
expertise in connection with the Calaveras Dam Replacement Project during the 
Calaveras Reservoir's initial water filling period; and authorize the General Manager to 
execute this amendment increasing the agreement duration by nine months, for a total 


duration of six years, eleven months, and nine days, with no change to the agreement 
amount. (Resolution 20-0087) 


AGM How introduced the item and requested approval. 
No public comment. 


On motion to approve item 11: 
Ayes: Caen, Vietor, Moran, Maxwell and Paulson 


Approve the selection of Bureau Veritas North America, Inc. (Bureau Veritas), the sole 
respondent to the Request for Proposals; award Agreement No. PUC.PRO.0112, As- 
Needed Inspection, Testing, and Surveillance Services, to provide services for the 
San Francisco Public Utilities Commission’s Engineering Management Bureau in the 
support of Infrastructure projects: and authorize the General Manager to negotiate and 
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execute a professional services agreement with Bureau Veritas for an amount not-to- 
exceed $3,000,000 and with a duration of five years. (Resolution 20-0088) 


AGM How introduced the item and requested approval. 
No public comment. 


On motion to approve item 12: 
Ayes: Caen, Vietor, Moran, Maxwell and Paulson 


13. Approve the award of a Green Infrastructure Grant to Holy Trinity Greek Orthodox 
Church (Holy Trinity) to fund the design, and if the Commission authorizes the project 
to proceed following completion of environmental review, fund the construction of 
stormwater management features at 999 Brotherhood Way in San Francisco, fora 
total grant amount of up to $1,577,161; and authorize the General Manager to execute 
a Green Infrastructure Grant Agreement with Holy Trinity for a duration of 20 years, 
and disburse up to $303,750 in grant funds to Holy Trinity at this time solely for 
planning and design (pre-construction) activities. (Resolution 20-0089) 


No public comment. 


On motion to approve item 13: 
Ayes. Caen, Vietor, Moran, Maxwell and Paulson 


14. Authorize the disbursement of $358,075 in remaining grant funds under the Green 
Infrastructure Grant awarded to the San Francisco Unified School District on October 
8, 2019 by Commission Resolution No. 19-0194 to construct stormwater management 
features at Bessie Carmichael Middle School in San Francisco. (Resolution 20-0090 
AGM Norby introduced the item and requested approval. 


No public comment. 


On motion to approve item 14: 
Ayes: Caen, Vietor, Moran, Maxwell and Paulson 


15. Approve the Water Supply Assessment (WSA) for the proposed San Francisco 
Gateway Project which would construct two new mixed-use production, distribution, 
and repair buildings at 749 Toland Street and 2000 McKinnon Street in the Bayview 
Hunters Point Plan area, pursuant to the State of California Water Code Section 


10910 et seq., California Environmental Quality Act (CEQA) Section 21151.9, and 
CEQA Guidelines Section 15155. (Resolution 20-0091) 


Steve Ritchie, AGM Water, introduced the item and requested approval. 


VP Vietor expressed discomfort approving any WSA until further discussions have 
occurred regarding water supply, demand needs, and availability of water for the fish. 


GM Kelly discussed the role of the Commission regarding approval of WSA’s. He 
noted the methods used to determine the three proposed options. At the request of 
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the GM, Francesca Gessner, Deputy City Attorney, further discussed the role of the 
Commission as related to WSA’s. Discussion ensued regarding supply, demand, 
voluntary agreement, and how to meet the need of all. 


Public Comment 

e Peter Drekmeier, Tuolumne River Trust, asked that public comment be heard prior 
to asking for a motion. He stated there haven't been policy discussions between the 
SFPUC and the Planning Department. He noted items that were not included in the 
staff report. He referenced requirements of Fish and Game Code 59.37 and 
touched on the Design Drought. 


On motion to approve item 15: 
Ayes: Caen, Moran, and Paulson 
Nays: Vietor and Maxwell 


The Commission Secretary indicated item 16 was removed from the agenda. She © 
read items 17 and 18 together. 


16. Settlement of Unlitigated Claim, U-Save Plumbin 46 648.39. Resolution 


recommending the Board of Supervisors authorize settlement of the unlitigated claim 
filed on December 10, 2019 by Ken S. Leung, dba U-Save Plumbing, against the City 
and County of San Francisco for $46,648.39: the claim involves property damage 


arising from flooding. 


17. Settlement of Unlitigated Claim, State Farm Insurance Company, $34,495.14. 
Resolution recommending the Board of Supervisors authorize settlement of the 
unlitiqated claim filed on September 22, 2017 by State Farm Insurance Company 
against the City and County of San Francisco for $34,495.14; the claim involves 
property damage arising from _a water main break. (Resolution 20-0092) 


18. Settlement of Lawsuit, Sandra Hernandez, etal., $214,000. Resolution recommendin 
the Board of Supervisors authorize settlement of the lawsuit filed by Sandra 
Hernandez, et al. against the City and County of San Francisco for $214,000; the 
lawsuit was filed on June 7, 2017 in San Francisco Superior Court, Case No. CGC-17- 


559385; the lawsuit alleged personal injury from collision with City vehicle. (Resolution 
20-0093) 


No public comment. 


On motion to approve item 17: 
Ayes: Caen, Vietor, Moran, Maxwell and Paulson 


On motion to approve item 18: 
Ayes: Caen, Vietor, Moran, Maxwell and Paulson 


19. Adjournment 
President Caen adjourned the meeting at 3:05 PM. 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0083 


WHEREAS, Hetch Hetchy 10-year Capital Improvement Program-funded Contract No. 
HH-1001, Moccasin Reservoir Perimeter Security Fence, was advertised on January 30, 2020; 
and 


WHEREAS, The Engineer’s Estimate is $1,500,000 for this construction contract to 
install a perimeter fence around the Moccasin reservoir; and 


WHEREAS, The contract duration is 253 consecutive calendar days; and 
WHEREAS, Two (2) bids were received and opened publicly on March 5, 2020; and 


WHEREAS, San Francisco Public Utilities Commission (SFPUC) staff and Contract 
Monitoring Division (CMD) review of the bids for qualifications, responsibility, responsiveness 
and application of bid preferences resulted in the establishment of Mountain Methods, Inc. as the 
responsible bidder with the lowest responsive bid; and 


WHEREAS, A CMD subcontracting requirement of 9% Local Business Enterprise (LBE) 
subcontracting participation has been established for this contract, and the contractor committed 
to an LBE participation of 9% with its bid submittal; and 


WHEREAS, The firm being awarded a contract by the SFPUC must be in compliance 
with the Equal Benefits Provisions of Chapter 12B of the City’s Administrative Code either at 
the time of the award, or within 2 weeks of the date of the Commission award; failure of the 
bidder to obtain compliance certification from CMD may result in award of the contract to the 
next lowest, responsible and responsive bidder, or re-bidding of the contract at the discretion of 
the City; and 


WHEREAS, The General Manager seeks to proceed with non-field work, including 
material procurement, prior to commencement of construction field activities, and the SFPUC 
will direct contractor not to commence with construction or other field work prior to receipt of 
authorization to proceed from Tuolumne County; and 


WHEREAS, Funds are available from Project No. 10033156, Moccasin Reservoir 
Perimeter Security Fence; and 


WHEREAS, On April 24, 2020, the Planning Department determined that the project is 
categorically exempt from the California Environmental Quality Act Guidelines under Section 
15302, Class 1 (Existing Facilities); Section 15302, Class 2 (Replacement or Reconstruction), 
and Section 15303, Class 3 (New Construction or Conversion of Small Structures) under Case 
Number 2019-023382ENV; now, therefore, be it 


RESOLVED, That this Commission hereby approves the plans and specifications and 
awards Hetch Hetchy 10-year Capital Improvement Program-funded Contract No. HH-1001, 
Moccasin Reservoir Perimeter Security Fence, in the amount of $1,364,290, for a duration of 253 
consecutive calendar days, to the responsible bidder submitting the lowest responsive bid, 
Mountain Methods, Inc.; and be it 


FURTHER RESOLVED, That the General Manager or his designee shall direct 


contractor not to commence with construction or other field work prior to receipt of authorization 
to proceed from Tuolumne County. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of May 12, 2020. 


(Alina. Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0084 


WHEREAS, On September 11, 2018, per Resolution No. 18-0150, this Commission 
approved the award of SSIP-funded Contract No. WW-667, Mariposa Dry Weather Pump 
Station to Western Water Constructors, Inc.; and 


WHEREAS, The construction contract Notice-To-Proceed date was set for January 28, 
2019; and 


WHEREAS, The original contract amount was for $17,031,000 and the original contract 
duration was 780 consecutive calendar days; and 


WHEREAS, Section 6.22(h) of the San Francisco Administrative Code requires 
Commission approval for any cumulative increase in contract amount or duration in excess of 
10% of the original contract amount or duration; and 


WHEREAS, Modification Nos. 1 through 4 were issued for a cumulative total of 
$406,754 for unforeseen changes to contract work, to upgrade the security system to the latest 
SFPUC standards, and provide temporary generators so critical contract work may proceed 
pending temporary power from PG&E, increasing the total contract amount to $17,437,754; and 


WHEREAS, An increase of 282 calendar days to the contract duration contingency is 
being requested due to delays from PG&E in providing temporary electrical power to the pump 
station and due to other delays associated with accommodating preparation leading to and during 
the grand opening of the Chase Center, and allow the contractor to complete contract work; and 


WHEREAS, The Contract Monitoring Division (CMD) established a Local Business 
Enterprise (LBE) subcontracting requirement of 13% for this contract and the contractor 
committed to a LBE subcontracting participation of 23.98% with its bid submittal; and 


WHEREAS, Funds are available from Project No. CWWSIPCSPS03, Mariposa Pump 
Station and Force Main Improvements; now, therefore, be it 


RESOLVED, That this Commission hereby approves an increase of 282 calendar days to 
the existing contract duration contingency for SSIP-funded Contract No. WW-667, Mariposa 
Dry Weather Pump Station, with Western Water Constructors, Inc., for a total contract duration 
contingency of 360 calendar days; and be it 


FURTHER RESOLVED, That this Commission hereby authorizes the General Manager, 
or his designee, to consider and, if appropriate, to approve any future modifications to the 
contract for a total contract duration of up to 1,140 consecutive calendar days. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of May 12, 2020. 


UN 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


RESOLUTION NO. 20-0085 


WHEREAS, On November 1, 2011, pursuant to the authority granted to the General 
Manager by Resolution No. 09-0017, the General Manager of the San Francisco Public Utilities 
Commission (SFPUC) awarded Agreement Nos. CS-192A&B, Technical Review - Calaveras 
Dam, and executed professional services agreements, each in an amount not-to-exceed $100,000, 
and each with a duration of 4 years 11 months, with Erik Kollgaard (CS-192A) and I.M. Idriss 
(CS-192B); and 


WHEREAS, On March 8, 2016, by Resolution No. 16-0046, this Commission authorized 
Amendment No. | to Agreement Nos. CS-192A,B Technical Review - Calaveras Dam, 
increasing CS-192A by $50,000 and increasing CS-192B by $125,000 (CS-192B) and extending 
the duration of each agreement by 3 years, 6 months to provide independent expertise in areas 
including seismology, engineering geology, geotechnical engineering, dam engineering, design 
and construction, for a total not-to-exceed amount of $150,000 for CS-192A and $225,000 for 
CS-192B, and a total duration for each agreement of 8 years, 5 months; and 


WHEREAS, On October 8, 2019 by Resolution No. 19-0182, this Commission 
authorized Amendment No. 2 to Agreement No. CS-192A, Technical Review - Calaveras Dam, 
increasing each agreement’s duration by6 months to provide independent expertise in areas 
including seismology, engineering geology, geotechnical engineering, dam engineering, design 
and construction, increasing the total agreement term to 8 years, 11 months; and 


WHEREAS, Amendment No. 3 is being requested to increase the duration of each 
agreement by nine months to continue to provide independent expertise in areas including 
seismology, engineering geology, geotechnical engineering, dam engineering, design and 
construction through the initial water fill period of Calaveras Reservoir, for a total agreement 
term of 9 years, 8 months and no change in agreements’ amount; and 


WHEREAS, Contract Monitoring Division (CMD) subconsulting requirements, as set 
forth under Chapter 14B of the City and County of San Francisco Administrative Code, have 
been waived for these agreements; and 


WHEREAS, Funds for these agreements are available from Project No. CUW374 
Calaveras Dam Replacement Project; now, therefore, be it 


RESOLVED, That this Commission hereby approves Amendment No. 3 to Project- funded 
Agreement Nos. CS-192A&B, Technical Review - Calaveras Dam, with Erik Kollgaard (CS- 
192A) and I.M. Idriss (CS-192B) to continue to provide independent technical expertise for the 
Calaveras Dam Replacement Project during the Calaveras Reservoir’s initial water fill period; 
and be it 


FURTHER RESOLVED, That this Commission authorizes the General Manager to 
execute Amendment No. 3 for Agreement Nos. CS-192A&B, increasing each agreement’s 


duration by nine months, for a total duration of nine years, eight months per agreement, with no 
change to the agreements’ amounts. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of May 12, 2020. 





ecretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


RESOLUTION NO. 20-0086 


WHEREAS, On August 11, 2015, pursuant to Resolution No. 15-0171, this Commission 
approved the award of Customer Service Bureau Operating Budget-funded Agreement No. CS- 
310 Electronic Bill Presentment and Payment Services, in the amount of $1,000,000 and with a 
duration of five years, to KUBRA Data Transfer Ltd. (KUBRA), to provide various options for 
electronic bill presentment and payment (EBPP) and related services, including on-line, mobile, 
interactive voice response (IVR) systems, and e-Cash payments to San Francisco Public Utilities 
Commission (SFPUC) customers; and 


WHEREAS, Amendment No. | was issued to clarify the Transactional Fee for each e- 
Cash transaction with no change in the contract duration, amount, or scope; and 


WHEREAS, Amendment No. 2 is being requested, to extend the agreement duration by 
four years and increase the contract amount by $900,000, for KUBRA to continue to provide 
electronic bill presentment and payment and other related services for SFPUC customers, for a 
total agreement duration of nine years and a total agreement amount of $1,900,000; and 


WHEREAS, Pursuant to Chapter 14B of the San Francisco Administrative Code, the 
Contract Monitoring Division (CMD) Local Business Enterprise sub-consulting requirements 
have been waived for this agreement; and 


WHEREAS, Funds for this Amendment are available from the Customer Service Bureau 
Operating Budget; now, therefore, be it 


RESOLVED, That this Commission hereby approves Amendment No. 1 to Agreement 
No. CS-310, Electronic Bill Presentment and Payment Services, with KUBRA, to continue to 
provide various options for electronic bill presentment and payment and related services, 
including on-line, mobile, interactive voice response systems, and e-Cash payments to SFPUC 
customers; and be it 


FURTHER RESOLVED, That this Commission authorizes the General Manager to 
execute this amendment extending the contract duration by four years, for a total agreement 
duration of nine years, and increasing the contract amount by $900,000 for a total contract 
amount of $1,900,000. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its May 12, 2020 meeting. 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0087 


WHEREAS, On April 21, 2014, pursuant to the authority granted to the General Manager 
by Resolution No. 09-0017, the General Manager of the San Francisco Public Utilities 
Commission (SFPUC) awarded Agreement No. CS-382A, Calaveras Dam Technical Advisory 
Panel, to Gabriel Fernandez and executed a professional services agreement in an amount not-to- 
exceed $100,000, and a duration of 2 years, 2 months, 9 days; and 


WHEREAS, On March 8, 2016, by Resolution No. 16-0047, this Commission authorized 
Amendment No. 1 to Agreement No. CS-382A, increasing the agreement amount by $90,000 
and the duration by 3 years, 6 months to provide independent expertise in areas including 
opinion on Embankment and Spillway Excavation related issues, differing site conditions, soil 
mechanics, geological features observed during construction, slope stability, and proposed 
responses to California Division of Safety of Dams questions, increasing the total not-to-exceed 
amount to $190,000, and extending the agreement term to 5 years, 8 months, 9 days; and 


WHEREAS, On October 8, 2019, by Resolution No. 19-0183, this Commission 
authorized Amendment No. 2 to Agreement No. CS-382A, increasing the agreement duration by 
six months to provide independent expertise in areas including opinion on Embankment and 
Spillway Excavation related issues, differing site conditions, soil mechanics, geological features 
observed during construction, slope stability, and proposed responses to California DSOD 
questions upon request by SFPUC, increasing the agreement term to 6 years, 2 months, 9 days; 
and 


WHEREAS, Amendment No. 3 is being requested to increase the agreement duration by 
nine months, to retain the services set forth under the Agreement through the anticipated 
completion of the initial water fill period of the Calaveras Reservoir, which is dependent on 
rainfall conditions and is currently anticipated by March 31, 2021, increasing the total agreement 
duration to 6 years, 11 months, 9 days, with no change in the agreement amount; and 


WHEREAS, Contract Monitoring Division (CMD) subconsulting requirements, as set 
forth under Chapter 14B of the City and County of San Francisco Administrative Code, have 
been waived for this agreement; and 


WHEREAS, Funding for this agreement is available from Project No. CUW374 
Calaveras Dam Replacement Project; now, therefore, be it 


RESOLVED, That this Commission hereby approves Amendment No. 3 to Project- 
funded Agreement No. CS-382A, Calaveras Dam Technical Advisory Panel, with Gabriel 
Fernandez, to continue to provide independent technical expertise in connection with the 
Calaveras Dam Replacement Project during the Calaveras Reservoir’s initial water filling period; 
and be it 


FURTHER RESOLVED, That this Commission authorizes the General Manager to 
execute Amendment No. 3, increasing the agreement duration by nine months, for a total 
agreement duration of six years, eleven months, and nine days, with no change to the agreement 
amount. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of May 12, 2020. 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0088 


WHEREAS, The San Francisco Public Utilities Commission (SFPUC) requires the 
assistance of a professional engineering firm to perform inspection services to supplement the 
City staff and ensure that equipment and materials purchased for the SFPUC Infrastructure 
projects are of the highest quality; and 


WHEREAS, It is necessary to procure the services of qualified quality assurance and 
control company to provide specialized fabrication inspection, testing, and/or surveillance to 
supplement SFPUC staff for this proposed Project; and 


WHEREAS, The estimated cost of services 1s $3,000,000; and 


WHEREAS, SFPUC advertised a Request for Proposals for Inspection, Testing, and 
Surveillance Services on January 10, 2020; and 


WHEREAS, Services are anticipated to begin in June 15, 2020 and end in June 15, 2025 
and the duration of this agreement is 5 years; and 


WHEREAS, Bureau Veritas North America, Inc. (Bureau Veritas) was the sole 
respondent to the Request for Proposals, and SFPUC and Contract Monitoring Division (CMD) 
staff review of the proposal determined Bureau Veritas is a responsible and responsive 
respondent; and 


WHEREAS, The Contract Monitoring Division (CMD) sub consulting requirements, as 
set forth under Chapter 14B of the City and County of San Francisco Administrative Code, have 
been waived for this agreement; and 


WHEREAS, Failure to reach successful agreement on contract terms and conditions 
within 30 days of the date of the Commission award may result in award of the contract to the 
next highest ranked proposer, or re-advertising and re-selecting consultants at the discretion of 
the City; and 


WHEREAS, The firm being awarded a contract by the SFPUC must be in compliance 
with the Equal Benefits Provisions of Chapter 12B of the City’s Administrative Code either at 
the time of the award, or within two (2) weeks of the date of the Commission award; failure of 
the bidder to obtain compliance certification from CMD may, in the General Manager’s sole 
discretion, result in award of the agreement to the next highest ranked proposer, or re-advertising 
and re-selecting consultants at the discretion of the City; and 


WHEREAS, Funds for Agreement No. PUC.PRO.0112, As-Needed Inspection, Testing, 
and Surveillance Services, will be available as-needed from individual projects within the Water 
Enterprise, Wastewater Enterprise, and Power Enterprise 10-Year Capital Improvement 
Programs, and the Earthquake Safety and Emergency Response Bond (ESER 2020); now, 
therefore, be it 


RESOLVED, That this Commission hereby approves the selection of Bureau Veritas 
North America Inc., the sole responsive and responsible respondent, awards Project-Funded 
Agreement No. PUC.PRO.0112, As-Needed Inspection, Testing, and Surveillance Services to 
provide inspection, testing, and surveillance services to SFPUC’s Engineering Management 
Bureau in the support of Infrastructure projects, and authorizes the General Manager to 
negotiate and execute a professional services agreement with Bureau Veritas for an amount not- 
to-exceed $3,000,000, and with a duration of five years.. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting May 12, 2020. 


( 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0089 


WHEREAS, Green infrastructure protects and enhances the function of the City and 
County of San Francisco’s combined sewer system by reducing the volume and rate of 
stormwater run-off into the system; and 


WHEREAS, The San Francisco Public Utilities Commission (SFPUC) has a multi- 
faceted program to maximize the detention and retention of stormwater, including through green 
infrastructure; and 


WHEREAS, On November 13, 2018, by Resolution No. 18-0189, this Commission 
approved the establishment of a Green Infrastructure Grant Program to offer grants for owners of 
properties in San Francisco containing large impervious surfaces to deliver cost-effective 
stormwater management performance for SFPUC’s collection system; and 


WHEREAS, On February 5, 2019, the San Francisco Board of Supervisors adopted 
Ordinance No. 26-19 delegating authority under Charter Section 9.118 to the SFPUC General 
Manager to enter into grant agreements with terms of 20 years under the SFPUC’s Green 
Infrastructure Grant Program, provided that this Commission must approve the award of each 
grant at a public hearing; and 


WHEREAS, On February 25, 2020, by Resolution No. 20-0045, this Commission 
approved revisions to the funding disbursement procedures of the Green Infrastructure Grant 
Program; and 


WHEREAS, On December 9, 2020, Holy Trinity Greek Orthodox Church (Holy Trinity) 
submitted a grant application to the SFPUC to fund the design and construction of a green 
infrastructure project at 999 Brotherhood Way in San Francisco (Project); and 


WHEREAS, The proposed Project would manage 2.6 acres of impervious surface and 1.3 
million gallons of stormwater each year in the Sunset Watershed through construction of 
approximately 7,000 square feet of bioretention planters and 1,000 square feet of impervious 
surface removal at Holy Trinity Greek Orthodox Church; and 


WHEREAS, SFPUC staff review of the grant application determined that the application 
and proposed Project meet the six required eligibility criteria of the Grant Program Guidelines; 
and 


WHEREAS, SFPUC staff recommend award of a grant to Holy Trinity in the amount of 
up to $1,577,161 to fund both the design and construction of the Project; and 


WHEREAS, The grant agreement has a 20-year term beginning in May 2020 and 
expiring in May 2040; and 


WHEREAS, The SFPUC will initially disburse to Holy Trinity up to $303,750 solely for 
the purpose of planning and design (pre-construction) activities; and 


WHEREAS, Approval of funding for planning and design activities for the proposed 
Project does not constitute a project under the California Environmental Quality Act (CEQA) 
Guidelines Section 15378; and 


WHEREAS, The SFPUC will disburse funds for construction of the Project only 
following this Commission’s review and consideration of the completed review of the Project 
under the California Environmental Quality Act (CEQA) and CEQA determination; and 


WHEREAS, The City retains sole and absolute discretion to, among other things, modify 
the Project to mitigate significant environmental impacts, or determine not to proceed with the 
disbursement of grant funds for construction of the project based upon information generated by 
the environmental review process. This Commission, in approving this grant award, 1s not 
approving the Project. The SFPUC also retains the discretion to demand return of previously 
disbursed grant funds; and 


WHEREAS, Funding in the amount of $303,750 for pre-construction services is available 
from Project No. 10034553 — Green Infrastructure Grant Program; now, therefore be it 


RESOLVED, That this Commission hereby approves the award of a Green Infrastructure 
grant to fund pre-construction design and, if the Commission approves the Project following 
completion of environmental review, to fund construction of the Project in the total amount of up 
to $1,577,161, and authorizes the General Manager to execute the attached grant agreement with 
Holy Trinity for an amount not to exceed $1,577,161, and with a term of twenty (20) years; and 
be it 


FURTHER RESOLVED, That the General Manager is hereby authorized to disburse up 
to $303,750 for pre-construction services for the Project at this time, and funding for the 
construction phase of the Project will not be authorized or disbursed until environmental review 
of the Project is complete and this Commission approves disbursement of grant funds for 
construction of the Project. This Commission reserves the right to, among other things, modify 
the Project to mitigate any significant environmental impacts or determine not to proceed with 
funding the Project based on information generated by the environmental review process. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of May 12, 2020. 


) 
é 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0090 


WHEREAS, Green infrastructure protects and enhances the function of the City and 
County of San Francisco’s combined sewer system by reducing the volume and rate of 
stormwater run-off into the system; and 


WHEREAS, The San Francisco Public Utilities Commission (SFPUC) has a multi- 
faceted program to maximize the detention and retention of stormwater, including through green 
infrastructure; and 


WHEREAS, On November 13, 2018, by Resolution No. 18-0189, this Commission 
approved the establishment of a Green Infrastructure Grant Program to offer grants for owners of 
properties in San Francisco containing large impervious surfaces to deliver cost-effective 
stormwater management performance for SFPUC’s collection system; and 


WHEREAS, On February 5, 2019, the San Francisco Board of Supervisors adopted 
Ordinance No. 26-19 delegating authority under Charter Section 9.118 to the SFPUC General 
Manager to enter into grant agreements with terms of 20 years under the SFPUC’s Green 
Infrastructure Grant Program, provided that this Commission must approve the award of each 
grant at a public hearing; and 


WHEREAS, On February 25, 2020, by Resolution No. 20-0045, this Commission 
approved revisions to the funding disbursement procedures of the Green Infrastructure Grant 
Program; and 


WHEREAS, On August 14, 2019, San Francisco Unified School District (SFUSD) 
submitted a grant application to the SFPUC to fund the design and construction of a green 
infrastructure project at Bessie Carmichael Middle School located at 824 Harrison Street 
(Project); and 


WHEREAS, On October 8, 2019, by Resolution No. 19-0194, this Commission approved 
the award to SFUSD of a Green Infrastructure Grant in the amount of up to $428,075 to fund 
pre-construction design and, if the project is approved, construction of stormwater management 
features of the SFUSD’s Bessie Carmichael Middle School Project; and authorized the General 
Manager to execute a grant agreement with a term of 20 years; and 


WHEREAS, Resolution No. 19-0194 authorized the disbursement of $70,000 in grant 
funds to SFUSD solely for the purpose of planning and design (pre-construction) activities and 
provided that funding for the construction phase of the project will not be authorized or 
disbursed until environmental review of the project is complete and this Commission approves 
disbursement of grant funds for the project; and 


WHEREAS, On December 9, 2019, the San Francisco Unified School District issued a 
Notice of Exemption for a California Environmental Quality Act (CEQA) Guidelines exemption 
under Section 15304, Class 4, a copy of which is on file with the Commission Secretary; and 


WHEREAS, SFPUC staff request that the Commission now authorize the disbursement 
of the remainder of grant funds in the amount of up to $358,075 for construction of the Project ; 
and 


WHEREAS, Funding in the amount of $358,075 for construction activities is available 
from Project No. 10034553 — Green Infrastructure Grant Program; now, therefore, be it 


RESOLVED, That this Commission hereby authorizes the release of the remaining 
$358,075 in grant funding to SFUSD for construction of the Green Infrastructure Grant Project at 
Bessie Carmichael Middle School pursuant to the Green Infrastructure Grant Agreement with 
SFUSD authorized by Resolution No. 19-0194. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of May 12, 2020. 


denn RK hak 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


RESOLUTION NO. 20-0091 


WHEREAS, Under the California Environmental Quality Act (CEQA) and State of 
California Water Code (Section 10910(g)(1)), the San Francisco Public Utilities Commission 
(SFPUC) is required to prepare and approve a Water Supply Assessment (WSA) for the 
cumulative water demands presented by the proposed San Francisco Gateway Project, which 
would construct approximately 1,080,000 gross square feet across two nearly identical mixed- 
use production, distribution, and repair (PDR) buildings at 749 Toland Street and 2000 
McKinnon Street in the Bayview Hunters Point Plan area in San Francisco (“proposed project”); 
and 


WHEREAS, The San Francisco Gateway Project is required to comply with the City’s 
Non-potable Water Ordinance, Article 12C of the San Francisco Health Code, and as a result, the 
Project will offset its potable water use through the use of alternate water sources; and 


WHEREAS, A WSA is an informational document that assesses the adequacy of water 
supplies to serve a proposed project and is required to be prepared as part of the CEQA 
environmental review process; and 


WHEREAS, Approval of a WSA as an informational document is not considered an 
approval action as defined in Section 15378 of the CEQA Guidelines; and 


WHEREAS, A WSA must be approved at a public meeting by the governing body of the 
public water supplier that would serve the proposed project; and 


WHEREAS, On December 12, 2018, the State Water Resources Control Board adopted 
an amendment to the Water Quality Control Plan for the San Francisco Bay/Sacramento-San 
Joaquin Delta Estuary (i.e., Bay-Delta Plan Amendment), which, if implemented in the future, 
would affect the Regional Water System supply and the SFPUC’s ability to meet the projected 
demands of existing and future retail customers, including the proposed project; and 


WHEREAS, Multiple lawsuits are pending challenging the Bay-Delta Plan Amendment, 
and the City is a party to one of those suits; and 


WHEREAS, In accordance with the State Water Resources Control Board’s instruction, 
on March 1, 2019, the SFPUC, in partnership with other key stakeholders, submitted a proposed 
“voluntary agreement” (March Ist Proposed Voluntary Agreement) for the State’s consideration 
as a Substitute or replacement of the Bay-Delta Plan Amendment; and 


WHEREAS, On March 26, 2019, by Resolution No. 19-0057, this Commission endorsed 
the SFPUC’s continued participation in the voluntary agreement negotiation process and stated 
its intent that the terms of any final voluntary agreement would improve the health of the 
fisheries and maintain the reliability of its water supply including maintenance of its level of 
service (LOS) goal of no more than 20% system-wide rationing; and 


WHEREAS, Because implementation of the Bay-Delta Plan Amendment or an 
alternative Voluntary Agreement is uncertain at this time, the SFPUC staff prepared the attached 
WSA for the proposed San Francisco Gateway Project, analyzing water supply and demand 
under three scenarios: (1) No implementation of the Bay-Delta Plan Amendment or the March 
Ist Proposed Voluntary Agreement (“Scenario 1”), (2) Implementation of the March Ist 
Proposed Voluntary Agreement (“Scenario 2”), and (3) Implementation of the Bay-Delta Plan 
Amendment (“Scenario 3”); and 


WHEREAS, The WSA concludes that the SFPUC’s total projected water supplies 
through 2040 will (1) meet the demands of the proposed San Francisco Gateway Project in 
normal years under all three scenarios, (2) meet the demands of the proposed project in dry years 
without rationing beyond the SFPUC’s LOS goal of 20% system-wide rationing under Scenario 
1, (3) meet the demands of the proposed project in dry years but require rationing closer to the 
LOS goal under Scenario 2, and (4) not reliably meet the demands of the proposed project 
without rationing at a level greater than that required to achieve the LOS goal under Scenario 3; 
now, therefore, be it 


RESOLVED, This Commission approves the attached Water Supply Assessment for the 
proposed San Francisco Gateway Project pursuant to the State of California Water Code Section 
10910(g). 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of May 12, 2020. 


Secretary, Public rl Commission 


San icles 
Water P 
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SAN FRANCISCO PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


London N. Breed 
Mayor 


REGULAR MEETING AGENDA 
Tuesday, May 26, 2020 
1:30 P.M. 


This meeting is being held by Teleconference Pursuant to the Governor’s Executive 
Order N-29-20 and the Twelfth Supplement to Mayoral Proclamation Declaring the 
Existence of a Local Emergency Dated February 25, 2020 


WATCH LIVE: 
https:/Awww.sfgovtv.org/sfpuc 


PUBLIC COMMENT CALL-IN: 
USA Toll-Free: 888-273-3658 / ACCESS CODE: 3107452 


During the Coronavirus Disease (COVID-19) emergency, the San Francisco Public Utilities 
Commission’s (SFPUC) regular meeting room, City Hall, Room 400, is closed. Commissioners 
and SFPUC staff will convene Commission meetings remotely by teleconference. Members of 
the public are encouraged to submit their public comment on agenda items in advance of the 
teleconference meeting by emailing comments to Commission@sfwater.org, or by leaving your 
comment via voicemail at 415-554-3165. Comments submitted no later than 5 PM the Monday 
before the meeting will be read into the record by the Secretary during the teleconference 
meeting and will be treated as a substitute to providing public comment by phone during the 
meeting. Persons who submit written public comment in advance on an agenda item or items 
will not be permitted to also provide public comment on the same agenda item(s) by phone 
during the meeting. 


Commissioners 
Ann Moller Caen, President 
Francesca Vietor, Vice President 
Anson Moran 
Sophie Maxwell 
Tim Paulson 


Harlan L. Kelly, Jr. 
General Manager 


Donna Hood 
Secretary 


Remote Meeting Access 


WATCH: 
https://www.sfgovtv.org/sfpuc 


PUBLIC COMMENT CALL-IN: 
USA Toll-Free: 888-273-3658 
ACCESS CODE: 3107452 
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Providing Public Comment — Instructions 


DIAL toll-free number 888-273-3658. 

Enter ACCESS CODE 3107452 and then press #. 

Press # again to join the meeting as a participant. 

When the Secretary calls for public comment dial ‘1’ then ‘0’ to be added to the 
speaker line. 

When the system message indicates your line is unmuted, and after you hear a tone, 
you may begin your public comment. 

You will have 2 minutes to provide your comments. 


. Once your 2 minutes have ended you will be moved out of the speaker line and back 


to listening as a meeting participant. 


. Participants who wish to provide public comment on other agenda items may stay on 


the meeting line and listen for the Secretary’s prompt. 


BEST PRACTICES 


Call from a quiet location 

Speak slowly and clearly 

Turn down any televisions or radios around you 

Address the Commission as a whole, do not address individual Commissioners 





Accessible Meeting Policy: To obtain meeting materials in alternative format, please contact the Commission Secretary at 
415-554-2165 or via email at Commission@sfwater.org. Providing at least 72 hours notice will help to ensure availability. 
Written reports or background materials for calendar items are available on-line at 


http://www. sfwater.org/index.aspx?page=167. 


Know Your Rights Under the Sunshine Ordinance: Government's duty is to serve the public, reaching its decision in full 
view of the public. Commissions, boards, councils and other agencies of the City and County exist to conduct the people's 
business. This ordinance assures that deliberations are conducted before the people and that City operations are open to 
the people's review. For more information on your rights under the Sunshine Ordinance or to report a violation of the 
ordinance, contact Administrator, by mail to Sunshine Ordinance Task Force, 1 Dr. Carlton B. Goodlett Place, Room 244, 
San Francisco, CA 94102.4689; by phone at 554.7724; by fax at 554.7854; or by email at sotf@sfgov.org. Copies of the 
Sunshine Ordinance can be obtained from the Clerk of the Sunshine Task Force, the San Francisco Public Library and on 
the City’s website at http://Awww.sfgov.org. 





311 Free Lanquage Assistance: $@ #38 148) / Ayuda gratuita con el idioma / BecniaTHas noMollb NepeBosyHKos / 
Tro gitip Théng dich Mién ph{ / Assistance linguistique gratuite / #££}O Sah che / PE 104 / ALE / ar“sad aaa 
nn“ Lae lus a’eartaa re / Libreng tulong para sa wikang Tagalog sluad 





Lobbyist Registration and Reporting Requirements: Individuals and entities that influence or attempt to influence local 
legislative or administrative action may be required by the San Francisco Lobbyist Ordinance [SF Campaign & Governmental 
Conduct Code §2.100] to register and report lobbying activity. For more information about the Lobbyist Ordinance, please 
contact the San Francisco Ethics Commission at 25 Van Ness Avenue, Suite 220, San Francisco, CA 94102; telephone (415) 
252-3100; fax (415) 252-3112; web site at www.sfgov.org/ethics. 





CEQA Appeal Rights under Chapter 31 of the San Francisco Administrative Code: If the Commission’s action on a 
project constitutes the Approval Action for that project (as defined in S.F. Administrative Code Chapter 31, as amended, Board 
of Supervisors Ordinance Number 161-13), then the CEQA determination prepared in support of that Approval Action is 
thereafter subject to appeal within the time frame specified in S.F. Administrative Code Section 31.16. Typically, an appeal 
must be filed within 30 calendar days of the Approval Action for a project that has received an exemption or negative 
declaration pursuant to CEQA. For information on filing an appeal under Chapter 31, contact the Clerk of the Board of 
Supervisors at City Hall, 1 Dr. Carlton B. Goodlett Place, Room 244, San Francisco, CA 94102, or call (415) 554-5184. Ifthe 
Planning Department’s Environmental Review Officer has deemed a project to be exempt from further environmental review, 
an exemption determination has been prepared and can be obtained on-line at http:/Awww.si- 
planning.org/index.aspx?page=3447.Under CEQA, in a later court challenge, a litigant may be limited to raising only those 
issues previously raised at a hearing on the project or in written correspondence delivered to the Board of Supervisors, 
Planning Commission, Planning Department or San Francisco Public Utilities Commission at, or prior to, such hearing, or as 
part of the appeal hearing process on the CEQA decision. 





ORDER OF BUSINESS 


i 


ie: 


Call to Order 
Roll Call 


Approval of the Minutes of May 12, 2020 


. General Public Comment 


Members of the public may address the Commission on matters that are within the 
Commission’s jurisdiction and are not on today’s agenda 


Communications (discussion only) 
a) Contract Advertisement Report 
b) Correspondence Log . 
c) Annual Schedule of Rates and Charges for Non-Municipal, Residential, Commercial 
Electric Service 
d) Water Supply Conditions Update 
e) Water System Improvement Program Status of Construction Change Orders 


Report of the General Manager (discussion only) 
a) Update on SFPUC Operations During COVID-19 Emergency 


New Commission Business (discussion only) 


CONSENT CALENDAR 


8. 


200094 


All matters listed hereunder constitute a Consent Calendar, are considered to be routine 
by the San Francisco Public Utilities Commission and will be acted upon by a single 
vote of the Commission. There will be no separate discussion of these items unless a 
member of the Commission or the public so requests, in which event the matter will be 
removed from the Calendar and considered as a separate item. 


a) Accept work performed by Anvil Builders, Inc., for Contract No. WD-2713, 48-Inch 
Diameter Water Main Replacement on Putnam Street from Peralta Avenue to 
Cortland Avenue; approve Modification No. 4 (Final), increasing the contract 
amount by $354,081 for a total contract amount of $5,615,202, and increasing the 
contract duration by 117 consecutive calendar days (approximately four months), 
for a total contract duration of 512 consecutive calendar days (approximately one 
year and five months); and authorize final payment to the contractor. (How) 


b) Accept work performed by Shaw Pipelines, Inc. for Contract No. WW-637, Various 
Locations Sewer Replacement and Pavement Renovation No. 5; approve 
Modification No. 3 (Final), increasing the contract amount by $133,286 for a total 
contract amount of $4,393,631, and a total contract duration of 554 consecutive 
calendar days (approximately one year and six months); and authorize final 
payment to the contractor. (How) 


c) Approve an increase in the amount of $3,682,329 to the existing contract cost 


00096 


contingency, and an increase of 50 calendar days to the existing contract duration 
contingency, for Contract No. WW-686, As-Needed Spot Sewer Replacement No. 
38; and authorize the General Manager to approve future modifications to the 
contract for a total contract amount of up to $13,808,734 and a total contract 
duration of up to 490 consecutive calendar days (approximately one year and four 
months). (How) 


d) Approve an increase of $174,740 to the existing contract cost contingency for 


200097 


Contract No. WW-695, As-Needed Sewer Cleaning and Inspection (FY20); and 

authorize the General Manager to approve future modifications to the contract for a 

total contract amount of up to $2,097,045, with no change to contract duration. 
(How) 


REGULAR CALENDAR 


ie) 


Remmed 
fron 
Aenda 


10. 


Approve Amendment No. 3 to Agreement No. CS-109, Specialized Engineering 
Services, Recycled Water Projects, with Kennedy Jenks Consultants, Inc./Bahman 
Sheikh Water Reuse Consulting/Water Resources Engineering, Inc. a Joint Venture, 
to provide additional technical and engineering services in support of the Westside 
Recycled Water Project; and authorize the General Manager to execute this 
amendment, increasing the contract amount by $2,500,000 and increasing the 
contract duration by two years, for a total not-to-exceed agreement amount of 
$10,500,000 and a total duration of 14 years, subject to the Board of Supervisors 
approval pursuant to Charter Section 9.118. (How) 


Public Hearing: Adopt a new schedule of Hetch Hetchy Power Enterprise General! 20- 


Use Municipal Electricity Service Rates for Fiscal Years 2020-21 and 2021-22 to 
take effect only July 1, 2020 for certain City agencies, certain non-City governmental. 


200098 agencies such as the San Francisco Unified School District, and certain non-profit 


lle 


200644 


V2; 


200100 


entities such as the California Academy of Sciences, that are closely related to. the 
City through City governance, financial support, or other legacy relationship. The new 
schedule would increase General Use Municipal Electrical Rates by $0.01/kWh each 
fiscal year. The proposed action constitutes the Approval Action for the purposes of 
CEQA, pursuant to Section 31.04(h) of the San Francisco Administrative Code. 
(Sandler) 


Retroactively authorize the General Manager’s implementation on May 12, 2020 of a 
temporary emergency bill discount for certain San Francisco Public Utilities 
Commission residential customers who have been financially impacted by the COVID- 
19 emergency. The Temporary Emergency Customer Assistance Program for 
COVID-19 Relief Program provides eligible residential customers with a bill discount 
of 15% on water, 35% on sewer, and 30% on Hetch Hetchy Power bills for six months 
spanning from March 4, 2020 to September 4, 2020. (Sandler) 


Authorize the General Manager to negotiate and execute a Memorandum of 
Understanding with the Public Works Department, Municipal Transportation Agency, 
Fire Department, and Port Commission, regarding and the authority and responsibility 
for operations and maintenance of public improvements at the Mission Rock Special 


oh 
ae | 


Use District (also Known as Mission Rock); and approve amendments to the Mission 
Rock Infrastructure Plan. (Carlin) 


13. Authorize the General Manager to negotiate and execute a Memorandum of 


20010! 


Understanding with the Port Commission, San Francisco Public Works, the San 
Francisco Municipal Transportation Agency, and the San Francisco Fire Department 
regarding each department's operations and maintenance of public improvements at 
the Pier 70 Special Use District, including improvements located in streets under the 
Port’s jurisdiction. (Carlin) 


14. Public comment on matters to be addressed during Closed Session 


15. Motion on whether to assert the attorney-client privilege regarding the matters listed 
below as Conference with Legal Counsel 


The Commission will go into Closed Session to discuss the following items: 


CLOSED SESSION 


‘  o% 
r& esta 


16. Conference with Legal Counsel - Pursuant to California Government Code Section 
54956.9 (d) (1) and San Francisco Administrative Code Section 67.10 (d) (1) 


(action item) (Sheinfield)y Ky. 4.3 


Existing Litigation 
David Alfaro, et al. v. City and County of San Francisco 
San Francisco Superior Court No. CGC-15-547492 


10-00 10L Date Filed: August 20, 2015 


te 
Zo- 012 


Proposed partial settlement of action as to diminution in property value claims of 19 
of numerous plaintiffs arising out of December 2014 stormwater flooding: (1) avid 
and Jessica Alfaro ($290,000), (2) Joy Caguimbaga/Zenida Restauro ($240,000), (3) 
Armando and Maria Castillo ($200,000), (4) Elaine Choy ($221,150), (5) John Clay 
$250,000), (6) Ruth Patricia del Castillo ($150,000), (7) Rizaldy Gache ($235,000), 
(8) Susan Garduno ($235,000), (9) Carlos Gross ($210,000), (10) Suzanne Houlihan 
($250,000), (11) John and Maria Naniola ($290,000), (12) Donato and Aurora 
Ponferrada ($257,000), (13) Cesar and Fe Ponferrada ($250,000), (14) Rick Popko 
/Nancy Huff ($150,000), (15) Victoria Sanchez ($220,000), (16) Bing On Seid 
($207,000), (17) Peter So/Diane Chung ($235,000), (18) Ho Tan ($295,000), and (19) 
Chris Tilton/Blane Bachelor ($210,000) 


17. Conference with Legal Counsel - Pursuant to California Government Code Section 
54956.9 (d) (1) and San Francisco Administrative Code Section 67.10 (d) (1) 
(discussion only) (Whipps) 


Existing Litigation 

State Water Board Cases, Sacramento Superior Court, JCCP No. 5013 (originally 
filed on January 10, 2019 in Tuolumne Superior Court as San Joaquin Tributaries 
Authority, et al v. California State Water Resources Control Board, Case No. 
CU62094) 4 


Following Closed Session, the Commission will reconvene in Open Session 


18. 


19. 


20. 


Announcement following Closed Session 


Motion regarding whether to disclose the discussions during Closed Session 
pursuant to San Francisco Administrative Code Section 67.12(a) 


Adjournment 


San Francisco Public Utilities Commission 
525 Golden Gate Avenue, 13" Floor 
San Francisco, CA 94102 


San Francisco 
Water 


Services of the San Francisco Public Utilities Commission 





SAN FRANCISCO PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


London N. Breed 
Mayor 


MINUTES 


Tuesday, May 26, 2020 
1:30 P.M. 
(Approved June 9, 2020) 


This meeting was held by Teleconference Pursuant to the Governor’s Executive Order 
N-29-20 and the Twelfth Supplement to Mayoral Proclamation Declaring the Existence of 
a Local Emergency Dated February 25, 2020 


Commissioners 
Ann Moller Caen, President 
Francesca Vietor, Vice President 
Anson Moran 
Sophie Maxwell 
Tim Paulson 


Harlan L. Kelly, Jr. 
General Manager 


Donna Hood 
Secretary 





. Call to Order 
President Caen called the meeting to order at 1:34 PM. 


. Roll Call 
Present: Caen, Vietor, Moran, Maxwell and Paulson 


. Approval of the Minutes of May 12, 2020 
On Motion to approve the Minutes of May 12, 2020: 


Ayes: Caen, Vietor, Moran, Maxwell and Paulson 
No public comment. 


. General Public Comment 

e Madeline Mueller — email submitted and read into record by Commission Secretary: 
“A Resolution to Acquire the Balboa Reservoir Property for City College of San 
Francisco Presented by the Defend City College Alliance (DCCA)”. 

e Dave Warner — email submitted and read into record by Commission Secretary 
regarding the Commission’s Bay Delta Resolution 19-0057. 

e Thomas (inaudible) stated the Commission needs to look in to the purchase of the 
recently available N3 Ranch 51,000-acre property in the East Bay and to investigate 
finance mechanisms not previously available. 

e Unidentified speaker provided comments regarding the Resolution to Acquire the 
Balboa Reservoir Property for City College of San Francisco presented by the 
Defend City College Alliance. 

e Unidentified speaker expressed support for the Bay Delta and for protecting the 
Tuolumne River. He encouraged the Commission to voluntary release 40% 
unimpaired flow. 

e Michael Frost discussed communications with his daughters regarding 
environmental conditions and actions that can be taken. He discussed the need for 
healthy fish and asked that the Commission prioritize fresh water flows into the Bay 
Delta. 

e Francisco DaCosta discussed the resources and high-density living, City College, 
and the use of resources and that care be taken with water. 

e Mary (inaudible) expressed support for the Water Quality Control Plan and asked 
that the lawsuit against the plan be dropped. 

e Jerilyn Moran disused the Bay Delta, Tuolumne River, and encouraged water 
conservation efforts. 


. Communications 

a) Contract Advertisement Report 

b) Correspondence Log 

c) Annual Schedule of Rates and Charges for Non-Municipal, Residential, Commercial 
Electric Service 

d) Water Supply Conditions Update 

e) Water System Improvement Program Status of Construction Change Orders 


ETT I SEEN a 








Kathy How, Assistant General Manager (AGM) Infrastructure, responded to a 
request from Commissioner Maxwell for background information of the Status of 
Construction Change Orders. 


No public comment. 


6. Report of the General Manager (GM) 


a) Update on SFPUC Operations During COVID-19 Emergency 
Harlan Kelly, General Manger, provided an update regarding SFPUC operations 


during the COVID-19 emergency. He noted most employees continue to work 
remotely. He indicated that customers continue to receive services without 
interruption. GM Kelly discussed efforts to create a Continuity of Operations Plan 
(COOP) and reviewed the work of the COOP team. He noted results a survey sent 
to employees regarding the agencies response to the pandemic. He discussed the 
launch of the COVID19 temporary emergency Customer Assistance Program for 
customers experiencing financial difficulties. 


GM Kelly responded to a question from Commissioner Maxwell regarding personal 
protective equipment (PPE) being provided to employees, and if it meets employee 
satisfaction. 


Public Comment . 

e Francisco DaCosta stated enterprise departments that generate revenue should 
not use general funds for PPE. He discussed the sewage treatment plant’s effect 
on the health of the Bayview community. 


7. New Commission Business 
Commissioner Moran requested that staff prepare a water supply budget worksheet 
which will provide transparency for the process used to make decisions on water supply 
and water use, and to create a common framework for discussion about the allocation 
of water supplies. 


Commissioner Maxwell requested a report regarding what is and what needs to be done 
to ensure our watersheds are safe from fire. 


Vice President (VP) Vietor requested, to build on Commissioner Moran’s comments, an 
outline of what will be in the water supply budget. 


No public comment. 


8. Consent Calendar 


a) Accept work performed by Anvil Builders, Inc., for Contract No. WD-2713, 48-Inch 
Diameter Water Main Replacement on Putnam Street from Peralta Avenue to 
Cortland Avenue; approve Modification No. 4 (Final), increasing the contract 
amount by $354,081 for a total contract amount of $5,615,202, and increasing the 
contract duration by 117 consecutive calendar days, for a total contract duration of 





512 consecutive calendar days; and authorize final payment to the contractor. 
(Resolution 20-0094) 


b) Accept work performed by Shaw Pipelines, Inc. for Contract No. WW-637, Various 
Locations Sewer Replacement and Pavement Renovation No. 5; approve 
Modification No. 3 (Final), increasing the contract amount by $133,286 for a total 
contract amount of $4,393,631, and a total contract duration of 554 consecutive 
calendar days; and authorize final payment to the contractor. (Resolution 20-0095) 


c) Approve an increase in the amount of $3,682,329 to the existing contract cost 


contingency, and an increase of 50 calendar days to the existing contract_duration 
contingency, for Contract No. WW-686, As-Needed Spot Sewer Replacement No. 
38; and authorize the General Manager to approve future modifications to the 
contract for a total contract amount of up to $13,808,734 and a total contract 
duration of up to 490 consecutive calendar days. (Resolution 20-0096) 


d) Approve an increase of $174,740 to the existing contract cost contingency for 
Contract No. WW-695, As-Needed Sewer Cleaning and Inspection (FY20); and 
authorize the General Manager to approve future modifications to the contract fora 


total contract amount of up to $2,097,045, with no change to contract duration. 
(Resolution 20-0097) 


No public comment. 


On Motion to approve the Consent Calendar: 
Ayes: Caen, Vietor, Moran, Maxwell and Paulson 


item 9 was removed from the agenda and will be rescheduled. 


9. Approve Amendment No. 3 to Agreement No. CS-109, Specialized Engineering 
Services, Recycled Water Projects, with Kennedy Jenks Consultants, Inc./Bahman 
Sheikh Water Reuse Consulting/Water Resources Engineering, Inc. a Joint Venture, 
to provide additional technical and engineering services in support of the Westside 
Recycled Water Project; and authorize the General Manager to execute this 
amendment, increasing the contract amount by $2,500,000 and increasing the 
contract duration by two years, for a total not-to-exceed agreement amount of 
$10,500,000 and a total duration of 14 years, subject to the Board of Supervisors 
approval pursuant to Charter Section 9.118. 


10. Public Hearing: Adopt a new schedule of Hetch Hetchy Power Enterprise General Use 
Municipal Electricity Service Rates for Fiscal Years 2020-21 and 2021-22 to take 
effect only July 1, 2020 for certain City agencies, certain non-City governmental 
agencies such as the San Francisco Unified School District, and certain non-profit 
entities such as the California Academy of Sciences, that are closely related to the 
City through City governance, financial support, or other legacy relationship. The new 
schedule would increase General Use Municipal Electrical Rates by $0.01/kWh each 
fiscal year. The proposed action constitutes the Approval Action for the purposes of 


ee 






Ml. 


TS: 


CEQA, pursuant to Section 31.04(h) of the San Francisco Administrative Code. 
(Resolution 20-0098) 


Charles Perl, Deputy CFO, presented the item and requested approval. 
No public comment. 


On Motion to approve Item10: 
Ayes: Caen, Vietor, Moran, Maxwell and Paulson 


Retroactively authorize the General Manager's implementation on May 12, 2020 of a 
temporary emergency bill discount for certain San Francisco Public Utilities 
Commission residential customers who have been financially impacted by the COVID- 
19 emergency. The Temporary Emergency Customer Assistance Program for COVID- 
19 Relief Program provides eligible residential customers with a bill discount of 15% 
on water, 35% on sewer, and 30% on Hetch Hetchy Power bills for six months 


spanning from March 4, 2020 to September 4, 2020. (Resolution 20-0099) 
Erin Franks presented the item and requested approval. 


No public comment. 


On Motion to approve Item 11: 
Ayes: Caen, Vietor, Moran, Maxwell and Paulson 


Authorize the General Manager to negotiate and execute a Memorandum of 
Understanding with the Public Works Department, Municipal Transportation Agency, 
Fire Department, and Port Commission, regarding and the authority and responsibility 
for operations and maintenance of public improvements at the Mission Rock Special 
Use District (Mission Rock); and approve amendments to the Mission Rock 
Infrastructure Plan. (Resolution 20-0100) 

Michael Carlin, Deputy General Manager (DGM), presented the item and requested 
approval. 


DGM Carlin responded to a question form Commissioner Maxwell regarding the 
durability of and maintenance costs for lightweight cellular concrete and who is 
responsible for those costs. GM Kelly and Commissioner Paulson provided additional 
response. 


Public Comment 
e Francisco DaCosta asked if there is project site contamination and if mitigation and 
abatement have taken place. 


On Motion to approve Item 12: 
Ayes: Caen, Vietor, Moran, Maxwell and Paulson 


Authorize the General Manager to negotiate and execute a Memorandum of 
Understanding with the Port Commission, San Francisco Public Works, the San 





14. 


15: 


16. 


ie 


regarding each department’s operations and maintenance of public improvements at 


the Pier 70 Special Use District, including improvements located in streets under the 
Port’s jurisdiction. (Resolution 20-0101) 


DGM Carlin presented the item and requested approval. 


Public Comment 

e Francisco DaCosta discussed the use of Pier 70 during WWII and that there was a 
former power plant at the site. He discussed materials that need abatement and 
mitigation. He stated human remains of the first people are located at the site. 


On Motion to approve Item 13: 
Ayes: Caen, Vietor, Moran, Maxwell and Paulson 


Public comment on matters to be addressed during Closed Session 
None. 


Motion on whether to assert the attorney-client privilege regarding the matters listed 
below_as Conference with Legal Counsel 


On Motion to assert the attorney-client privilege regarding matters listed as 
Conference with Legal Counsel: 
Ayes: Caen, Vietor, Moran, Maxwell and Paulson 


The Commission entered Closed Session at 2:57 PM. 


Conference with Legal Counsel - Pursuant to California Government Code Section 
54956.9 (d) (1) and San Francisco Administrative Code Section 67.10 (d) (1) 
Existing Litigation 

David Alfaro, et al. v. City and County of San Francisco 

San Francisco Superior Court No. CGC-15-547492 

Date Filed: August 20, 2015 


Proposed partial settlement of action as to diminution in property value claims of 19 of 
numerous plaintiffs arising out of December 2014 stormwater flooding: (1) David and 
Jessica Alfaro ($290,000), (2) Joy Caguimbaga/Zenida Restauro ($240,000), (3) 
Armando and Maria Castillo ($200,000), (4) Elaine Choy ($221,150), (5) John Clay 
($250,000), (6) Ruth Patricia del Castillo ($150,000), (7) Rizaldy Gache ($235,000), 
(8) Susan Garduno ($235,000), (9) Carlos Gross ($210,000), (10) Suzanne Houlihan 
($250,000), (11) John and Maria Naniola ($290,000), (12) Donato and Aurora 
Ponferrada ($257,000), (13) Cesar and Fe Ponferrada ($250,000), (14) Rick Popko 
/Nancy Huff ($150,000), (15) Victoria Sanchez ($220,000), (16) Bing On Seid 
($207,000), (17) Peter So/Diane Chung ($235,000), (18) Ho Tan ($295,000), and (19) 
Chris Tilton/Blane Bachelor ($210,000) 

(Resolutions 20-0102 through 20-0121) 


Conference with Legal Counsel - Pursuant to California Government Code Section 
54956.9 (d) (1) and San Francisco Administrative Code Section 67.10 (d) (1) 


Existing Litigation 





18. 


NSE 


20. 


State Water Board Cases, Sacramento Superior Court, JCCP No. 5013 (originally filed 
on January 10, 2019 in Tuolumne Superior Court as San Joaquin Tributaries 


Authority, et al v. California State Water Resources Control Board, Case No. 
CU62094) 


The Commission exited Closed Session at 4:47 PM. 
Announcement following Closed Session 


President Caen stated that the Commission recommends the Board of Supervisors 
approves settlements noted in item 16. No other action was taken. 


Motion regarding whether to disclose the discussions during Closed Session 
pursuant to San Francisco Administrative Code Section 67.12(a) 


On Motion not to disclose discussions during Closed Session: 
Ayes: Caen, Vietor, Moran, Maxwell and Paulson 


Adjournment 
President Caen adjourned the meeting at 4:48 PM. 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0094 


WHEREAS, Construction has been completed for Contract No. WD-2713, 48-Inch 
Diameter Water Main Replacement on Putnam Street from Peralta Avenue to Cortland Avenue, 
by the contractor, Anvil Builders, Inc.; and 


WHEREAS, On September 12, 2017, per Resolution No. 17-0187, this Commission 
approved the award of Water Enterprise Local Conveyance/Distribution System Program, 
funded Contract No. WD-2713, 48-Inch Diameter Water Main Replacement on Putnam Street 
from Peralta Avenue to Cortland Avenue, to Anvil Builders, Inc.; and 


WHEREAS, The construction contract Notice-To-Proceed date was set for January 29, 
2018; and 


WHEREAS, The original contract amount was for $4,822,675 and the original contract 
duration was 365 consecutive calendar days; and 


WHEREAS, Section 6.22(h) of the Administrative Code requires that any cumulative 
increases in contract price or duration in excess of 10% of the original contract price or duration 
be approved by the Commission; and 


WHEREAS, Modifications Nos. | through 3 were issued for a cumulative increase to the 
contract cost of $438,446, and to the contract duration by thirty (30) consecutive calendar days, 
each within the 10% contingency, for a total contract amount of $5,261,121 and a total contract 
duration of 395 consecutive calendar days; and 


WHEREAS, Staff recommends approval of Modification No. 4 (Final), to increase the 
contract amount by $354,081 and to increase the contract duration by 117 consecutive calendar 
days, to procure additional 36-inch pipe, to perform additional surface restoration, to lower an 
undocumented sewer, to furnish an 8-inch automatic air valve enclosure, for demobilization of 
heavy equipment to accommodate PG&E gas pipeline relocation, and to reflect adjustments in 
the final quantities of actual work performed, for a total contract amount of $5,615,202, and a 
total contract duration of 512 days; and 


WHEREAS, The Contract Monitoring Division (CMD) established a Local Business 
Enterprise (LBE) subcontracting goal of 20% for this contract, the contractor committed to a 
LBE participation of 20.53% with its bid submittal, and CMD has determined that the contractor 
did not made a good faith effort and did not have substantial justifiable reasons for receiving a 
final participation of 12.46%; and 


WHEREAS, CMD concurs with closeout of this contract but has issued a formal warning 
to the contractor indicating that future violations may result in liquidated damages and/or a 
requirement for the contractor to compensate the LBE subcontractor for damages for breach of 
contract or liquidated damages in accordance with Chapter 14B of the San Francisco 
Administrative Code; and 


WHEREAS, Funds are available from Project No. CUW280PR04, WD-2713, 48-Inch 
Diameter Water Main Replacement on Putnam Street from Peralta Avenue to Cortland Avenue; 
now, therefore, be it 


RESOLVED, That this Commission hereby approves Modification No. 4, increasing the 
contract cost by $354,081 for a total contract amount of $5,615,202, and increasing the duration 
by 117 consecutive calendar days, for a total contract duration of 512 consecutive calendar days; 
and be it 


FURTHER RESOLVED, That this Commission hereby accepts the work performed by 
Anvil Builders, Inc., for Water Enterprise, Local Conveyance/Distribution System Program- 
funded Contract No. WD-2713, 48-Inch Diameter Water Main Replacement on Putnam Street 
from Peralta Avenue to Cortland Avenue, for a total contract amount of $5,615,202 and a total 
contract duration of 512 consecutive calendar days, and authorizes final payment to the 
contractor. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of May 26, 2020. 


a Aton 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


RESOLUTION NO. 20-0095 


WHEREAS, Construction has been completed for Contract No. WW-637, Various 
Locations Sewer Replacement and Pavement Renovation No. 5, by the contractor, Shaw 
Pipelines, Inc.; and 


WHEREAS, On January 23, 2018, by Resolution No. 18-0010, this Commission awarded 
Contract No. WW-637, Various Locations Sewer Replacement and Pavement Renovation No. 5, 
in the amount of $4,107,083, to the lowest, qualified responsible and responsive bidder, Shaw 
Pipelines, Inc.; and 


WHEREAS, The construction contract Notice To Proceed date was set for April 16, 
2018, with an original schedule of 526 consecutive calendar days and the contract work was 
completed in 554 consecutive calendar days on October 21, 2019; and 


WHEREAS, The original contract amount was for $4,107,083 and the original contract 
duration was 526 consecutive calendar days; and 


WHEREAS, Section 6.22(h) of the Administrative Code requires that any cumulative 
increase in contract amount or duration in excess of 10% of the original contract amount or 
duration be approved by the Commission; and 


WHEREAS, Modification Nos. 1-2 were issued for a cumulative increase of $153,262, to 
cover quantity overrun increases, for a total contract amount of $4,260,345, and increasing the 
contract duration by 28 calendar days, for a total contract duration of 554 consecutive calendar 
days; and 

WHEREAS, Staff recommends approval of Modification No. 3 (Final) increasing the 


contract amount by $133,286 to adjust bid item quantities to match actual quantities completed, 
for a total contract amount of $4,393,631 and no change in contract duration; and 


WHEREAS, The Contract Monitoring Division determined that the contractor has made 
a good faith effort to comply with the established LBE subcontracting goal of 20% for this 
contract by achieving a final LBE participation of 21.98%; and 


WHEREAS, Funds are available from Project No. 10015677, Various Locations Sewer 
Replacement and Pavement Renovation No. 5; now, therefore, be it 


RESOLVED, That this Commission hereby accepts work performed by Shaw Pipeline, 
Inc. for Wastewater Enterprise (WWE), Renewal and Replacement (R&R) Program and Public 
Works (PW) Street Resurfacing Program-funded Contract No. WW-637, Various Locations 
Sewer Replacement and Pavement Renovation No. 5, approves Modification No. 3 (Final), 
increasing the contract amount by $133,286 for a total contract amount of $4,393,631, and a 
total contract duration of 554 consecutive calendar days, and authorizes final payment to the 
contractor. 


I hereby certify that the foregoing resolution was adopted by the Public 
Utilities Commission at its meeting of May 26, 2020 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0096 


WHEREAS, On April 23, 2019, per Resolution No. 19-0080, this Commission approved 
the award of Wastewater Enterprise (WWE), Renewal and Replacement (R&R) Program-funded 
Contract No. WW-686, As-Needed Spot Sewer Replacement No. 38 to J. Flores Construction 
Company, Inc.; and 


WHEREAS, The construction contract Notice-to-Proceed date was June 10, 2019; and 


WHEREAS, The original contract amount was for $9,205,823 and the original contract 
duration was 400 consecutive calendar days; and 


WHEREAS, Section 6.22(h) of the San Francisco Administrative Code require 
Commission approval for any cumulative increase in contract cost or duration in excess of 10% 
of the original contract amount or duration; and 


WHEREAS, Modification No. 1 was issued, within the 10% contingency, increasing the 
contract amount by $920,500 to provide additional as- needed replacement of localized sections of 
existing sewer lines, for a total contract amount of $10,126,323; and 


WHEREAS, An increase of 3,682,329 to the contract cost contingency and an increase 
of 50 calendar days to the contract duration contingency are being requested to add additional 
contract capacity to perform as-needed replacement of localized sections of existing sewer lines, 
if needed, between June 2020 to September 2020; and 


WHEREAS, September 2020 is the anticipated Notice to Proceed date for the next Spot 
Sewer Replacement contract, WW-693; and 


WHEREAS, CMD established a Local Business Enterprise (LBE) subcontracting 
participation of 20% for this contract, and the contractor committed to a LBE participation of 
8.30% with its bid submittal; and 


WHEREAS, Funds are available from Project No. 10034352, As-Needed Spot Sewer 
Replacement No. 38; and 


RESOLVED, That this Commission hereby approves an increase of $3,682,329 to the 
existing contract cost contingency and an increase of 50 calendar days to the existing contract 
duration contingency, for Wastewater Enterprise (WWE), Renewal and Replacement (R&R) 
Program-funded Contract No. WW-686, As-Needed Spot Sewer Replacement No. 38, for a total 
cost contingency amount of $4,602,911 and a total duration contingency of 490 consecutive 
calendar days; and be it 


FURTHER RESOLVED, That this Commission hereby authorizes the General Manager, 
or his or her designee, to consider, and, if appropriate, to approve any future modifications to the 
contract amount for a total contract amount of up to $13,808,734, and a total contract duration of 
up to 490 consecutive calendar days. 


I hereby certify that the foregoing resolution was adopted by the Public 
Utilities Commission at its meeting of May 26, 2020. 


pore Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0097 


WHEREAS, On July 13, 2019, per Resolution No. 19-0143, this Commission approved 
the award of Wastewater Enterprise (WWE), Renewal and Replacement (R&R) Program-funded 
Contract No. WW-695, As-Needed Sewer Cleaning and Inspection (FY20) to Pipe and Plant 
Solutions, Inc., and 


WHEREAS, The construction contract Notice-to-Proceed date was September 3, 2019; 
and 


WHEREAS, The original contract amount was for $1,747,550 and the original contract 
duration was 570 consecutive calendar days; and 


WHEREAS, Section 6.22(h) of the San Francisco Administrative Code require 
Commission approval for any cumulative increase in contract cost or duration in excess of 10% 
of the original contract amount or duration; and 


WHEREAS, Modification No. 1 was issued increasing the contract amount by $32,885, 
within the 10% contingency, to perform inspection and condition assessment of sewer laterals on 
New Montgomery and Mission Streets, for a total revised contract amount of $1,780,435; and 


WHEREAS, An increase of $174,740 to the contract cost contingency is being requested 
to increase contract capacity for additional as-needed inspection and/or cleaning work, if needed; 
and 


WHEREAS, CMD established a Local Business Enterprise (LBE) subcontracting 
participation of 10% for this contract, and the contractor committed to a LBE participation of 
13.56% with its bid submittal; and 


WHEREAS, Funds are available from Project No. 10034564, As-Needed Sewer Cleaning 
and Inspection (FY20); now, therefore, be it 


RESOLVED, That this Commission hereby approves an increase of $174,740 to the 
existing contract cost contingency, for Wastewater Enterprise (WWE), Renewal and 
Replacement (R&R) Program-funded Contract No. WW-695, As-Needed Sewer Cleaning and 
Inspection (FY20), for a total contract cost contingency amount of $349,495; and be it 


FURTHER RESOLVED, That this Commission hereby authorizes the General Manager, 
or his or her designee, to consider, and, if appropriate, to approve any future modifications to the 
contract amount for a total contract amount up to $2,097,045, with no change to contract 
duration. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of May 26, 2020. 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


RESOLUTION NO.: 20-0098 


WHEREAS, San Francisco Charter Section 8B.121 grants the San Francisco Public 
Utilities Commission (SFPUC) exclusive charge of all energy supplies and utilities of the City, 
and the SFPUC is the governing body for the publicly owned electric utility (Power Enterprise); 
and 

WHEREAS, Pursuant to Charter Section 8B.125, the Commission sets the rates, fees and 
other charges in connection with providing utility services under its jurisdiction; and 


WHEREAS, In November 1989, the SFPUC conducted a comprehensive review and rate 
setting process for the Power Enterprise and the Commission adopted Resolution No. 89-0355 
establishing rates, fees and charges intended to cover Power Enterprise operations and 
maintenance expenses, taxes, property depreciation, as well as a capital investment return to fund 
repair and replacement expenses; and 


WHEREAS, By Resolution No. 89-0355, the Commission also established a specific cost 
of service fixed rate of $0.02921 per kilowatt-hour (kWh) for electric service to certain 
municipal and existing public agency customers, referred to herein as “GUSE Rates,” and this 
Commission has adjusted those rates from time to time since then; and 


WHEREAS, On May 8, 2018, by Resolution No. 18-0081, this Commission adopted 
revised GUSE rates which increased electric rates and charges on average by $0.005/kWh each 
year for Fiscal Year 2018-19 and 2019-20 (for a total of one cent) for all municipal departments 
and other public agencies that receive electric service at the GUSE rate and such rates have 
remained in effect since that time; and 


WHEREAS, In July 2004, the Board of Supervisors adopted Resolution 431-04, 
establishing a policy to set annual appropriations for General Fund departments at levels 
sufficient to compensate the Power Enterprise for all electricity sales to those departments at a 
rate that reflects the same cost of service principles outlined in the San Francisco Charter Section 
8B.125 Rates. The general principles set forth in that Charter Section, applicable to setting retail 
rates, fees and charges, is that those rates should be based on the cost-of-service, set at levels 
sufficient to improve or maintain financial conditions at or above levels equivalent to highly 
rated utilities, and provide sufficient resources for appropriate reserves, operation, maintenance 
and repair, consistent with good utility practice; and 


WHEREAS, San Francisco Charter Section 8B.125 also provides that the Commission 
shall retain an independent rate consultant to conduct rate and cost-of-service studies for each 
utility at least every five years and in Fiscal Year 2015-16, the SFPUC retained a joint-venture, 
independent consulting team from NBS and Navigant to perform a cost of service study for the 
Power Enterprise to inform electric rates and charges for the five-year period from FY 2016-17 
to FY 2020-21; and 


WHEREAS, The SFPUC General Manager recommends, in accordance with the 
recommendations of the most recent cost of service study, increasing the electric rates and 
charges for the municipal departments,public agencies and non-profit orgnaizations that receive 
electric service at the GUSE rate by $0.01 /kWh each year, over the next two fiscal years, and 
the new rate schedule for Fiscal Year 2020-21 and 2021-22, including a list of those customers 
eligible for the GUSE rate, is attached to this resolution; and 


WHEREAS, The proposed increases in rates, fees and charges are intended to more 
closely align revenues with Power Enterprise expenses, and to provide additional revenues for 
capital financing for repair and replacement of existing utility infrastructure; and 


WHEREAS, Charter Section 8B.125 requires the Commission to set rates and charges, 
subject to rejection by the Board of Supervisors, within 30 days of submission; now, therefore, 
be it 


RESOLVED, This Commission hereby determines that the proposed increases to electric 
rates and charges for those receiving electric service at GUSE rates are required to meet the 
projected revenue requirement for the Power Enterprise; and be it 


FURTHER RESOLVED, That the Commission hereby adopts the revised Schedule of 
General Use Municipal Electricity Service Rates, attached hereto, to replace the former Schedule 
of Municipal Electricity Service Rates adopted on May 8, 2018, by Resolution No. 18-0081, with 
such rates to apply to the customer list as defined in the Schedule, and take effect on July 1, 2020 
and remain in effect until further action by this Commission; and be it 


FURTHER RESOLVED, That any City and County of San Francisco municipal 
department or other public agencies not included in the customer list attached to the revised 
Schedule shall be offered service at the Enterprise Rate or Hetch Hetchy Power Rate. 


| hereby certify that the foregoing was adopted by the Public Utilities Commission at its 
meeting of May 26, 2020. 





Secretary, Public Utilities Commission 


SCHEDULE OF GENERAL USE MUNICIPAL ELECTRICITY SERVICE RATES 
EFFECTIVE JULY 1, 2020 


Schedule M-2: General Use Municipal Electricity Service Rate 

This schedule of rates, fees and charges is applicable for electric service from Hetch Hetchy 
Power Enterprise to the below list of City and County of San Francisco municipal departments, 
other public agencies, and City-affiliated non-profit organizations (all or specific divisions of the 
entities and departments listed below) receiving electric service at fixed rates, as initially 
established by Commission Resolution 89-0355 and amended thereafter, depending upon the 
charge per kWh in effect for FY 2020-21 and FY 2021-22, as shown: 


A charge for all electricity delivered based on meter readings on or after July 1, 2020 as follows. 


General Use Municipal 


Electricity Service Rate 


FY 2020-21 


FY 2021-22 
__ (S/KWh) 
$0.09877 


(S/kWh) 
$0.08877 








City and County of San Francisco | 
Municipal Departments, Government Agencies, and Affiliated Non-Profits 


Administrative / General Services — 
General Fund Supported 












Administrative Services / General Services — 


Fine Arts Museums 


Fire Department 








Adult Probation 





General Services Agency — ReproMail 








Animal Care & Control 


Health Service Administration 





Art Commission 








Asian Art Museum 


Juvenile Probation 
Mayor’s Office of Housing & Community 
Development 











Office of City Administrator 
Police Department 











Public Defender’s Office 





Civic Center Court House 


Public Health 





California Academy of Science 
Child Support Services 
City Attorney’s Office 


Community College 








Public Works (except Street and Sewer Repair & 





Criminal Justice 








Department of Consumer Assurance 





Subdivisions, Street and Environmental Services) 


Real Estate Department 





| Recreation & Parks (except Yacht Harbor) 











Department of Elections 


Human Services Agency 


San Francisco Municipal Transportation Agency 





San Francisco Zoo 








(except Parking Engineering and Parking Authority) 





=| 


istrict Attorne 











Emergency Centers 





San Francisco Unified School District 








Sheriff 








Exploratorium 











Department of Technology 








War Memorial 
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PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0099 


WHEREAS, On February 25, 2020, the Mayor issued a Proclamation (the Proclamation) 
declaring a local emergency to exist in connection with the imminent spread within the City of a 
novel (new) coronavirus (COVID-19); and 


WHEREAS, On March 3, 2020, the Board of Supervisors concurred in the Proclamation 
and in the actions taken by the Mayor to meet the emergency; and 


WHEREAS, On March 4, 2020, Governor Gavin Newsom proclaimed a state of 
emergency to exist within the State due to the threat posed by COVID-19; and 


WHEREAS, On March 13, 2020, the Mayor issued a second supplement to the 
Proclamation, suspending shutoffs of water and power service by the San Francisco Public 
Utilities Commission (SFPUC) for delinquent water, power, and/or sewer bills, and prohibiting 
the imposition of late penalties and fees for non-payment of utility bills; and 


WHEREAS, On March 16, 2020, the City’s Health Officer issued a stay safe at home 
order, Health Officer Order No. C19-07 (the Stay Safe At Home Order), requiring most people to 
remain in their homes subject to certain exceptions including obtaining essential goods such as 
food and necessary supplies, and requiring the closure of nonessential businesses; the Health 
Officer has extended the Stay Safe At Home Order through May 31, 2020; and 


WHEREAS, COVID-19 is causing and is expected to continue to cause serious negative 
impacts on the local economy and financial impacts to residents, including the substantial loss of 
income due to loss of compensable work hours or wages, layoffs, and business closures; and 


WHEREAS, Loss of income as a result of the global COVID-19 pandemic may inhibit 
San Francisco residents and businesses from fulfilling their financial obligations including public 
utility payments such as water and sewer charges; and 


WHEREAS, The SFPUC’s existing Customer Assistance Program applies to low-income 
residents only, and requires applicants to submit significant income documentation, such as 
income tax filings, which would not reflect recent impacts of COVID-19, and are not currently 
accessible to middle-income San Franciscans who may be suffering from reduced hours or job 
loss for a portion of their household; and 


WHEREAS, The SFPUC General Manager desires to offer a temporary discount rate 
program for residential customers who have been financially impacted by COVID-19 and whose 
pre-COVID-19 maximum gross household income, before taxes and deductions, is below 200% 
of the San Francisco Area Median Income, and to allow customers to apply for such a discount 
by self-certifying their eligibility via an online application form; and 


WHEREAS, The discounts to be provided on bills would be 15% for water, 35% for 
sewer, and 30% for Hetch Hetchy Power, and would be applied to eligible customers’ bills 
retroactively to March 4, 2020 and run for six months through September 4, 2020; and 


WHEREAS, The eligibility criteria and program rules are set forth in the document titled 
“Program Rules for Temporary Emergency Customer Assistance Program for COVID-19 
Relief,” a copy of which is attached hereto and on file with the Commission Secretary; and 


WHEREAS, Due to the time-sensitive nature of this emergency, the General Manager 
took action on May 12, 2020 to launch the program and begin accepting applications; and 


WHEREAS, Pursuant to Charter Section 4.104, a notice of public hearing was posted on 
the SFPUC website, as required, on May 14, 2020; now, therefore, be it 


RESOLVED, That this Commission hereby retroactively authorizes the General 
Manager’s May 12 2020 implementation of the Temporary Emergency Customer Assistance 
Program for COVID-19 Relief, providing six months of bill discounts of 15% on water, 35% on 
sewer, and 30% on Hetch Hetchy Power, spanning from March 4, 2020 through September 4, 
2020, for customers whose incomes have been impacted by COVID-19 or the shelter-in-place- 
order based on the eligibility criteria and discount parameters set forth in attached Program 
Rules; and be it 


FURTHER RESOLVED, The Temporary Emergency Customer Assistance Program for 
COVID-19 Relief shall expire automatically on September 4, 2020 absent further action by this 
Commission. 


I hereby certify that the foregoing was adopted by the Public Utilities Commission at its meeting 
of May 26, 2020. 


Olen Neh 


Secretary, Public Utilities Commission 





PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


RESOLUTION NO. 20-0100 


WHEREAS, On January 30, 2018, the Port Commission approved a mixed-use 
development project known as Mission Rock (the Project) at Seawall Lot 337 and Pier 48 (the 
Project Area); and 


WHEREAS, On January 18, 2018 by Resolution No. 18-0014, this Commission 
consented to the Project’s Development Agreement and Interagency Cooperation Agreement 
(ICA); and 


WHEREAS, On February 13, 2018, the San Francisco Board of Supervisors approved 
the Project and on August 15, 2018 the Port and Seawall Lot 337 Associates (Developer) 
signed all Project-related documents; and 


WHEREAS, The Project’s development is governed by the Disposition and 
Development Agreement (DDA) and related agreements between the Port and the Developer. 
Pursuant to the DDA, Developer will construct throughout the Project Area roadways, utility 
and traffic facilities, and other appurtenances in the rights-of-way, various improvements in 
land owned by Port and designated as Public Open Space and other improvements to land 
owned by Port (collectively, Improvements); and 


WHEREAS, The Improvements will be constructed primarily on property which is 
under Port exclusive jurisdiction; and 


WHEREAS, The Project is also subject to an inter-departmental agreement called the 
Interagency Cooperation Agreement (ICA) which governs how City departments, including the 
SFPUC, will cooperate on Project implementation; and 


WHEREAS, When consenting to approval of the ICA, the SFPUC determined that its 
responsibilities for the permitting, acceptance, operations and maintenance of utility-related 
components constructed pursuant to the agreement were contingent on execution of a 
memorandum of understanding between the Port, SFPUC and other relevant City agencies 
regarding the implementation of such responsibilities; and 


WHEREAS, To satisfy the requirement described above, SFPUC, Port, and other 
relevant City departments desire to enter into a Memorandum of Understanding (MOU) 
defining each department’s authority and responsibility for public improvements at the Project 
Area and copy of the current draft MOU dated May 18, 2020 has been presented to the 
Commission and is on file with the Commission Secretary; and 


WHEREAS, The Parties have tentatively identified which Improvements will be 
operated and maintained by the various city departments, as applicable, as set forth in the 
“Maintenance Matrix” attached to the proposed MOU; and the authority and responsibility of 
each department with respect to operating and maintain the Improvements; and 


WHEREAS, The Project Developer has proposed amendments to the Infrastructure Plan 
attached to the ICA regarding the proposed use of geotechnical ground improvement processes 
or technologies that may include lightweight cellular concrete (LCC), surcharging, deep soil 
mixing, and/or geofoam, collectively "Ground Improvements” as an alternative to structured 
streets, all subject to the conditions of approval to the Project’s Tentative Subdivision Map and 
the City’s subsequent review of drawings and applications and, if appropriate, approval of one 
or more discretionary permits and any other conditions the City deems appropriate; and 


WHEREAS, A copy of the proposed Infrastructure Plan Amendment dated May 17, 
2020 has been presented to the Commission and is on file with the Commission Secretary; and 


WHEREAS, The ICA includes procedures for amending the Project’s Infrastructure 
Plan, including the approval by affected city departments if the amendments are deemed 
material; and 


WHEREAS, The proposed amendments to the Infrastructure Plan have been deemed 
material per the ICA and therefore require this Commission’s approval; and 


WHEREAS, On October 5, 2017, the Planning Commission certified the Final 
Environmental Impact Report (FEIR) for the Seawall Lot 337 and Pier 48 Mixed-Use Project 
(Mission Rock) under Case No. 2013.0208E in Motion No. 20017. On the same date, the 
Planning Commission adopted CEQA Findings, a Statement of Overriding Considerations, and 
a Mitigation Monitoring and Reporting Program (MMRP) in Motion No. 20018; and 


WHEREAS, The SFPUC, as a reviewing agency under CEQA, adopted CEQA findings 
in considering approval of the Development Agreement and the Interagency Cooperation 
Agreement in SFPUC Resolution No. 18-0014 on January 23, 2018. For purposes of this 
action, the SFPUC relies on and incorporates by reference these CEQA Findings and all 
materials on file with the Planning Department related to the FEIR; now, therefore, be it 


RESOLVED, That this Commission hereby authorizes the General Manager of the San 
Francisco Public Utilities Commission to execute a MOU regarding the SFPUC’s authority and 
responsibility for operations and maintenance of public improvements at the Mission Rock 
Special Use District with substantially the same terms as the draft MOU dated May 18, 2020 on 
file with the Commission Secretary, provided that the General Manager shall determine, in 
consultation with the City Attorney, that any changes to the current draft MOU on file do not 
materially increase the obligations or liabilities of the SFPUC, or materially decrease the public 
benefits accruing to the SFPUC, and are necessary or advisable to complete the transaction 
contemplated and effectuate the purpose and intent of this Resolution; and be it 


FURTHER RESOLVED, That this Commission authorizes the General Manager of the 
San Francisco Public Utilities Commission to approve the proposed Infrastructure Plan 
Amendments dated May 17, 2020 with substantially the same terms on file with the 
Commission Secretary, provided that the General Manager shall determine, in consultation with 
the City Attorney, that any changes to the current draft of the Infrastructure Plan Amendments 
on file do not materially increase the obligations or liabilities of the SFPUC, or materially 
decrease the public benefits accruing to the SFPUC, and are necessary or advisable to complete 
the transaction contemplated and effectuate the purpose and intent of this Resolution. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of May 26, 2020 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


RESOLUTION NO. 20-0101 


_ WHEREAS, In connection with the development of the Pier 70 Special Use District (the 
Project Area), Port and FC Pier 70, LLC, a Delaware limited liability company (Developer) 
executed a Disposition and Development Agreement dated May 2, 2018 (the DDA): and 


WHEREAS, On September 26, 2017 by Resolution No. 17-0209, this Commission 
consented to the Development Agreement between the City and County of San Francisco (City) 
and Developer entered into a Development Agreement (the DA) that, among other things, 
determines what City laws, regulations, development impact fees, and processes apply to 
development of the Project Area, which is the Pier 70 Special Use District generally bounded by 
Ilinois Street, 20" Street, the San Francisco Bay, and 22" Street: and 


WHEREAS, Pursuant to the DDA and DA, the Developer, at its cost, will design and 
construct throughout the Project Area roadways, utility and traffic facilities, and other 
appurtenances in the rights-of-way, various improvements in land owned by Port and designated 
as public open space, and other improvements to land owned by Port (collectively, 
Improvements); and 


WHEREAS, The Improvements will be constructed primarily on property which is under 
Port jurisdiction; and 


WHEREAS, On September 26, 2017 by Resolution No. 17-0209, this Commission 
approved a Memorandum of Understanding Regarding Interagency Cooperation (Pier 70 
Waterfront Site) dated May 2, 2018 (the ICA) with Public Works and the San Francisco 
Municipal Transportation Authority (SFMTA) to facilitate implementation of development of the 
Project Area; and 


WHEREAS, When consenting to approval of the ICA, SFPUC provided that its 
responsibilities for the permitting, acceptance, operations and maintenance of utility related 
components constructed pursuant to the agreement were contingent on execution of a 
memorandum of understanding between the Port, SFPUC and other relevant City departments 
regarding the implementation of such responsibilities; and 


WHEREAS, To satisfy the requirement described above, SFPUC, Port, SFMTA, Public 
Works, and the Fire Department desire to enter into a Memorandum of Understanding (MOU), 
defining the authority and responsibility of each department with regard to operating and 
maintaining the Improvements; and 


WHEREAS, The departments are currently in the final stages of negotiating the MOU 
and the most recent draft of the MOU dated May 18, 2020 has been provided to the Commission 
and is on file with the Commission Secretary; and 


WHEREAS, Under the MOU, the SFPUC will have substantially the same authority and 
responsibility to operate and maintain SFPUC utility facilities in specified Port Streets as it has 
in other typical streets in the City, and will be able to directly serve customers within the Project 
Area and other portions of Pier 70 in the same way as it does in other parts of the City; and 


WHEREAS, To complete the MOU in a timely manner, SFPUC staff requests that the 
Commission delegate to the SFPUC General Manager the authority to finalize and execute the 
MOU with substantially the same terms on file with the Commission Secretary and with no 
material increase of SFPUC obligations or liabilities; and 


WHEREAS, On August 24, 2017, the Planning Commission certified the Final 
Environmental Impact Report (FEIR) for the Pier 70 Mixed-Use District Project (Project) under 
Case No. 2014-001272ENV in Motion No. 19976. On the same date, the Planning Commission 
adopted CEQA Findings, a Statement of Overriding Considerations, and a Mitigation Monitoring 
and Reporting Program (MMRP) in Motion No. 19977; and 


WHEREAS, On September 26, 2017, in Resolution No. 17-0209. the SFPUC, as a 
reviewing agency under CEQA, adopted the CEQA Findings, the Statement of Overriding 
Considerations, the Mitigation Monitoring and Reporting Program (MMRP), the Development 
Agreement, the Interagency Cooperation Agreement, and the MOU; now, therefore, be it 


RESOLVED, That this Commission hereby authorizes the General Manager of the San 
Francisco Public Utilities Commission to execute an MOU with the Port, SFMTA, PW and the 
Fire Department with substantially the same terms as the draft MOU dated May 18, 2020 on file 
with the Commission Secretary, provided that the General Manager shall determine, in 
consultation with the City Attorney, that any changes to the current draft MOU do not materially 
increase the obligations or liabilities of the SFPUC, or materially decrease the public benefits 
accruing to the SFPUC, and are necessary or advisable to complete the transaction contemplated 
and effectuate the purpose and intent of this Resolution; and be it 


FURTHER RESOLVED, That, by authorizing the execution of the MOU, the 
Commission does not intend to in any way limit, waive or delegate its exclusive authority as set 
forth in Article VIHB of the City's Charter. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of May 26, 2020 


U 


Secretary, Public Utilities Commission 


San Francisco 
Water 


Services of the San Francisco Public Utilities Commission 





SAN FRANCISCO PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


London N. Breed 
Mayor 


REGULAR MEETING AGENDA 
Tuesday, June 9, 2020 
1:30 P.M. 


This meeting is being held by Teleconference Pursuant to the Governor’s Executive 
Order N-29-20 and the Twelfth Supplement to Mayoral Proclamation Declaring the 
Existence of a Local Emergency Dated February 25, 2020 


WATCH LIVE: 
https://Awww.sfgovtv.org/sfouc 


PUBLIC COMMENT CALL-IN: 
USA Toll-Free: 888-273-3658 / ACCESS CODE: 3107452 


During the Coronavirus Disease (COVID-19) emergency, the San Francisco Public Utilities 
Commission’s (SFPUC) regular meeting room, City Hall, Room 400, is closed. Commissioners 
and SFPUC staff will convene Commission meetings remotely by teleconference. Members of 
the public are encouraged to submit their public comment on agenda items in advance of the 
teleconference meeting by emailing comments to Commission@sfwater.org, or by leaving your 
comment via voicemail at 415-554-3165. Comments submitted no later than 5 PM the Monday 
before the meeting will be read into the record by the Secretary during the teleconference 
meeting and will be treated as a substitute to providing public comment by phone during the 
meeting. Persons who submit written public comment in advance on an agenda item or items 
will not be permitted to also provide public comment on the same agenda item(s) by phone 
during the meeting. 


Commissioners 
Ann Moller Caen, President 
Francesca Vietor, Vice President 
Anson Moran 
Sophie Maxwell 
Tim Paulson 


Harlan L. Kelly, Jr. 
General Manager 


Donna Hood 
Secretary 


Remote Meeting Access 


WATCH: 
https://www.sfgovtv.org/sfpuc 


PUBLIC COMMENT CALL-IN: 
USA Toll-Free: 888-273-3658 
ACCESS CODE: 3107452 


Providing Public Comment — Instructions 


. DIAL toll-free number 888-273-3658. 


. Enter ACCESS CODE 3107452 and then press #. 

. Press # again to join the meeting as a participant. 

. When the Secretary calls for public comment dial ‘1’ then ‘0’ to be added to the 
speaker line. 

. When the system message indicates your line is unmuted, and after you hear a tone, 
you may begin your public comment. 

. You will have 2 minutes to provide your comments. 

. Once your 2 minutes have ended you will be moved out of the speaker line and back 
to listening as a meeting participant. 

. Participants who wish to provide public comment on other agenda items may stay on 
the meeting line and listen for the Secretary’s prompt. 


BEST PRACTICES 
Call from a quiet location 
Speak slowly and clearly 
Turn down any televisions or radios around you 
Address the Commission as a whole, do not address individual Commissioners 





Accessible Meeting Policy: To obtain meeting materials in alternative format, please contact the Commission Secretary at 
415-554-2165 or via email at Commission@sfwater.org. Providing at least 72 hours notice will help to ensure availability. 
Written reports or background materials for calendar items are available on-line at 


http://www.sfwater.org/index.aspx?page=167. 


Know Your Rights Under the Sunshine Ordinance: Government's duty is to serve the public, reaching its decision in full 
view of the public. Commissions, boards, councils and other agencies of the City and County exist to conduct the people's 
business. This ordinance assures that deliberations are conducted before the people and that City operations are open to 
the people's review. For more information on your rights under the Sunshine Ordinance or to report a violation of the 
ordinance, contact Administrator, by mail to Sunshine Ordinance Task Force, 1 Dr. Carlton B. Goodlett Place, Room 244, 
San Francisco, CA 94102.4689; by phone at 554.7724: by fax at 554.7854: or by email at sotf@sfgov.org. Copies of the 
Sunshine Ordinance can be obtained from the Clerk of the Sunshine Task Force, the San Francisco Public Library and on 
the City’s website at http://www.sfgov.org. 





rE 311 Free Lanquage Assistance: %@ i = 58) / Ayuda gratuita con el idioma / BecnaTHad MOMOLIb MepeBogyHKos / 
Tro gitip Thong dich Mién phi / Assistance linguistique gratuite / ££} Sabot / Fe 01 / AIH / aa“awd aad 
w“sn“4“ Tarlac a’eartaa’ re / Libreng tulong para sa wikang Tagalog sltnad 


























Lobbyist Registration and Reporting Requirements: Individuals and entities that influence or attempt to influence local 
legislative or administrative action may be required by the San Francisco Lobbyist Ordinance [SF Campaign & Governmental 
Conduct Code §2.100] to register and report lobbying activity. For more information about the Lobbyist Ordinance, please 
contact the San Francisco Ethics Commission at 25 Van Ness Avenue, Suite 220, San Francisco, CA 94102; telephone (415) 
252-3100; fax (415) 252-3112; web site at www.sfgov.org/ethics. 





CEQA Appeal Rights under Chapter 31 of the San Francisco Administrative Code: If the Commission’s action on a 
project constitutes the Approval Action for that project (as defined in S.F. Administrative Code Chapter 31, as amended, Board 
of Supervisors Ordinance Number 161-13), then the CEQA determination prepared in support of that Approval Action is 
thereafter subject to appeal within the time frame specified in S.F. Administrative Code Section 31.16. Typically, an appeal 
must be filed within 30 calendar days of the Approval Action for a project that has received an exemption or negative 
declaration pursuant to CEQA. For information on filing an appeal under Chapter 31, contact the Clerk of the Board of 
Supervisors at City Hall, 1 Dr. Carlton B. Goodlett Place, Room 244, San Francisco, CA 94102, or call (415) 554-5184. If the 
Planning Department's Environmental Review Officer has deemed a project to be exempt from further environmental review, 
an exemption determination has been prepared and can be obtained on-line at http:/Awww.sf- 
planning.org/index.aspx?paqge=3447.Under CEQA, in a later court challenge, a litigant may be limited to raising only those 
issues previously raised at a hearing on the project or in written correspondence delivered to the Board of Supervisors, 
Planning Commission, Planning Department or San Francisco Public Utilities Commission at, or prior to, such hearing, or as 
part of the appeal hearing process on the CEQA decision. 





ORDER OF BUSINESS 


iF 


Pa 


Call to Order 

Roll Call 

Approval of the Minutes of May 26, 2020 
General Public Comment 


Members of the public may address the Commission on matters that are within the 
Commission’s jurisdiction and are not on today’s agenda 


5. Communications (discussion only) 
a) Contract Advertisement Report 
b) Correspondence Log 
c) Bay Area Watershed and Rights of Way Lands Wildfire Preparedness Update 
d) Alternative Water Supply Planning Quarterly Report 
e) CleanPowerSF Quarterly Report 
f) General Manager Contract Delegation Report January to March 2020 
g) Water Supply Conditions Update 
6. Report of the General Manager (discussion only) 
a) Update on SFPUC Operations During COVID-19 Emergency 
b) Sewer System Improvement Program Quarterly Report 
7. Sewer System Improvement Program Major Projects Update 
8. New Commission Business (discussion only) 
CONSENT CALENDAR 
9. All matters listed hereunder constitute a Consent Calendar, are considered to be routine 


200122 


200123 


by the San Francisco Public Utilities Commission and will be acted upon by a single 
vote of the Commission. There will be no separate discussion of these items unless a 
member of the Commission or the public so requests, in which event the matter will be 
removed from the Calendar and considered as a separate item. 


a) Approve Modification No. 1 to Job Order Contract, JOC-53R3, Electrical (C-10 
License) for San Francisco, San Mateo, Santa Clara and Alameda Counties, with 
US Electric Technologies, Inc., to complete ongoing facility and asset 
improvements, increasing the duration by 1,095 consecutive calendar days (three 
years), for a total contract duration of 1,825 consecutive calendar days (five years), 
in accordance with San Francisco Administrative Code 6.62, with no change in the 
contract amount. (How) 


b) Approve Modification No. 1 to Job Order Contract, JOC-77, Micro- LBE Set Aside, 
General Engineering (A-License) for San Francisco, San Mateo, Santa Clara and 
Alameda Counties, with R&S Construction Management, to complete ongoing 
facility and asset improvements, increasing the contract amount by $1,000,000 and 


200124 


increasing the contract duration by 1,095 consecutive calendar days (three years), 
for a total contract amount not-to-exceed $3,000,000, and a total contract duration of 
1,825 consecutive calendar days (five years), in accordance with San Francisco 
Administrative Code Section 6.62. (How) 


c) Authorize the General Manager to execute Amendment No.1 to the Multi-Party 


Cost Share Agreement with Contra Costa Water District, Alameda County Flood 
Control and Water Conservation District, Zone 7, Alameda County Water District, 
Bay Area Water Supply & Conservation Agency, the City of Brentwood, East Bay 
Municipal Utility District, Grassland Water District, San Luis & Delta-Mendota Water 
Authority, and Valley Water (formerly Santa Clara Valley Water District) for the 
planning of the potential expansion of Los Vaqueros Reservoir, extending the 
Agreement by six months, until December 31, 2020, for a total duration of 20 
months, with no change in the contract amount. (Ritchie) 


REGULAR CALENDAR 


10. 


200123 


lie 


200126 


42. 


200127 


ie 


200128 


Approve Amendment No. 2 to Agreement No. CS-389, Planning and Engineering 
Services Southeast Plant New 250 MGD Headworks Facility, with Carollo Engineers, 
Inc., for specialized wastewater process facility engineering design and engineering 
services during construction for Construction Contract No. WW-628, Southeast Water 
Pollution Control Plant New Headworks Facility Project; and authorize the General 
Manager to execute this amendment, increasing the agreement amount by 
$21,000,000, and increasing the agreement duration by two years, for a total not-to- 
exceed agreement amount of $54,500,000 and a total agreement duration of 11 years, 
subject to the Board of Supervisors approval pursuant to Charter Section 9.118. 

(How) 


Adopt resolution (1) rescinding Commission Resolution No. 20-0091 adopted on May 
12, 2020 and (2) approving the Water Supply Assessment for the proposed San 
Francisco Gateway Project which would construct two new mixed-use production, 
distribution, and repair buildings at 749 Toland Street and 2000 McKinnon Street in 
the Bayview Hunters Point Plan area, pursuant to the State of California Water Code 
Section 10910 et seq., California Environmental Quality Act Section 21151.9, and 
CEQA Guidelines Section 15155. (Ritchie) 


Approve a Water Infrastructure Finance and Innovation Act (WIFIA) loan 
agreement with the United States Environmental Protection Agency in the amount of 
$699 242,023 to replace the existing 2018 WIFIA Loan Agreement in the same 
amount for the Wastewater Enterprise's Biosolids Digester Facilities Project for the 
purpose of reducing the loan interest rate from 3.09% to an estimated 1.84% interest 
rate. (Sandler) 


Approve a new Water Infrastructure Finance and Innovation Act loan agreement 
with the United States Environmental Protection Agency in an amount up to 
$525,000,000 to provide partial funding for the Wastewater Enterprise’s Headworks 
Project and Biosolids Digester Facilities Project, both of which are projects of the 
Sewer System Improvement Program located at the Southeast Treatment Plant. 
(Sandler) 
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14. Adopt a resolution (1) accepting the report on the San Francisco Public Utilities 
Commission (SFPUC) Wildfire Mitigation Plan from the Independent Evaluator in 
accordance with Public Utilities Code Section 8387(c), and (2) adopting the revised 
version of the SFPUC Wildfire Mitigation Plan, to be submitted to the California 
Wildfire Safety Advisory Board, prior to July 1, 2020. (Ritchie) 


15. Public comment on matters to be addressed during Closed Session 


16. Motion on whether to assert the attorney-client privilege regarding the matters listed 
below as Conference with Legal Counsel 


The Commission will go into Closed Session to discuss the following items: 
CLOSED SESSION 
17. Conference with Legal Counsel - Pursuant to California Government Code Section 


54956.9 (d) (2) and San Francisco Administrative Code Section 67.10 (d) (2) 
(action item) (Whipps) 


Existing Unlitigated Claim 
Chez Maman West v. City and County of San Francisco 


299130 Unlitigated File No.: 20-01490 / Date Filed: January 8, 2019 
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Proposed settlement of unlitigated claim with claimant’s release of all claims and the 
City to pay claimant $36,664.99 


18. Conference with Legal Counsel — Pursuant to California Government Code Section 
54956.9 (d) (2) and San Francisco Administrative Code Section 67.10 (d) (2) 
(action item) (Whipps) 


Existing Unlitigated Claim 
Francisco Rivero v. City and County of San Francisco 


Unlitigated File No.: 20-01452 / Date Filed: January 7, 2020 
Proposed settlement of unlitigated claim with claimant’s release of all claims and the 
City to pay claimant $39,700 


19. Conference with Legal Counsel - Pursuant to California Government Code Section 
54956.9 (d) (1) and San Francisco Administrative Code Section 67.10 (d) (1) 
(discussion only) (Whipps) 


Existing Litigation 

State Water Board Cases, Sacramento Superior Court, JCCP No. 5013 (originally filed 
on January 10, 2019 in Tuolumne Superior Court as San Joaquin Tributaries 
Authority, et al v. California State Water Resources Control Board, Case No. 
CU62094) 


20. Conference with Legal Counsel — Pursuant to California Government Code, Section 
54956.9(a), and San Francisco Administrative Code, Section 67.10(d)(1) 
(discussion only) (Mueller) 
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Conferring with, or receiving advice from, the City Attorney regarding the following 
existing litigation in which the City is a petitioner and Pacific Gas & Electric Company 
is an adverse party: In re: PG&E Corporation and Pacific Gas & Electric Company, 
United States Bankruptcy Court, Northern District of California, Case No. 9-30088-DM, 
filed January 29, 2019; Federal Energy Regulatory Commission Case No. EL 19-38- 
000, filed January 28, 2019; Federal Energy Regulatory Commission Case No. ER18- 
1482-000, filed April 30, 2018; Federal Energy Regulatory Commission Case No. 
ER18-1102-000, filed March 15, 2018; Federal Energy Regulatory Commission Case 
No. ER18-790-000, filed, February 2, 2018: Federal Energy Regulatory Commission 
Case No. ER18-768-000, filed January 31, 2018; Federal Energy Regulatory 
Commission Case No. ER18-198-000, filed October 31, 2017; Federal Energy 
Regulatory Commission Case No. ER17-2406-000, filed August 31, 2017; Federal 
Energy Regulatory Commission Case No. ER17-2181-000, filed July 31, 2017; 
Federal Energy Regulatory Commission Case No. ER17-2204, filed July 31, 2017; 
Federal Energy Regulatory Commission Case No. ER17-1509-000, filed May 1, 2017; 
Federal Energy Regulatory Commission Case No. ER17-910-000, filed January 31, 
2017; Federal Energy Regulatory Commission Case No. EL 15-3-000, filed October 
10, 2014; Federal Energy Regulatory Commission Case No. ER15-702-000, filed 
December 23, 2014; Federal Energy Regulatory Commission Case No. ER15-703- 
000, filed December 23, 2014; Federal Energy Regulatory Commission Case No. 
ER15-704-000, filed December 23, 2014; Federal Energy Regulatory Commission 
Case No. ER15-705-000, filed December 23, 2014; Federal Energy Regulatory 
Commission Case No. ER15-735-000, filed December 23, 2014: California Public 
Utilities Commission Case No. 1.15-08-019, filed February 25, 2015; California Public 
Utilities Commission Case No. R.18-10-007, filed October 25, 2018; California Public 
Utilities Commission Case No. R.19-01-006, filed January 10, 2019; and California 
Public Utilities Commission Case No. R.19-09-016, filed January 10, 2019. 


Following Closed Session, the Commission will reconvene in Open Session 
Announcement following Closed Session 


Motion regarding whether to disclose the discussions during Closed Session pursuant 
to San Francisco Administrative Code Section 67.12(a) 


Adjournment 
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1. Call to Order 
President Caen called the meeting to order at 1:35 PM. 


2. Roll Call 
Present: Caen, Vietor, Moran, Maxwell and Paulson 


3. Approval of the Minutes of May 26, 2020 
On Motion to approve the Minutes of May 26, 2020 


Ayes: Caen, Vietor, Moran, Maxwell and Paulson 
No public comment. 


4. General Public Comment 

e Francisco DaCosta discussed racism and discrimination in District 10. He noted the 
needed for community benefits in the Bayview. 

e Aleta Dupree (she/her) discussed the need to play the long game for aspirational 
goals; expresses support for forming a municipal utility district; expressed concern 
with high rates in San Francisco; and the need for advocacy for clean and green 
power. 

e Elaine Salinger requested that existing roads on the land surrounding lower Skyline, 
Highway 92, and Canada Road be made available to cyclists, and that an 
environmental report be conducted to connect lower Skyline to Canada Road. 

e Peter Drekmeier, Tuolumne River Trust, discussed the Environmental Protection 
Agency’s rule to gut the state’s authority to issue state water quality certifications. He 
asked that the SFPUC oppose the Administration and file suit against the rules. 

e Carol (inaudible) discussed average water use in San Francisco and San Mateo. 
She stated the National Integrated Drought Information System says California Is in 
a drought. She discussed the need to work with wholesale buyers for water 
management. 


5. Communications 

a) Contract Advertisement Report 

b) Correspondence Log 

c) Bay Area Watershed and Rights of Way Lands Wildfire Preparedness Update 

d) Alternative Water Supply Planning Quarterly Report 

e) CleanPowerSF Quarterly Report 

f) General Manager Contract Delegation Report January to March 2020 

g) Water Supply Conditions Update 
Commissioner Moran discussed his prior request for a water budget worksheet. He 
noted an expansion of that request was provided to the Commission and that 
copies will be made available to the public upon request to the Commission 
Secretary. He thanked staff for providing item 5d, Alternative Water Supply 
Planning Report. He provided comment on the chart provide on page 4 of the 
report. 


Commissioner Maxwell and Vice President (VP) Vietor thanked staff for the 
Alternative Water Supply Planning Report. 
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At the request of President Caen, General Manger (GM) Kelly provide comment on 
item 5f, GM Contract Delegation Report January to March 2020. He noted this will 
be a quarterly report. 


Public Comment 

e Aleta Dupree spoke to item 5e and thanked the Commission for the relief that is 
being provided to customers during COVID-19, requested that PG&E rates need 
to be provided on the CleanPowerSF website. 

e Peter Drekmeier, Tuolumne River Trust, spoke to item 5d and stated the report 
is based on an old way of thinking with dated policy. He express5ced excitement 
for the water supply budget worksheet. He noted correspondence he sent to the 
Commission. 

e Francisco DaCosta asked that the Commission contact the tribes to discuss 
issues with water and salmon. 


Tim Ramirez, Natural Resources Manager, responded to a question from 
Commissioner Maxwell as to what the ultimate goals are for the Bay Area 
Watershed and Rights-of-Way Lands Wildfire Preparedness Update (5c). 


6. Report of the General Manager (GM) 


a) Update on SFPUC Operations During COVID-19 Emergency 
GM Kelly began with a recognition of the events that are occurring as a result of the 
death of Mr. George Floyd. He stated he sent a statement of reflection of Mr. Floyd’s 
death, of systemic racism, and of his personal experiences to staff, with an invitation 
to staff to share their experiences. He stated it is his desire to create a work 
environment were employees of all races can strive and feel respected. He stated 
his desire to create a foundation and identify what the SFPUC can do to create a 
respectful work environment and to make necessary changes. 


GM Kelly provided an update on SFPUC operations during the COVID-19 
emergency, including updating the Continuity of Operations Plan, marking of 
facilities for proper social distancing, creation of an IT lending library for basic office 
equipment, and updating telecommunications agreements. The SFPUC continues to 
coordinate with the City regarding the overall opening plan. He stated that it is 
anticipated that telecommuting will continue over the next 12 to 18 months, and that 
those who must return to work on-site do so prior to August 31%“. He indicated that 
leadership continues to engage with employees via engagement surveys and virtual 
all-hands meetings. He stated that approximately 3,800 customer applications for 
emergency COVID-19 relief have been received and indicated that work is being 
done on a similar program for businesses and non-profits. 


President Caen thanked Harlan for his comments. She recommends that he submit 
his statement of reflection as a letter to the editor to the San Francisco Chronicle. 
She stated the Commission is there to support him. 
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Public Comment 

e Francisco DaCosta stated San Francisco has a black mayor, police chief, city 
administration and others in high-level positions, but the black community in San 
Francisco is less than 5%. He stated middle class blacks are living in tents and 
are suffering and that the SFPUC should ask what they have done fo elevate 
the condition of those living in tents. 

e Peter Drekmeier, Tuolumne River Trust, stated he read GM Kelly’s statement 
and thought it was excellent and conveyed thinking many people share. He 
agreed with President Caen that it should be published for greater distribution. 


b) Sewer System Improvement Program (SSIP) Quarterly Report 
Stephen Robinson, Director Wastewater Capital Programs, provided the SS/P 


program status as of March 2020. He indicated that the SSIP is 37.9% complete, 
with 70 projects in Phase 1 ($2.978B). He reviewed construction progress, noting 
foundations are being constructed for the Southeast Plant New Headworks Facility 
Project, Southeast Plant Facilities Project, and the Southeast Community Center at 
1550 Evans. He played a May 28, 2020 drone video showing the site. 


He briefly reviewed other construction sites including 5‘, North 6, and Division 
Street CSD Rehabilitation, Sunset Green Infrastructure, and Oceanside Plant 
Digester Gas Utilization upgrade. 


He provided a program Cost Summary of SSIP Phase 1 (expenditures to-date, 
current approved budget, current forecasted cost, and cost variance), and indicated 
the current cost variance for Phase | is ($679.60 million). 


Director Robinson reviewed the program status cost summary noting 17 projects are 
within forecast, five have costs above forecast (greater than 1% and less than 10%), 
and 15 exceed forecast (greater than 10%). He stated that market conditions are a 
factor in exceeding forecast and indicated a re-baseline will occur later in the year. 
He reviewed a schedule summary comparing 2016 baseline against 2018 approved 
and current forecast, which exceeds limits. 


He stated that due to anticipated financial impacts from the pandemic, staff are re- 
evaluating the 10-year Capital Plan for potential cost reductions based on best 
projections on impacts to future revenues. As a result of this effort, a revised Capital 
Plan is anticipated to be submitted to the Commission by first quarter of FY2020-21. 


Director Robinson and GM Kelly responded to a question from Commissioner 
Maxwell as to the possibility that due to delays costs will come down. 


Richard Morales, Debt Manager, responded to a follow-up question from 
Commissioner Maxwell as to why the Environmental Protection Agency loans went 
down significantly. 


Commissioner Paulson thanked Mr. Robinson for his presentation and for the drone 
video which provided a good site visual. 
Se ere 
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Director Robinson responded to questions from President Caen as to why projects 
that are not located in the Southeast sector are running late, and from Commissioner 
Paulson regarding project status completion and how the baseline is determined. 


Commissioner Moran noted there are a several projects with “red dots” and delays 
that are non-COVID related. He stated it would be helpful to group issues so the 
Commission can address those factors and underlying causes for planning. 


Public Comment 

e Francisco DaCosta spoke about the history of the project and costs increase 
and asked for justification for cost increases. He discussed the stench at the 
digesters and asked how quality of life issues are addressed. 


7. Sewer System Improvement Program Major Projects Update 
Director Robinson presented updates for the Southeast Plant Biosolids Digester 
Facilities Project, Southeast Plant New Headworks Facilities Project, and Southeast 
Community Center at 1550 Evans. He indicated construction has continued during 
COVID-19 and demolition is complete. 


He reviewed the project cost status and schedule for the Biosolids Digester Facilities 
Project noting a revised project cost of $1.680M and indicated the project schedule is 
behind. He played a time-lapse video showing the demolition of the Central Shops. He 
summarized issues and challenges and reviewed a “look ahead”. 


Director Robinson continued with review of the Southeast Plant Headworks Project with 
a revised project cost of $618.8M. He indicated the project on-schedule. He 
summarized issues and challenges and reviewed a “look ahead”. 


He concluded with review of the Southeast Community Center at 1550 Evans with a 
project cost of $109.5M and indicated the project on-schedule. He summarized issues 
and challenges and reviewed a “look ahead”. He noted uncertain and changing market 
conditions for each project. 


Carolyn Chiu, Program Manager, responded to a question from Commissioner Maxwell 
as to how long Jerrold Avenue will be closed and what is being done to mitigate traffic. 
Commissioner Maxwell requested the mitigation plan be provided. Carolyn noted the 
SFPUC ts working with the San Francisco Municipal Transportation Agency (SFMTA) 
on mitigation plans. She indicated advanced outreach has begun and that an outreach 
strategy for the local neighborhood and businesses is being developed. Commissioner 
Maxwell requested the outreach plan and schedule. She expressed concern with the fall 
timeline for closure. 


Mr. Robinson responded to a question from Commissioner Maxwell regarding odor 
control efforts. 


Ms. Chiu responded to a question from Commissioner Maxwell as to when the traffic 
plan ed a preliminary draft has been provided to the SFMTA. 






Commissioner Maxwell clarified she wants to know what the SFMTA’s preliminary plan 
as to how traffic will be re-routed and will flow. 


VP Vietor requested information on what outreach has already occurred and what the 
community response has been. 


Public Comment 
e Francisco DaCosta discussed outreach efforts. He noted the demographics in the 
Bayview have changed and that the old way of conducting business wont work. 


8. New Commission Business 
VP Vietor requested that the Commission make a statement, via a resolution, that 
reflects the SFPUC’s policies and stand against systemic racism and violence and 
recognizes that COVID-19 adversely affects communities of color. Commissioner 
Paulson indicated he agrees with VP Vietor, but that he doesn’t just want a resolution 
with platitudes, but one that is meaningful and affirmative. 


Commissioner Maxwell requested a report as to the state and status of black and brown 
employees at the SFPUC. 


No public comment. 


9. Consent Calendar: 
a) Approve Modification No. 1 to Job Order Contract, JOC-53R3, Electrical (C-10 
License) for San Francisco, San Mateo, Santa Clara and Alameda Counties, with 
US Electric Technologies, Inc., to complete ongoing facility and asset 
improvements, increasing the duration by 1,095 consecutive calendar days, fora 
total contract duration of 1,825 consecutive calendar days, in accordance with San 


Francisco Administrative Code 6.62, with no change in the contract amount. 
(Resolution 20-0122) 


b) Approve Modification No. 1 to Job Order Contract, JOC-77, Micro- LBE Set Aside, 
General Engineering (A-License) for San Francisco, San Mateo, Santa Clara and 
Alameda Counties, with R&S Construction Management, to complete ongoing 
facility and asset improvements, increasing the contract amount by $1,000,000 and 
increasing the contract duration by 1,095 consecutive calendar days, for a total 
contract amount not-to-exceed $3,000,000, and a total contract duration of 1,825 
consecutive calendar days, in accordance with San Francisco Administrative Code 
Section 6.62. (Resolution 20-0123) 

c) Authorize the General Manager to execute Amendment No.1 to the Multi-Party Cost 
Share Agreement with Contra Costa Water District, Alameda County Flood Control 
and Water Conservation District, Zone 7, Alameda County Water District, Bay Area 
Water Supply & Conservation Agency, the City of Brentwood, East Bay Municipal 
Utility District, Grassland Water District, San Luis & Delta-Mendota Water Authority, 
and Valley Water (formerly Santa Clara Valley Water District) for the planning of the 
potential expansion of Los Vaqueros Reservoir, extending the Agreement by six 
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months, until December 31, 2020, for a total duration of 20 months, with no change 
in the contract amount. (Resolution 20-0124) 


No public comment. 


On Motion to approve the Consent Calendar: 
Ayes: Caen, Vietor, Moran, Maxwell and Paulson 


10. Approve Amendment No. 2 to Agreement No. CS-389, Planning and Engineering 
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services Southeast Plant New 250 MGD Headworks Facility, with Carollo Engineers, 
Inc., for specialized wastewater process facility engineering design and engineering 
services during construction for Construction Contract No. WW-628, Southeast Water 
Pollution Control Plant New Headworks Facility Project; and authorize the General 
Manager to execute this amendment, increasing the agreement amount by 
$21,000,000, and increasing the agreement duration by two years, for a total not-to- 
exceed agreement amount of $54,500,000 and a total agreement duration of 11 years, 
subject to the Board of Supervisors approval pursuant to Charter Section 9.118. 
(Resolution 20-0125) 

Kathy How, Assistant General Manager (AGM) Infrastructure, introduced the item and 
requested approval. 


No public comment. 


On Motion to approve Item10: 
Ayes: Caen, Vietor, Moran, Maxwell and Paulson 


Adopt resolution (1) rescinding Commission Resolution No. 20-0091 adopted on May 
12, 2020 and (2) approving the Water Supply Assessment (WSA) for the proposed 
San Francisco Gateway Project which would construct two new mixed-use production, 
distribution, and repair buildings at 749 Toland Street and 2000 McKinnon Street in 
the Bayview Hunters Point Plan area, pursuant to the State of California Water Code 
Section 10910 et seq., California Environmental Quality Act Section 21151.9, and 
CEQA Guidelines Section 15155. (Resolution 20-0126) - 


Steve Ritchie, AGM Water, stated the item approved on May 12, 2020 meeting was 
incomplete and the one presented for approval is complete. He noted approval will 
also rescind Resolution 20-0091. 


Public Comment 

e Peter Drekmeier, Tuolumne River Trust, expressed concern with approval of 
development project and with the jobs and housing balance. He asked that 
cumulative impacts of projects on water supply be included in the WSA’s. 


VP Vietor reiterated her position on the approval of WSA and the cumulative impact of 
developments on water supplies. She stated that until she has a better understanding 
of the plan to meet obligations for development and for the fish, she cannot support 
the WSA’s. 


on See 
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Commissioner Paulson noted the action is for approving the water assessment not the 
development project. 


Commissioner Moran discussed “materiality” and stated total retail demand is 
approximately 60 or 70 MGD and that the impact of the Delta Plan on supply would be 
approximately 93 MGD. He stated the impact of the WSA for consideration would be 
approximately .000849 MGD. He responded to a question from VP Vietor regarding 
cumulative effects of all the WSA’s on supply and he indicated it wouldn't be 
significant. 


On Motion to approve Item11: 
Ayes: Caen, Moran, and Paulson 
Nay: Vietor and Maxwell 


At the request of the Commission President, items 12 and 13 were called together. - 


Approve a Water Infrastructure Finance and Innovation Act (WIFIA) loan agreement 


with the United States Environmental Protection Agency in the amount of 
$699 242.023 to replace the existing 2018 WIFIA Loan Agreement in the same 
amount for the Wastewater Enterprise’s Biosolids Digester Facilities Project for the 


purpose of reducing the loan interest rate from 3.09% to an estimated 1.84% interest 
rate. (Resolution 20-0127) 


Approve a new Water Infrastructure Finance and Innovation Act loan agreement with 
the United States Environmental Protection Agency in an amount up to $525,000,000 
to provide partial funding for the Wastewater Enterprise’s Headworks Project and 
Biosolids Digester Facilities Project, both of which are projects of the Sewer System 
Improvement Program located at the Southeast Treatment Plant. (Resolution 20- 
0128) 

Rich Morales, Debt Services Manager, presented items 12 and 13 and requested 
approval. 


No public comment. 


On Motion to approve Item12: 
Ayes: Caen, Vietor, Moran, Maxwell and Paulson 


On Motion to approve Item13: 
Ayes: Caen, Vietor, Moran, Maxwell and Paulson 


Adopt a resolution (1) accepting the report on the San Francisco Public Utilities 
Commission (SFPUC) Wildfire Mitigation Plan from the Independent Evaluator in 
accordance with Public Utilities Code Section 8387(c), and (2) adopting the revised 
version of the SFPUC Wildfire Mitigation Plan, to be submitted to the California 


Wildfire Safety Advisory Board, prior to July 1, 2020. (Resolution 20-0129) 
AGM Ritchie presented the item and requested approval. 
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No public comment. 


On Motion to approve Item14: 
Ayes: Caen, Vietor, Moran, Maxwell and Paulson 


The Commission Secretary read the Closed Session items prior to calling public 
comment. 


Public comment on matters to be addressed during Closed Session 
None. 


Motion on whether to assert the attorney-client privilege regarding the matters listed 
below as Conference with Legal Counsel 


On Motion to assert the attorney-client privilege regarding matters listed as 
Conference with Legal Counsel: 
Ayes: Caen, Vietor, Moran, Maxwell and Paulson 


The Commission entered Closed Session at 3:58 PM. 


Conference with Legal Counsel - Pursuant to California Government Code Section 
94956.9 (d) (2) and San Francisco Administrative Code Section 67.10 (d) (2) 
Existing Unlitigated Claim 

Chez Maman West v. City and County of San Francisco 

Unlitigated File No.: 20-01490 / Date Filed: January 8, 2019 


Proposed settlement of unlitigated claim with claimant's release of all claims and the 
City to pay claimant $36,664.99 


(Resolution 20-0130) 


Conference with Legal Counsel — Pursuant to California Government Code Section 
54956.9 (d) (2) and San Francisco Administrative Code Section 67.10 (d) (2) 
Existing Unlitigated Claim 

Francisco Rivero v. City and County of San Francisco 

Unlitigated File No.: 20-01452 / Date Filed: January 7, 2020 


Proposed settlement of unlitigated claim with claimant’s release of all claims and the 
City to pay claimant $39,700 


(Resolution 20-0131) 

Conference with Legal Counsel - Pursuant to California Government Code Section 
54956.9 (d) (1) and San Francisco Administrative Code Section 67.10 (d) (10) 

Existing Litigation 

State Water Board Cases, Sacramento Superior Court, JCCP No. 5013 (originally filed 
on January 10, 2019 in Tuolumne Superior Court as San Joaquin Tributaries 
Authority, et al v. California State Water Resources Control Board, Case No. 
CU62094) 


Conference with Legal Counsel — Pursuant to California Government Code, Section 
54956.9(a), and San Francisco Administrative Code, Section 67.10(d)(1) 
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Conferring with, or receiving advice from, the City Attorney regarding the following 
existing litigation in which the City is a petitioner and Pacific Gas & Electric Company 
is an adverse party: In re: PG&E Corporation and Pacific Gas & Electric Company, 
United States Bankruptcy Court, Northern District of California, Case No. 9-30088-DM, 
filed January 29, 2019; Federal Energy Regulatory Commission Case No. EL 19-38- 
000, filed January 28, 2019; Federal Energy Regulatory Commission Case No. ER18- 
1482-000, filed April 30, 2018; Federal Energy Regulatory Commission Case No. 
ER18-1102-000, filed March 15, 2018; Federal Energy Regulatory Commission Case 
No. ER18-790-000, filed, February 2, 2018; Federal Energy Regulatory Commission 
Case No. ER18-768-000, filed January 31, 2018; Federal Energy Regulatory 
Commission Case No. ER18-198-000, filed October 31, 2017; Federal Energy 
Requlatory Commission Case No. ER17-2406-000, filed August 31, 2017; Federal 
Energy Requlatory Commission Case No. ER17-2181-000, filed July 31, 2017; 
Federal Energy Regulatory Commission Case No. ER17-2204, filed July 31, 2017; 
Federal Energy Regulatory Commission Case No. ER17-1509-000, filed May 1, 2017; 
Federal Energy Regulatory Commission Case No. ER17-910-000, filed January 31, 
2017; Federal Energy Regulatory Commission Case No. EL 15-3-000, filed October 
10, 2014; Federal Energy Regulatory Commission Case No. ER15-702-000, filed 
December 23, 2014; Federal Energy Regulatory Commission Case No. ER15-703- 
000, filed December 23, 2014; Federal Energy Requlatory Commission Case No. 
ER15-704-000, filed December 23, 2014: Federal Energy Requlatory Commission 
Case No. ER15-705-000, filed December 23, 2014; Federal Energy Regulatory 
Commission Case No. ER15-735-000, filed December 23, 2014: California Public 
Utilities Commission Case No. 1.15-08-019, filed February 25, 2015; California Public 
Utilities Commission Case No. R.18-10-007, filed October 25, 2018: California Public 
Utilities Commission Case No. R.19-01-006, filed January 10, 2019; and California 
Public Utilities Commission Case No. R.19-09-016, filed January 10, 2019. 








The Commission exited Closed Session at 5:32 PM. 


21. Announcement following Closed Session 
President Caen stated that the Commission recommends the Board of Supervisors 
approves settlements presented in item 17 and 18. No other action was taken. 


22. Motion regarding whether to disclose the discussions during Closed Session pursuant 
to San Francisco Administrative Code Section 67.12(a) 


On Motion not to disclose the discussions during Closed Session. 
Ayes: Caen, Vietor, Moran, Maxwell and Paulson 


23. Adjournment 
President Caen adjourned the meeting at 5:33 PM. 





PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0122 


WHEREAS, On July 24, 2018, per Resolution No. 18-0123, this Commission approved 
the award of JOC-53R3, Electrical (C-10 License) for San Francisco, San Mateo, Santa Clara 
and Alameda Counties to US Electric Technologies, Inc.; and 


WHEREAS, The construction contract Notice-to-Proceed date was May 20, 2019; and 


WHEREAS, The original contract amount was for not-to-exceed $5,000,000 and the 
original contract duration was 730 consecutive calendar days (two years); and 


WHEREAS, Section 6.22(h) of the San Francisco Administrative Code require 
Commission approval for any cumulative increase in contract amount or duration in excess of 
10% of the original contract amount or duration; and 


WHEREAS, Modification No. 1 is being requested to complete ongoing facility and asset 
improvements such as General Engineering Contracting, General Building Contracting, Low 
Voltage Systems Contractor, Systems Integrator, Lenel, and Specialty Security Systems 
Components for the San Francisco Public Utilities Commission’s (SFPUC) Operations and 
Bureaus, increasing the contract duration by 1,095 consecutive calendar days (three years), for a 
total contract duration of 1,825 consecutive calendar days (five years), as allowed under the San 
Francisco Administrative Code Chapter 6.62; and 


WHEREAS, CMD’s The Contract Monitoring Division’s subcontracting participation 
requirement was established at 8%; and 


WHEREAS, Funds will be available from various SFPUC Enterprise funds when Task 
Orders are issued; now, therefore, be it 


RESOLVED, That this Commission hereby approves Modification No. | for JOC-53R3, 
Electrical (C-10 License) for San Francisco, San Mateo, Santa Clara and Alameda Counties, with 
US Electric Technologies, Inc., increasing the contract duration by 1,095 consecutive calendar 
days (three years), for a total contract duration of 1,825 consecutive calendar days (five years), 
and no change in the contract amount. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of June 9, 2020. 


ut 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


RESOLUTION NO. 20-0123 


WHEREAS, On October 9, 2018, per Resolution No. 18-0167, this Commission 
approved the award of JOC-77, Micro-LBE Set Aside, General Engineering (A-License) for San 
Francisco, San Mateo, Santa Clara and Alameda Counties to R&S Construction Management; 
and 


WHEREAS, The construction contract Notice-to-Proceed date was October 31, 2019; 
and 


WHEREAS, The original contract amount was for not-to-exceed $2,000,000 and the 
original contract duration was 730 consecutive calendar days, two years; and 


WHEREAS, Section 6.22(h) of the San Francisco Administrative Code require 
Commission approval for any cumulative increase in contract amount or duration in excess of 
10% of the original contract amount or duration; and 


WHEREAS, Modification No. | is being requested to complete ongoing facility and asset 
improvements such as moving, wrecking, cathodic protection, concrete, construction traffic 
control services, earthwork and paving, landscaping, pipeline, reinforcing steel, tree service, 
trucking and hauling, and well drilling for the San Francisco Public Utilities Commission’s 
(SFPUC) Operations and Bureaus, increasing the contract amount by $1,000,000, and increasing 
the contract duration by three years, for a total contract amount not-to-exceed $3,000,000 and a 
total contract duration of five years, as allowed under the San Francisco Administrative Code 
Chapter 6.62; and 


WHEREAS, CMD’s subcontracting participation requirement and bid discount do not 
apply to Micro Local Business Enterprise (LBE) Set Aside Contracts; and 


WHEREAS, Funds will be available from various SFPUC Enterprise funds when Task 
Orders are issued; now, therefore, be it 


RESOLVED, That this Commission hereby approves Modification No. 1 for JOC-77, 
Micro-LBE Set Aside, General Engineering (A-License) for San Francisco, San Mateo, Santa 
Clara and Alameda Counties, with R&S Construction Management, increasing the contract 
amount by $1,000,000 and increasing the contract duration by 1,095 consecutive calendar days 
(three years), for a total contract amount not-to-exceed $3,000,000, and a total contract duration 
of 1,825 consecutive calendar days (five years). 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of June 9, 2020. 





Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


RESOLUTION NO. 20-0124 


WHEREAS, The San Francisco Public Utilities Commission’s (SFPUC’s) mission is to 
provide its customers with high quality, efficient, and reliable water, power, and sewer services 
in a manner that is inclusive of environmental and community interests, and that sustains the 
resources entrusted to its care; and 


WHEREAS, Contra Costa Water District (CCWD) is planning the second phase of the 
Los Vaqueros Reservoir Expansion Project (Project), which would increase the reservoir’s 
storage capacity from 160,000 acre-feet of water to up to 275,000 acre-feet of water and include 
the construction of a pipeline between CCWD’s Transfer Pump Station and the California 
Department of Water Resources’ South Bay Aqueduct at Bethany Reservoir (the Transfer- 
Bethany Pipeline), to serve customers of other water agencies in the region; and 


WHEREAS, The Project has the potential to provide additional water storage and 
drought supply reliability for the SFPUC’s retail and wholesale water customers; and 


WHEREAS, On December 13, 2016, by Resolution No. 16-0258, this Commission 
approved the SFPUC’s participation in planning for the Project through a cost share agreement 
with CCWD and the Bay Area Water Supply & Conservation Agency (BAWSCA) to support 
CCWD’s efforts to secure additional funding from the California Water Commission for the 
Project, with an initial SFPUC contribution of $100,000; and 


WHEREAS, On March 26, 2019, by Resolution No. 19-0060, this Commission 
authorized the SFPUC’s participation in the Multi-Party Cost Share Agreement with CCWD, 
Alameda County Flood Control and Water Conservation District, Zone 7, Alameda County 
Water District; BAWSCA, the City of Brentwood, East Bay Municipal Utility District, 
Grassland Water District, San Luis & Delta-Mendota Water Authority, and Santa Clara Valley 
Water District for continued Project planning, with a financial contribution by the SFPUC of up 
to $354,129, and a total duration of sixteen (16) months, but the Multi-Party Cost Share 
Agreement ultimately executed by the parties had a total duration of fourteen (14) months, as its 
term began on April 30, 2019 and was set to end on the earlier of the completion of the work 
contemplated therein or June 30, 2020; and 


WHEREAS, The Miulti-Party Cost Share Agreement includes within its scope of 
planning activities completion of environmental review, a financial evaluation of the Project, 
development of a governance structure for agencies who decide to participate in the Project, 
consultations for Project permitting, and advancing the design of the Project; and 


WHEREAS, The Multi-Party Cost Share Agreement is set to expire on June 30, 2020; 
and 


WHEREAS, The planning activities contemplated by the Agreement are not yet 
completed, and the parties have proposed to amend the Agreement to extend its term by six (6) 
months, to December 31, 2020, with no change in the contract amount; and 


WHEREAS, The SFPUC is continuing to receive information needed to evaluate the 
viability of the Project and the reliability and cost of conveyance options from Los Vaqueros 
Reservoir to the SFPUC’s Regional Water System, such as the South Bay Aqueduct, to inform 
the SFPUC’s future decision on whether or not to continue to participate in the development of 
the Project; and 


WHEREAS, This Agreement does not constitute a “project” under California 
Environmental Quality Act Guidelines Section 15378 because there would be no physical change 
in the environment; now, therefore be it 


RESOLVED, That this Commission hereby authorizes the General Manager to execute 
Amendment No. | to the April 30, 2019 Multi-Party Cost Share Agreement with Contra Costa 
Water District, Zone 7 Water Agency, Alameda County Water District, Bay Area Water Supply 
& Conservation Agency, the City of Brentwood, East Bay Municipal Utility District, Grassland 
Water District, San Luis & Delta-Mendota Water Authority, and Santa Clara Valley Water 
District for the planning of the potential expansion of Los Vaqueros Reservoir, extending the 
Agreement by six (6) months for a total duration of twenty (20) months, ending on December 31, 
2020, with no change to the contract amount. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of June 9, 2020. 


A 
Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


RESOLUTION NO. 20-0125 


WHEREAS, On October 28, 2014, by Resolution No. 14-0172, this Commission 
awarded Agreement No. CS-389, Planning and Engineering Services Southeast Plant New 250 
MGD Headworks Facility, and authorized the General Manager of the San Francisco Public 
Utilities Commission (SFPUC) to negotiate and execute a professional services agreement in the 
amount of $14,000,000, and with a duration of six years, with Carollo Engineers, Inc. (Carollo), 
subject to Board of Supervisor’s (BOS) approval pursuant to Charter Section 9.1118; and 


WHEREAS, On November 25, 2014, by BOS Resolution No. 513-16, the BOS 
authorized the General Manager to execute Agreement No. CS-389; and 


WHEREAS, On October 25, 2016, by Resolution No. 16-0225, this Commission 
approved Amendment No. 1, increasing the agreement by $19,500,000 and extending the 
agreement duration by three years, to provide continued process facility engineering design 
services and engineering support during construction for the Southeast Plant (SEP) New 250 
MGD Headworks Facility, increasing the total not-to-exceed amount of the agreement to 
$35,500,000, and extending the agreement duration to nine years, subject to approval by the 
Board of Supervisors; and 


WHEREAS, On December 6, 2016, by BOS Resolution No. 513-16, the Board of 
Supervisors authorized the General Manager to execute Amendment No. | to Agreement No. 
CS-389, in accordance with Charter, Section 9.118; and 


WHEREAS, Amendment No. 2 is being requested to increase the agreement by 
$21,000,000, and extend the agreement by two years, to provide continued process facility 
engineering design services and engineering support during construction to reflect the increased 
level of effort needed to implement project re-scoping, increasing the total not-to-exceed 
agreement amount to $54,500,000 and extending the agreement duration to eleven years, subject 
to Board of Supervisors approval under Charter Section 9.118; and 


WHEREAS, The Contract Monitoring Division (CMD) has established a subconsulting 
requirement of 12% Local Business Enterprise (LBE) participation for this agreement; and 
Carollo committed to 20.6% LBE participation in their proposal; and 


WHEREAS, As of March 2020, Carollo has achieved 16.2% LBE participation and 
taking into consideration the proposed increase and the original contract amount, Carollo 
foresees that it may fall short of its original LBE participation commitment and is currently 
projecting 17.2% LBE participation for this agreement; and 


WHEREAS, Funds for this agreement are available from Project No. CWWSIPSE02 — 
SEP New Headworks (Grit) Replacement; now, therefore, be it 


RESOLVED, That this Commission hereby approves Amendment No. 2 to Sewer 
System Improvement Program-funded Agreement No. CS-389, Planning and Engineering 
Services Southeast Plant New 250 MGD Headworks Facility, with Carollo Engineers, Inc., to 
provide continued process facility engineering design and engineering services during 
construction for WW-628 Southeast Water Pollution Control Plant New Headworks Facility 
Project; and be it 

FURTHER RESOLOVED, That this Commission authorizes the General Manager to 
execute Amendment No. 2, increasing the agreement by $21,000,000, and extending the duration 
by two years, for a total not-to-exceed agreement amount of $54,500,000, and total agreement 
duration of 11 years, subject to Board of Supervisors approval pursuant to Charter Section 9.118. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of June 9, 2020. 
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Sécretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0126 


WHEREAS, Under the California Environmental Quality Act (CEQA) and State of 
California Water Code (Section 10910(g)(1)), the San Francisco Public Utilities Commission 
(SFPUC) is required to prepare and approve a Water Supply Assessment (WSA) for the 
cumulative water demands presented by the proposed San Francisco Gateway Project, which 
would construct approximately 1,080,000 gross square feet across two nearly identical mixed- 
use production, distribution, and repair (PDR) buildings at 749 Toland Street and 2000 
McKinnon Street in the Bayview Hunters Point Plan area in San Francisco (“proposed project’); 
and 


WHEREAS, The San Francisco Gateway Project is required to comply with the City’s 
Non-potable Water Ordinance, Article 12C of the San Francisco Health Code, and as a result, the 
Project will offset its potable water use through the use of alternate water sources; and 


WHEREAS, A WSA is an informational document that assesses the adequacy of water 
supplies to serve a proposed project and is required to be prepared as part of the CEQA 
environmental review process; and 


WHEREAS, Approval of a WSA as an informational document is not considered an 
approval action as defined in Section 15378 of the CEQA Guidelines; and 


WHEREAS, A WSA must be approved at a public meeting by the governing body of the 
public water supplier that would serve the proposed project; and 


WHEREAS, On December 12, 2018, the State Water Resources Control Board adopted 
an amendment to the Water Quality Control Plan for the San Francisco Bay/Sacramento-San 
Joaquin Delta Estuary (i.e., Bay-Delta Plan Amendment), which, if implemented in the future, 
would affect the Regional Water System supply and the SFPUC’s ability to meet the projected 
demands of existing and future retail customers, including the proposed project; and 


WHEREAS, Multiple lawsuits are pending challenging the Bay-Delta Plan Amendment, 
and the City is a party to one of those suits; and 


WHEREAS, In accordance with the State Water Resources Control Board’s instruction, 
on March 1, 2019, the SFPUC, in partnership with other key stakeholders, submitted a proposed 
“voluntary agreement” (March Ist Proposed Voluntary Agreement) for the State’s consideration 
as a substitute or replacement of the Bay-Delta Plan Amendment; and 


WHEREAS, On March 26, 2019, by Resolution No. 19-0057, this Commission endorsed 
the SFPUC’s continued participation in the voluntary agreement negotiation process and stated 
its intent that the terms of any final voluntary agreement would improve the health of the 
fisheries and maintain the reliability of its water supply including maintenance of its level of 
service (LOS) goal of no more than 20% system-wide rationing; and 


WHEREAS, Because implementation of the Bay-Delta Plan Amendment or an 
alternative Voluntary Agreement is uncertain at this time, the SFPUC staff prepared the attached 
WSA for the proposed San Francisco Gateway Project, analyzing water supply and demand 
under three scenarios: (1) No implementation of the Bay-Delta Plan Amendment or the March 
lst Proposed Voluntary Agreement (“Scenario 1”), (2) Implementation of the March Ist 
Proposed Voluntary Agreement (“Scenario 2”), and (3) Implementation of the Bay-Delta Plan 
Amendment (“Scenario 3”); and 


WHEREAS, The WSA concludes that the SFPUC’s total projected water supplies 
through 2040 will (1) meet the demands of the proposed San Francisco Gateway Project in 
normal years under all three scenarios, (2) meet the demands of the proposed project in dry years 
without rationing beyond the SFPUC’s LOS goal of 20% system-wide rationing under Scenario 
1, (3) meet the demands of the proposed project in dry years but require rationing closer to the 
LOS goal under Scenario 2, and (4) not reliably meet the demands of the proposed project 
without rationing at a level greater than that required to achieve the LOS goal under Scenario 3; 
and 


WHEREAS, At its meeting on May 12, 2020, this Commission adopted Resolution No. 
20-0091 approving the WSA for this Project, however the written materials provided to the 
Commission and the public for the May 12 agenda item were incomplete as they did not include 
the entirety of the WSA for the Project; and 


WHEREAS, Staff requests that the Commission rescind Resolution No. 20-0091 and 
adopt this resolution having now had the opportunity to review and consider the WSA for the 
Project in its entirety; now, therefore, be it 


RESOLVED, This Commission hereby rescinds Resolution No. 20-0091 adopted on May 
12, 2020, and approves the attached Water Supply Assessment for the proposed San Francisco 
Gateway Project pursuant to the State of California Water Code Section 10910(g); and be it 


FURTHER RESOLVED, This Resolution shall supersede and replace Resolution No. 20- 
0091. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of June 9, 2020. 


Secretary, Public Utilities Commission 


525 Golden Gate Avenue, 13th Floor 
San Francisco, CA 94102 

T 416.554.3155 

F 415.554.3161 

Try 415.554.3488 


San Francisco 
Water 


Services of the San Francisco Public Utilities Commission 





April 15, 2020 


TO: Commissioner Ann Moller Caen, President 
Commissioner Francesca Vietor, Vice President 
Commissioner Anson Moran 
Commissioner Sophie Maxwell 


Commissioner Tim Paulson _ LL att 
DL [aes mers yf" 





THROUGH: _ Harian L. Kelly, Jr., General Manager 6 

FROM: Steven R. Ritchie, Assistant General Manager, Water 

RE: Water Supply Assessment for the San Francisco Gateway Project 
1.0 Summary 


1.1. Introduction 


Under the Water Supply Assessment law (Sections 10910 through 10915 of the 
California Water Code), urban water suppliers like the San Francisco Public Utilities 
Commission (SFPUC) must furnish a Water Supply Assessment (WSA) to the city or 
county that has jurisdiction to approve the environmental documentation for certain 
qualifying projects (as defined in Water Code Section 10912 (a)) subject to the 
Califomia Environmental Quality Act (CEQA). The WSA process typically relies on 
information contained in a water supplier's Urban Water Management Plan (UWMP), 
and involves answering specific questions related to the estimated water demand of 
the proposed project. This memo serves as the WSA for the proposed San Francisco 
Gateway Project (“proposed project”), for use in the preparation of an environmental 
impact report by the San Francisco Planning Department (case no. 2015-012491ENV, 
San Francisco Planning Department). 


1.1.1 2015 Urban Water Management Pian 


The SFPUC’s most current UWMP is the UWMP update for 2015, which the 
Commission adopted in June 2016 (Resolution No. 16-0118). The water demand 
projections in the UWMP incorporated 2012 Land Use Allocation (LUA 2012) housing 
and employment growth projections from the San Francisco Planning Department. The 





London N. Breed 
Mayor 


Ann Moller Caen 


water demand projections are presented in five-year increments through 2040, meeting Preaberi 
Water Code requirements. Growth associated with the proposed project was Francesca Vietor 
encompassed within the LUA 2012, and water demand associated with the proposed Vice President 
project was encompassed within the 2015 UWMP water demand projections. Anson Moran 
Commissioner 

The WSA for a qualifying project within the SFPUC’s retail service area’ may use Sophie Maxwell 
information from the UWMP. Therefore, the 2015 UWMP is incorporated via Commissioner 
references throughout this WSA shown in bold, italicized text. The UWMP may be Tim Paulson 
accessed at www.sfwater.org/uwmp. Conumissioner 
Harlan L. Kelly, Jr. 

General Manager 


1 SFPUC's “retail service area” refers to water customers inside the City and County of San 
Francisco, as well as select areas outside of the City. 


OUR MISSION: To provide our customers with high-quality, efficient and reliable water, power and sewer 
services in a manner that values environmental and community interests and sustains the resources entrusted 
io Our Care. 
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1.1.2 2018 Bay-Delta Plan Amendment 


In December 2018, the State Water Resources Control Board (SWRCB) adopted 
amendments to the Water Quality Control Plan for the San Francisco Bay/Sacramento- 
San Joaquin Delta Estuary (Bay-Delta Plan Amendment) to establish water quality 
objectives to maintain the health of the Bay-Delta ecosystem. The SWRCB is required 
by law to regularly review this plan. The adopted Bay-Delta Plan Amendment was 
developed with the stated goal of increasing salmonid populations in three San Joaquin 
River tributaries (the Stanislaus, Merced, and Tuolumne Rivers) and the Bay-Delta. 
The Bay-Delta Plan Amendment requires the release of 40% of the “unimpaired flow” 
on the three tributaries from February through June in every year type, whether wet, 
normal, dry, or critically dry. 


If the Bay-Delta Plan Amendment is implemented, the SFPUC will be able to meet the 
projected water demands presented in the 2015 UWMP in normal years but would 
experience supply shortages in single dry years or multiple dry years. The 2015 UWMP 
already assumes limited rationing may be needed in multiple dry years to address an 
anticipated supply shortage by 2040, but implementation of the Bay-Delta Plan 
Amendment will require rationing in all single dry years and multiple dry years and to a 
greater degree to address supply shortages not accounted for in the 2015 UWMP. 


The SWRCB has stated that it intends to implement the Bay-Delta Plan Amendment on 
the Tuolumne River by the year 2022, assuming all required approvals are obtained by 
that time. But implementation of the Plan Amendment is uncertain for several reasons. 
First, under the Clean Water Act, the United States Environmental Protection Agency 
(U.S. EPA) must approve the water quality standards identified in the Plan Amendment 
within 90 days from the date the approval request is received. It is uncertain whether 
the U.S. EPA will approve or disapprove the water quality standards. Furthermore, the 
determination could result in litigation. 


Second, since adoption of the Bay-Delta Plan Amendment, over a dozen lawsuits have 
been filed in both state and federal court, challenging the SWRCB’s adoption of the 
Bay-Delta Plan Amendment, including a legal challenge filed by the federal 
government, at the request of the U.S. Department of Interior, Bureau of Reclamation. 
That litigation is in the early stage and there have been no dispositive court rulings as 
of this date. 


Third, the Bay-Delta Plan Amendment is not self-implementing and does not allocate 
responsibility for meeting its new flow requirements to the SFPUC or any other water 
rights holders. Rather, the Plan Amendment merely provides a regulatory framework 
for flow allocation, which must be accomplished by other regulatory and/or adjudicatory 
proceedings, such as a comprehensive water rights adjudication or, in the case of the 
Tuolumne River, the 401 certification process in the Federal Energy Regulatory 
Commission’s relicensing proceeding for Don Pedro Dam. The license amendment 
process is currently expected to be completed in the 2022-23 timeframe. This process 
and the other regulatory and/or adjudicatory proceedings would likely face legal 
challenges and have lengthy timelines, and quite possibly could result in a different 
assignment of flow responsibility (and therefore a different water supply impact on the 
SFPUC). 


Fourth, in recognition of the obstacles to implementation of the Bay-Delta Plan 
Amendment, SWRCB Resolution No. 2018-0059 adopting the Bay-Delta Plan 
Amendment directed staff to help complete a “Delta watershed-wide agreement, 
including potential flow measures for the Tuolumne River” by March 1, 2019, and to 
incorporate such agreements as an “alternative” for a future amendment to the Bay- 
Delta Plan to be presented to the SWRCB “as early as possible after December 1, 
2019.” In accordance with the SWRCB's instruction, on March 1, 2019, SFPUC, in 


? Unimpaired flow represents the water production of a river basin, unaltered by upstream 
diversions, storage, or by export or import of water to or from other watersheds. Bay-Delta Plan 
Amendment, Introduction, p.1-8. 
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partnership with other key stakeholders, submitted a proposed project description for 
the Tuolumne River that could be the basis for a voluntary substitute agreement with 
the SWRCB (“March 1st Proposed Voluntary Agreement”). On March 26, 2019, the 
Commission adopted Resolution No. 19-0057 to support SFPUC’s participation in the 
Voluntary Agreement negotiation process. To date, those negotiations are ongoing 
under the California Natural Resources Agency and the leadership of the Newsom 
administration.* The negotiations for a voluntary agreement have made significant 
progress since an initial framework was presented to the SWRCB on December 12, 
2018. The package submitted on March 1, 2019 is the product of renewed discussions 
since Governor Newsom took office. In a written progress report to the Voluntary 
Agreement Plenary Participants dated July 1, 2019, California Secretary for 
Environmental Protection Jared Blumenfeld and California Secretary for Natural 
Resources Wade Crowfoot stated that the collective State agencies (i.e., State Team) 
should be able “to determine the adequacy” of the various proposed voluntary 
agreements, including the proposed Tuolumne Voluntary Agreement, by October 15, 
2019. The report further states that if the State Team decides to recommend the 
Voluntary Agreements to the SWRCB, then (1) scientific peer review of the Voluntary 
Agreements would be completed by the spring of 2020, and (2) a draft CEQA 
document would be released for public comment in the summer of 2020, with a 
finalized CEQA document completed the following year. 


For all these reasons, whether and when the Bay-Delta Plan Amendment will be 
implemented, and how those amendments if implemented will affect the SFPUC’s 
water supply is currently uncertain and possibly speculative. Given this uncertainty, this 
WSA analyzes water supply and demand through 2040 under three scenarios: (1) No 
implementation of the Bay-Delta Plan Amendment or the March 1st Proposed 
Voluntary Agreement (“Scenario 1”), (2) Implementation of the March 1st Proposed 
Voluntary Agreement (“Scenario 2”), and (3) Implementation of the Bay-Delta Plan 
Amendment (“Scenario 3”). 


1.1.3. Basis for Requiring a WSA for the Proposed Project 


The proposed project has not been the subject of a previous WSA, nor has it been part 
of a larger project for which a WSA was completed. 


The proposed project qualifies for preparation of a WSA under Water Code Section 
10912(a) because it is an industrial park having more than 650,000 square feet of floor 
area. The proposed project is characterized further in Section 1.2. 


1.1.4 Conclusion of this WSA 


This WSA concludes that under Scenarios 1, 2, and 3, the SFPUC’s total projected 
water supplies would meet the demands of the proposed project and cumulative retail 
water demands through 2040 in normal years. Based on historic records of hydrology 
and reservoir inflow from 1920 to 2017, current delivery and flow obligations, and fully- 
implemented infrastructure under the 2018 Phased Water System Improvement 
Program (WSIP) Variant, normal or wet years occurred 85 out of 97 years. This 
translates into roughly 9 normal or wet years out of every 10 years. Conversely, 
system-wide rationing is required roughly 1 out of every 10 years. This frequency is 
expected to increase as climate change intensifies. 


Scenario 1 - No Implementation of the Bay-Delta Plan Amendment or the 
Voluntary Agreement: Under Scenario 1, SFPUC’s total projected water supplies 
would meet the projected demands of the retail service area in normal years. During 
dry years, there would be a shortfall of 3.6-6.1 million gallons per day (mgd), or 5-7%. 
The SFPUC could manage this relatively small shortfall by prohibiting certain 
discretionary outdoor water uses and/or calling for voluntary rationing among all retail 


3 California Natural Resources Agency. “Voluntary Agreements to Improve Habitat and Flow in 
the Delta and its Watersheds.” hitp://resources.ca.gov/voluntary-agreements/. Accessed April 8, 
2019. 
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customers pursuant to its Retail Water Shortage Allocation Plan (Appendix L of the 
UWMP). 


Scenario 2 - Implementation of the Voluntary Agreement: The March 1st Proposed 
Voluntary Agreement has yet to be accepted by SWRCB as an alternative to the Bay- 
Delta Plan Amendment and thus the shortages that would occur with its 
implementation are not known with certainty. An analysis of water supply impacts 
comparable to the one provided in this WSA for Scenarios 1 and 3 is not available for 
Scenario 2. However, the flow releases under the Voluntary Agreement, unlike the 
Bay-Delta Plan Amendment, are not based on an unimpaired flow approach but on a 
combination of flow and non-flow measures that are designed to benefit fisheries at a 
lower water cost, particularly during multiple dry years when less flow is required, 
preserving more of the SFPUC’s stored water supply from the Tuolumne River. The 
resulting RWS supply shortfalls during dry years under the Voluntary Agreement would 
be less than those under the Bay-Delta Plan Amendment, and therefore would require 
rationing of a lesser degree and closer in alignment to the SFPUC’s adopted level of 
service (LOS) goal for the RWS of rationing of no more than 20% system-wide during 
dry years than that which would occur under Scenario 3. Indeed, in Resolution No. 19- 
0057, the Commission stated its intention that any final voluntary agreement “would 
allow the SFPUC to maintain the (1) Water Supply Level of Service Goal and 
Objectives and (2) Sustainability Level of Service Goal and Objectives adopted in 
Commission Resolution No. 08-0200.” Under Scenario 2, if SFPUC’s March ‘1st 
Proposed Voluntary Agreement were accepted by the SWRCB as an alternative to the 
Bay-Delta Plan Amendment, SFPUC would still face a shortfall in single dry and 
multiple dry years, thus requiring rationing across the retail service area, but of a much 
smaller magnitude. Rationing under Scenario 2, with implementation of the Voluntary 
Agreement, would be to a lesser degree than that under Scenario 3, with 
implementation of the Bay-Delta Plan Amendment. 


Scenario 3 - Implementation of the Bay-Delta Plan Amendment: Under Scenario 3, 
during single dry and multiple dry years starting as soon as the year 2022, the 
estimated year of implementation of the Bay-Delta Plan Amendment, the SFPUC’s total 
projected water supplies cannot meet the demands of the retail service area, including 
those of the proposed project, without gradually increasing higher levels of water 
rationing of up to 50% through 2040 across the retail service area. For the proposed 
project specifically, the SFPUC may impose a lower level of rationing that takes into 
account the installation of water-efficient plumbing fixtures and non-potable water 
systems associated with new construction. 


The relatively small volume of water demand generated by the proposed project itself 
would not exacerbate the projected shortfalls resulting from implementation of the Bay- 
Delta Plan Amendment. Regardless of whether the proposed project is constructed, 
with implementation of the Bay-Delta Plan Amendment, the SFPUC’s existing and 
planned water supplies will not meet the water demands of its retail service area in dry 
years without greater rationing than previously projected in the 2015 UWMP. 


Refer to Section 4.0, Conclusion, for a tabulated comparison of projected retail water 
supplies and demands under Scenarios 1 and 3, the resulting shortfalls, and the 
implications of rationing to the proposed project. 


1.2 Proposed Project Description 


The project site is located in the Bayview Hunters Point Plan area. The site consists of 
two addresses, 749 Toland Street and 2000 McKinnon Avenue. The parcels are 
bounded by Kirkwood Avenue to the north, Rankin Street to the east, McKinnon 
Avenue to the south, and Toland Street to the west. The two sites combine for 

a total site area of approximately 743,800 square feet (sf), or 17.1 acres. 


The proposed project would construct two new mixed-use, multi-story production, 
distribution, and repair (PDR) buildings to provide new industrial and retail space 
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for the city. The proposed project would demolish the four existing buildings to 
construct two new three-story buildings. Each building would be nearly identical and 
include 1,166,800 sf of PDR space, 4,200 sf of retail space, and 492,400 sf of vehicle 
related spaces (ramps, vehicle staging, and parking areas) totaling 1,080,000 per 
building. The total gross square footage of the proposed project (both buildings) is 
2,160,000 gross square feet (gsf). The projects would include 48 lockers and 8 
showers. Each building would have a maximum height of approximately 97 feet (115 
feet with rooftop appurtenances included). The proposed building west of I-280 at 749 
Toland Street is “building A” and the proposed building east of |-280 at 2000 McKinnon 
Street is “building B.” 


The two buildings would be built concurrently within a 25-month construction time likely 
between 2021 and 2024. For additional details on the proposed project, see 
Attachment B. 


2.0 Water Supply 


This section reviews San Francisco's existing and planned water supplies. 


2.1 Regional Water System 


See Section 3.1 of the UWMP for descriptions of the RWS and Section 6.1 of the 
UWMP for water rights held by City and County of San Francisco and the SFPUC 
Water System Improvement Program (WSIP). 


2.2 Existing Retail Supplies 
Retail water supplies from the RWS are described in Section 6.1 of the UWMP. 


Local groundwater supplies, including the Westside Groundwater Basin, are described 
in Section 6.2.1 of the UWMP. 


Local recycled water supplies, including the Harding Park Recycled Water Project and 
Pacifica Recycled Water Project, are described in Section 6.2.1 of the UWMP. 


2.3 Planned Retail Water Supply Sources 


The San Francisco Groundwater Supply Project is described in Section 6.2.2 of the 
UWMP. Since adoption of the UWMP, four wells have been completed and the start-up 
phase of the project has begun. Starting in April 2017, small amounts of groundwater 
have been blended with RWS supplies for drinking water. Two remaining wells are 
under construction as part of the next phase of the project. 


The proposed Westside and Eastside Recycled Water Projects, as well as non-potable 
water supplies associated with onsite water systems implemented in compliance with 
San Francisco’s Non-potable Water Ordinance (Health Code Chapter 12C), are also 
described in Section 6.2.2 of the UWMP. 


2.4 Summary of Current and Future Retail Water Supplies 


A breakdown of water supply sources for meeting SFPUC retail water demand through 
2040 in normal years is provided in Section 6.2.5 of the UWMP. For dry years, see the 
next section. 


Based on historic records of hydrology and reservoir inflow from 1920 to 2017, current 
delivery and flow obligations, and fully-implemented infrastructure under the 2018 
Phased Water System Improvement Program (WSIP) Variant, normal or wet years 
occurred 85 out of 97 years. This translates into roughly 9 normal or wet years out of 
every 10 years. Conversely, system-wide rationing is required roughly 1 out of every 10 
years. This frequency is expected to increase as climate change intensifies. 
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2.5 Dry-Year Water Supplies 


A description of dry-year supplies developed under WSIP is provided in Section 7.2 of 
the UWMP. Other water supply reliability projects and efforts that are currently 
underway or completed are described in Section 7.4 of the UWMP. Since adoption of 
the UWMP, the following milestones have occurred: 


e Calaveras Dam Replacement Project — Construction of the new dam was 
completed in September 2018, and the reservoir resumed fill during the winter 
season of 2019/2020. 


e Regional Groundwater Storage and Recovery Project — Construction of this 
project is still underway. Phase 1 of the project, consisting of installation of 13 
production wells, will be completed in 2019. Since May/June 2016, the project 
has been in a storage phase through periodic deliveries of RWS surface water 
in lieu of groundwater pumping by Daly City, San Bruno, and the California 
Water Service Company. 


2.6 Additional Water Supplies 


In light of the adoption of the Bay-Delta Plan Amendment and the resulting potential 
limitations to RWS supply during dry years, the SFPUC is increasing and accelerating 
its efforts to acquire additional water supplies and explore other projects that would 
increase overall water supply resilience. Developing these additional supplies would 
reduce water supply shortfalls and reduce rationing associated with such shortfalls. In 
addition to the Daly City Recycled Water Expansion project*, which was a potential 
project identified in the 2015 UWMP and had committed funding at that time, the 
SFPUC has taken action to fund the study of potential additional water supply projects. 
Capital projects under consideration to develop additional water supplies include 
surface water storage expansion, recycled water expansion, water transfers, 
desalination, and potable reuse. The SFPUC is also considering developing related 
policies and ordinances, such as funding for innovative water supply and efficiency 
technologies and requiring potable water offsets for new developments. A more 
detailed list and descriptions of these efforts are provided below. 


The capital projects that are under consideration would be costly and are still in the 
early feasibility or conceptual planning stages. Because these water supply projects 
would take 10 to 30 or more years to implement, and because required environmental 
permitting negotiations may reduce the amount of water that can be developed, the 
yield from these projects are not currently incorporated into SFPUC’s supply 
projections. Capital projects would be funded through rates from both Wholesale and 
Retail Customers based on mutual agreement, as the additional supplies would benefit 
all customers of the RWS, unless otherwise noted. State and federal grants and other 
financing opportunities would also be pursued for eligible projects, to the extent 
feasible, to offset costs borne by ratepayers. 


1. Daly City Recycled Water Expansion (Regional, Normal- and Dry-Year 
Supply, 3 mgd) 


Project Description: The SFPUC and North San Mateo County Sanitation District 
(NSMCSD, or Daly City) have been exploring ways to increase the recycled water 
treatment capacity in Daly City to serve additional customers and decrease 
irrigation water withdrawals from the Westside Groundwater Basin, both in San 
Francisco and further south of Daly City. The majority of the irrigation demand met 
by groundwater withdrawals, approximately 2 mgd, serves cemeteries in Colma. 
An initial feasibility study completed in 2010 identified the capital requirements that 
would be needed to produce additional capacity at the existing treatment plant 
location. The study demonstrated that a new tertiary treatment facility would be 


4 While this potential project was identified in the 2015 UWMP, it has since been approved by 
Daly City following environmental review and has a higher likelihood of being implemented. 
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required onsite to produce additional capacity of up to 3.4 mgd. Currently, flows 
that exceed the capacity of the existing treatment plant are discharged into the 
Pacific Ocean. With this project, some of that discharge may be treated and used 
for irrigation. New facilities would include a treatment facility, pump station, 
distribution pipelines, and storage. 


Estimated Costs and Financing: The capital cost is estimated to be $85 million, 
which is budgeted for in the SFPUC’s 10-year capital planning horizon. The annual 
operations and maintenance (O&M) cost is estimated to be $3 million. This project 
may present regional benefits that would result in cost-sharing with Wholesale 
Customers because the replacement of groundwater used for irrigation with 
recycled water will result in a greater volume of groundwater storage that can be 
used in dry years as part of the SFPUC’s existing Groundwater Storage and 
Recovery project, approved by the SFPUC in 2014 in Resolution no. 14-0127. 


Permits and Approvals: Daly City adopted a Final Initial Study/Mitigated Negative 
Declaration (IS/MND) and Mitigation Monitoring and Reporting Program (MMRP) 
for the proposed project in September 2017. The SFPUC has not yet approved its 
participation in the project. Other permits and/or approvals that may be needed for 
this project include: BART, CAL/OSHA, San Francisco Bay RWQCB, and 
encroachment permits from Caltrans, Daly City, South San Francisco, SFPUC, San 
Mateo County, and Colma to construct distribution and storage facilities. 
Institutional agreements between the project partners for project construction and 
operation, as well as with the customers whose supplies will change from 
groundwater to recycled water, will also need to be developed. 


Estimated Acquisition: Construction may occur as soon as 2023 with operation 
beginning in 2027. 


2. Alameda County Water District Transfer Partnership (Regional, Normal- and 
Dry-Year Supply, 5 mgd) 


Project Description: Water would be acquired from Contra Costa Water District 
(CCWD) for delivery to Alameda County Water District (ACWD) through the South 
Bay Aqueduct utilizing a planned expansion of the Los Vaqueros Reservoir. 


Estimated Costs and Financing: The capital cost is estimated to be $50-150 
million, with an annual O&M cost of $2.5 million. 


Permits and Approvals: Planning and environmental review of the Los Vaqueros 
Reservoir Expansion is underway by CCWD, and has several objectives beyond 
water deliveries to the SFPUC. CCWD has identified over 15 permits, approvals 
and consultations that will be necessary such as Dredge and Fill, National Pollutant 
Discharge Elimination System (NPDES), Streambed Alteration, and Encroachment 
permits. These permits and approvals will be obtained by CCWD and/or its 
contractor. To enable a water supply transfer between ACWD and the SFPUC, 
water right modifications may be necessary and if additional infrastructure is 
needed, additional permits will be required. As this project is in the conceptual 
stage, permitting details have not yet been identified. 


Estimated Acquisition: Construction may occur as soon as 2028 with operation 
beginning in 2032. 


3. Brackish Water Desalination in Contra Costa County (Regional, Normal- and 
Dry-Year Supply, 9+ mgd) 


Project Description: The Bay Area Brackish Water Treatment (Regional 
Desalination) Project is a partnership between CCWD, East Bay Municipal Utility 
District (EBMUD), SFPUC, Santa Clara Valley Water District (SCVWD) and Zone 7 
to turn brackish water into a reliable, drought-proof drinking water supply, delivering 
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a total of up to 10-20 mgd in drought and non-drought years (i.e., dry and normal 
years), throughout the region. A new brackish water treatment plant would be 
constructed in East Contra Costa and tie into the existing CCWD system for 
delivery through Los Vaqueros Reservoir and the South Bay Aqueduct, or delivery 
via a connection with EBMUD. 


The SFPUC would rely on existing infrastructure and institutional agreements to 
receive water transfers from partner agencies. For planning and cost estimation 
purposes, it was assumed that the SFPUC’s share of the regional water supply 

would be 9 mgd in all year types; however, if additional capacity is available, the 
SFPUC may secure additional water supply, based on negotiations with partner 
agencies. 


Estimated Costs and Financing: The capital cost is estimated to be $200-800 
million, with an annual O&M cost of $12-20 million. 


Permits and Approvals: To proceed, this concept would require extensive 
institutional agreements, permitting, and environmental review. Construction of a 
new desalination plant will require construction and operating permits such as 
NPDES, Dredge and Fill, consultations with federal and state agencies, and others. 
In addition, water rights will need to be secured and/or modified. In California, 
permitting and regulatory approvals of desalination projects has typically taken 10- 
18 years. In addition, institutional agreements among partner agencies will be 
needed. 


Estimated Acquisition: Construction may occur as soon as 2032 and be phased 
so that 5-9 mgd would be available to the region by 2035 and a total of 5-11 mgd 
would be available after 2040. 


4. ACWD-USD Purified Water Partnership (Regional, Normal- and Dry-Year 
Supply, 5 mgd) 


Project Description: This may be an indirect or direct potable reuse project that 
would inject highly-treated water from Union Sanitary District (USD) for 
groundwater recharge, then recover the water through the ACWD Brackish 
Groundwater Desalination Plant. How the water is transferred to the SFPUC 
remains to be determined. 


Estimated Costs and Financing: The capital cost is estimated to be $200-400 
million, with an annual O&M cost of $2.5 million. 


Permits and Approvals: An initial assessment will be underway in 2019, which 
will identify potential project scenarios. Permitting and approvals for a project will 
dépend on its design and nature, which have not yet been identified. 


Estimated Acquisition: Construction may occur as soon as 2038 with operation 
beginning in 2045. 


5. Crystal Springs Purified Water (Regional, Normal- and Dry-Year Supply, 6+ 
mgd) 


Project Description: This is an indirect potable reuse project that would blend 
wastewater from Silicon Valley Clean Water and possibly San Mateo into Crystal 
Springs Reservoir and treat the blended water at Harry Tracy Water Treatment 
Plant for potable reuse. 


Estimated Costs and Financing: The capital cost is estimated to be $400-700 
million, with an annual O&M cost of $18-25 million. 
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Permits and Approvals: Construction and operating permits would be required for 
this project. They would likely include NPDES, Encroachment, consultations with 
state and federal agencies, and others. Surface water augmentation is regulated by 
the SWRCB, and consultations and public hearings would be required. 


Estimated Acquisition: Construction may occur as soon as 2034 and be phased 
so that 3-5 mgd would be available to the region by 2035 and a total of 3-7 mgd 
would be available after 2040. 


6. Eastside Purified Water (Retail, Normal- and Dry-Year Supply, 5 mgd) 


Project Description: A purified water plant would be constructed at the Southeast 
Treatment Plant to blend wastewater with Regional Water System supplies for 
potable use. 


Estimated Costs and Financing: The capital cost is estimated to be $220-400 
million, with an annual O&M cost of $5-10 million. 


Permits and Approvals: There is currently no regulatory framework in place to 
enable direct potable reuse. In California, no regulations are anticipated before 
2025, but it is anticipated that extensive consultation will be required with the 
SWRCB. In addition, construction and operating permits and approvals will be 
required, as identified. 


Estimated Acquisition: Construction may occur as soon as 2025 with operation 
beginning in 2030. 


7. San Francisco Eastside Satellite Recycled Water Facility (Retail, Normal- and 
Dry-Year Supply, < 1 mgd) 


Project Description: A centralized recycled water treatment facility would be 
constructed on the eastern side of San Francisco, along with pipelines and a 
storage reservoir, to meet demands not addressed by the Non-potable Water 
Ordinance and Auxiliary Water Supply System (AWSS). 


Estimated Costs and Financing: The capital cost is estimated to be $200 million, 
with an annual O&M cost of $2.5 million. 


Permits and Approvals: |n addition to construction-related permits and approvals, 
this project would require a permit from the Regional Water Quality Control Board 
under its General Order for water reuse. Discharges from the recycled water 
treatment plant to the San Francisco Bay would also require NPDES permitting by 
the Regional Water Quality Control Board. 


Estimated Acquisition: Construction may occur as soon as 2032 with operation 
beginning in 2037. 


8. Additional Storage Capacity in Los Vaqueros Reservoir from Expansion 
(Regional) 


Project Description: Expansion of storage capacity in Los Vaqueros is to allow 
the ACWD Transfer Partnership and Brackish Water Desalination in Contra Costa 
County to be optimized. 


Estimated Costs and Financing: The capital cost is estimated to be $20-50 
million. SFPUC’s portion of the project yield and cost share are not yet known. The 
annual O&M cost is yet to be estimated. 
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Permits and Approvals: Planning and review of the Los Vaqueros Reservoir 
Expansion is underway by CCWD, and has several objectives beyond water 
deliveries to the SFPUC. CCWD has identified over 15 permits, approvals and 
consultations that will be necessary such as Dredge and Fill, NPDES, Streambed 
Alteration, and Encroachment permits. These permits and approvals will be 
obtained by CCWD and/or its contractor. To enable a water supply transfer 
between ACWD and the SFPUC, water rights modifications may be necessary and 
if additional infrastructure is needed, additional permits will be required. As this 
project is in the conceptual stage, permitting details have not yet been identified. 


Estimated Acquisition: Construction may occur as soon as 2021 with operation 
beginning in 2027. 


9. Calaveras Reservoir Expansion (Regional) 


Project Description: Calaveras Reservoir would be expanded to create 289,000 
AF additional capacity to store excess Regional Water System supplies or other 
source water in wet and normal years. In addition to reservoir enlargement, the 
project would involve infrastructure to pump water to the reservoir, such as pump 
stations and transmission facilities. 


Estimated Costs and Financing: The costs of this project is yet to be determined. 


Permits and Approvals: Similar to Los Vaqueros Reservoir Expansion, this 
project would require numerous permits, approvals and consultations, such as 
Dredge and Fill, NPDES, Streambed Alteration, Encroachment, possible water 
right modifications, etc. These permits and approvals will be obtained by SFPUC 
and/or its contractor. As this project is in the conceptual stage, permitting details 
have not yet been identified. 


Estimated Acquisition: Construction may occur as soon as the early 2040s with 
operation beginning around 2050. 


Even if all the capital projects above are implemented, the total amount of water and 
storage yielded would not be enough to make up for the dry year shortfall that may 
result from implementation of the Bay-Delta Plan Amendment as adopted, and would 
occur years after such shortfalls begin. Thus, the SFPUC continues to proactively 
explore opportunities for reuse and innovation, such as the following policies and 
ordinances: 


e Evaluation of Recycled Water Throughout Service Area (Regional and 
Retail) 


Wastewater treatment plants throughout the SFPUC service area would be 
surveyed to identify potential non-potable, indirect potable, and direct potable 
projects. 


e Innovative Technology Project Funding (Retail) 


SFPUC would award grants for innovative demonstration projects that would 
increase water efficiency and availability (e.g., fog catchers, heat exchangers 
in non-potable water systems, rainwater for potable use, breweries treating 
process water for reuse). 


e New Development Potable Offset Ordinance (Retail) 


The Board of Supervisors could adopt an ordinance requiring certain large 
development projects, to offset the water demand impacts above historical 
water consumption averages for the corresponding parcel(s). Developments 
could be required to achieve a certain offset of potable demands. 
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3.0 Water Demand 


This section reviews the climatic and demographic factors that may affect San 
Francisco’s water use, projected retail water demands, and the demand associated 
with the proposed project. 


3.1 Climate 


San Francisco has a Mediterranean climate. Summers are cool and winters are mild 
with infrequent rainfall. Temperatures in the San Francisco area average 57 degrees 
Fahrenheit annually, ranging from the mid-40s in winter to the upper 60s in late 
summer. Strong onshore flow of wind in summer keeps the air cool, generating fog 
through September. The warmest temperatures generally occur in September and 
October. Rainfall in the San Francisco area averages about 22 inches per year and is 
generally confined to the “wet” season from late October to early May. Except for 
occasional light drizzles from thick marine stratus clouds, summers are nearly 
completely dry. A summary of the temperature and rainfall data for the City of San 
Francisco is included in Table 1. 


Table 1: San Francisco Climate Summary 













September 
October 



























November 


Annual 63.3 
Average 


Source: Western Regional Climate Center (www.wrcc.dri.edu), 1981-2010 data from two San 
Francisco monitoring stations (Mission Dolores/SF#047772 and Richmond/SF#047767). 













3.2 Proposed Project Water Demand 


The project sponsor's consultants provided a memo describing the methods and 
assumptions used to estimate the water demand of the proposed project, along with 
the resulting demand (Attachment B). 


Because the proposed project must comply with San Francisco’s Non-potable Water 
Ordinance (Article 12C of the San Francisco Health Code), estimates for both potable 
and non-potable demands were submitted as part of the WSA request. The Non- 
potable Water Ordinance requires new commercial, mixed-use, and multi-family 
residential development projects with 250,000 square feet or more of gross floor area 
to install and operate an onsite non-potable water system. Such projects must meet 
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their toilet and urinal flushing and irrigation demands through the collection, treatment, 
and use of available graywater, rainwater, and foundation drainage. While not required, 
projects may use treated blackwater or stormwater if desired. Furthermore, projects 
may choose to apply non-potable water to other non-potable water uses, such as 
cooling tower blowdown and industrial processes, but are not required to do so under 
the ordinance. As indicated in the water demand memo provided on behalf of the 
project sponsor in Attachment B, the proposed project would meet the requirements of 
the Non-potable Water Ordinance by using graywater and rainwater to meet toilet and 
urinal flushing and irrigation. 


Both potable and non-potable demands for the project were estimated using the 
SFPUC’s Non-potable Water Calculator. The SFPUC reviewed the memo to ensure 
that the methodology is appropriate for the types of proposed water uses, the 
assumptions are valid and thoroughly documented along with verifiable data sources, 
and a professional standard of care was used. The SFPUC concluded that the demand 
estimates provided on behalf of the project sponsor are reasonable. Water demand 
associated with the proposed project over the 20-year planning horizon is shown in the 
following Table 2. 


The non-potable demand estimates in Table 2 are based on building uses anticipated 
at the time the WSA was requested, i.e., during the planning and environmental review 
stage of the proposed project. It is understood that these estimates will likely change as 
the proposed project's design progresses, and information submitted for the WSA 
request is not part of the proposed project's compliance with the Non-potable Water 
Ordinance. City review and approval of a proposed onsite water system must be 
performed separately through the Non-potable Water Program. However, the intent of 
providing a breakdown of potable and non-potable demand estimates in this WSA is to 
demonstrate that the proposed project will incorporate water reuse per City 
requirements and the proposed project's sustainability goals, if any. As noted earlier, 
the total demand of the proposed project, regardless of non-potable use, is already 
encompassed in the 2015 UWMP water demand projections. Furthermore, total 
demand represents the most conservative estimate and accounts for back-up potable 
supplies that must be provided by the SFPUC in the event that non-potable supplies 
serving the proposed project are unavailable. 


Table 2: Water Demand Based on Project Phasing 






ite 












Potential Potable Water 
84.8% 84.7% 
Notes: 


Savings as Percentage of 

Total Demand 

Total demand conservatively assumes that all demands are met with potable supplies. For the 
estimated portion of demands that could be met with non-potable supplies, refer to Attachment B. 














mgd = million gallons per day 















The San Francisco Planning Department has determined that the proposed project is 
encompassed within the projections presented in LUA 2012 as indicated in the letter 
from the Planning Department to the SFPUC (Attachment A). Therefore, the demand of 
the proposed project is also encompassed within the San Francisco retail water 
demands that are presented in Section 4.1 of the UWMP, which considers retail water 
demand based on the LUA 2012 projections. The following Table 3 shows the demand 
of the proposed project relative to total retail demand. 
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Table 3: Proposed Project Demand Relative to Total Retail Demand 


Total Retail Demand (mgd)! 
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Potable Demand of 
0.001 0.001 














Proposed Project (mgd) 








Potable Demand of 
Proposed Project as 
Percentage of Total Retail 
Demand 










0.001% | 0.001% 








Total Demand of Proposed 
Project (mgd) 






0.006 0.006 










Total Demand of Proposed 
Project as Percentage of 
Total Retail Demand® 


Notes: 

1. Retail water demands per Table 4-1 of the UWMP, except for the 2020 demand projection, 
which was re-projected to take into account the lower demands being experienced due to the 
recent drought and the lag in occupancy of built units. 

2. The proposed project is accounted for in the LUA 2012 projections, and subsequently, total 
demands associated with the proposed project are accounted for in the 2015 UWMP retail water 
demand projections. 
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4.0 Conclusion 


4.1 Comparison of Projected Supply and Demand 


4.1.1 Scenario 1: No Implementation of the Bay-Delta Plan Amendment or the 
Voluntary Agreement 


Table 4 below is adapted from Section 7.5 of the UWMP (Table 7-4) and compares 
the SFPUC’s retail water supplies and demands through 2040 during normal year, 
single dry-, and multiple dry-year periods under Scenario 1. 


Local supplies (i.e., supplies not from the RWS) correspond to those in Table 6-7 of 
the UWMP. Procedures for determining RWS supply availability per the SFPUC’s 
WSAP, applicable to all three scenarios, are described in Section 8.3 of the UWMP. 


The projections shown in Table 4 differ from those in the 2015 UWMP due to two 
reasons. First, the 2009 Water Supply Agreement between SFPUC and its Wholesale 
Customers was recently amended and approved by the Commission on December 11, 
2018 by Resolution No. 18-0212. Table 4 incorporates the minimum level of 5% 
rationing during supply shortages as required by the amendment, and therefore, the 
resulting shortfalls are greater than those previously projected in the 2015 UWMP. 


Second, the projections in Table 4 differ from those in the 2015 UWMP because Table 
4 reflects SFPUC’s full 8.5-year design drought sequence instead of the minimum 3- 
year sequence required to be provided in the 2015 UWMP. Under legislation adopted 
in 2018 (S.B. 606) future UWMPs will be required to project water supply availability 
during a minimum of 5 years of continuous drought (Water Code section 10631(b)(1)). 


As explained previously in Section 3.2, water demands associated with the proposed 
project are already captured in the retail demand projections presented in the UWMP. 
The proposed project is expected to represent up to 0.008% of the total retail water 
demand. Total retail demands correspond to those in Table 4-1 of the UWMP, and 
reflect both passive and active conservation, as well as water loss. 
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As shown in Table 4, under Scenario 1 without implementation of the Bay-Delta Plan 
Amendment, existing and planned supplies would meet all projected RWS demands in 
all years except for an approximately 3.6-6.1 mgd, or 5-7%, shortfall during dry years 
through the year 2040. This relatively small shortfall is primarily due to implementation 
of the amended 2009 Water Supply Agreement. To manage a small shortfall such as 
this, the SFPUC may prohibit certain discretionary outdoor water uses and/or call for 
voluntary rationing by its retail customers pursuant to its Retail Water Shortage 
Allocation Plan (Appendix L of the UWMP). The required level of rationing is well 
below the SFPUC’s RWS LOS goal of limiting rationing to no more than 20% ona 
system-wide basis (i.e., an average throughout the RWS). 
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4.1.2 Scenario 2: Implementation of the Voluntary Agreement 


As stated earlier, the March 1st Proposed Voluntary Agreement has yet to be accepted 
by SWRCB as an alternative to the Bay-Delta Plan Amendment and thus the shortages 
that would occur with its implementation are not known with certainty. However, given 
that the objectives of the Voluntary Agreement are to provide fishery improvements 
while protecting water supply through flow and non-flow measures, the RWS supply 
shortfalls under the Voluntary Agreement would be less than those under the Bay-Delta 
Plan Amendment, and therefore would require rationing of a lesser degree than that 
which would occur under Scenario 3. The degree of rationing would also more closely 
align with the SFPUC’s RWS LOS goal of limiting rationing to no more than 20% on a 
system-wide basis in drought years. This goal was adopted in 2008 by the Commission 
(Resolution No. 08-0200). 


4.1.3. Scenario 3: Implementation of the Bay-Delta Plan Amendment 


Table 5 below provides projected supplies and demands under Scenario 3. The RWS 
is projected to experience significant shortfalls in single dry and multiple dry years 
starting as soon as 2022 and through 2040, regardless of whether the proposed project 
is constructed. These significant shortfalls are a result of implementation of the Bay- 
Delta Plan Amendment and not attributed to the incremental retail demand associated 
with the proposed project. Shortfalls would range from about 12 to 45 mgd, 
corresponding to rationing in the retail service area ranging 16-50%, over the next 20 
years. 


lf additional water supplies were not acquired before the Bay-Delta Plan Amendment 
were implemented, the SFPUC would impose customer rationing to help balance water 
supply deficits during dry years. 


Given the severity of the reduction in RWS supply with implementation of the Bay-Delta 
Plan Amendment, existing and planned dry-year supplies would not be enough to meet 
projected retail demands without rationing above the SFPUC’s RWS LOS goal of 
limiting rationing to 20% on a system-wide basis for all dry years starting as soon as 
2022. Although the WSAP does not address implications to retail supply during system- 
wide shortages above 20%, the WSAP indicates that if system-wide shortage greater 
than 20% were to occur, RWS supply would be allocated between retail and Wholesale 
Customers per the rules corresponding to a 16-20% system-wide reduction, subject to 
consultation and negotiation between the SFPUC and its Wholesale Customers to 
modify the allocation rules. The allocation rules corresponding to the 16-20% system- 
wide reduction are reflected in Table 5 above for Scenario 3. These allocation rules 
result in shortfalls of 16-50% across the retail service area as a whole under Scenario 
a 
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4.2 Rationing Implications to the Proposed Project 


While the levels of rationing described above apply to the retail service area as a whole 
(i.e., 5-7% under Scenario 1, 16-50% under Scenario 3), the SFPUC may allocate 
different levels of rationing to individual retail customers based on customer type (e.g., 
dedicated irrigation, single family residential, multi-family residential, commercial, etc.) 
to achieve the required level of retail system-wide rationing. Allocation methods and 
processes that have been considered in the past and may be used in future droughts 
are described in the SFPUC’s current Retail Water Shortage Allocation Plan 
(Appendix L of the UWMP). However, additional allocation methods that reflect 
existing drought-related rules and regulations adopted by the Commission during the 
recent drought (2015-2016 Drought Program adopted by Resolution 15-0119) are more 
pertinent to current and foreseeable development and water use in San Francisco and 
may be included in the SFPUC’s update to its Retail Water Shortage Allocation Plan. 
The updated Retail Water Shortage Allocation Plan will be brought forward to the 
Commission along with the 2020 Urban Water Management Plan for consideration and 
adoption through a public hearing process in 2021. It is anticipated that the updated 
Retail Water Shortage Allocation Plan would include a tiered allocation approach that 
imposes lower levels of rationing on customers who use less water than similar 
customers in the same customer class, and would require higher levels of rationing by 
customers who use more water. This approach aligns with the SWRCB’s statewide 
emergency conservation mandate imposed during the recent drought, in which urban 
water suppliers who used less water were subject to lower reductions than those who 
used more water. Imposing lower rationing requirements on customers who already 
conserve more water is also consistent with the implementation of prior rationing 
programs based on past water use, in which more efficient customers were allocated 
more water through an appeal process administered by the General Manager. Staff 
expects that under a future Retail Water Shortage Allocation Plan adopted by the 
Commission, the allocation method or combination of methods that would be applied 
during water shortages caused by drought would similarly be subject to the discretion 
of the General Manager. 


The SFPUC anticipates that, as a worst-case scenario under Scenario 3, a commercial 
and industrial customer such as the proposed project could be subject to up to 30% 
rationing during a severe drought.° In accordance with the Retail Water Shortage 
Allocation Plan, the level of rationing that would be imposed on the proposed project 
would be determined at the time of a drought or other water shortage and cannot be 
established with certainty prior to the shortage event. However, newly-constructed 
buildings, such as the proposed project, have water-efficient fixtures and non-potable 
water systems that comply with the latest regulations. Thus, if these buildings can 
demonstrate below-average water use, they would likely be subject to a lower level of 
rationing than other retail customers that meet or exceed the average water use for the 
same customer class. 





5 This worst-case rationing level for San Francisco multi-family residential was estimated for the 
purpose of preparing comments on behalf of the City and County of San Francisco on the 
SWRCB’s Draft Substitute Environmental Document in Support of Potential Changes to the Bay- 
Delta Plan, dated March 16, 2017. See comment letter Attachment 1, Appendix 3, Page 5, Table 
3. The comment letter and attachments are available on the SWRCB website: 
https://www.waterboards.ca.gov/public_notices/comments/2016_baydelta_plan amendment/doc 
s/dennis_herrera.pdf. The rationing estimates prepared for the comment letter apply to the first 6 
years of the SFPUC’s 8.5-year design drought as they reflect the 1987-92 drought. For the last 
2.5 years of the design drought, a corresponding worst-case rationing level for San Francisco 
multi-family residential customers was not estimated. While the level of rationing imposed on the 
retail system will be higher for the outer years of the design drought compared to the first 6 
years, it is reasonable to assume that commercial and industrial customers with onsite water 
systems per the Non-potable Water Ordinance would not have to conserve more than 30% due 
to the efficiency of water use in these developments compared to other commercial and 
industrial customers without onsite water systems. 
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4.3 Findings 


Regarding the availability of water supplies to serve the proposed project beginning in 
2024, the SFPUC finds, based on the entire record before it, as follows: 


e During normal years, the SFPUC’s total projected water supplies will meet the 
projected demands of its retail customers, including those of the proposed 
project, existing customers, and foreseeable future development under 
Scenario 1, Scenario 2, and Scenario 3. 


e During single dry years and multiple dry years under Scenario 1—No 
implementation of the Bay-Delta Plan Amendment or the March 1st Proposed 
Voluntary Agreement—the SFPUC can meet the projected demands of its 
retail customers, including those of the proposed project, existing customers, 
and foreseeable future development without the need for rationing beyond the 
LOS goal of 20% system-wide rationing. Based on past hydrology, statistically 
speaking dry years occur roughly once out of every 10 years. 


e During single dry years and multiple dry years under Scenario 2— 
Implementation of the March 1st Proposed Voluntary Agreement—the SFPUC 
would still face a shortfall in single dry and multiple dry years, thus requiring 
rationing, but to a lesser degree and in closer alignment to the LOS goal of no 
more than 20% system-wide rationing compared to that which would occur 
under Scenario 3. 


e During single dry years and multiple dry years under Scenario 3— 
Implementation of the Bay-Delta Plan Amendment—the SFPUC cannot reliably 
meet the projected demands of its retail customers, including the proposed 
project, existing customers, and foreseeable future development, without 
rationing at a level greater than that required to achieve the LOS goal of a 
maximum of 20% system-wide average rationing starting as soon as 2022. The 
SFPUC estimates it would impose up to 50% rationing across the retail service 
area and up to 30% rationing for commercial and industrial customers such as 
the proposed project. 


Approval of this WSA by the Commission is not equivalent to approval of the 
development project for which the WSA is prepared. A WSA is an informational 
document required to be prepared for use in the City’s environmental review of a 
project under CEQA. It assesses the adequacy of water supplies to serve the proposed 
project and cumulative demand. 


Furthermore, this WSA is not a “will serve” letter and does not verify the adequacy of 
existing distribution system capacity to serve the proposed project. A “will serve” letter 
and/or hydraulic analysis must be requested separately from the SFPUC City 
Distribution Division to verify hydraulic capacity. 


While this WSA contains information provided by or on behalf of the project sponsor 
regarding the proposed project's plans for onsite water reuse and demand estimates 
using the SFPUC’s Non-potable Water Calculator, any information submitted to the 
SFPUC for preparation of this WSA does not fulfill the requirements of the Non-potable 
Water Ordinance. City review and approval of a proposed onsite water system must be 
performed separately through the Non-potable Water Program. 


lf there are any questions or concerns, please contact Steve Ritchie at (415) 934-5736 


or SRitchie@sfwater.org. 


Attachments: Attachment A, Communications from San Francisco Planning 
Department 
Attachment B, San Francisco Gateway Project Demand Memo 
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DATE: June 13, 2013 

TO: SF Planning EP Planners & SFPUC Planners 

FROM: Scott T. Edmondson, AICP; Aksel Olsen 

RE: Project Types Represented in the Land Use Allocation 


This Memorandum explains the Planning Department’s Land Use Allocation (LUA) and the types of 
projects included in the LUA. The 2012 LUA is the most recent update and uses the Association of Bay 
Area Governments’ (ABAG) May 2012 Jobs-Housing Connection Scenario. As this memorandum 
explains, the Planning Department expects that the LUA will encompass the vast majority of 
development proposals that project sponsors will present to the Planning Department. This 
memorandum also identifies possible unusual circumstances under which EP Planners and the SF PUC 
Planners may want to consult further with the Planning Department's Information and Analysis Group 


to determine whether a project is encompassed within the LUA. 
ABAG'’s Projections of San Francisco’s Economic Growth and the LUA 


The LUA takes ABAG’s 30-year projections of citywide household and job growth and allocates them to 
smaller geographic units, in this case, the traffic analysis zones of the SF Transportation Authority’s 
Countywide Transportation Model. Thus, the LUA does not project growth but simply allocates ABAG’s 
growth projections to subarea locations within the city. The current 2012 LUA uses ABAG’s Jobs-Housing 
Connection Scenario projections for San Francisco and covers the period from 2010 to 2040; these 


projections were released in May 2012 and are represented in five-year increments. 


ABAG derives its demographic and economic growth projections from assumptions about long-term 
demographic and economic growth.! ABAG maintains its own set of regional models and develops each 
forecast with its in-house experts and private economic consultants.? The forecasting is informed by the 
best information and assumptions available through federal and State agencies, such as the State 
Department of Finance, and private sources. However, ABAG develops its forecast based on local 
knowledge from over 50 years of forecasting and develops the forecast to reflect local conditions in 
contrast to more general forecasting assumptions of State or federal sources. ABAG’s estimate of total 
citywide growth for the 30-year period is expected to best represent actual growth at the end of the 30- 
year period. However, projected growth for any portion of the projection period, such as growth in a one- 
year or a five-year period, would be expected to vary from actual growth in such periods. Within the 30- 
year growth projection period, higher than average growth periods could be followed by lower than 


average growth periods such that growth over the period would ultimately equal the projected 30-year 
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total. All projection methodologies make assumptions based on the best available information at the time. 
To minimize the effects of imprecision intrinsic to any projections methodology when used in for 
planning decisions, ABAG follows professional best practices and updates its projections every two years. 
Accordingly, the Planning Department updates its LUA every two years. The planning practice of 
frequently updating projections and plans allows the incorporation of new information over time to 


provide for the most up-to-date projections. 


The SFPUC updates its Urban Water Management Plan (UWMP) every five years. The UWMP typically 
relies on LUA projections or similar information. But, because the LUA is updated every two years, the 
SFPUC may want to review the LUA issued within SFPUC’s 5-year UWMP cycle; and if it varies in a 
significant way from the SFPUC’s projections used in its UWMP, discuss with Planning whether it should 


make any changes in its own water supply needs assessment during an UWMP cycle. 
Types of Projects Included in the LUA 


The LUA translates ABAG’s projected household and job growth into total expected development in San 
Francisco over a 30-year period. The LUA translates ABAG’s household growth into residential housing 
units and ABAG’s job growth into commercial space.* Thus, the LUA projections of housing units and 
commercial space include all project types expected from San Francisco growth, such as housing, office, 
retail, production-distribution-repair (PDR), visitor, and cultural-institutional-educational (CIE). The 
LUA does not exclude any project type or potential growth. As such, the LUA and the ABAG economic 
projections upon which it is based contain the best estimates available of reasonably foreseeable growth 


and development in San Francisco over a 30-year period. 
Unusual Circumstances 


The LUA can be considered to include all reasonably expected growth and development and it is 
frequently updated to correct for expected variations. Nevertheless, there are possible unusual 
circumstances under which the EP Planners or SFPUC Planners may want to request further Planning 
Department consultation with the Information and Analysis Group to determine if a particular project 
falls within the LUA. ABAG’s projections and the Department’s LUA take into account urban economic 
trends and based on that information capture all reasonably foreseeable growth in San Francisco. Limited 
capital and aggregate demand of any urban economy constrains growth. However, occasionally the 
reality or perception may arise that a project lies outside the normal growth constraints of the San 
Francisco economy for some reason, and therefore lies outside ABAG’s projection’s and the Department's 


current spatial allocation in its LUA. 


One can envision the rare case of a project arising outside the City’s economy (demand and capital) from 
an organization not located in San Francisco using nonprofit foundation funds or private donations to 
construct a large institutional project in San Francisco, such as a major hospital, a university, or an office 
complex. These projects would represent spending and demand beyond that normally active in the San 
Francisco economy, and therefore represent net additions to projected growth beyond that captured by 


ABAG’s projections and reflected in the Department’s LUA. Indicative characteristics of such projects 
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would include those with non-local sponsors, of large size, and for an institutional land use. 
Alternatively, very large project proposals from local project sponsors active in the SF economy involving 
a large site, land assembly, a planned unit development (PUDs), master plans, or area plan and rezoning 
proposals may warrant individual assessment for a range of reasons even though they are likely captured 
in ABAG’s projections and the LUA. Such projects would be similar to recent projects such as Hunters 
Point/Candlestick, Park Merced, Treasure Island, Pier 70 Master Plan, Eastern Neighborhoods, or the 


Transit Center District Plan. 


The bi-annual update of ABAG’s projections and the LUA would be able to capture development 
associated with such projects. However, should such a project be proposed between updates, the EP 
Planners and SFPUC could treat its appearance as sufficient cause to request the Planning Department's 


assistance in determining whether to consider the project outside the latest LUA projections. 


' Please see ABAG’s summary of its research and forecasting on its website: http://www.abag.ca.gov/planning/research/index.html 





> ABAG describes its current Jobs-Housing Scenario policy-based forecast here: 


http: Appendices Low Res.pdf. 





onebayarea.or Connection Strate 





3 The LUA citywide totals only differ slightly, up to within one percent of ABAG totals (+/-). The difference is produced by LUA’s 
complex method of translating ABAG projections into development (residential units and commercial space) and allocating total 
citywide growth to subarea locations. The minor difference between the LUA and ABAG citywide totals is real in absolute terms, 
but not in the sense that they are different projections. The one percent difference does not constitute a difference of projections. 
ABAG and MTC consider variation of one percent in citywide totals, plus or minus, as sufficiently representing ABAG’s projections 
for consistency with the MTC regional projections and modeling purposes (congestion management, etc.). Even if a few versions of 
the LUA must be done to make minor subarea spatial allocation corrections, as long as the LUA’s citywide totals are within one 
percent of ABAG’s projections, and ABAG’s projections have not changed, the LUA citywide totals have not effectively changed 
either. Any of those LUA versions’ citywide totals fully represent the same unchanged ABAG projection totals. 
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DATE: March 23, 2020 
TO: Fan Lau, SFPUC 


FROM: David Young, Environmental Planning 


CE; Elizabeth White, Environmental Planning 

RE: 749 Toland Street/2000 McKinnon Avenue Project Water Supply 
Assessment Request (Planning Department Case No. 2015- 
012491ENV) 


The purpose of this memorandum is to request that the San Francisco Public Utilities 
Commission (SFPUC) prepare a Water Supply Assessment (WSA) for the proposed SF Gateway 
project, in compliance with CEQA Guidelines Section 15155 and Sections 10910 through 10915 
of the California Water Code. 


The project site is located in the Bayview Hunters Point Plan area. The site consists of two 
addresses, 749 Toland Street and 2000 McKinnon Avenue (Block 5284A, Lot 008, and Block 
5287, Lot 002). The parcels are bounded by Kirkwood Avenue to the north, Rankin Street to the 
east, McKinnon Avenue to the south, and Toland Street to the west. The two sites combine for 
a total site area of approximately 743,800 square feet (17.1 acres). The proposed San Francisco 
Gateway project (proposed project) would construct two new mixed-use, multi-story 
production, distribution, and repair (PDR) buildings to provide new industrial and retail space 
for the city. 


The proposed project would demolish the four existing buildings to construct two new three- 
story buildings (with active roofs). Each building would include: 1,166,800 sf of PDR space, 
4,200 sf of retail space, and 492,400 sf of vehicle related spaces (ramps, vehicle staging, and 
parking areas) totaling 1,080,000 per building. The total gross square footage of the project (both 
buildings) is 2,160,000 gsf . The projects would include 48 lockers and 8 showers. Each building 
would have a maximum height of approximately 97 feet (115 feet with rooftop appurtenances 
included). The proposed building west of I 280 at 749 Toland Street is “building A” and the 
proposed building east of I 280 at 2000 McKinnon Street is “building B.”). 


The project sponsor has provided project information intended to meet the requirements 
outlined in the SFPUC guidance memo dated September 6, 2016. The estimated construction 
dates are January 1, 2021 through February 1, 2024. A summary of the project description, 
average daily water demands, and supporting tables prepared by the project sponsor’s 
consultant (based on the SEPUC Non-Potable Water Calculator Version 6.0), are attached. 


Should you have questions or need additional information from the Planning Department or 
the project sponsor, please contact me at 415-575-9041 or david.l.young@sfgov.org. 


Memo 


PLANNING DEPARTMENT | MEMO. 


1650 Mission St. 
Suite 400 

San Francisco, 
CA 94103-2479 


Reception: 
415.558.6378 


Fax: 
415.558.6409 


Planning 
Information: 
415.558.6377 


€ PROLOGIS’ 
Memorandum 


To: David Young, San Francisco Planning Department 

From: Prologis, Project Sponsor 

Date: December 31, 2019 REV 1: March 19, 2020 

Re: San Francisco Gateway Project Water Supply Assessment Analysis (Case No. 2015- 


012491ENV) 


A. Introduction 


It has been determined that the proposed project at 749 Toland Street meets the CEQA Guidelines 
Section 15155(a)(1)(E) definition of a water-demand project as an industrial, manufacturing, or 
processing plant, or industrial park planned to house more than 1,000 persons, occupying more than 40 
acres of land, or having more than 650,000 square feet of floor area. Under CEQA Guidelines Section 
15155(b), a water assessment must be developed from the water supplier (SFPUC). This memorandum 
provides the necessary information for preparation of a Water Supply Assessment by the Planning 
Department and the SFPUC. 


B. Proposed Project 


The project sponsor, Prologis Inc., proposes to redevelop two parcels in a core industrial area of the City 
and County of San Francisco (city). The proposed San Francisco Gateway project (proposed project) 
would construct two new mixed-use, multi-story production, distribution, and repair (PDR)1 buildings to 
provide new industrial and retail space for the city. The project site is located within the Bayview 
Hunters Point Area Plan. The site consists of two parcels that combine for a total site area of 
approximately 743,800 square feet (17.1 acres). 


Four single-story buildings totaling approximately 448,000 square feet of PDR space currently occupy 
the site. The proposed project would demolish the four existing buildings and would construct two new 
three-story buildings (with active roofs). Each building would include: 1,166,800 sf of PDR space, 4,200 sf 
of retail space, and 492,400 sf of vehicle related spaces (ramps, vehicle staging, and parking areas) 
totaling 1,080,000 per building. The total gross square footage of the project (both buildings) is 
2,160,000 gsf . The details for each project are included in Table 2: Project Details. Additionally, the 
projects would include 48 lockers and 8 showers. Each building would have a maximum height of 
approximately 97 feet (115 feet with rooftop appurtenances included). As depicted in Figure 1, the 
proposed building west of I-280 at 749 Toland Street is “building A” and the proposed building east of 
|-280 at 2000 McKinnon Street is “building B.”). 


1 PDR use is a grouping of uses that includes but is not limited to: industrial and agricultural uses, ambulance services, 
animal hospital, automotive service station, automotive repair, automotive wash, arts activities, business services, cat boarding, 
catering service, commercial storage, kennel, motor vehicle tow service, livery stable, parcel delivery service, public utilities 
yard, storage yard, trade office, trade shop, wholesale sales, and wholesale storage. 


Figure 1 : Proposed Project Site Plan 
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Buildings A and B would be approximately the same size, shape, and dimensions, and would be oriented 
similarly onsite. These two buildings would include a one-way ramp system designed to provide full- 
service upper-level truck access to PDR spaces for tenants. Each building would include three levels of 
PDR and retail space with direct access to vehicle circulation, logistics yards, and rooftop parking, vehicle 
staging, and storage. 


Table 1: Basic Project Information 





Project Address 








Project Block/Lot(s) 







749 Toland Street & 2000 McKinnon 





5284A/008 and 5287/002 








Planning Department Case Number 





2015-012491ENV 





ENV Case Manager 








Zoning District 








Height/Bulk 








Estimated Construction Duration 





Current Land Use(s) 








Proposed Land Use(s) 


Site Size (sf) 





Elizabeth White 















PDR-2 





65-J 


2021-2024 


e PDR (with accessory office) 
e Retail 


743,800 sf (371,900 sf/building) 





Site Size (acres) 


Cy eG | 
17.1 acres (8.55 acres/building) 





Project Size (constructed GSF) 





2,160,000 gsf (1,080,000 gsf/building) 





Days of Operation / Annually 











365 





Table 2: Project Details 


LE secpennenelpeneas| Building A Building B Combined Buildings A and B 


371,900 square feet | 371,900 square feet 743,800 square feet 
(8.55 acres) (8.55 acres) (17.1 acres) 



















Gross Site Area 













560 feet by 660 feet | 560 feet by 660 feet Each lot: 560 feet by 660 feet 


Si sacle a a 
: : 


oe ee rien | 
Proposed Buildings pea Area Area 
i g (gross square feet) (gross square feet) (gross square feet) 


PDR (& other permitted) Uses 583,400 583,400 1,166,800 


4,200 4,200 8,400 




































587,600 587,600 1,175,200 











Logistics Yard 72,900 72,900 145,800 








Vehicle Circulation 





119,800 119,800 239,600 








299,700 299,700 599,400 











1,080,000 1,080,000 2,160,000 


Source: Prologis, Inc. 2019 


Notes: 
PDR = production, distribution, and repair 
All numbers are rounded approximations. 


1. Total gross site area includes portions of the rights-of-way of the surrounding streets and Selby Street. 


C. Proposed Water Usage 


Below is a complete accounting of all proposed water uses, with water volumes listed in units of 
gallons per year based on output calculated by the SFPUC Single Site Water Calculator (Version 6). 
The calculator outputs for both sites are attached. Both buildings are nearly identical with each 
building containing its own onsite system, thus each building has been calculated separately and 
totals have been aggregated in this memo to capture the full project totals. 


Table 3. Proposed Water Usage 


Single Building Project (bldgs A+B) 
Type of Use Annual Water Demand Annual Water Demand 
(Non-Potable) (Non-Potable) 








Indoor Use 


1,503,962 gpy 


urinals 144,281 gpy 288,562 gpy 
showerhead 10,005 gpy 20,010 gpy 











lavatory faucet 97,539 gpy 195,078 gpy 


Landscape Irrigation Demand 17,033 gpy 34,066 gpy 








Total (Potable + Non-Potable) 1,020,840 gpy 2,041,680 gpy 








Notes: 

Building A and B perform the same in terms of water demand and supply, thus project totals reflect a 
doubling of the single building totals. 

gpy = gallons per year. Totals are consistent with the SFPUC Non-potable Water Calculator and may not 
sum due to rounding 





These calculations were developed using the SFPUC’s Single Site Non-potable Water Calculator 
(Version 6). The irrigation demand is calculated using values in the SFPUC Calculator for landscape 
factors and evaporation rates during the year as they related to the amount of rainfall received on 
the landscape area, which is 3,500 sf. 


The number of employees that was included in the Calculator represents a conservative assumption 
of the gross area (square footage) per occupant for a typical PDR user. The Project’s typical user 
includes several main types of PDR uses including manufacturing and maker space, parcel delivery 
and last-mile delivery, wholesale and storage, and fleet management. An analysis of proprietary 
data internal to Prologis for the above use types generated the PDR occupant factor indicated in the 
Calculator. Including both the PDR and the retail uses, the total count for FTE is 1,687. 


D. Phasing of Project 


The Project consists of two buildings which will be built concurrently within a 25-month construction 
time. The construction of both buildings will generally occur concurrently with some staggering to 
allow for adequate staging and other construction logistics. Demolition of the existing buildings 
would start on one side of highway 280 (Selby Street) and would then roll over to the other side of 


280. This staggering would allow for construction staging to occur on-site, minimizing the impacts on 
the surrounding streets. Selby Street is expected to be closed for the duration of construction to 
facilitate equipment and material movement between the two parcels. Minimal staging, to facilitate 
both on and off-site improvements, is planned for Toland Street, Rankin Street, Kirkwood Avenue 
and McKinnon Avenue. No bus stops are expected to be impacted. Construction is likely to occur 
between 2021-2024. 


Because the Water Supply Assessment analyzes projected water supplies and demands through 
2040 in five-year intervals and the project construction is projected to be completed in 2024, 
demands estimated for the project are provided in this format in table 4 below. 





Table 4. Project Potable and Non-Potable Demand (2020 — 2040) 
Demand of Proposed 


2020- | 2024 2025 2030 2035 2040 
Project 2023 
Potable Demand 0.31 mgy | 0.31 mgy 





























0.31 mgy os may | mgy \kewnaty mgy 
Non-potable Demand 0 1.73 mgy : 1.73 mgy | 1.73 mgy 
Total Demand 0 2.04 mgy | 2.04 mgy | 2.04 mgy | 2.04 mgy | 2.04 mgy 
Notes: 






mgy = million gallons per year. Totals are consistent with the SFPUC Non-potable Water Calculator and may not sum 
due to rounding 







Building A and B perform the same in terms of water demand and supply, thus project totals reflect a doubling of the 
single building totals. 






E. Overall Site Water Management Approach 


The Project must comply with the Stormwater Management Requirements (SMR) regulated by the 
SFPUC, which requires new and redevelopment projects to manage stormwater runoff using green 
infrastructure (GI) where feasible. Gl is a stormwater management strategy that takes advantage of 
sustainable processes, such as infiltration and rainwater harvesting, to manage stormwater runoff at 
its source. 


As the Project site is within the Combined Sewer System (CSS) area with an existing imperviousness 
of greater than 50%, the SMR requires a stormwater management plan that reduces the stormwater 
runoff rate and volume. The Project will request a modified compliance with the first submittal of 
the Stormwater Control Plan. The modified requirements would be a 40% reduction in the rate and 
a 10% reduction in the volume of runoff for the 2-year, 24-hour design storm. Additionally, the SMR 
requires project applicants to assess the feasibility of meeting this requirement using rainwater 
harvesting before looking to other stormwater management/GI Approaches such as bioretention 
planters, permeable pavement, or green roofs. 


The most feasible Gl technologies for the Project are rainwater harvesting and flow-through 
bioretention planters. Due to the relatively high imperviousness assumed for the proposed Project, 
the reduced performance of lined flow-through bioretention planters, and the SFPUC’s technology 
priorities, rainwater harvesting is the best approach for achieving compliance efficiently. 


The Project also meets the criteria for and must comply with the City’s Non-potable Ordinance 
(NPO), which requires that new developments with greater than 250,000 square feet of gross floor 
area to implement an onsite water reuse system to meet non-potable demands. Additionally, the 
Project is subject to the Recycled Water Ordinance (RWO), which requires qualifying projects (e.g. 
projects with 40,000 gsf or more) located in the designated water use areas to provide building dual- 
plumbing for the following uses: irrigation and flushing toilets and urinals. 


The NPO requires that qualifying projects utilize where practicable rainwater (defined as runoff from 
building roofs and other above-ground surfaces, distinct from stormwater which in this context 
refers to runoff from at- or below-grade surfaces), graywater (wastewater from showers, bathroom 
sinks, and laundry), blackwater (wastewater containing bodily or other biological wastes, as from 
toilets, dishwashers, kitchen sinks, and utility sinks), or foundation drainage (nuisance subsurface 
water collected to maintain a building’s structural integrity or to dewater below grade floors that 
would typically be discharged into the sewer system) and use these alternate water sources to meet 
the following non-potable demands: cooling, toilet/urinal flushing, and irrigation. To the maximum 
extent practicable, the Project must either meet 100% of these required non-potable demands or 
utilize 100% of the available rainwater, graywater, and foundation drainage. Other non-potable 
demands, such as cooling tower makeup water or clothes washers, are not required but may be met 
by the water reuse system at the Project’s discretion. The Project does not require cooling beyond 
package HVAC units for the accessory office spaces, and does not other water uses at the site, such 
as washdown, laundry, kitchen or industrial process water. 


As this Project is subject to the requirements of the SMR, NPO, and RWO as well as Water Efficient 
Irrigation, Residential Water Conservation and Commercial Water Conservation Ordinances, there is 
a clear direction to reduce water consumption by pursuing a non-potable water reuse strategy that 
prioritizes the collection of rainwater to meet the SMR and supplemental use of graywater to meet 
NPO. 


A water balance analysis of the potential alternative sources and projected non-potable demands 
was based on: 


e Building constructed gross square footage (GSF) 

e Occupancy load factors per the SFPUC Non-potable Water Calculator 
e Water demand and fixture flowrates 

e Pervious and irrigated open space areas 


The building’s water demands that have the potential to be offset with reclaimed non-potable water 
include NPO mandatory offset demands such as flushing fixtures as well as indoor and outdoor 
irrigation. 


Rainwater collection is the main source for compliance of the SMR as the annual collected rainfall 
not only offsets the non-potable demands but also contributes to meeting the NPO which is 
supplemented by graywater reuse. The remaining options of water sources such as foundation 
drainage and blackwater were determined to be infeasible as the non-potable demands can already 
be met with a combination of rainwater and graywater. As such, adding additional sources would 
add cost and treatment variability to the Project. 


At the Project, rainwater and graywater from the buildings would be collected for storage, 
treatment, and use within the buildings for the demands as described above. It is anticipated that 
the equipment for the system will be located in a building services area at grade level of each 
building and accessible for regular operations and maintenance. Using the SFPUC Calculator’s 
estimated rainwater and graywater supply, the system is estimated to require approximately 
500,000 gallons of rainwater and graywater storage (250,000 gallons per building). The storage 
capacity has been sized to meet the daily demand of the non-potable water on the site with the 
intent to comply with the health and safety requirements for daily graywater storage indicated by 
San Francisco Department of Public Health (DPH). 


The reuse approach of rainwater and graywater is projected to offset 85% of the annual volume of 
potable water otherwise required for the Project and meets the stormwater management approach 
required by the SMR and 100% of the non-potable demands required by the NPO, by capturing 
100% of daily non-potable supply in dry weather months. 





NON-POTABLE WATER CA 
Project Summary Sheet 





Project Contact: Ken Sun 
510-661-4027 
ksun@prologis,com 


1, Demands and Supplies Summary 








San Francisco 


Water 


Estimated Site/Building Permit Issuance Date: 1/1/2021 


Grant Criteria Status: This building is 250,000 sq.ft. or greater in size and is not eligible for a grant 


Demands Met by Non-Potable Supply for Project (gpy): 


863,519/poes not meat grant criteria of offsetting 1,000,000 gal/yr of potable water use 





Demands Met by Non-Potable Supply for Project * : 


Project Total Annual Water Demand (gpy) °: 


re 


020,840 


Project Total Annual Toilet + Irrigation Water Demand (gpy) *: 913,295 


85% |Achieving estimated offset may require storage to store excess monthly supplies; 





Toilet + Irrigation Demands Met by Non-Potable Supply ©: 
Potable Water Allocation (gpy): 


Daily Wet Weather Potable Allocation (gpd): 
Daily Dry Weather Potable Allocation (gpd): 








Potable supplies are allocated to this project to meet remaining demands, Projects are allocated an additional 10% 
in potable supplies that are available as a buffer 
Projects are allocated these potable supplies during wet weather months (October - March) 





Projects are allocated these potable supplies during dry weather months (April - September) 


“Note: Estimates for Demands Met by Non-Potable Supply for Project and Project Total Annual Water Demand based on Tab 6 - Building Potential Summary total water demand values. Manually entered non-potable demands that exceed auto-calculated non- 
potable demands from Tab 6 may result in Total Annual Water demands greater than the value used in this analysis. 
Project Total Annual Toilet Water Demand and Toilet Demands Met by Non-Potable Supply based on Tab 6 - Building Potential Summary toilet demands 


2. Building Information Summary 





Project / Building Name: |SF Gateway 


Project Address: |749 Toland Street 


Building Type: 
(gross square footage or GSF): 


Total Lot Size (ft*) 
Number of Residential Units: 





Assessor's Block & Lot No. / APN: |5284A/008 


Year Online: |2024 


3. Summary of Non-Potable Demands and Supplies for the Project 


Non-Potable Water Supply Estimates 


Rainwater: |766,729 


Water Quantity 
On-site Alternate Water Source Supplies (gpy) 
Stormwater: 
Graywater: 
Blackwater: 


Foundation Drainage |0 









Impervious Surface Above Grade (ft”): 
Impervious Surface Below Grade (ft*): 
Landscaped Area (ft*): 


Site Location (Zone): 








Non-Potable Water Demand Estimates 
Project Specific Non-Potable Quantity 
Application Demands (gpy) 


Toilets/Urinals: |896,262 
Irrigation: 17 033 
Toilets/Urinals + Irrigation |913,295 


Cooling Tower: 





Cooling & Other Supplies 





Commercial Laundry & Other/0—Ss=~SsSS 


Total: 





TOTAL :|963,519 


4. Project Summary 





Demands Met by Non-Potable Supply for Projects (gpy): |a63,519 
Total Water Demand (gpy): | 1,020,840 





Based on Tab 6 - Building Potential Summary tab This offset analysis assumes the full year 





Total Water Demand Offset: |85% 


Potable Water Allocation (gpy): |173,052 Amount of Potable Water Allocated to Project to Meet Total Demands 


Daily Wet Weather Potable Allocation (gpd): 
Daily Dry Weather Potable Allocation (gpd): |2,139 


Tota! Toilet + Irrigation Water Demand (gpy): |913,295 Based on Tab 6 - Building Potential Summary tab 
Total Toilet + Irrigation Water Demand Offset: Based on Tab 6 - Building Potential Summary tab 








of supplies is available to offset non- 
potable demands, Some scenarios may 
require storage to store excess supplies 
from ane month in order to use thase 
supplies in another month with unmet 
demands. 


Amount of Potable Water Allocated Daily during Wet Weather Months 
Amount of Potable Water Allocated Daily during Dry Weather Months 





Selected Toilet + Irrigation Water Demand (gpy): |913,295 Based on selections on Tab 7 - Project Definition 
Selected Toilet + Irrigation Water Demand: |95% Based on selections on Tab 7 - Project Definition 


Monthly Summary of Selected Onsite Supply vs. Selected Non-Potable Demand 


250,000 











150,000 -——— 


Gallons Per Month 


100,000 


January February March 


April 2014 








August September October November December 


& Onsite Supplies @ Non-potable Demands 





8. Printable Project Summary 












Project Contact: Ken Sun 
510-661-4027 
ksun@prologis.com 


Estimated Site/Building Permit Issuance Date: 1/1/2021 





1. Demands and Supplies Summary 


Grant Criteria Status: This building is 250,000 sq.ft, or greater in size and is not eligible for a grant 


Demands Met by Non-Potable Supply for Project (gpy): 863,519! Does not meet grant criteria of offsetting 1,000,000 gal/yr of potable water use 





3s monthly supplies 


Demands Met by Non-Potable Supply for Project * : 85% |Achieving estimated offset may require storage to si 





Project Total Annual Water Demand (gpy) * : 1,020,840 
Project Total Annual Toilet + Irrigation Water Demand (gpy) *: 913,295 
Toilet + Irrigation Demands Met by Non-Potable Supply ©: 94.5% 








473,052 Potable supplies are allocated to this project to meet remaining demands. Projects are allocated an additional 10% 
: in potable supplies that are avaliable as a buffer. 
-1,198|Projects are allocated these potable supplies during wet weather months (October - March) 


Potable Water Allocation (gpy): 


Daily Wet Weather Potable Allocation (gpd): 
Daily Dry Weather Potable Allocation (gpd): 





2,139|Projects are allocated these potable supplies during dry weather months (April - September) 





“Note! Estimates for Demands Met by Non-Potable Supply for Project and Project Total Annual Water Demand based on Tab 6 - Building Potential Summary total water demand values. Manually entered non-potable demands that exceed auto-calculated non- 
potable demands from Tab 6 may result in Total Annual Water demands greater than the value used in this analysis. 
Project Total Annual Toilet Water Demand and Toilet Demands Met by Non-Potable Supply based on Tab 6 - Building Potential Summary toilet demands. 


2. Building Information Summary 










Project / Building Name: |SF Gateway 


Project Address: |2000 McKinnon Avenue 


Building Type: |PDF 
(gross square footage or GSF): (587,600 


Total Lot Size (ft* ): 371,900 


Number of Residential Units: |0 
Impervious Surface Above Grade (ft*): 257,000 





Assessor's Block & Lot No. / APN: |5284A/008 


Year Online: |2024 





Impervious Surface Below Grade (ft?): 4,863 





Landscaped Area (ft*):|4 750 
Site Location (Zone); |Eastern SF 








3. Summary of Non-Potable Demands and Supplies for the Project 


Non-Potable Water Supply Estimates Non-Potable Water Demand Estimates 




















Water Quantity Project Specific Non-Potable Quantity 
On-site Alternate Water Source Supplies (gpy) Application Demands (gpy) 
Rainwater: |766,729 Toilets/Urinals: |896,262 
Stormwater: |0 Irrigation: |17 033 
Graywater: |96,790 Toilets/Urinals + Irrigation |913,295 
Blackwater: Cooling Tower: 





Foundation Drainage 





Cooling & Other Supplies 





| 


0 
Commercial Laundry & Other |0 
Total: 943,295 








TOTAL : |863,519 





4, Project Summary 








Demands Met by Non-Potable Supply for Projects (gpy):|363,519 
Total Water Demand (gpy): |1,020,840 
Total Water Demand Offset: 
Potable Water Allocation (gpy): 
Daily Wet Weather Potable Allocation (gpd): 
Daily Dry Weather Potable Allocation (gpd): 





Based on Tab 6 - Building Potential Summary tab This offset analysis assumes the full year 
of supplies is available to offset non- 
potable demands, Some scenarios may 
require storage to store excess supplies 
from one month in order to use those 
supplies in another month with unmet 
demands, 





Amount of Potable Water Allocated to Project to Meet Total Demands 
Amount of Potable Water Allocated Daily during Wet Weather Months 
Amount of Potable Water Allocated Daily dunng Dry Weather Months 


Total Toilet + Irrigation Water Demand (gpy):|913,295 Based on Tab 6 - Building Potential Summary tab 
Total Toilet + Irrigation Water Demand Offset: |95% Based on Tab 6 - Building Potential Summary tab 
Selected Toilet + Irrigation Water Demand (gpy):|913,295 Based on selections on Tab 7 - Project Definition 
Selected Tollet + Irrigation Water Demand: |95% Based on selections on Tab 7 - Project Definition 




















Monthly Summary of Selected Onsite Supply vs. Selected Non-Potable Demand 


BE 0,000 pe 














Gallons Per Month 


100,000 





























January February September October November December 








® Onsite Supplies 


®& Non-potable Demands 
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PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO.: 20-0127 


WHEREAS, At a duly called and held election on November 5, 2002, a majority of voters 
voting on the measure approved Proposition E (“Proposition E of 2002”), codified as Article VIIIB 
of the Charter of the City and County of San Francisco (“City”), which, among other things, 
authorized the San Francisco Public Utilities Commission (“Commission”) of the City to issue its 
revenue bonds, including notes, commercial paper or other forms of indebtedness, when authorized 
by ordinance approved by a two-thirds vote of the Board of Supervisors of the City (“Board”), for the 
purpose of reconstructing, replacing, expanding, repairing or improving water facilities or clean 
water facilities, or combinations of water and clean water facilities under the jurisdiction of the 
Commission and subject to the provision of certain certifications of an independent engineer retained 
by the Commission and certain certifications by the San Francisco Planning Department, which 
certifications make the findings and determinations set forth in Section 8B.124 of the Charter; and 


WHEREAS, On June 12, 2012, the Board passed by two-thirds vote Ordinance No. 115-12, 
approving the issuance and sale of wastewater revenue bonds by the Commission pursuant to Article 
VIIIB of the Charter of the City, in an aggregate principal amount not to exceed $522,810,000, to 
finance capital projects benefiting the Wastewater Enterprise; and 


WHEREAS, On June 24, 2014, the Board passed by two-thirds vote Ordinance No. 107-14, 
approving the issuance and sale of wastewater revenue bonds by the Commission pursuant to Article 
VIIIB of the Charter of the City, in an aggregate principal amount not to exceed $819,035,941, to 
finance capital projects benefiting the Wastewater Enterprise; and 


WHEREAS, On June 9, 2015, the Board passed by two-thirds vote Ordinance No. 0089-15, 
which amended and supplemented Ordinance No. 107-14 to provide authority for the Commission to 
execute and deliver one or more State of California Water Resources Control Board Installment Sale 
Agreements in connection with State Revolving Loans, to finance capital projects benefiting the 
Wastewater Enterprise; and 


WHEREAS, On June 14, 2016, the Board passed by two-thirds vote Ordinance No. 111-16, 
approving the issuance and sale of wastewater revenue bonds and authorizing the Commission to 
execute and deliver one or more State of California Water Resources Control Board Installment Sale 
Agreements in connection with State Revolving Loans and other forms of indebtedness, to finance 
capital projects benefiting the Wastewater Enterprise in an aggregate principal amount not to exceed 
$1,112,601,280; and 


WHEREAS, On June 12, 2018, the Board passed by two-thirds vote Ordinance No. 144-18 
(collectively with Ordinance No. 115-12, Ordinance No. 107-14 and Ordinance No. 111-16, the 
“Ordinances”), approving the issuance and sale of wastewater revenue bonds, including commercial 
paper, revolving credit notes, or bond anticipation notes, and authorizing the Commission to execute 
and deliver one or more State of California Water Resources Control Board Installment Sale 
Agreements in connection with State Revolving Loans or loan agreements with the federal 
government, acting through the Administrator of the Environmental Protection Agency (“EPA”) 
under the U.S. Environmental Protection Agency Water Infrastructure Finance and Innovation Act 


(“WIFIA”), to finance capital projects benefiting the Wastewater Enterprise in an aggregate principal 
amount not to exceed $987,414,494; and 


WHEREAS, On December 22, 2017, the Commission filed with the EPA an application for a 
loan under the WIFIA program (“WIFIA Biosolids Loan’) to finance a portion of the costs of the 
Biosolids Digester Facilities Project (“Biosolids Project”) which the EPA has approved in an amount 
not to exceed $699,242,023 (exclusive of capitalized interest); and 


WHEREAS, On July 26, 2018, by Resolution No. 18-0126, the Commission approved a 
WIFIA Loan Agreement dated as of July 27, 2018 for the Biosolids Project in the amount of 
$699,242,023 (the “2018 WIFIA Loan Agreement”), by and between the Commission and the 
United States Environmental Protection Agency (the “EPA”), acting through the Administrator of the 
EPA, along with a related term sheet for the 2018 WIFIA Loan Agreement; and 


WHEREAS, Pursuant to the 2018 WIFIA Loan Agreement, the EPA, subject to the terms 
and conditions of the Ninth Supplemental Indenture (as defined in the Indenture) and the 2018 
WIFIA Loan Agreement, agreed to purchase a Bond of the Commission (the “WIFIA 2018 Bond”), 
in one or more installments, from disbursements made from time to time under the 2018 WIFIA 
Loan Agreement; and 


WHEREAS, No disbursements were made under the 2018 WIFIA Loan Agreement and no 
amounts are outstanding under the WIFIA 2018 Bond; and 


WHEREAS, The Commission has determined to enter into a new WIFIA Loan Agreement 
related to the Biosolids Project in the same amount of $699,242,023 to replace the 2018 WIFIA 
Loan Agreement for the purpose of obtaining a lower interest rate (the “Replacement WIFIA Loan 
Agreement’), which Replacement WIFIA Loan Agreement will replace and supersede the 2018 
WIFIA Loan Agreement; and 


WHEREAS, The interest rate payable under the Replacement WIFIA Loan Agreement with 
respect to the WIFIA Biosolids Loan will be less than the interest rate payable under the 2018 WIFIA 
Loan Agreement and WIFIA 2018 Bond; and 


WHEREAS, in conjunction with the execution and delivery of the Replacement WIFIA Loan 
Agreement and the Eleventh Supplemental Indenture (defined herein), each of the 2018 WIFIA Loan 
Agreement, the WIFIA 2018 Bond and the Ninth Supplemental Indenture will be cancelled and will 
be of no further force or effect; and 


WHEREAS, the Replacement WIFIA Loan Agreement will be made pursuant to the terms of 
the Replacement WIFIA Loan Agreement and will be evidenced by a Bond (“WIFIA Biosolids 
Bond”) issued pursuant to an Eleventh Supplemental Indenture (“Eleventh Supplemental Indenture”) 
to an Indenture, originally dated as of January |, 2003 by and between the Commission and USS. 
Bank National Association (formerly doing business as “U.S. Bank, N.A.”), as trustee (““Trustee’’), as 
supplemented and amended (the Indenture, as supplemented and amended, including as amended by 
the Eleventh Supplemental Indenture, the “Indenture’”); and 


WHEREAS, under the authority granted or proposed to be granted under Article VIIIB of the 
Charter of the City and by the Ordinances and this resolution it is proposed that the Commission 
execute and deliver the Replacement WIFIA Loan Agreement and the Eleventh Supplemental 


Indenture, and issue the WIFIA Biosolids Bond in an aggregate initial principal amount not to exceed 
$699,242,023, for the purpose of financing or refinancing (through the retirement of commercial 
paper notes, bond anticipation notes or other interim borrowings) the Biosolids Project (including 
reimbursing the Commission for certain capital costs previously paid with proceeds of wastewater 
commercial paper notes or from other moneys as permitted by the Replacement WIFIA Loan 
Agreement ); and 


WHEREAS, the Commission has been presented with and has examined the proposed forms 
of the Replacement WIFIA Loan Agreement and the Eleventh Supplemental Indenture (including the 
WIFIA Biosolids Bond); and 


WHEREAS, the Commission is duly authorized and empowered, pursuant to each and every 
requirement of law, to authorize the foregoing transactions, to execute and deliver the Replacement 
WIFIA Loan Agreement and the Eleventh Supplemental Indenture, and, subject to the conditions of 
the Eleventh Supplemental Indenture, to execute and deliver the WIFIA Biosolids Bond, and related 
documents for the purposes, in the manner and upon the terms provided herein; and 


WHEREAS, Article VHIB of the Charter of the City (Section 8B.124) allows for the issuance 
of revenue bonds and other forms of indebtedness, subject to the provision of certain certifications of 
an independent engineer retained by the Commission and certain certifications by the San Francisco 
Planning Department, which certifications make the findings and determinations set forth in Section 
8B.124; and 


WHEREAS, certificates intended to meet the requirements set forth in Section 8B.124 will 
have been presented for review by the Board (“Certificates”), and the Certificates will be filed with 
the Clerk of the Board and the Clerk of the Commission prior to any Draw Down (as defined below) 
of the WIFIA Biosolids Loan and issuance of the WIFIA Biosolids Bond; now, therefore, be it 


RESOLVED by the Public Utilities Commission of the City and County of San Francisco, as 
follows: 











Section 1. Authorization of the Replacement WIFIA Loan Agreement and Issuance of 
the WIFIA Biosolids Bond. The incurrence of the WIFIA Biosolids Loan and the issuance of the 
WIFIA Biosolids Bond in evidence thereof, in an aggregate initial principal amount not to 
exceed $699,242.023, is hereby authorized and approved by the Commission pursuant to Article 
VIIUB of the Charter of the City, and the Ordinances, and subject to the limitations and 
conditions provided herein. 


The WIFIA Biosolids Bond shall be issued in accordance with the Ordinances, this resolution, 
the Charter, including but not limited to, the provision of certifications required by 

Section 8B.124 of the Charter to the Secretary of the Commission and the Clerk of the Board, 
and the Indenture, including but not limited to the provisions of the Eleventh Supplemental 
Indenture setting forth the conditions which must be satisfied prior to the issuance of all or a 
portion of the WIFIA Biosolids Bond from time to time. The interest rate on the WIFIA 
Biosolids Bond shall not exceed twelve percent (12%) and the final maturity of the WIFIA 
Biosolids Bond shall not be later than April 1, 2059. 


The Commission hereby delegates to the General Manager the authority to determine, with the 
advice of the Commission’s municipal advisor(s), whether to draw down on the WIFIA 


Biosolids Loan and issue the WIFIA Biosolids Bond from time to time (a “Draw Down’), 
provided that the General Manager shall determine, upon consultation with the Commission’s 
municipal advisor(s), that (i) the Draw Down is likely to achieve a lower overall cost to the 
Commission than other alternatives, or otherwise serve as a more effective debt management tool 
than other alternatives, and (ii) the requirements of Section 3 of the Commission’s Debt 
Management Policies and Procedures, as the same may have been amended and in effect at the 
time of such determination, have been satisfied. The General Manager is hereby authorized to 
deliver any certifications and take such other actions, upon the advice of the City Attorney, as are 
required to effect a Draw Down from time to time without any further authorization of this 
Commission. 


Section 2. Disposition of Revenues: Rate Covenant. Section 5.01(c) of the Indenture, 
which sets forth the disposition of Revenues (as defined in the Indenture) applicable to the bonds 
relating to the Wastewater Enterprise is hereby confirmed by the Commission and the 
Commission further confirms, pledges and covenants with the holders of the bonds, including the 
WIFIA Biosolids Bond, that the Revenues shall be appropriated and expended in the order of 
priority set forth in Section 5.01(c) of the Indenture, as the same may be amended from time to 
time. This Commission also declares that the Commission will comply with all of the terms, 
provisions and covenants contained in the Indenture, as the same may be amended from time to 
time, including the covenants to establish, fix, prescribe and collect rates, fees and charges 
sufficient to enable the Commission to comply with the terms, conditions and covenants of the 
Indenture. 





Section 3. Replacement WIFIA Loan Agreement and Eleventh Supplemental Indenture. 
The proposed form of the Replacement WIFIA Loan Agreement and the proposed form of the 


Eleventh Supplemental Indenture providing for the issuance of the WIFIA Biosolids Bond to 
evidence the WIFIA Biosolids Loan and declaring the Ninth Supplemental Indenture (as defined 
in the Indenture) to be null and void, submitted to this meeting, and the terms and conditions of 
each such document, are hereby approved. The General Manager of the Commission or his or 
her designees are authorized and directed to execute and deliver and the Secretary of the 
Commission or the designee thereof is authorized to attest to the Replacement WIFIA Loan 
Agreement and the Eleventh Supplemental Indenture in such forms, with such additions thereto 
or changes therein which they may approve with the advice of the City Attorney, such approval 
to be conclusively evidenced by the execution and delivery of the Replacement WIFIA Loan 
Agreement and the Eleventh Supplemental Indenture. The Secretary of the Commission is 
directed to file a copy of the form of each the Replacement WIFIA Loan Agreement and the 
Eleventh Supplemental Indenture with the minutes of this meeting. 


Section 4. Form of WIFIA Biosolids Bond. The form of the WIFIA Biosolids Bond, in 
substantially the form attached to the Eleventh Supplemental Indenture and presented to this 
meeting, is hereby approved. The General Manager of the Commission is hereby authorized and 
directed to approve and to execute the WIFIA Biosolids Bond by manual or facsimile signature, 
and the Secretary of the Commission is hereby authorized and directed to attest, by manual or 
facsimile signature, with such changes, additions, amendments or modifications thereto which 
they, from time to time, may approve with the advice of the City Attorney, such approval to be 
conclusively evidenced by the execution and delivery of the WIFIA Biosolids Bond, subject to 
the limitations set forth in Section | hereof. 





Section 5. General Authority. The General Manager, the Deputy General Manager, Chief 
Operating Officer and Chief Financial Officer and the Assistant General Manager, Business 
Services, of the Commission and the officers of the City are hereby authorized and directed, each 
acting alone, for and in the name and on behalf of this Commission, to execute and deliver any 
and all documents, certificates and representations, including, but not limited to, signature 
certificates and no-litigation certificates, and to do any and all things and take any and all actions 
which may be necessary or advisable, in their discretion, to execute and deliver the Replacement 
WIFIA Loan Agreement , and the Eleventh Supplemental Indenture, to take such actions as are 
necessary to cancel the Ninth Supplemental Indenture, the 2018 WIFIA Loan Agreement and the 
WIFIA 2018 Bond, and to effectuate Draw Downs from time to time thereunder, the retirement 
of any interim borrowings to be paid from such Draw Downs, and the other actions which the 
Commission has approved in this resolution. The General Manager is authorized to delegate any 
of the responsibilities or duties set forth in this resolution to the Deputy General Manager, Chief 
Operating Officer, Chief Financial Officer or to the Assistant General Manager, Business 
Services, of the Commission. 


Section 6. SB_ 450 Compliance. The Commission acknowledges that the good faith 
estimates required by Section 5852.1 of the California Government Code are disclosed in the 
staff report and are available to the public at the meeting at which this resolution is approved. 


Section 7. Ratification. All actions heretofore taken by the officials, employees and 
agents of the Commission with respect to the authorization of the WIFIA Biosolids Loan and the 
authorization, sale and issuance from time to time of the WIFIA Biosolids Bond are hereby 
approved, confirmed and ratified. 


RESOLVED, this resolution shall take effect from and after its adoption. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities Commission at 
its meeting June 9, 2020. 






fA \ 


Secretary, Public Utilities Commission 































at peageaetyy | Ts, sted Guat it mah 
a aitle “ue * Hi fuel tara ai fi ee ce 
thas Barbs: ohs beth it RUT 9 
iy tyritals Tad Silas W nates rir: 
SILT gti af Bai mt tani fie -snieill e 
ey fe ie Ae wa $AR! be c Panu iy Ur 
Seta eit F271. 3i) i aviSy yey ~Wane4 dy ae a 
Suy eh efi yy wird gag! Oi saadaan iar ee 
ot 14 i i ceees Vat la i nee } Af iW SIE 3) at be byt 
itera) SAY Ys bare wid ated? 8 Sat fey ‘biraet|" 
iM eiflue Boies sorte of} ima 2rwekl vill done mot im s+? oF vant) 
Cm Siogaiebust bakit e rete erry al oni iad Sh 
‘ait seyret Apesteesd* wiyrpst ed) ot puis! nese diahies Jo weglinty ne 
ashing) etait! Beticdo ad) oe Menireprcarsrrw Prati ae 
"4 Py : re i Die oe 4s egdegie Hv Motte : 
; dim! aid arn Hu 
diinti bog sole ites. wirsalicsl weeps: Liga iteebae cimneedRvedtl. sonpileiecty 2, ab af 
nit theachlb ong obo) Mead), cine sab lod See nance wht pat 
Ravers <nitaces abl daidhe io i dgmed) waiidoneds yo hinings ae 


‘ i i thea 
pow eae Ogg alee ye tli, J edd eel “th ae, a Ae 
boca. babneatl: ATTTW aly ty opteteiadiug oflol lobqeen Aina roger ra 
niet Os bao 2biiopoill ALT W gulf Wy oat) of soe eed) Someial hw vise dt 


nde Sat. au eis EL 
y\ fh 
TG OG vet upc hie Lake een yl tar ene 


eRe Mee) OU errr er ahs Hane a il me. 
, , ——1'ty 
* ° _ 
@ —_ i aie 
i | 
\ , ie oe - 
hee ; i r hk : 
ee. ee 5px Ladi oy te) ho Oe ae > eS: 
; vf . v 
weeuiaarties 2 cout) il gat Say Ghe rie (dy 
iy » 4 — 7] 
= iy ae >) — 


re et tte eh aHiA _-—an 
ee 


- 


in 
Oest Vee ipo ee Wis sani | 
: j Pa) We or .i wey aber ibls fs on : 


: ‘i . - Myer 4 
jen “STP ie a at ; 


e a 


PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO.: 20-0128 


WHEREAS, at a duly called and held election on November 5, 2002, a majority of voters 
voting on the measure approved PropositionE (“PropositionE of 2002’), codified as 
Article VIUB of the Charter of the City and County of San Francisco (“City”), which, among 
other things, authorized the San Francisco Public Utilities Commission (“Commission”) of the 
City to issue its revenue bonds, including notes, commercial paper or other forms of 
indebtedness, when authorized by ordinance approved by a two-thirds vote of the Board of 
Supervisors of the City (“Board”), for the purpose of reconstructing, replacing, expanding, 
repairing or improving water facilities or clean water facilities, or combinations of water and 
clean water facilities under the jurisdiction of the Commission and subject to the provision of 
certain certifications of an independent engineer retained by the Commission and certain 
certifications by the San Francisco Planning Department, which certifications make the findings 
and determinations set forth in Section 8B.124 of the Charter; and 


WHEREAS, On June 12, 2012, the Board passed by two-thirds vote Ordinance No. 115- 
12, approving the issuance and sale of wastewater revenue bonds by the Commission pursuant to 
Article VIIIB of the Charter of the City, in an aggregate principal amount not to exceed 
$522,810,000, to finance capital projects benefiting the Wastewater Enterprise; and 


WHEREAS, On June 24, 2014, the Board passed by two-thirds vote Ordinance No. 107- 
14, approving the issuance and sale of wastewater revenue bonds by the Commission pursuant to 
Article VHIB of the Charter of the City, in an aggregate principal amount not to exceed 
$819,035,941, to finance capital projects benefiting the Wastewater Enterprise; and 


WHEREAS, On June 9, 2015, the Board passed by two-thirds vote Ordinance No. 0089- 
15, which amended and supplemented Ordinance No. 107-14 to provide authority for the 
Commission to execute and deliver one or more State of California Water Resources Control 
Board Installment Sale Agreements in connection with State Revolving Loans, to finance capital 
projects benefiting the Wastewater Enterprise; and 


WHEREAS, On June 14, 2016, the Board passed by two-thirds vote Ordinance No. 111- 
16, approving the issuance and sale of wastewater revenue bonds and authorizing the 
Commission to execute and deliver one or more State of California Water Resources Control 
Board Installment Sale Agreements 1n connection with State Revolving Loans and other forms of 
indebtedness, to finance capital projects benefiting the Wastewater Enterprise in an aggregate 
principal amount not to exceed $1,112,601,280; and 


WHEREAS, On June 12, 2018, the Board passed by two-thirds vote Ordinance No. 144- 
18 (collectively with Ordinance No. 115-12, Ordinance No. 107-14 and Ordinance No. 111-16, 
the “Ordinances”), approving the issuance and sale of wastewater revenue bonds, including 
commercial paper, revolving credit notes, or bond anticipation notes, and authorizing the 
Commission to execute and deliver one or more State of California Water Resources Control 
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Board Installment Sale Agreements in connection with State Revolving Loans or loan 
agreements with the federal government, acting through the Administrator of the Environmental 
Protection Agency (“EPA”) under the U.S. Environmental Protection Agency Water 
Infrastructure Finance and Innovation Act (“WIFIA”), to finance capital projects benefiting the 
Wastewater Enterprise in an aggregate principal amount not to exceed $987,414,494; and 


WHEREAS, on February 27, 2020, the Commission filed with the EPA an application for 
a loan under the WIFIA program (“New WIFIA Loan Agreement” or ““WIFIA 2020 Loan’) to 
finance a portion of the costs of the Southeast Treatment Plant Improvement Project (“SE 
Treatment Plant Improvement Project”) which the EPA has approved in an amount not to exceed 
$525,000,000 (exclusive of capitalized interest); and 


WHEREAS, the New WIFIA Loan Agreement will be made pursuant to the terms of a 
New WIFIA Loan Agreement, by and between the EPA and the Commission (“New WIFIA 
Loan Agreement” or “WIFIA 2020 Loan Agreement”) and will be evidenced by a Bond 
(“WIFIA 2020 Bond”) issued pursuant to a Tenth Supplemental Indenture (“Tenth Supplemental 
Indenture”) to an Indenture, originally dated as of January 1, 2003 by and between the 
Commission and U.S. Bank National Association (formerly doing business as “U.S. Bank, 
N.A.”), as trustee (“Trustee”), as supplemented and amended (the Indenture, as supplemented 
and amended, including as amended by the Tenth Supplemental Indenture, the “Indenture’’); and 


WHEREAS, under the authority granted or proposed to be granted under Article VUIB of 
the Charter of the City and by the Ordinances and this resolution it is proposed that the 
Commission execute and deliver the New WIFIA Loan Agreement and the Tenth Supplemental 
Indenture, and issue the WIFIA 2020 Bond in an aggregate initial principal amount not to exceed 
$525,000,000, for the purpose of financing or refinancing (through the retirement of commercial 
paper notes, bond anticipation notes or other interim borrowings) the SE Treatment Plant 
Improvement Project (including reimbursing the Commission for certain capital costs previously 
paid with proceeds of wastewater commercial paper notes or from other moneys as permitted by 
the New WIFIA Loan Agreement Agreement); and 


WHEREAS, the Commission has been presented with and has examined the proposed 
forms of the New WIFIA Loan Agreement and the Tenth Supplemental Indenture (including the 
WIFIA 2020 Bond); and 


WHEREAS, the Commission is duly authorized and empowered, pursuant to each and 
every requirement of law, to authorize the foregoing transactions, to execute and deliver the New 
WIFIA Loan Agreement and the Tenth Supplemental Indenture, and, subject to the conditions of 
the Tenth Supplemental Indenture, to execute and deliver the WIFIA 2020 Bond, and related 
documents for the purposes, in the manner and upon the terms provided herein; and 


WHEREAS, Article VIIIB of the Charter of the City (Section 8B.124) allows for the 
issuance of revenue bonds and other forms of indebtedness, subject to the provision of certain 
certifications of an independent engineer retained by the Commission and certain certifications 
by the San Francisco Planning Department, which certifications make the findings and 
determinations set forth in Section 8B.124; and 
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WHEREAS, certificates intended to meet the requirements set forth in Section 8B.124 
will have been presented for review by the Board (“Certificates”), and the Certificates will be 
filed with the Clerk of the Board and the Clerk of the Commission prior to any Draw Down (as 
defined below) of the New WIFIA Loan Agreement and issuance of the WIFIA 2020 Bond; 
now, therefore, be it 


RESOLVED by the Public Utilities Commission of the City and County of San 
Francisco, as follows: 


Sectionl. Authorization of the New WIFIA Loan Agreement and Issuance of the WIFIA 
2020 Bond. The incurrence of the New WIFIA Loan Agreement and the issuance of the WIFIA 


2020 Bond in evidence thereof, in an aggregate initial principal amount not to exceed 
$525,000,000, is hereby authorized and approved by the Commission pursuant to Article VHIB 
of the Charter of the City, and the Ordinances, and subject to the limitations and conditions 
provided herein. 


The WIFIA 2020 Bond shall be issued in accordance with the Ordinances, this resolution, 
the Charter, including but not limited to, the provision of certifications required by 
Section 8B.124 of the Charter to the Secretary of the Commission and the Clerk of the Board, 
and the Indenture, including but not limited to the provisions of the Tenth Supplemental 
Indenture setting forth the conditions which must be satisfied prior to the issuance of all or a 
portion of the WIFIA 2020 Bond from time to time. The interest rate on the WIFIA 2020 Bond 
shall not exceed twelve percent (12%) and the final maturity of the WIFIA 2020 Bond shall not 
be later than April 1, 2064. 


The Commission hereby delegates to the General Manager the authority to determine, 
with the advice of the Commission’s municipal advisor(s), whether to draw down on the New 
WIFIA Loan Agreement and issue the WIFIA 2020 Bond from time to time (a “Draw Down”), 
provided that the General Manager shall determine, upon consultation with the Commission’s 
municipal advisor(s), that (1) the Draw Down is likely to achieve a lower overall cost to the 
Commission than other alternatives, or otherwise serve as a more effective debt management tool 
than other alternatives, and (ii) the requirements of Section3 of the Commission’s Debt 
Management Policies and Procedures, as the same may have been amended and in effect at the 
time of such determination, have been satisfied. The General Manager is hereby authorized to 
deliver any certifications and take such other actions, upon the advice of the City Attorney, as are 
required to effect a Draw Down from time to time without any further authorization of this 
Commission. 


Section 2. Disposition of Revenues: Rate Covenant. Section 5.01(c) of the Indenture, 
which sets forth the disposition of Revenues (as defined in the Indenture) applicable to the bonds 
relating to the Wastewater Enterprise is hereby confirmed by the Commission and the 
Commission further confirms, pledges and covenants with the holders of the bonds, including the 
WIFIA 2020 Bond, that the Revenues shall be appropriated and expended in the order of priority 
set forth in Section 5.01(c) of the Indenture, as the same may be amended from time to time. 
This Commission also declares that the Commission will comply with all of the terms, 
provisions and covenants contained in the Indenture, as the same may be amended from time to 
time, including the covenants to establish, fix, prescribe and collect rates, fees and charges 
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sufficient to enable the Commission to comply with the terms, conditions and covenants of the 
Indenture. 


Section 3. New WIFIA Loan Agreement and Tenth Supplemental Indenture. The 
proposed form of the New WIFIA Loan Agreement and the proposed form the Tenth 


Supplemental Indenture providing for the issuance of the WIFIA 2020 Bond to evidence the 
New WIFIA Loan Agreement, submitted to this meeting, and the terms and conditions of each 
such document, are hereby approved. The General Manager of the Commission or his or her 
designees are authorized and directed to execute and deliver and the Secretary of the 
Commission or the designee thereof is authorized to attest to the New WIFIA Loan Agreement 
and the Tenth Supplemental Indenture in such forms, with such additions thereto or changes 
therein which they may approve with the advice of the City Attorney, such approval to be 
conclusively evidenced by the execution and delivery of the New WIFIA Loan Agreement and 
the Tenth Supplemental Indenture. The Secretary of the Commission is directed to file a copy of 
the form of each the New WIFIA Loan Agreement and the Tenth Supplemental Indenture with 
the minutes of this meeting. 


Section 4. Form of WIFIA 2020 Bond. The form of the WIFIA 2020 Bond, in 
substantially the form attached to the Tenth Supplemental Indenture and presented to this 
meeting, is hereby approved. The General Manager of the Commission is hereby authorized and 
directed to approve and to execute the WIFIA 2020 Bond by manual or facsimile signature, and 
the Secretary of the Commission is hereby authorized and directed to attest, by manual or 
facsimile signature, with such changes, additions, amendments or modifications thereto which 
they, from time to time, may approve with the advice of the City Attorney, such approval to be 
conclusively evidenced by the execution and delivery of the WIFIA 2020 Bond, subject to the 
limitations set forth in Section 1 hereof. 


Section 5. General Authority. The General Manager, the Deputy General Manager, Chief 
Operating Officer and Chief Financial Officer and the Assistant General Manager, Business 
Services, of the Commission and the officers of the City are hereby authorized and directed, each 
acting alone, for and in the name and on behalf of this Commission, to execute and deliver any 
and all documents, certificates and representations, including, but not limited to, signature 
certificates and no-litigation certificates, and to do any and all things and take any and all actions 
which may be necessary or advisable, in their discretion, to execute and deliver the New WIFIA 
Loan Agreement and the Tenth Supplemental Indenture, and to effectuate Draw Downs from 
time to time thereunder, the retirement of any interim borrowings to be paid from such Draw 
Downs, and the other actions which the Commission has approved in this resolution. The 
General Manager is authorized to delegate any of the responsibilities or duties set forth in this 
resolution to the Deputy General Manager, Chief Operating Officer, Chief Financial Officer or to 
the Assistant General Manager, Business Services, of the Commission. 


Section 6. SB 450 Compliance. The Commission acknowledges that the good faith 
estimates required by Section 5852.1 of the California Government Code are disclosed in the 
staff report and are available to the public at the meeting at which this resolution is approved. 


Section 7. Ratification. All actions heretofore taken by the officials, employees and 
agents of the Commission with respect to the authorization of the New WIFIA Loan Agreement 
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and the authorization, sale and issuance from time to time of the WIFIA 2020 Bond are hereby 
approved, confirmed and ratified. 


RESOLVED, this resolution shall take effect from and after its adoption. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities Commission at its 


meeting on June 9, 2020. 
/ (hearin \ 4 boul 
ecretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


RESOLUTION NO.:: 20-0129 


WHEREAS, Public Utilities Code § 8387(a), requires the SFPUC to "construct, maintain, 
and operate its electrical lines and equipment in a manner that will minimize the risk of 
catastrophic wildfire posed by those electrical lines and equipment"; and 


WHEREAS, Public Utilities Code § 8387(b), requires SFPUC to “determine whether any 
of its lines and equipment are located in an “area that has a significant risk of catastrophic 
wildfire resulting from those electrical lines and equipment”; and 


WHEREAS, The SFPUC owns and operates overhead electrical lines and equipment that 
present a significant risk of wildfire because they are located in areas the California Public 
Utilities Commission and United States Forest Service (USFS) have designated as high fire 
danger zones; and 


WHEREAS, Public Utilities Code § 8387(c) requires that if the SFPUC finds that it has 
facilities in such an area, it must adopt mitigation measures to reduce the risk; and 


WHEREAS, Public Utilities Code § 8387 (b)(1) requires the local publicly owned 
electric utility or electrical cooperative to prepare a wildfire mitigation plan before January 1, 
2020; and 


WHEREAS, The Commission adopted the SFPUC updated wildfire mitigation plan on 
December 10, 2019 by Resolution No. 19-0234 and 


WHEREAS, Public Utilities Code § 8387 (c) requires the local publicly owned electrical 
utility or electrical cooperative contract with a qualified independent evaluator to review the 
comprehensiveness of its wildfire mitigation plan; and 


WHEREAS, The SFPUC has contracted with Stantec/JHCE JV through PRO.0114.D, 
Task Order 11, for its Wildfire Mitigation Plan Independent Evaluator services; and 


WHEREAS, Stantec chose Grid SME to be added to the contract team to perform the 
duties of independent evaluator, led by Mr. Danny Zaragoza; and 


WHEREAS, Mr. Zaragoza has conducted an independent evaluation of the SFPUC 
wildfire mitigation plan and has provided the Independent EvaluationrReport dated May 19, 
2020 presented to the Commission at its June 9, 2020 meeting and on file with the Commission 
Secretary; and 


WHEREAS, Staff has revised the SFPUC Wildfire Mitigation Plan to be consistent with 
the findings and recommendations from the independent evaluator’s assessment and updated 
with information through December 31, 2019, and the revised Plan titled “SFPUC Wildfire 
Mitigation Plan Version 2.0” is on file with the Commission Secretary; now, therefore be it 


RESOLVED, That the Commission accepts the iIndependent Evaluation Report dated 
May 19, 2020 on file with the Commission Secretary, and approves the updated SFPUC Wildfire 
Mitigation Plan Version 2.0, pursuant to Public Utilities Code § 8387(c); and 


BE IT FURTHER RESOLVED, That the Commission authorizes the General Manager to 


submit the updated SFPUC Wildfire Mitigation Plan to the CPUC Wildfire Safety Advisory 
Board, prior to July 1, 2020. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of June 9, 2020. 


Secretary, Public Utilities Commission 
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SAN FRANCISCO PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


London N. Breed 
Mayor 


REGULAR MEETING AGENDA 
Tuesday, June 23, 2020 
1:30 P.M. 


This meeting is being held by Teleconference Pursuant to the Governor’s Executive 
Order N-29-20 and the Twelfth Supplement to Mayoral Proclamation Declaring the 
Existence of a Local Emergency Dated February 25, 2020 


WATCH LIVE: 
https://www.sfgovtv.org/sfpuc 


PUBLIC COMMENT CALL-IN: 
USA Toll-Free: 888-273-3658 / ACCESS CODE: 3107452 


During the Coronavirus Disease (COVID-19) emergency, the San Francisco Public Utilities 
Commission’s (SFPUC) regular meeting room, City Hall, Room 400, is closed. Commissioners 
and SFPUC staff will convene Commission meetings remotely by teleconference. Members of 
the public are encouraged to submit their public comment on agenda items in advance of the 
teleconference meeting by emailing comments to Commission@sfwater.org, or by leaving your 
comment via voicemail at 415-554-3165. Comments submitted no later than 5 PM the Monday 
before the meeting will be read into the record by the Secretary during the teleconference 
meeting and will be treated as a substitute to providing public comment by phone during the 
meeting. Persons who submit written public comment in advance on an agenda item or items 
will not be permitted to also provide public comment on the same agenda item(s) by phone 
during the meeting. 


Commissioners 
Ann Moller Caen, President 
Francesca Vietor, Vice President 
Anson Moran 
Sophie Maxwell 
Tim Paulson 


Harlan L. Kelly, Jr. 
General Manager 
Donna Hood 
Secretary 
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Remote Meeting Access 


WATCH: 
https://www.sfgovtv.org/sfpuc 


PUBLIC COMMENT CALL-IN: 
USA Toll-Free: 888-273-3658 
ACCESS CODE: 3107452 





Providing Public Comment — Instructions 


DIAL toll-free number 888-273-3658. 

Enter ACCESS CODE 3107452 and then press #. 

Press # again to join the meeting as a participant. 

When the Secretary calls for public comment dial ‘1’ then ‘0’ to be added to the 
speaker line. 

When the system message indicates your line is unmuted, and after you hear a tone, 
you may begin your public comment. 

You will have 2 minutes to provide your comments. 

Once your 2 minutes have ended you will be moved out of the speaker line and back 
to listening as a meeting participant. 

Participants who wish to provide public comment on other agenda items may stay on 
the meeting line and listen for the Secretary’s prompt. 


BEST PRACTICES 
Call from a quiet location 
Speak slowly and clearly 
Turn down any televisions or radios around you 
Address the Commission as a whole, do not address individual Commissioners 








Accessible Meeting Policy: To obtain meeting materials in alternative format, please contact the Commission Secretary at 
415-554-2165 or via email at Commission@sfwater.org. Providing at least 72 hours notice will help to ensure availability. 
Written reports or background materials for calendar items are available on-line at 


http:/Awww.sfwater.org/index.aspx?page=167. 


Know Your Rights Under the Sunshine Ordinance: Government's duty is to serve the public, reaching its decision in full 
view of the public. Commissions, boards, councils and other agencies of the City and County exist to conduct the people's 
business. This ordinance assures that deliberations are conducted before the people and that City operations are open to 
the people's review. For more information on your rights under the Sunshine Ordinance or to report a violation of the 
ordinance, contact Administrator, by mail to Sunshine Ordinance Task Force, 1 Dr. Carlton B. Goodlett Place, Room 244, 
San Francisco, CA 94102.4689; by phone at 554.7724: by fax at 554.7854; or by email at sotf@sfgov.org. Copies of the 
Sunshine Ordinance can be obtained from the Clerk of the Sunshine Task Force, the San Francisco Public Library and on 
the City’s website at http://www.sfgov.org. 
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Lobbyist Registration and Reporting Requirements: Individuals and entities that influence or attempt to influence local 
legislative or administrative action may be required by the San Francisco Lobbyist Ordinance [SF Campaign & Governmental 
Conduct Code §2.100] to register and report lobbying activity. For more information about the Lobbyist Ordinance, please 
contact the San Francisco Ethics Commission at 25 Van Ness Avenue, Suite 220, San Francisco, CA 94102; telephone (415) 
252-3100; fax (415) 252-3112; web site at www.sfgov.org/ethics. 





CEQA Appeal Rights under Chapter 31 of the San Francisco Administrative Code: If the Commission’s action on a 
project constitutes the Approval Action for that project (as defined in S.F. Administrative Code Chapter 31, as amended, Board 
of Supervisors Ordinance Number 161-13), then the CEQA determination prepared in support of that Approval Action is 
thereafter subject to appeal within the time frame specified in S.F. Administrative Code Section 31.16. Typically, an appeal 
must be filed within 30 calendar days of the Approval Action for a project that has received an exemption or negative 
declaration pursuant to CEQA. For information on filing an appeal under Chapter 31, contact the Clerk of the Board of 
Supervisors at City Hall, 1 Dr. Carlton B. Goodlett Place, Room 244, San Francisco, CA 94102, or call (415) 554-5184. If the 
Planning Department's Environmental Review Officer has deemed a project to be exempt from further environmental review, 
an exemption determination has been prepared and can be obtained on-line at http://Awww.sf- 
planning.org/index.aspx?paqge=3447.Under CEQA, in a later court challenge, a litigant may be limited to raising only those 
issues previously raised at a hearing on the project or in written correspondence delivered to the Board of Supervisors, 
Planning Commission, Planning Department or San Francisco Public Utilities Commission at, or prior to, such hearing, or as 
part of the appeal hearing process on the CEQA decision. 





ORDER OF BUSINESS 


1. Call to Order 
2. Roll Call 
3. Approval of the Minutes of June 9, 2020 
4. General Public Comment 
Members of the public may address the Commission on matters that are within the 
Commission’s jurisdiction and are not on today’s agenda 
5. Communications (discussion only) 
a) Contract Advertisement Report 
b) Correspondence Log 
c) Water Enterprise Environmental Stewardship Implementation Report 
d) Water Supply Conditions Update 
6. Report of the General Manager (discussion only) 
a) Update on SFPUC Operations During COVID-19 Emergency 
b) Quarterly Audit and Performance Review Report 
i. Political Activity Fund Compliance 
li. Hetch Hetchy Water and Power Statement of Changes in Balancing Account, 
June 20, 2018 
iii. Annual Comprehensive Financial Report 
iv. Annual Popular Financial Report 
7. Bay Area Water Supply Conservation Agency Update (discussion only) (Sandkulla) 
8. New Commission Business (discussion only) 
CONSENT CALENDAR 
9. All matters listed hereunder constitute a Consent Calendar, are considered to be routine 


by the San Francisco Public Utilities Commission and will be acted upon by a single 
vote of the Commission. There will be no separate discussion of these items unless a 
member of the Commission or the public so requests, in which event the matter will be 
removed from the Calendar and considered as a separate item. 


a) Approve execution of an Attestation of Veracity for the San Francisco Public 
Utilities Commission’s CleanPowerSF Program 2019 Power Source Disclosure 
(PSD) Report and submission of that Report to the California Energy Commission. 


200132 CleanPowerSF is required by State law to annually disclose the sources of 


electricity generation used to serve its end-use electric customers. For Green 
customers, the percentage of supply attributable to renewable energy resources 
was 48.1% and for SuperGreen customers, renewable energy resources comprised 
100% of the supply portfolio. (Hale) 


— 290133 


200134 


b) Approve execution of an Attestation of Veracity for the San Francisco Public 


Utilities Commission’s Hetch Hetchy Power 2019 Power Source Disclosure (PSD) 
Report and submission of that Report to the California Energy Commission; and 
authorize the General Manager to make necessary changes to the Report. Hetch 
Hetchy Power is required by State law to annually disclose the sources of electricity 
generation used to serve Hetch Hetchy Power's end-use electric customers. The 
electricity sources used to serve Hetch Hetchy Power’s end-use electric customers 
were 100% greenhouse-gas free and Hetch Hetchy Power met its compliance 
obligations under California's Renewable Portfolio Standard. (Hale) 


c) Approve the plans and specifications, and award Contract No. WW-706, 


Oceanside Water Pollution Control Plant Egg-Shaped Digester Interior Liner 
Rehabilitation, in the amount of $2,461,000, and with a duration of 720 consecutive 
calendar days (approximately two years), to the responsible bidder submitting the 
lowest responsive bid, Trinet Construction Inc., to remove defective and failed 
interior liner system materials within Egg-Shaped Digesters Nos. 1, 2 & 4 and 
apply new liner system along with selective mechanical valves and associated 
process piping at the Oceanside Water Pollution Control Plant. (How) 


REGULAR CALENDAR 


10. Adopt a finding declaring as surplus to its utility needs, approximately 16 acres 


of property (Property) owned by the City and County of San Francisco (City), under 
the jurisdiction of the San Francisco Public Utilities Commission, in San Francisco, 


990135 California, commonly known as the Balboa Reservoir (portion of Assessor's Block 


pie 


900136 


3180, Lot 190); Consent to the Balboa Reservoir Development Agreement with 
Reservoir Community Partners, LLC (Developer); Adopt findings pursuant to the 
California Environmental Quality Act and a Mitigation and Monitoring and Reporting 
Program; Approve the terms and conditions of and recommend to the Board of 
Supervisors the authorization of the General Manager to sign: (i) an Agreement for 
Sale of Real Estate relating to the Property to the Developer for $11,400,000; (ii) a 
Recognition Agreement recognizing performance, cure, and reassignment rights 
between the master co-developers of the project: (iii) a Promissory Note and a Deed 
of Trust securing complete payment of the purchase price; (iv) a Declaration of 
Restrictions to be recorded against City property allowing a portion of such property to 
be used as dedicated public right-of-way for the planned extension of Lee Avenue, 
and (v) a 20-year Open Space License with the Developer for use of an approximately 
44,431 square-foot area south of the Property with either (i) a $112,000 lump-sum use 
fee payable at the commencement of the License term or (ii) an annual use fee in the 
initial amount of $32,380 commencing after the tenth year of the term, with 4% annual 
use fee increases; and Approve the terms and conditions of, and recommend to the 
Board of Supervisors the authorization of City’s Director of Property to sign, an 
Amended and Restated Access Easement Agreement and Deed with City College. 
(Carlin) 


Approve Amendment No. 3 to Agreement No. CS-204, Fish Passage Facilities, within 
the Alameda Creek Watershed, a sub-project of the Calaveras Dam Replacement 
Project, with URS Corporation; and authorize the General Manager to execute 
Amendment No. 3, increasing the agreement amount by $400,000, and extending the 
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16. 


agreement duration by nine months, for a total not-to-exceed agreement amount of 
$5,164,580 and a total agreement duration of nine years and four months. (How) 


Confirm and clarify existing Commission policy that CleanPowerSF will not procure 

specified sources of nuclear energy as part of its energy portfolio to serve its retail 

customers. CleanPowerSF’s Product Content Policy adopted by the Commission in 

Resolution No. 15-0267 and reaffirmed in Ordinance 18-08 by the Board of 

Supervisors prohibits the specified purchase of nuclear power for the purposes of 

firming and shaping the electricity portfolio used to serve CleanPowerSF customers. 
(Hale) 


Approve the terms and conditions of, and authorize the General Manager to seek 
approval by the Board of Supervisors and Mayor to execute, the First Amendment to 
the deed dated April 6, 1907 (Original Deed) between the Koret Foundation and City, 
for the purpose of clarifying and amending the respective rights of the parties to the 
Original Deed with respect to SFPUC Parcel 22 located between West Orange ~ 
Avenue and Southwood Drive in South San Francisco, California. (Carlin) 


Discussion and possible action to adopt a resolution directing San Francisco Public 
Utilities Commission staff to work with the Modesto Irrigation District and Turlock 
Irrigation District on an agreement for early implementation of the proposed 
Tuolumne River Voluntary Agreement (TRVA) upon submittal of the TRVA to the 
State Water Resources Control Board for analysis as an alternative to a portion of the 
December 12, 2018 Phase 1 Amendments to the Water Quality Control Plan for the 
San Francisco Bay-Sacramento/San Joaquin Delta Estuary. (Ritchie) 


Approve the Water Supply Assessment for the proposed 900 7" Street Project, 
which would construct up to 1.27 million gross square feet of mixed-use space, 
including residential, office, laboratory and/or life science, production, distribution, and 
repair uses at the site of an existing Recology facility in San Francisco, pursuant to the 
State of California Water Code Section 10910 et seq., California Environmental 
Quality Act (CEQA) Section 21151.9, and CEQA Guidelines Section 15155. 

(Ritchie) 
Adjournment 
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. Call to Order 
Vice President (VP) Vietor called the meeting to order at 1:31 PM. 


. Roll Call 
Present: Vietor, Moran, Maxwell and Paulson 
Excused: Caen 


The Commission Secretary announced that item 12 was removed from the agenda. 


. Approval of the Minutes of June 9, 2020 
On motion to approve the Minutes of June 9, 2020. 


Ayes: Vietor, Moran, Maxwell and Paulson 
No public comment. 


. General Public Comment 

- Francisco DaCosta requested the Commission provide a clear picture as to what is 
happening with the digesters and benefits linked to the Sewer System Improvement 
Program. He stated water as possible needs to be released to save the salmon. 

- Jessica (inaudible) spoke to CleanPowerSF Program’s nuclear power procurement. 

- Jackie Yan asked that the Commission consider a safe bike path between Sawyer 
Camp Trail and Cafiada Road. 

- Aleta Dupree requested the formation of a municipal utility district for San Francisco 
and expressed the need for conservation, electrification, and determination of 
electric rates. 

- Lawrence (inaudible) noted the need to preserve the Bay Delta Estuary and San 
Francisco Bay. He expressed support for the Bay Delta Plan. 

- Matt Richardson discussed the “worst case scenario design drought”. 

- Jed Holtzman, 360 Bay Area, discussed item 12 and indicated there was no 
communication with the community or stakeholders regarding the procurement. He 
Stated the agenda is inaccurately written. 

- Steve Rosenblum, Palo Alto, discussed his water conservation efforts and hoped 
those efforts would help provide water to the fish. He asked the lawsuit be dropped. 

- Divora and Sonja (inaudible) expressed the need for a safe bike trail between 
Sawyer Camp Trail and Cafada Road. 

- (inaudible) McKenna expressed the need for a safe bike trail between Sawyer Camp 
Trail and Cafiada Road. 

- Melissa (inaudible), Sierra Club, expressed opposition to the use of nuclear power. 
She indicated stakeholder engagement and input is needed. 

- Hunter Cutting, Sierra Club, asked that opposition to the state water plan be 
dropped. 

- Iris Goodfry expressed concern for the preservation of ecosystems. She requested 
the lawsuit against Bay Delta Plan be dropped. 

- Enric Brooks, Californians for Energy Choice, Our City San Francisco, asked that the 
lawsuit against the Bay Delta Plan be dropped. He spoke to item 12 and expressed 
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concern that the item did not indicate action was being taken, but rather to confirm 
existing policy. He voiced opposition to nuclear procurement. 


Communications 


a) Contract Advertisement Report 

b) Correspondence Log 

c) Water Enterprise Environmental Stewardship Implementation Report 

d) Water Supply Conditions Update 
Steve Ritchie, Assistant General Manager (AGM) Water, responded to a question 
from VP Vietor regarding slides showing the amount of water available to the City. 


Public Comment 

- Peter Drekmeier, Tuolumne River Trust, discussed correspondence he sent to the 
Commission related to item 5c, which expressed appreciation for the progress being 
made in the SFPUC’s Bay Area watersheds. 


Report of the General Manager (GM) 

a) Update on SEPUC Operations During COVID-19 Emergency 
GM Kelly indicated that the city is moving forward with the next phase of reopening 
and that the SFPUC’s recovery plan Is taking shape. He stated most employees will 
likely continue working remotely for the next 12-18 months. He noted signage and 
instructions are being provided at worksites and that those working remotely will 
receive guidance and resource (equipment) assistance. He discussed revenues and 
indicated the SFPUC will finish the fiscal year in the black. He provided an update to 
the customer assistance program, stating approximately 4,300 applications have 
been received since launch. GM Kelly indicated work is underway for a similar 
program for business and non-profit customers. 


VP Vietor requested an update be provided regarding possible bike access on the 
Sawyer Camp Trail and Cafiada Road. 


GM Kelly discussed an email sent to the Commission and to the San Francisco 
Chronicle from an employee group “Strength in Numbers”. He stated that a response 
has been provided to the group and engagement will continue. 


Public Comment 
- The Commission Secretary read public comment received from “Strength in 
Numbers”. 


b) Quarterly Audit and Performance Review Report 

i. Political Activity Fund Compliance 

ii. Hetch Hetchy Water and Power Statement of Changes in Balancing Account, 
June 20, 2018 

ili. Annual Comprehensive Financial Report 

iv. Annual Popular Financial Report 
Charles Perl, Deputy CFO, stated 25 audits and assessments were scheduled 
for the fiscal year, and 14 (54%) are completed, five (21%) are in progress and 
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six (25%) are upcoming. He briefly discussed audits completed and reports 
issued and provided a FY2019-20 Q4 current quarter outlook. He concluded 
with a review of open City Service audits and recommendations. 


No public comment. 


7. Bay Area Water Supply Conservation Agency (BAWSCA) Update 
Nicole Sandkulla, BAWSCA CEO, thanked the Commission for their work to ensure 
water remains safe and reliable during COVID-19. CEO Sandkulla reviewed what 
BAWSCA does and who they serve. She discussed their annual survey, which 
documents key service area information and water use data which supports local and 
regional planning. She indicated that BAWSCA member agencies rely on the San 
Francisco regional water system for two-thirds of their total water supplies. She noted 
25% less water is used today in the BAWSCA region as compared to FY 1986-87, 
despite a 32% population increase; residential per capita has decreased by 47% in the 
BAWSCA region; and in FY 2018-19, 89% of residents used less than 65 gallons of 
water a day. She stated that the past 10 years have been a period of changing water 
use and supply patterns in the region and that BAWSCA agency investments are 
changing water use patterns. BAWSCA is updating projections through 2045 (new total 
demand, new conservation and changing use of water supplies and local investments). 


CEO Sandkulla discussed 12 “core” conservation programs that were implemented 
regionwide in FY 2020-21. She indicated that public participation in these virtual 
programs has been successful. She discussed 14 “subscription” conservation programs 
that were implemented in FY2020-21, with some now being offered virtually. 


She noted their Annual Survey is available on the BAWSCA website (www.bawsca.org). 
Information on rebate programs Is also available. 


No public comment. 


8. New Commission Business 
None. 


9. Consent Calendar 

a) Approve execution of an Attestation of Veracity for the San Francisco Public Utilities 
Commission’s CleanPowerSF Program 2019 Power Source Disclosure (PSD) 
Report and submission of that Report to the California Energy Commission. 
CleanPowerSF is required by State law to annually disclose the sources of 
electricity generation used to serve its end-use electric customers. For Green 
customers, the percentage of supply attributable to renewable energy resources 
was 48.1% and for SuperGreen customers, renewable energy resources comprised 
100% of the supply portfolio. (Resolution 20-0132) 


b) Approve execution of an Attestation of Veracity for the San Francisco Public Utilities 
Commission’s Hetch Hetchy Power 2019 Power Source Disclosure (PSD) Report 
and submission of that Report to the California Energy Commission; and authorize 
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the General Manager to make necessary changes to the Report. Hetch Hetchy 
Power is required by State law to annually disclose the sources of electricity 
generation used to serve Hetch Hetchy Power’s end-use electric customers. The 
electricity sources used to serve Hetch Hetchy Power's end-use electric customers 
were 100% greenhouse-gas free and Hetch Hetchy Power met its compliance 
obligations under California’s Renewable Portfolio Standard. (Resolution 20-0133) 


c) Approve the plans and specifications, and award Contract No. WW-706, Oceanside 
Water Pollution Control Plant Egg-Shaped Digester Interior Liner Rehabilitation, in 
the amount of $2,461,000, and with a duration of 720 consecutive calendar days, to 
the responsible bidder submitting the lowest responsive bid, Trinet Construction 
Inc., to remove defective and failed interior liner system materials within Eqg- 
Shaped Digesters Nos. 1, 2 & 4 and apply new liner system along with selective 


mechanical valves and associated process piping at the Oceanside Water Pollution 
Control Plant. (Resolution 20-0134) 


On Motion to approve Consent items 9a through 9c: 
Ayes: Vietor, Moran, Maxwell and Paulson 


No public comment. 


10. Adopt finding declaring as surplus to its utility needs, approximately 16 acres 
of property (Property) owned by the City and County of San Francisco (City), under 
the jurisdiction of the San Francisco Public Utilities Commission, in San Francisco, 
California, commonly known as the Balboa Reservoir (portion of Assessor’s Block 
3180, Lot 190); Consent to the Balboa Reservoir Development Agreement with 
Reservoir Community Partners, LLC (Developer); Adopt findings pursuant to the 
California Environmental Quality Act and a Mitigation and Monitoring and Reporting 
Program; Approve the terms and conditions of and recommend to the Board of 
Supervisors the authorization of the General Manager to sign: (i) an Agreement for 
Sale of Real Estate relating to the Property to the Developer for $11,400,000: (ii) a 
Recognition Agreement recognizing performance, cure, and reassignment rights 
between the master co-developers of the project; (iii) a Promissory Note and a Deed 
of Trust securing complete payment of the purchase price; (iv) a Declaration of 
Restrictions to be recorded against City property allowing a portion of such property to 
be used as dedicated public right-of-way for the planned extension of Lee Avenue, 
and (v) a 20-year Open Space License with the Developer for use of an approximately 
44.431 square-foot area south of the Property with either (i) a $112,000 lump-sum use 
fee payable at the commencement of the License term or (ii) an annual use fee in the 
initial amount of $32,380 commencing after the tenth year of the term, with 4% annual 
use fee increases; and Approve the terms and conditions of, and recommend to the 
Board of Supervisors the authorization of City’s Director of Property to sign, an 


Amended and Restated Access Easement Agreement and Deed with City College. 
(Resolution 20-0135) 


Commissioner Paulson disclosed that he has a relationship with the developer in his 
position with the Building and Trades Council. 












Rosanna Russell, SFPUC Real Estate Director, introduced the item and provided 
background information. She stated the City purchased the property in the 1930’s and 
owns the reservoir, which is under the SFPUC’s jurisdiction. The site is currently 
licensed to City College and SFMTA for parking. In 2016 all noticing of the State’s 
Surplus Lands Act was completed. In 2017 the City completed an exclusive 
negotiating agreement allowing the SFPUC and developer to pursue sale and — 
purchase of property. She indicated that the sale of this property is exempt from the 
January 2019 amendments to the Surplus Lands Act. 


Leigh Lutenski, Mayor’s Office of Economic and Workforce Development, provided 
overview of the Public Land for Housing Programs, outlined the project site, and 
discussed why the Balboa Reservoir site was selected. She reviewed the community 
planning process, proposed project overview, mixed-income family housing, and 
sustainability framework. She highlighted two key benefit areas of the development 
agreement that were the focus of community discussions (1) 50% affordable housing 
(550 new affordable housing units), and (2) City College collaboration including 150 
units for faculty and staff, public parking, and pedestrian safety. 


Ms. Lutenski reviewed past project approval actions taken by the Planning 
Commission and the SFMTA Board. She indicated that if approved by the 
Commission, the item will go before the Board of Supervisors for consideration. 


Director Russell stated that in addition to a request for the Commission to consent to 
the development agreement, it is also being requested that the purchase and sales 
agreement (PSA) be approved. If approved by the Commission and BOS, the 
developer will purchase the property by December 2022. She indicated the $11.4M 
purchase price is supported by a MAI appraisal dated June 2020 from Clifford 
Advisory LLC. Ms. Russell discussed the PSA determination of the purchase price. 
She stated that for 20 years, the SFPUC will license to developer a portion of the 
“Retained Fee” to be developed by the developer and used as open public space. She 
discussed the use fee options, recognition agreement, declaration of restrictions, and 
amended restated access easement agreement and deed. 


Public Comment 

- Rita Evans discussed valuation of the property and questioned the public input 
process. She said slides showing the project open space is not accurate. 

- Mike Aarons stated 100% affordable housing and protecting the interests of City 
College are key needs for San Francisco and supporting market rate housing is 
not. He discussed the loss of parking. 

- (inaudible) asked that the project be approved and expressed excitement over the 
affordable housing, transportation improvements, and open space. 

- (inaudible), a representative of Bridge Housing, discussed the project and asked 
for approval. 

- Mark Tang, SFPUC CAC, Balboa Reservoir CAC, expressed excitement for the 
project and discussed CAC actions related to the development. 

- Steve (inaudible) expressed support for the project. He noted community outreach 
efforts and the affordability housing component. 
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- Linda Kaufman, City College instructor, stated SFPUC assets must be leveraged 
for maximum benefit and sold at market rate. 

- Peter Warfield, Equity for Older Students, echoed statements in opposition. He 
questioned valuation, notice, and actions being requested. 

- Corey Smith, San Francisco Housing Action Collation, expressed support for the 
project. He noted project features of affordable housing, parking, open space and 
childcare. 

- Theodore Randolph discussed the need for affordable housing in the 
neighborhood and expressed support for the project’s housing, open space and 
transportation. 

- Jean Barish expressed opposition and stated that the sales price is too low, that it 
should be offered to City College, and should include 100% affordable housing. 

- John Winston, Chair, Balboa Reservoir CAC, discussed the development site, 
affordable housing, and benefits for the entire neighborhood, and requested 
approval. 


The Commission Secretary read into the record public comments submitted in writing 
in advance of the meeting by the following individuals which have been included in the 
meeting file. 


- Madeline Mueller — opposes project. 
- Rick Baum - opposes project. 
- Stardust Doherty — opposes project. 


Additional Public Comment 

- Harry Bernstein, City College faculty, discussed obligations of the State Surplus 
Lands Act and stated the land was never offered to City College. He discussed 
lack of parking and shuttle. He noted the CEQA appeal. 

- Jennifer Heggie expressed concern that decisions are being made without 
adequate information. She discussed analysis provided by Alvin Ja, and noted 
adverse impacts. 

- Vicki (inaudible), student trustee, expressed opposition and stated that City 
College needs the opportunity to purchase the property. 

- Laura (inaudible) expressed support and stated it needs to be moved along to get 
families housed. 


Ms. Lutenski responded to a question from Commissioner Maxwell regarding the 150 
allotment of affordable housing units for faculty in the overall affordable housing 
allotment. She noted there is no separate “student” housing allocated. She indicated 
City College is contemplating building student housing on their property. Discussion 
ensued on income requirements for the affordable housing (30% to 120% of AMI). 


Michael Carlin, Deputy General Manager (DGM) responded affirmatively to a question 
from Commissioner Moran as to whether the utility agreements adequately protect 
SFPUC assets and access to assets for maintenance and repair. 
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Deputy City Attorney Dietrich responded affirmatively to questions from Commissioner 
Moran as to whether the proposal (1) meets all state law/requirements for a 
transaction of this type, and (2) meets Charter requirements that fair market value be 
obtained. 


Commissioner Moran noted use of the property has been discussed for decades. He 
indicated the development agreement meets all utility and legal requirements for the 
productive use of the land. 


Commissioner Maxwell commended the project for 50% affordable housing units. 


On Motion to approve item 10: 
Ayes: Vietor, Moran, Maxwell and Paulson 


Approve Amendment No. 3 to Agreement No. 3, increasing the agreement amount by 
$400,000, and extending the agreement duration by nine months, for a total not-to- 


exceed agreement amount of $5,164,580 and a total agreement duration of nine years 
and four months. (Resolution 20-0136) 


In response to a question from Commissioner Maxwell, |vy Fine confirmed that 
everything on the project is going well. 


No public comment. 


On Motion to approve item 11: 
Ayes: Vietor, Moran, Maxwell and Paulson 


Per the announcement by the Commission Secretary at the start of the meeting, Item 


12 was removed from the agenda and not heard. Confirm and clarify existing 
Commission policy that CleanPowerSF will not procure specified sources of nuclear 


energy as part of its energy portfolio to serve its retail customers. CleanPowerSF’s 
Product Content Policy adopted by the Commission in Resolution No. 15-0267 and 
reaffirmed in Ordinance 18-08 by the Board of Supervisors prohibits the specified 
purchase of nuclear power for the purposes of firming and shaping the electricity 
portfolio used to serve CleanPowerSF customers. 


Approve the terms and conditions of, and authorize the General Manager to seek 
approval by the Board of Supervisors and Mayor to execute, the First Amendment to 
the deed dated April 6, 1907 (Original Deed) between the Koret Foundation and City, 
for the purpose of clarifying and amending the respective rights of the parties to the 
Original Deed with respect to SFPUC Parcel 22 located between West Orange 
Avenue and Southwood Drive in South San Francisco, California. (Resolution 20- 
0137) 

DGM Carlin introduced the item and requested approval. 





No public comment. 










NUTS — JUNE 23, 2020 8 


14. 





SFPUC MINUTS — JUNE 23, 2020 g 


On Motion to approve item 13: 
Ayes: Vietor, Moran, Maxwell and Paulson 


Discussion and possible action to adopt a resolution directing San Francisco Public 
Utilities Commission staff to work with the Modesto Irrigation District and Turlock 
Irrigation District on an agreement for early implementation of the proposed Tuolumne 
River Voluntary Agreement (TRVA) upon submittal of the TRVA to the State Water 
Resources Control Board for analysis as an alternative to a portion of the December 
12, 2018 Phase 1 Amendments to the Water Quality Control Plan for the San 
Francisco Bay-Sacramento/San Joaquin Delta Estuary. (Resolution 20-0138) 


VP Vietor began with a recap of four points contained in the March 26, 2019 
Resolution No. 19-0057 (1) establishing outcomes and goals, (2) early 
implementation, (3) adaptive management, and (4) alternatives analysis. 


She indicated that the emphasis of the proposed resolution is to get the state’s focus 
back on the process and is a request to the state to look at proposed TRVA as quickly 
as possible, to conduct a review and analysis, and to provide feedback. . 


Commissioner Paulson asked for clarification regarding the process for making 
amendments. 


VP Vietor proposed an amendment to the eighth “Further Resolved” clause in the draft 
resolution titled “REVISED June 19, 2020,” posted on the Commission website on 
June 22, 2020 (referred to herein as the “June 19th Revised Resolution”) to add the 
phrase “at a minimum’ to read as follows: “...and implement all measures included in 
the Tuolumne River Voluntary Agreement ata minimum, and if negotiations are 
successful...” 


VP Vietor requested to strike in its entirety the second “Further Resolved” clause in 
the June 19th Revised Resolution that reads: “FURTHER RESOLVED, That this 
Resolution does not supersede Resolution No. 19-0057, provided that if any terms in 
this Resolution conflict with terms in Resolution No. 19-0057, this Resolution shall 
prevail,” 


VP Vietor was excused and departed the meeting at 4:29 PM. Commissioner Moran 
assumed Chair. 


DGM Carlin stated that the June 19th Revised Resolution showing redlined 
amendments to the draft originally posted on the Commission website on June 18, 
2020 was distributed to the Commissioners and posted on the SFPUC Commission 
website on June 22, 2020. 


DGM Carlin read into the record the following eight proposed amendments to the 
resolution, which include both the redlines included in the June 19th Revised 
Resolution, and Commissioner Vietor’s newly requested amendments: 






1. Addition of Whereas clause (page 3): WHEREAS, Resolution No. 19-0057 


focused on a Tuolumne River and Delta watershed-wide agreement, 
however due to the current interruption of negotiation process for a Delta 
watershed-wide agreement, the Commission wishes to provide staff 
direction on moving forward with the Tuolumne River Voluntary 
Agreement at this time; and 

2. Addition of Further Resolved clause (page 4): FURTHER RESOLVED, that 
this Commission understands that the State’s Voluntary Agreement 
process that is inclusive of all Bay-Delta watersheds has been interrupted 
and is willing to continue participation in such a process if it 
recommences and is productive, but if that process continues to be 
delayed, the Commission wishes to move forward with a stand-alone 
Tuolumne River voluntary Agreement; and be it 

3. Addition of Further Resolved clause (page 4): FURTHER RESOLVED, That 
this Resolution does not supersede Resolution No. 19-0057, provided that 
if any terms in this Resolution conflict with terms in Resolution No. 19- 
0057, this Resolution shall prevail; and be it 

4. Addition of Further Resolved clause (page 4): FURTHER RESOLVED, That 
this Commission urges the State Water Board to ensure that any required 
SFPUC contributions to Delta outflow from the Tuolumne River be used 
for the protection and recovery of Delta fisheries and not to auqment 
exports south of the Delta or offset obligations by others to meet water 
quality objectives; and be it 

5. Addition of Further Resolved clause (page 5): FURTHER RESOLVED, That 
this Commission directs staff to continue to coordinate with BAWSCA 
given the direct impact of the Phase | Amendments and the Tuolumne 
River Voluntary Agreement may have on the Wholesale Customers; and 
be it 

6. Addition of Further Resolved clause (page 5): FURTHER RESOLVED, that 
this Commission directs staff to continue to work with an inform other 
stakeholders about the Tuolumne River Voluntary Agreement process; 
and be it 

7. Addition to Further Resolved Clause (page 5): ...Alternative Water Supply 
Planning Program, including off-setting environmental commitments for 
instream flows.... 

8. The amendment proposed by VP Vietor to the Further Resolved (page 5) 
clause to read, “...all measures included in the Tuolumne River Voluntary 
Agreement at a minimum, and if...” 











Commissioner Paulson discussed the amendment process and expressed need for 
diligence and discomfort with proceeding. 


In response to a question from Chair Moran, DGM Carlin indicated that VP Vietor has 
been working closely with staff on the amendments. He stated the amendments are 
the product of discussion with VP Vietor, Commission Maxwell and stakeholders (as 
part of the Mayor's Water Committee). 
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Brief discussion ensued on VP Vietor’s proposed amendment to strike the second 
“Further Resolved” clause in the June 19th Revised Resolution. Deputy city attorneys 
Whipps and Gessner answered Commissioner questions regarding the meaning of 
this clause, explaining that the intent of the clause was to make a clarification that this 
resolution does not supersede the March 2019 resolution, unless there is a direct 
conflict between the two. 


Public Comment 

- Nicole Sandkulla, BAWSCA CEO, expresses support for the item as amended. She 
appreciated discussions that have been facilitated. She referenced her June 2, 2020 
correspondence to Governor Newsom. She indicated support for early 
implementation of the Voluntary Agreement. 

Dave Warner referenced his correspondence to the Commission. He discussed VP 
Vietor's “supersedes” language. He recommended that the item be delayed until a 
better presentation can be made and amendments clearly resolved. 

Peter Drekmeier, Tuolumne River Trust, expressed appreciation for the opportunity 
to meet and collaborate with stakeholders on this issue. He discussed 
correspondence sent to the Commission by stakeholders and discussed their 
recommendations. 


The Commission Secretary read public comments submitted in writing by the following 
individuals which have been included in the meeting file. 


- Steve Lawrence — submitted opposition to item and late amendments. 

- Nancy Wuerfel — submitted proposed amendments to the resolution. 

- Form email submitted by 77 individuals in opposition to Trump Administration 
biological opinion for the Delta (the names of the 717 individuals who submitted the 
email public comment are attached to these minutes) 


The Commission proceeded to vote on three motions as follows: 


Motion #1: On Motion to approve (1) all of the amendments shown as redlines in the 
June 19th Revised Resolution publicly posted on June 22, 2020 and read into the 
record by DGM Carlin, and (2) VP Vietor’s amendment to the Further Resolved (page 
5) clause to read, ...all measures included in the Tuolumne River Voluntary 


Agreement “at a minimum‘’.... 
Ayes: Moran, Maxwell and Paulson 


Motion #2: On Motion to approve an amendment to add the following new Resolved 
clause on Page 4, which was not in the June 19th Revised Resolution: “FURTHER 
RESOLVED, That this Commission urges the State Water Board to ensure that 
any required SFPUC contributions to Delta outflow from the Tuolumne River be 
used for the protection and recovery of Delta fisheries and not to auqment 
exports south of the Delta or offset obligations by others to meet water quality 


objectives; and be it” 
Ayes: Moran, Maxwell and Paulson 
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Motion #3: On Motion to approve the resolution, as amended by Motions #1 and #2 
Ayes: Moran, Maxwell and Paulson 


15. Approve the Water Supply Assessment for the proposed 900 7" Street Project, which 
would construct up to 1.27 million gross square feet of mixed-use space, including 
residential, office, laboratory and/or life science, production, distribution, and repair 
uses at the site of an existing Recology facility in San Francisco, pursuant to the State 
of California Water Code Section 10910 et seg., California Environmental Quality Act 
(CEQA) Section 21151.9, and CEQA Guidelines Section 15155. (Resolution 20-0139) 


AGM Ritchie introduced the item and requested approval. 


No public comment. 


On Motion to approve item 15: 
Ayes: Moran, Maxwell and Paulson 


16. Adjournment 
Commissioner Moran adjourned the meeting at 5:11 PM. 
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Public Comment read into Record: Item #14: Opposition to Trump Administration biological 
opinion for the Delta 


Terry & Martin Horwitz, Lori Eanes, John Clarke, David Kaskowits, Misti Reif, Dale Riehart, 





Carol Ratner, Lisa Martinez, Robert Fries, Matt Richardson, Michael Barnett, Robert Aston, 
Kathy Howard, Mary Fryer, Christopher Rossi, Christopher Concolino, Brad Buthe, 
Michael Anderson, Danielle Saporta, Sean Smith, Joan Van Rijn, Jean Mont-Elton, 
William Falls, Anne Zimmerman, Stephen McCallion, Terry Hawkins, Serena Fitz-Cope, 
Alan Wolfe, Ann tubs, Robert Tindall, Torsten Moller, Angela Cassidy-Borst, Donald Whitton, 
Chiara Ogan, Mike Ka 





Joyce Lavey, Michael Kavanaugh, Stephen Haskell, Denise Chilson, Olga Mandrussow, 
Victor Kamendrowsk , Miranda Putman, Robert Barth, Carey Suckow, Susan Mehrings, 
Carol Shuman, Greg Pennington, Marie Mika, Aaron Goodman, Jesus Ramos, Ellen Kovisto 
Paula Katz, Liam Murphy, Noreen Weeden, Stuart Flashman, Jacob Mortensen, 
Carol Bettencourt, Jean Taratino, William L. and Hannah Martin, Felicity Hammer, 
Dennis Scacco, Hein Pham, Monica Leavitt, Christopher Pederson, Caphren McKenna, 
Christopher Lish 
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PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0132 


WHEREAS, State law (Public Utilities Code Sections 398.4 and 398.5) requires “retail 
suppliers of electricity products” to disclose to their customers annually the electricity 
sources for their sales to those customers; and 


WHEREAS, CleanPowerSF is required to report this information together with 
supporting documentation to the California Energy Commission (CEC) in the form of a 
Power Source Disclosure (PSD) Report; and 


WHEREAS, The PSD Report shows that for calendar year 2019, CleanPowerSF met 
its Green customers’ needs with electricity sources that were 48.1% eligible renewable 
energy resources under California’s Renewable Portfolio Standard, 47.5% hydroelectric 
generation, 2.4% natural gas, 0.1% nuclear generation, and 2.0% unspecified sources from 
the California Independent System Operator. CleanPowerSF met its SuperGreen customers’ 
needs with electricity sources that were 100% eligible renewable energy resources under 
California’s Renewable Portfolio Standard; and 


WHEREAS, CleanPowerSF staff plans to submit the PSD Report for 2019, in verified 
form, to the CEC on or before July 20, 2020; and 


WHEREAS, CEC regulations allow the Commission to approve submission of an 
attestation of veracity for both the Green and SuperGreen products in lieu of having the report 
independently verified; and 


WHEREAS, SFPUC staff developed the PSD Report consistent with the CEC’s 
regulations performing a detailed review of all power purchases completed for the 2019 
calendar year; including an inventory of all renewable energy transfers within CleanPowerSF’s 
WREGIS account, transaction records, and e-tags for out of state hydro resources; and 


WHEREAS, The Director of CleanPowerSF, as the designee of the Assistant General 
Manager for Power, has signed an attestation of the veracity of the PSD Report, now therefore; 
be it 


RESOLVED, That the Commission approves the submission of the attached 
attestation of veracity for the Power Source Disclosure Report for Calendar Year 2019 attached 
to this Resolution and delegates to the General Manager to make any changes necessary to meet 
the CEC’s reporting requirements. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities Commission at 


its meeting of June 23, 2020. 


Secretary, Public Utilities Commission 
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DocuSign Envelope ID: 4403C049-6436-4400-A85E-203BA0089D53 


Sage Version: May 8, 2020 


ANNUAL REPORT TO THE CALIFORNIA ENERGY COMMISSION: Power Source Disclosure 
ATTESTATION FORM 


for the year ending December 31, 2019 
CleanPowerSF 
Green 





I, (print name) Michael Hyams, Director, CleanPowerSF, declare under penalty of perjury, 
that the statements contained in this report including Schedules 1, 2, and 3 are true and 
correct and that I, as an authorized agent of CleanPowerSF, have authority to submit this 
report on the company's behalf. | further declare that the megawatt-hours claimed as 
specified purchases as shown in these Schedules were, to the best of my knowledge, sold 
once and only once to retail customers. 
Name: Michael Hyams 
Representing: Retail Supplier: CleanPowerSF —— pocusigned by: 

ie fae 
Signature: 5 
Dated: 
Executed at: San Francisco, CA 
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ANNUAL REPORT TO THE CALIFORNIA ENERGY COMMISSION: Power Source Disclosure 
ATTESTATION FORM 


for the year ending December 31, 2019 
CleanPowerSF 
SuperGreen 





I, (print name) Michael Hyams, Director, CleanPowerSF, declare under penalty of perjury, 
that the statements contained in this report including Schedules 1, 2, and 3 are true and 
correct and that I, as an authorized agent of CleanPowerSF have authority to submit this 
report on the company's behalf. | further declare that the megawatt-hours claimed as 
specified purchases as shown in these Schedules were, to the best of my knowledge, sold 
once and only once to retail customers. 

Name: Michael Hyams ae 
Representing (Retail Supplier): CleanPowerSF [“ 





Dated: 
Executed at: San Francisco 


Signature: 06-/3-4-/2029-+-+414-93459 39042E9A6F 05488... 
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PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0133 


WHEREAS, Public Utilities Code Sections 398.4 and 398.5 require “retail 
suppliers of electricity products” to disclose to their end use customers annually the electricity 
sources for their sales to those customers; and 


WHEREAS, The San Francisco Public Utilities Commission (SFPUC) is required to 
report this information together with supporting documentation to the California Energy 
Commission (CEC) in the form of a Power Source Disclosure (PSD) Report; and 


WHEREAS, The PSD Report shows that for calendar year 2019, SFPUC’s Hetch Hetchy 
Power met its end use customers’ needs with electricity sources that were 99% hydroelectric 
generation from the Hetch Hetchy system and 1% from hydroelectric generation used to provide 
electric service to Treasure Island; and 


WHEREAS, Hetch Hetchy Power met the energy needs of its pilot Green Renewable 
Energy Program with 100% RPS-eligible hydroelectric energy from Hetch Hetchy’s Kirkwood 
Powerhouse; and 


WHEREAS, SFPUC staff plans to submit the PSD Report for 2019, in verified form, to 
the CEC on or before July 20, 2020; and 


WHEREAS, CEC regulations allow the Commission to approve submission of an 
attestation of veracity in lieu of having the report independently verified; and 


WHEREAS, SFPUC staff developed the PSD Report consistent with the CEC’s 
regulations using metered generation, use, and sales data used for preparing and verifying the 
SFPUC’s scheduling, billing, and settlement activities, which is the same data used in other 
public reports and regulatory compliance filings; and 


WHEREAS, The designee of the Assistant General Manager for Power, has signed an 
attestation of the veracity of the PSD Report, now therefore; be it 


RESOLVED, That the Commission approves the submission of the attached 
attestation of veracity for the Power Source Disclosure Report for Calendar Year 2019 attached 
to this Resolution and delegates authority to the General Manager to make any changes 
necessary to meet the CEC’s reporting requirements. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of June 23, 2020. 


lloran Mod 


Secretary, Public Utilities Commission 
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Version: May 2020 


ANNUAL REPORT TO THE CALIFORNIA ENERGY COMMISSION: Power Source Disclosure 


ATTESTATION FORM 
for the year ending December 31, 2019 
SAN FRANCISCO PUBLIC UTILITIES COMMISSION - HETCH HETCHY POWER 
PILOT GREEN RENEWABLE ENERGY PROGRAM 





1, JAMES HENDRY, 

UTILITY SPECIALIST, declare under penalty of perjury, that the statements contained in this 
report including Schedules 1, 2, and 3 are true and correct and that I, as an authorized agent 
of SAN FRANCISCO PUBLIC UTILITIES COMMISSION - HETCH HETCHY POWER, have authority to 
submit this report on the company's behalf. | further declare that the megawatt-hours 
claimed as specified purchases as shown in these Schedules were, to the best of my 
knowledge, sold once and only once to retail customers. 

Name: JAMES HENDRY 

Representing: SAN FRAN PY BLIC UTILITIES COMMISSION - HETCH HETCHY POWER 
Signature: f 
Dated: 
Executed at: SAN 







RWANCISCO, CA 
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Version: May 2020 


ANNUAL REPORT TO THE CALIFORNIA ENERGY COMMISSION: Power Source Disclosure 


ATTESTATION FORM 
for the year ending December 31, 2019 
SAN FRANCISCO PUBLIC UTILITIES COMMISSION - HETCH HETCHY POWER 
GENERAL SERVICE OFFERING 





I, JAMES HENDRY - 

UTILITY SPECIALIST , declare under penalty of perjury, that the 
statements contained in this report including Schedules 1, 2, and 3 are true and correct and 
that 1, as an authorized agent of _SFPUC - HETCH HETCHY POWER, have authority to submit 
this report on the company's behalf. | further declare that the megawatt-hours claimed as 
specified purchases as shown in these Schedules were, to the best of my knowledge, sold 
once and only once to retail customers. 

Name: JAMES HENDRY 
Representing:_San Franci 
Signature: 
Dated: 
Executed at: San Franci¢go, CA 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0134 


WHEREAS, The San Francisco Public Utilities Commission (SFPUC) advertised 
Wastewater Enterprise (WWE), Renewal and Replacement Treatment Facilities (R&R) Program- 
funded Contract No. WW-706, Oceanside Water Pollution Control Plant (OSP) Egg-Shaped 
Digester Interior Liner Rehabilitation, on March 27, 2020; and 


WHEREAS, The Engineer’s Estimate is $2,500,000 for this construction contract work to 
selectively remove defective and failed interior liner system materials within Egg-Shaped 
Digesters No. 1, No. 2 & No. 4 and apply new liner system along with selective mechanical 
valves and associated process piping at OSP; and 


WHEREAS, The contract duration is 720 consecutive calendar days; and 
WHEREAS, Three (3) bids were received and opened publicly on May 7, 2020; and 


WHEREAS, SFPUC staff and Contract Monitoring Division (CMD) review of the bids 
for qualifications, responsibility, responsiveness and application of bid preferences and 
compensable delay extension prices in accordance with the contract documents, and this review 
resulted in the establishment of Trinet Construction, Inc. as responsible bidder submitting the 
lowest responsive bid; and 


WHEREAS, The CMD established a Local Business Enterprise (LBE) subcontracting 
requirement of 13% for this contract, and the contractor committed to an LBE subcontracting 
participation of 13.16% with its bid submittal; and 


WHEREAS, The firm being awarded a contract by the SFPUC must be in compliance 
with the Equal Benefits Provisions of Chapter 12B of the City’s Administrative Code either at 
the time of the award, or within 2 weeks of the date of the Commission award; failure of the 
bidder to obtain compliance certification from CMD may result in award of the contract to the 
next lowest, responsible and responsive bidder, or re-bidding of the contract at the discretion of 
the City; and 


WHEREAS, Funds are available from Project No. 10035390, OSP Egg Shaped Digester 
Project; and 


WHEREAS, This project does not constitute a project under California Environmental 
Quality Act Guidelines Section 15378 because there would be no physical change in the 
environment; now, therefore, be it 


RESOLVED, That this Commission hereby approves the plans and specifications and 
awards WWE, R&R Treatment Facilities Program-funded Contract No. WW-706, OSP Egg- 
Shaped Digester Interior Lining Rehabilitation, in the amount of $2,461,000 and for a duration of 


720 consecutive calendar days, to the responsible bidder submitting the lowest responsive bid, 
Trinet Construction, Inc. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of June 23, 2020. 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


RESOLUTION NO. 20-0135 


WHEREAS, The City and County of San Francisco (City) owns approximately 17.6 
acres of real property under the jurisdiction of the San Francisco Public Utilities Commission 
(SFPUC) near Frida Kahlo Way and Ocean Avenue, commonly known as the Balboa Reservoir; 
and 


WHEREAS, The SFPUC originally constructed the Balboa Reservoir in 1957 for water 
storage, but it was never used for its intended water storage purpose. In 2012, after a series of 
land transfers between various public agencies, the original Balboa Reservoir was reconfigured 
into its current configuration, and the SFPUC has jurisdiction over the approximately 17.6 acres 
west of City College of San Francisco (City College) Ocean Avenue campus; and 


WHEREAS, In March of 2015, the Board of Supervisors established the Balboa 
Reservoir Community Advisory Committee (BRCAC) to advise the Board of Supervisors, the 
Mayor, and City departments, to provide a regular venue for interested community stakeholders 
and the general public to discuss any proposed development at the Balboa Reservoir; and 


WHEREAS, In February 2016, the SFPUC completed all noticing and other requirements 
under the California Government Code Section 54220 et seq. (State Surplus Lands Act); and 


WHEREAS, In November of 2016, following nearly two years of community outreach, 
the SFPUC initiated the developer selection process by issuing a request for qualifications to 
solicit developers interested in acquiring the Balboa Reservoir site to build mixed income 
housing and develop open space. The three top-scoring teams were subsequently invited to 
respond to a request for proposals (RFP). The selected developer teams for the RFP submitted 
their final proposals and presented their proposals to the community in June of 2017. In August 
of 2017, a panel including representatives from the City, City College and the BRCAC selected a 
development team for the project; and 


WHEREAS, On November 14, 2017, by Resolution No. 17-0225, this Commission 
approved an Exclusive Negotiating Agreement (ENA) between City, through the SFPUC, and 
the Developer, a joint venture comprised of AvalonBay Communities and Bridge Housing as co- 
master developers, with Mission Housing, Pacific Union Development Company, and Habitat for 
Humanity of Greater San Francisco participating on the development team. The ENA authorized 
the parties to negotiate the terms and conditions for the development and sale of the Balboa 
Reservoir; and 


WHEREAS, The Developer seeks to purchase approximately 16 acres of the Balboa 
Reservoir (the Property) and to develop the Property with approximately 1,100 units of much 
needed housing including fifty percent (50%), or 550 homes, as affordable housing units. Thirty 
three percent (33%) of the housing will be made affordable by the Developer at the Developer’s 
cost, and the remaining seventeen percent (17%) will be subsidized by City with non-SFPUC 
sources of funds. The development project includes approximately 1,000 units of multi-family 
rental residential housing, approximately 100 for-sale residential units, ground-floor community 


space, approximately 4 acres of privately owned and publicly accessible open space, parking 
garages, and a child-care facility (the Project); and 


WHEREAS, The Project includes affordable housing that exceeds the requirements of the 
Planning Code for inclusionary affordable housing and is in keeping with the goals of the Public 


Land for Housing Initiative established by Mayor Ed Lee, and with voter approved Proposition 
K in 2015; and 


WHEREAS, The Project includes extensive investments in public infrastructure, 
including new water distribution, auxiliary water supply facilities, stormwater management 
improvements, sanitary sewer systems, power facilities, and street lighting that the City will 
accept, at no cost to the City, upon completion; and 


WHEREAS, Under the ENA, the parties have negotiated several transaction documents 
for the sale and development of the Property, including a development agreement that provides 
the Developer with vested development rights for the Project in exchange for substantial public 
benefits (Development Agreement). Pursuant to the Development Agreement, the Project will 
be subject to specified ordinances, regulations, rules and policies governing the design, 
construction, fees and exactions, use or other aspects of the Project; and 


WHEREAS, The parties have also negotiated an Agreement for Sale of Real Estate 
(PSA) for the SFPUC to sell the Property to the Developer for $11,400,000. In June 2020, a 
MAI appraiser appraised the fair market value of the Property at $11,400,000; and 


WHEREAS, Under the PSA, the closing date will occur no later than December 31, 
2022, and the Developer will pay to the SFPUC: (i) a non-refundable Initial Payment of 
$500,000 upon City’s execution of the PSA; (ii) annual pre-closing deposits of $400,000; and 
(111) annual interest at the rate of three percent on the unpaid balance of the purchase price; and 


WHEREAS, Under the PSA, the Developer may elect to have the City provide carry- 
back financing on the balance of the purchase price, in which case the Developer will issue a 
promissory note (Promissory Note) to the City secured by a first-lien deed of trust (Deed of 
Trust) on the Property. If the Developer elects the carry-back financing, it will pay to the 
SFPUC: (1) post-closing annual loan payments until December 31, 2028; (ii) a partial balloon 
payment in 2026; and (11) annual interest at the rate of three percent on the unpaid balance of the 
loan until the loan ends, which will be no later than December 31, 2028. Once the Developer has 
paid the principal balance of the loan down to $5,700,000, the City will release the lien of its 
Deed of Trust from the Phase | portion of the Property and will retain the lien of the Deed of 
Trust on the Phase 2 portion of the Property. The Developer may pre-pay the loan in its entirety 
at any time without penalty; and 


WHEREAS, The City, under the SFPUC’s jurisdiction, will retain an 80-foot-wide 
approximately one-acre parcel of land (Retained Fee), with surface appurtenances and a 
subsurface SFPUC water transmission line, north of Ocean Avenue along the southern boundary 
of the Balboa Reservoir. SFPUC and the Developer have negotiated a 20-year open space 
license (Open Space License) for the use of approximately 44,431 square feet of the Retained 
Fee. The Developer will assign the Open Space License to a non-profit organization before the 
start of the license term, which shall be no later than December 31, 2024: and 


WHEREAS, The Open Space License requires the Developer to use the license area for 
the installation and maintenance of public open space for the benefit of Project residents and the 
general public. Because the open space improvements will not be completed until the last phase 
of the development, the use fee will commence in year 11 of the license term, after construction 
of the Project has been substantially completed and the open space improvements have been 
installed in the license area; and 


WHEREAS, The use fee for the Open Space License starting in year 11 of the license 
term will be $32,380 per year, with 4% annual increases, or the Developer may elect to make an 
upfront lump sum payment of $112,000. The fee amount reflects a 50% discount of the 
appraised fair market rent and such discount is based upon the fact that (1) the license will be 
assigned to a non-profit entity to operate for public use, (2) the license area has little to no 
revenue generating potential, (3) the license relieves the SFPUC of the costs of maintaining and 
securing the license area, and (4) and the license requires the licensee to install and maintain 
educational signage on the license area to educate users about the Hetch Hetchy Regional Water 
System and the important role the SFPUC Right-of-Way plays in the SFPUC’s transportation of 
water supply; and 


WHEREAS, In 2011, the SFPUC adopted the Community Benefits Program by its 
Resolution No. 11-0008, which seeks to serve and foster partnership with communities in 
SFPUC service areas and to ensure public benefits are shared across all communities; and 


WHEREAS, The Project will provide an important community benefit to residents in San 
Francisco and promote a public purpose by creating significant housing and affordable housing, 
open space, and other public benefits as described in the Development Agreement, which has a 
50% affordable housing component; and 


WHEREAS, The parties have also negotiated a Recognition Agreement, which provides 
for the SFPUC’s recognition of performance, cure, and reassignment rights between the master 
co-developers of the Project; and 


WHEREAS, To facilitate planned street circulation for the Project, the SFPUC proposes 
recording a Declaration of Restrictions (Declaration) that will allow a portion of the Retained 
Fee area to be used as dedicated public right-of-way for purposes of constructing and subsequent 
use of the planned extension of Lee Avenue where it crosses the Retained Fee; and 


WHEREAS, The Balboa Reservoir is subject to a 2012 Access Easement Agreement 
between City, through the SFPUC, and City College (Original Easement), which contemplated 
that City College would construct and maintain an Accessway on the Property, and City College 
has not yet constructed the Accessway as required by the Original Easement; and 


WHEREAS, To develop the Project, the Original Access Easement Agreement Area 
must be widened, and a street must be constructed to City standards on the widened area. 
Therefore, the parties negotiated an amendment to the Original Easement (Amended Easement); 
and 


WHEREAS, Under the Amended Easement, the City will obtain additional land to widen 
the Accessway, and in return for conveyance in fee of the revised easement area from City 
College to City, City will relieve City College of its obligation to construct the Accessway to 
current City standards as required by the Original Easement; and 


WHEREAS, On January 1, 2020, new amendments to the State Surplus Lands Act under 
Assembly Bill 1486 took effect which imposed additional requirements on some projects but 
excludes from those requirements properties that have an existing exclusive negotiating 
agreement and will be conveyed by December 31, 2022. Because City entered into the ENA 
relating to the Property in December of 2017, and the disposition of the Balboa Reservoir will be 
completed by December 31, 2022, the additional requirements do not apply to the Project; and 


WHEREAS, SFPUC staff recommend that this Commission consent to the Development 
Agreement and approve the terms and conditions of: (i) the PSA; (ii) the Open Space License; 
(ii1) the Promissory Note; (iv) the Deed of Trust; (v) the Recognition Agreement; (vi) the 
Declaration; and (vii) the Amended Easement; and recommend approval of all of the foregoing 
to the Board of Supervisors and the Mayor; and 


WHEREAS, On May 28, 2020, in Motion No. 20730, the Planning Commission certified 
the Balboa Reservoir Final Subsequent Environmental Impact Report (FSEIR) in accordance 
with the California Environmental Quality Act (CEQA) Public Resources Code sections 21000 
et seq.), the CEQA Guidelines (14 Cal. Code Reg. sections 15000 et seq.), and Chapter 31 of the 
San Francisco Administrative Code. On that same day, in Motion No. 20731, the Planning 
Commission adopted CEQA Findings, a Statement of Overriding Considerations, and a 
Mitigation Monitoring and Reporting Program; and 


WHEREAS, The Planning Commission Secretary is the custodian of records for the 
Planning Commission FSEIR materials and related records are available at the Planning 
Department, 1650 Mission Street, Suite 400, San Francisco, CA 94103 and at 
http://ab900balboa.com. These records have been made available to the SFPUC and the public 
for review. These records are incorporated herein by reference; and 


WHEREAS, This Commission has reviewed and considered the information contained in 
the FSEIR, the findings contained in Planning Commission Motion Numbers 20730 and 20731, 
and all written and oral information provided by the Planning Department, the public, relevant 
public agencies, SFPUC and other experts and the administrative files for the Project; now, 
therefore, be it 


RESOLVED, That this Commission has reviewed and considered the FSEIR and record 
as a whole, finds that the FSEIR is adequate for its use as the decision—making body for the 
declaration of surplus property, consent to the Development Agreement, Approval of Purchase 
and Sale Agreement, the Promissory Note, the Deed of Trust, the Declaration, the Recognition 
Agreement, the Open Space License, and the Amended Easement, and incorporates the CEQA 
findings contained in Motion No. 20731, including the Statement of Overriding Considerations 
and the Mitigation and Monitoring Program as though set forth in this Resolution; and be it 


FURTHER RESOLVED, That this Commission further finds that since the FSEIR was 
finalized, there have been no substantial project changes and no substantial changes in project 
circumstances that would require major revisions to the FSEIR due to the involvement of new 
significant environmental effects or an increase in the severity of previously identified significant 
impacts, and there is no new information of substantial importance that would change the 
conclusions set forth in the FSEIR, and be it 


FURTHER RESOLVED, That this Commission finds that the Property is surplus to the 
SFPUC’s utility needs and not necessary for the SFPUC’s use; and, be it 


FURTHER RESOLVED, That this Commission hereby consents to the Development 
Agreement between City and the Developer substantially in the form and on the terms as 
outlined in the Development Agreement with respect to the items under the SFPUC's 
Jurisdiction, and authorizes the General Manager to execute the SFPUC Consent to the 
Development Agreement on behalf of this Commission; and be it 


FURTHER RESOLVED, That, subject to appropriation of any necessary funds, this 
Commission authorizes the SFPUC General Manager, to take any and all steps (including, but 
not limited to, the execution and delivery of any and all land use approvals, easements, 
entitlements, permits, agreements, notices, consents, and other instruments or documents) as he 
or she deems necessary or appropriate, in consultation with the City Attorney, in order to 
consummate and perform its obligations under the Development Agreement in accordance with 
this Resolution and legislation by the Board of Supervisors, or otherwise to effectuate the 
purpose and intent of this Resolution and such legislation; and be it 


FURTHER RESOLVED, That, in the event that implementation of the Development 
Agreement and Infrastructure Plan necessitates the vacation of any streets or easements in which 
the SFPUC has assets or an ownership interest, the Commission hereby declares such assets to be 
surplus to its utility needs conditioned upon the Developer’s satisfaction of all obligations in the 
Development Agreement and Infrastructure Plan and subject to SFPUC’s receipt of assets or 
other consideration of equivalent value; and be it 


FURTHER RESOLVED, That this Commission approves the terms and conditions of the 
PSA, the Open Space License, the Promissory Note, the Deed of Trust, the Declaration, the 
Recognition Agreement and the Amended Easement; and, be it 


FURTHER RESOLVED, That this Commission authorizes the General Manager of the 
SFPUC and/or City’s Director of Property to seek approval from the Board of Supervisors of the 
PSA, the Open Space License, the Promissory Note, the Deed of Trust, the Declaration, the 
Recognition Agreement and the Amended Easement; and be it 


FURTHER RESOLVED, That subject to and upon approval by City’s Board of 
Supervisors and the Mayor, the General Manager is authorized to execute the PSA, the Open 
Space License, the Promissory Note, the Deed of Trust, the Declaration, and the Recognition 
Agreement in substantially the same forms presented to this Commission, including changes to 
the documents that may be required by the Board of Supervisors, if any; and, be it 


FURTHER RESOLVED, That, upon approval by City’s Board of Supervisors and the 
Mayor, this Commission authorizes the City’s Director of Property to execute the Amended 
Easement; and be it 


FURTHER RESOLVED, That this Commission hereby ratifies, approves, and authorizes 
all actions heretofore taken by any City official in connection with the Development Agreement, 
the PSA, the Open Space License, the Promissory Note, the Deed of Trust, the Declaration, the 
Recognition Agreement and the Amended Easement; and, be it 


FURTHER RESOLVED, That this Commission hereby authorizes City’s Director of 
Property and/or the SFPUC General Manager to enter into any amendments or modifications to 
each of the Development Agreement, the PSA, the Open Space License, the Promissory Note, 
the Deed of Trust, the Declaration, the Recognition Agreement and the Amended Easement, 


including without limitation, the exhibits to such documents, that City’s Director of Property 
and/or the SFPUC’s General Manager determines, in consultation with the City Attorney, are in 
the best interest of City; do not materially increase the obligations or liabilities of City; are 
necessary or advisable to effectuate the purposes and intent of each of the documents or this 
Resolution; and are in compliance with all applicable laws, including the City Charter; and be it 


FURTHER RESOLVED, That upon approval by City's Board of Supervisors and the 
Mayor, this Commission authorizes the SFPUC General Manager and/or City’s Director of 
Property to take any and all other steps they, in consultation with the City Attorney, deem 
necessary and advisable to effectuate the purpose and intent of this Resolution. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities Commission at 


its meeting of June 23, 2020. 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0136 


WHEREAS, On October 25, 2011, per Resolution No. 11-0177, this Commission 
awarded Agreement No. CS-204, Fish Passage Facilities within the Alameda Creek Watershed, 
and authorized the General Manager to negotiate and execute a professional services agreement 
in an amount not-to-exceed $2,300,000, and with a duration of four years and 10 months, with 
URS Corporation, to provide engineering design and engineering support services during 
construction of fish passage facilities within the Alameda Creek Watershed as a sub-project 
(Project) to the Calaveras Dam Replacement Project; and 


WHEREAS, On April 14, 2015, pursuant to Resolution No. 15-0088, this Commission 
approved Amendment No. 1, increasing the agreement amount by $1,964,580, and extending the 
agreement duration by two years and four months, to provide additional design and engineering 
support during construction, start-up, commissioning, and close-out of the Project, for a total not- 
to-exceed agreement amount of $4,264,580 and a total agreement duration of seven years and 
two months; and 


WHEREAS, On October 23, 2018, pursuant to Resolution No. 18-0171, this Commission 
approved Amendment No. 2, increasing the agreement amount by $500,000, and extending the 
agreement duration by one year and five months, to provide additional design and engineering 
support during construction, start-up, commissioning, and close-out of the Project, for a total not- 
to-exceed agreement amount of $4,764,580 and a total agreement duration of eight years and 
seven months; and 


WHEREAS, Amendment No. 3 is being requested to increase the agreement amount by 
$400,000, and to extend the agreement duration by nine months, to provide additional 
engineering support during and after construction, increasing the total not to exceed agreement 
amount to $5,164,580 for a total agreement duration of nine years and four months; and 


WHEREAS, The Contract Monitoring Division (CMD) established a subconsulting 
requirement of 17% Local Business Enterprise (LBE) participation, and URS Corporation 
committed to meet this goal, as part of the original Agreement; and 


WHEREAS, The actual LBE participation as of May 2020 is 14.2%; and 


WHEREAS, Based on the cumulative contract dollar amount to date and projected 
amounts in Amendment No. 3, CMD has approved Amendment No. 3 resulting in a projected 
LBE participation of 13.55% by expiration of the contract because certain LBE scopes of work 


have been reduced by the SFPUC or finished more efficiently than expected; and 


WHEREAS, Funds for this agreement are available from Project CUW37401 — Calaveras 
Dam Replacement; now, therefore, be it 


RESOLVED, That this Commission hereby approves Amendment No. 3 to Water 
Enterprise, Water System Improvement Program-funded Agreement No. CS-204, Fish Passage 
Facilities within the Alameda Creek Watershed, with URS Corporation, to provide additional 
engineering support during and after construction; and be it 


FURTHER RESOLVED, That this Commission authorizes the General Manager to 
execute Amendment No. 3, increasing the agreement by $400,000, and extending the duration by 
nine months, for a total not-to-exceed agreement amount of $5,164,580 and a total agreement 
duration of nine years and four months. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of June 23, 2020. 


pllorna Med 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0137 


WHEREAS, The City and County of San Francisco (City) owns certain real property 
presently under the jurisdiction of the San Francisco Public Utilities Commission (SFPUC) 
known as SFPUC Parcel 22 located between West Orange Avenue and Southwood Drive in 
South San Francisco, California (Property); and 


WHEREAS, The City purchased the Property from the Spring Valley Water Company 
pursuant to a deed dated March 3, 1930 for use as part of the SFPUC’s regional water 
transmission pipeline system known as the Bay Division Pipelines 3 and 4; and 


WHEREAS, The Property was acquired by the Spring Valley Water Company pursuant 
to a deed dated April 6, 1907 (Original Deed) between the Baden Company as original Grantor, 
and Spring Valley Water Company, as the original Grantee; and 


WHEREAS, In 1964, The Koret Foundation, successor in interest to the Baden 
Company, designed and constructed a 102-unit market-rate apartment complex known as the 
Clubview Apartments (Clubview) located adjacent to the Property; and 


WHEREAS, The City and Koret are parties to that certain lease dated January 7, 2000 
(Lease) whereby Koret leases the surface of the Property for Clubview’s landscaping, on-site 
circulation, access, and parking because Koret and the SFPUC understood these rights to be in 
excess of the rights granted to Koret under the Original Deed; and 


WHEREAS, In its review of the Original Deed as part of negotiations for renewal of the 
Lease, the SFPUC concluded that all of Koret’s rights under the Lease, except for parking, were 
in fact granted under the Original Deed, and that an amendment to the Original Deed would be 
more appropriate than a new lease; and 


WHEREAS, Koret desires to amend the Original Deed to expand its reserved rights to 
include the right to park on the Property, in exchange for providing additional rights to the 
SFPUC; and 


WHEREAS, The SFPUC desires to amend the Original Deed to expand its rights in 
exchange for providing Koret with the right to park on the Property; and 


WHEREAS, The First Amendment to the Deed provides Koret with the right to park on 
the Property, in exchange for additional rights granted to the City that are consistent with the 
rights typically granted to the City in its modern leases and licenses; and 


WHEREAS, The City engaged the services of Century Urban, an economic and land use 
consulting firm, to evaluate the rights exchanged in the Amended Deed to ensure the City is not 
transferring net value to Koret; and 


WHEREAS, In its report dated March 9, 2020, Century Urban concluded that no 
identifiable, material net value is transferred between the parties to the Amended Deed; and 


WHEREAS, A copy of the First Amendment is on file with the Commission Secretary; 
and 


WHEREAS, Adoption of this Resolution does not constitute a “project” under California 
Environmental Quality Act Guidelines Section 15378 because there would be no physical change 
in the environment; now, therefore, be it 


RESOLVED, That this Commission hereby approves the terms and conditions of the 
First Amendment to the Deed on file with the Commission Secretary; and, be it 


FURTHER RESOLVED, That this Commission hereby authorizes the SFPUC General 
Manager to seek approval by the Board of Supervisors and Mayor of the First Amendment to the 
Deed and, upon such approval, to execute the First Amendment; and be it 


FURTHER RESOLVED, That this Commission hereby authorizes the SFPUC General 
Manager to enter into any amendments or modifications to this First Amendment to the Deed, 
including its attached exhibits, that the General Manager determines, in consultation with the 
City Attorney, are in the best interest of the City; do not materially increase the obligations or 
liabilities of the City; are necessary or advisable to effectuate the purposes and intent of the First 
Amendment or this resolution; and are in compliance with all applicable laws, including the City 
Charter; and, be it 


FURTHER RESOLVED, That this Commission hereby ratifies, approves, and authorizes 
all actions heretofore taken by any City official in connection with this First Amendment. 


T hereby certify that the foregoing resolution was adopted by the Public Utilities Commission at 


its meeting of June 23, 2020. 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 
RESOLUTION NO.: 20-0138 


WHEREAS, The Bay-Delta and many of its tributaries’ ecosystems are in a state of crisis 
with the populations of most species of salmon at record lows, fish populations such as Delta 
smelt on the brink of extinction, and current water quality, water quantity and habitat conditions 
unable to support their recovery; and 


WHEREAS, The San Francisco Public Utilities Commission (SFPUC) has obligations to 
meet the water supply needs of its residents and wholesale customers and to provide instream 
flow releases in various Bay Area streams, and the SFPUC has an interest in ensuring there are 
sufficient water supplies to accommodate future growth in its service area; and 


WHEREAS, In addition, the SFPUC has obligations to the Modesto and Turlock 
Irrigation Districts (MID and TID) under the 1913 Raker Act and the 1966 Fourth Agreement, 
which require constant communication and coordination of operations among the SFPUC, MID, 
and TID in the Tuolumne River watershed; and 


WHEREAS, On December 12, 2018, the State Water Resources Control Board (State 
Water Board) approved Resolution No. 2018-0059, adopting the Substitute Environmental 
Document and amendments to the Water Quality Control Plan for the San Francisco Bay- 
Sacramento/San Joaquin Delta Estuary (Phase 1 Amendments); and 


WHEREAS, Also in Resolution No. 2018-0059, the State Water Board instructed its staff 
to (1) "assist the California Natural Resources Agency in completing a Delta watershed-wide 
agreement, including potential flow and non-flow measures for the Tuolumne River, and 
associated analyses no later than March 1, 2019," and (2) "incorporate the Delta watershed-wide 
agreement, including potential amendments to implement agreements related to the Tuolumne 
River, as an alternative for a future, comprehensive Bay-Delta Plan update that addresses the 
reasonable protection of beneficial uses across the Delta watershed, with the goal that 
comprehensive amendments to the Bay-Delta Plan across the Delta watershed may be presented 
to the State Water Board for consideration as early as possible after December 1, 2019"; and 


WHEREAS, In January 2019, the City and County of San Francisco joined the San 
Joaquin Tributaries Authority (SJTA) in filing a lawsuit alleging the State Water Board’s 
adoption of the Phase | Amendments violates state and federal law including the California 
Environmental Quality Act, and would lead to severe water rationing and related socio-economic 
impacts, impair the SFPUC’s ability to meet its water supply obligations, and significantly 
impact the over 2.7 million people served by the Hetch Hetchy Regional Water System; and 


WHEREAS, On February 14, 2019, the Bay Area Water Supply and Conservation 
Agency (BAWSCA) filed a motion to intervene in that lawsuit "to protect its member agencies' 
substantial interests in ensuring that they continue receiving a reliable and affordable supply of 
high quality water from the Tuolumne River"; and 


WHEREAS, On February 26, 2019, the Commission requested staff proceed with 
planning efforts to explore economically and environmentally feasible alternative water supply 
options to meet various SFPUC needs and obligations, including off-setting environmental 
obligations for instream flows; and 


WHEREAS, In response to that direction, staff developed an Alternative Water Supply 
Planning Program to assess the feasibility of various water supply projects as described above 
and develop a plan to implement a subset of those projects, and commenced quarterly reporting 
to the Commission on the progress of that Program on October 22, 2019; and 


WHEREAS, On March 1, 2019, the SFPUC joined numerous entities, including the 
California Department of Fish and Wildlife and the California Department of Water Resources, 
in submitting to the State Water Board a "Project Description for Proposed Voluntary 
Agreements," which included for the Tuolumne River a variety of proposed flow and non-flow 
measures to support the viability of native fishes in the river, while also providing water supply 
reliability to SFPUC residential and wholesale water customers ("Tuolumne River Voluntary — 
Agreement"); and 


WHEREAS, Subsequent discussions with the state agencies led to proposed changes in 
the Tuolumne River Voluntary Agreement shifting 10,000 acre-feet of water releases from 
summer to spring of dry years at the proposed Infiltration Gallery and added 10,000 acre-feet in 
below normal years; and 


WHEREAS, The goals of the Tuolumne River Voluntary Agreement are to maintain 
year-round flow releases below La Grange Diversion Dam, together with non-flow measures in 
the Tuolumne River watershed, sufficient to improve all life stages of native fish populations 
located in the lower Tuolumne River, and which reasonably contribute toward maintaining 
viable native migratory fish populations in the San Joaquin River watershed and Delta; and 


WHEREAS, The key objective and desired biological outcome of the Tuolumne River 
Voluntary Agreement is to increase juvenile salmonid out-migration success from the Tuolumne 
River to the San Joaquin River; and 


WHEREAS, On March 12, 2019, by Resolution No. 19-0046, the Commission adopted 
revisions to its 10-year Capital Improvement Program to include funding for the Alternative 
Water Supply Planning Program for FY19-20 ($13.5 million regional, $5.5 million local); and 


WHEREAS, On March 26, 2019, the Commission adopted Resolution No. 19-0057 “to 
memorialize its views and direction regarding its commitment to meeting its water supply 
obligations and the health of the Bay-Delta ecosystems” and stated its expectation that “the terms 
of any voluntary agreement for the Tuolumne River that may ultimately be finalized would allow 
the SFPUC to maintain the (1) Water Supply Level of Service Goal and Objectives and (2) 
Sustainability Level of Service Goal and Objectives adopted in Commission Resolution No. 08- 
0200”; and 


WHEREAS, Over the course of 2019, negotiations among numerous entities led by the 
Secretary of the California Natural Resources Agency and the Secretary of the California 


Environmental Protection Agency on Voluntary Agreements for the Sacramento River, the Yuba 
River, the American River, the Mokelumne River, and the Tuolumne River continued; and 


WHEREAS, On February 4, 2020, the Secretary of the California Natural Resources 
Agency and the Secretary of the California Environmental Protection Agency presented a 
Framework of Voluntary Agreements, inclusive of all Bay-Delta watersheds, to a large group of 
entities, which identified in-stream flows, physical habitat improvements, and funding as key 
elements of Voluntary Agreements; and 


WHEREAS, On February 11, 2020, the Commission adopted Resolution No. 20-0034 for 
the SFPUC operating budgets for FY20-21 and FY21-22, which include $5 million each year for 
implementation of the proposed Tuolumne River Voluntary Agreement; and 


WHEREAS, Multiple lawsuits filed in recent months challenging (1) the federal 
government’s issuance in October 2019 of Biological Opinions for the Bureau of Reclamation’s 
proposed long-term operation of the Central Valley Project and (2) the State’s issuance in March 
2020 of an Incidental Take Permit for State Water Project operations, have resulted in 
interruption of the State’s Voluntary Agreement negotiation process; and 


WHEREAS, Resolution No. 19-0057 focused on a Tuolumne River and Delta watershed- 
wide agreement, however due to the current interruption of the negotiation process for a Delta 
watershed-wide agreement, the Commission wishes to provide staff direction on moving forward 
with the Tuolumne River Voluntary Agreement at this time; and 


WHEREAS, The SFPUC remains committed to the Voluntary Agreement process and 
desires to work with MID and TID to develop an agreement by the end of 2020 that would allow 
SFPUC, MID, and TID to commence early implementation in the spring of 2021 of certain flow 
and non-flow measures embodied in the Tuolumne River Voluntary Agreement if and when that 
Agreement is submitted to the State Water Board for analysis as an alternative to a portion of the 
Phase 1 Amendments; and 


WHEREAS, This Commission recognizes that early implementation of the Tuolumne 
River Voluntary Agreement cannot occur without close coordination and cooperation with MID 
and TID; and 


WHEREAS, Water released from Hetch Hetchy Reservoir flows to New Don Pedro 
Reservoir, which is owned and operated by MID and TID, and, absent prior agreement, MID and 
TID would not be legally or contractually required to release into the Lower Tuolumne River any 
additional water that SFPUC were to release that flows into and is captured and stored by MID 
and TID in New Don Pedro Reservoir; and 


WHEREAS, The proposed Tuolumne River Voluntary Agreement includes a number of 
flow and non-flow measures (Discretionary Actions) that may require MID and TID to conduct 
environmental review under CEQA as “lead agencies,” and that may require the SFPUC to 
participate in such environmental review as a “responsible agency,” and this Resolution does not 
commit the SFPUC to approve or carry out any Discretionary Actions until any required CEQA 
review is complete. In considering any proposed Discretionary Actions, the SFPUC retains 
absolute discretion to: (1) make such modifications to any of the proposed Discretionary Actions 


as may be necessary to mitigate any significant environmental impacts; (2) select feasible 
alternatives to the proposed Discretionary Actions that avoid any significant adverse impacts; (3) 
require the implementation of specific measures to mitigate any significant adverse 
environmental impacts as part of the decision to approve the Discretionary Actions; (4) balance 
the benefits of the proposed Discretionary Actions against any significant environmental impacts 
before taking final actions to approve the proposed Discretionary Actions if significant impacts 
cannot be avoided; or (5) determine not to proceed with the proposed Discretionary Actions; now 
therefore be it 


RESOLVED, That this Commission remains committed to environmental stewardship on 
the Tuolumne River while meeting its Level of Service Goals and Objectives for Water Supply 
and Water Quality as set forth in Resolution No. 08-0200; and be it 


FURTHER RESOLVED, That this Commission understands that the State’s Voluntary 
Agreement process that is inclusive of all Bay-Delta watersheds has been interrupted and is 
willing to continue participation in such a process if it recommences and is productive, but if that 
process continues to be delayed, the Commission wishes to move forward with a stand-alone 
Tuolumne River Voluntary Agreement; and be it 


FURTHER RESOLVED, That this Resolution does not supersede Resolution No. 19- 
0057, provided that if any terms in this Resolution conflict with terms in Resolution No. 19- 
0057, this Resolution shall prevail; and be it 


FURTHER RESOLVED, That this Commission urges the State Water Board to ensure 
that any required SFPUC contributions to Delta outflow from the Tuolumne River be used for 
the protection and recovery of Delta fisheries and not to augment exports south of the Delta or 
offset obligations by others to meet water quality objectives; and be it 


FURTHER RESOLVED, That this Commission respectfully requests that the Secretary 
of the California Natural Resources Agency, Wade Crowfoot, and the Secretary of the California 
Environmental Protection Agency, Jared Blumenfeld (collectively, “the Secretaries”), submit the 
Tuolumne River Voluntary Agreement to the State Water Board for analysis as an alternative to 
a portion of the Phase 1 Amendments adopted on December 12, 2018; and be it 


FURTHER RESOLVED, That this Commission urges the State Water Board to 
commence environmental and independent scientific review of the proposed Tuolumne River 
Voluntary Agreement; and be it 


FURTHER RESOLVED, That this Commission directs staff to commence working with 
MID and TID on an agreement that would allow SFPUC, MID, and TID to engage in planning 
and environmental review for potential early implementation of certain flow and/or non-flow 
measures included in the Tuolumne River Voluntary Agreement once the Secretaries have 
submitted the Tuolumne River Voluntary Agreement to the State Water Board for analysis as an 
alternative to a portion of the Phase 1 Amendments adopted on December 12, 2018; and be it 


FURTHER RESOLVED, That this Commission directs staff, within two months of the 
Secretaries’ submittal of the Tuolumne River Voluntary Agreement to the State Water Board for 
review and analysis, to submit to this Commission for its consideration an agreement with MID 


and TID for early implementation of certain flow and/or non-flow measures included in the 
Tuolumne River Voluntary Agreement, provided that SFPUC staff has been able to successfully 
negotiate such an agreement with the Districts within that time frame; and be it 


FURTHER RESOLVED, That this Commission directs staff to also work with MID and 
TID on the development of a long-term agreement that would allow the three parties to 
collectively plan, fund, and implement all measures included in the Tuolumne River Voluntary 
Agreement at a minimum, and if negotiations of such an agreement are successful, bring the 
proposed agreement to this Commission for its consideration and possible approval; and be it 


FURTHER RESOLVED, That this Commission directs staff to work with MID and TID 
to develop an appropriate, long-term adaptive management plan and process using performance 
measures related to the function and mechanisms of the non-flow and flow measures and 
resulting biological responses leading to increased juvenile salmonid out-migration success from 
the Tuolumne River to the San Joaquin River that would be implemented as part of the 
Tuolumne River Voluntary Agreement, subject to required environmental review and any 
required Commission approval of funding for such implementation; and be it 


FURTHER RESOLVED, That this Commission directs staff to continue to coordinate 
with BAWSCA given the direct impact of the Phase | Amendments and the Tuolumne River 
Voluntary Agreement may have on the Wholesale Customers; and be it 


FURTHER RESOLVED, That this Commission directs staff to continue to work with 
and inform other stakeholders about the Tuolumne River Voluntary Agreement process; and be it 


FURTHER RESOLVED, That this Commission directs staff to complete development of 
an Alternative Water Supply Plan to implement a collection of projects to achieve a water supply 
goal established through the Alternative Water Supply Planning Program, including off-setting 
environmental commitments for instream flows, and commence any required environmental 
review of such Plan no later than July 1, 2023; and be it 


FURTHER RESOLVED, That this Commission directs staff to provide monthly updates 
to this Commission on progress toward (1) achieving results with regard to diversification of 
SFPUC water supplies, and (2) reaching agreement with MID and TID on early implementation 
of certain flow and/or non-flow measures intended to result in more sustainable fish populations. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities Commission at 


its meeting of June 23, 2020. 


Secretary, Public Utilities Commission 








ant laa 


7s AY: 
im 
aon 


Me 
“nee “Vigetia cu | 
Card uaperray | ai ii ie > 5s a 
“Aes inhi dierent eaten 
6 aaliR strut setecnmeli tohindnspedd ie ea 
J rene’ yetShsa Aptian: adhaibeheslyanueseansete ie ietevsloeet te 
“we orl boo! Jiieguunve sie nomedspf te Mom Me adolietoworll bam 


‘bot a. ‘he tonegn miei put etry noumiableeg ah ib nedee cub.) Bh Ys! 
ne re f . Oth ANY Ney lene. coat eR 1% seit oie he. 


me TT Dine Cerih:ethtwnabiitw wee ccna eh ina RRL a RE boqste 

ik Satine sinttay wan Semi) Gaeta coher FeAcitths SMTA! amy ieee 
die penuzaeT wot) hae wantt-nen. edt So apts iembgete. bee tie shor ey. 

tac ARH Ieuan ‘yc laga/alite ain Mit oe ahi GT iia and 

7 itt To ae an Loli vo ¥ht, - - fiiius sil) UE nial aria ysis te 

ae ms VERY ! Hite mi oly A Daria on bait ARE NY lee ‘evi Pree 

cr wah Apes i of bi i Hiab teal i OP NB te hia othe 


suse ats nINOD a, per btor fb Hoteeipame: dai jadT OCT. Koga tie 


’ i i muuulods) unt} h al aivoiflbe name, TS ie i ia thy Bian eee BAe 
. : Vt iif | i i ae ice ie \ Hues hile io a1g 


iy aye iL Ad ul Tish 4 ssaih rei tris.) a nf ‘ett AH V7, (es Aare 
fi? ban ceke ila! Be wil, la nite? ‘vii eit wit iit? wit eatitoltSy bate | 


a ‘Oi llevvTaye Hive he Gee 
icy HAM by pa ohudepeteny entail deiacimgna Aut aed a che : 


Hep it feaanry 4h tee retlw lk or nijeng Nee ceutten! Mey meieentel pat nal, vinqiesieW svt 

anitiwe Tie geihesiny! goed govtnnistt ilen Wie Vote V2 sv finrtion A oth Hanns Lteiletaten bat sain a 

lpderiucterta rel orig f re i PRY nit altaty OG ee it hihiield ot ame (ith ite: 1 
jin Ais dois hie feat year 


= hiv " Oa erten’, aad 
ejrelees Ailingite SIG iat) ¢ LTuse eter (beeen ia Gun Heda AMRRAG minted 


Lente Martie pevili iain yin. lingeye eek diebeiae (sbi ob crvayair, meynedeernaro') 
OualnwiTigay Vem ec OU bie CHM dite senetgsiyn goidonen (S) bet ak auulegque Youtes vr 
sry fyi J ae) elite tel mi ris rl Hideo a) buat euribieistin weil. 


pet e Var STG: ee nage 







































7 
a ar. : 


a 


t; 


‘yr 190 EE Sonal A! Lg vice eines bial wah nt u 
lon i | Dine sins ethoem SO CS AMUN ee tor mr ery Vy) 

oa © we. halt UWiheenpeeiala 4 ne ny “ae adie lag ee 

Pee Ce te ‘C1 Sewage 

PA i of 1 ee Sinky tee Peed fap aes ban 

Neth: iy inerip ial qa: CA Renee A 





ne as eel ROME Lene) 


(wie tine.) pete Ar ovens 4.5) Somes hie ‘oof 
bi ahi ' ; ium Ou] ea Cree Veja Agumeiwr : 


wh 1a “gp abel hi caine, pommect sth 
7 ine ¥ 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


RESOLUTION NO. 20-0139 


WHEREAS, Under the California Environmental Quality Act (CEQA) and State of 
California Water Code (Section 10910(g)(1)), the San Francisco Public Utilities Commission 
(SFPUC) is required to prepare and approve a Water Supply Assessment (WSA) for the 
cumulative water demands presented by the proposed 900 7" Street Project, which would 
construct up to 1.27 million gross square feet (gsf) of mixed-use space, including residential, 
office, laboratory and/or life science, production, distribution, and repair uses at the site of an 
existing Recology facility in San Francisco (the “proposed project” or “Project’’); and 


WHEREAS, The 900 7" Street Project is required to comply with the City’s Non-potable 
Water Ordinance, Article 12C of the San Francisco Health Code, and as a result, the Project will 
offset its potable water use through the use of alternate water sources; and 


WHEREAS, A WSA is an informational document that assesses the adequacy of water 
supplies to serve a proposed project and is required to be prepared as part of the CEQA 
environmental review process; and 


WHEREAS, Approval of a WSA as an informational document is not considered an 
approval action as defined in Section 15378 of the CEQA Guidelines; and 


WHEREAS, A WSA must be approved at a public meeting by the governing body of the 
public water supplier that would serve the proposed project; and 


WHEREAS, On December 12, 2018, the State Water Resources Control Board adopted 
an amendment to the Water Quality Control Plan for the San Francisco Bay/Sacramento-San 
Joaquin Delta Estuary (i.e., Bay-Delta Plan Amendment), which, if implemented in the future, 
would affect the Regional Water System supply and the SFPUC’s ability to meet the projected 
demands of existing and future retail customers, including the proposed project; and 


WHEREAS, Multiple lawsuits are pending challenging the Bay-Delta Plan Amendment, 
and the City is a party to one of those suits; and 


WHEREAS, In accordance with the State Water Resources Control Board’s instruction, 
on March 1, 2019, the SFPUC, in partnership with other key stakeholders, submitted a proposed 
“voluntary agreement” (March Ist Proposed Voluntary Agreement) for the State’s consideration 
as a substitute or replacement of the Bay-Delta Plan Amendment; and 


WHEREAS, On March 26, 2019, by Resolution No. 19-0057, this Commission endorsed 
the SFPUC’s continued participation in the voluntary agreement negotiation process and stated 
its intent that the terms of any final voluntary agreement would improve the health of the 
fisheries and maintain the reliability of its water supply including maintenance of its level of 
service (LOS) goal of no more than 20% system-wide rationing; and 
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WHEREAS, Because implementation of the Bay-Delta Plan Amendment or an 
alternative Voluntary Agreement is uncertain at this time, the SFPUC staff prepared the attached 
WSA for the proposed 900 7" Street Project, analyzing water supply and demand under three 
scenarios: (1) No implementation of the Bay-Delta Plan Amendment or the March Ist Proposed 
Voluntary Agreement (“Scenario 1”), (2) Implementation of the March Ist Proposed Voluntary 
Agreement (“Scenario 2”), and (3) Implementation of the Bay-Delta Plan Amendment 
(“Scenario 3”); and 


WHEREAS, The WSA concludes that the SFPUC’s total projected water supplies 
through 2040 will (1) meet the demands of the proposed 900 7" Street Project in normal years 
under all three scenarios, (2) meet the demands of the proposed project in dry years without 
rationing beyond the SFPUC’s LOS goal of 20% system-wide rationing under Scenario 1, (3) 
meet the demands of the proposed project in dry years but require rationing closer to the LOS 
goal under Scenario 2, and (4) not reliably meet the demands of the proposed project without 
rationing at a level greater than that required to achieve the LOS goal under Scenario 3; now, 
therefore, be it 


RESOLVED, This Commission approves the attached Water Supply Assessment for the 
proposed 900 7" Street Project pursuant to the State of California Water Code Section 10910(g). 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of June 23, 2020. 


Secretary, Public Utilities Commission 
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San Francisco 
Water 


Services of the San Francisco Public Utilities Commission 


May 29, 2020 
TOE Commissioner Ann Moller Caen, President 

Commissioner Francesca Vietor, Vice President 

Commissioner Anson Moran 

Commissioner Sophie Maxwell 

Commissioner Tim Paulson 
THROUGH: Harlan L. Kelly, Jr., General arena: 

tH; 

FROM: Steven R. Ritchie, Assistant General Manager, Water jew 
RE: Water Supply Assessment for the 900 7" Street Project 
1.0 Summary 


1.1. Introduction 


Under the Water Supply Assessment law (Sections 10910 through 10915 of the 
California Water Code), urban water suppliers like the San Francisco Public Utilities 
Commission (SFPUC) must furnish a Water Supply Assessment (WSA) to the city or 
county that has jurisdiction to approve the environmental documentation for certain 
qualifying projects (as defined in Water Code Section 10912 (a)) subject to the 
California Environmental Quality Act (CEQA). The WSA process typically relies on 
information contained in a water supplier's Urban Water Management Plan (UWMP), 
and involves answering specific questions related to the estimated water demand of 
the proposed project. This memo serves as the WSA for the proposed 900 7" Street 
Project (“proposed project”), for use in the preparation of an environmental impact 
report by the San Francisco Planning Department (case no. 2018-011976ENV, San 
Francisco Planning Department). 


1.1.1 2015 Urban Water Management Plan 


The SFPUC’s most current UWMP is the UWMP update for 2015, which the 
Commission adopted in June 2016 (Resolution No. 16-0118). The water demand 
projections in the UWMP incorporated 2012 Land Use Allocation (LUA 2012) housing 
and employment growth projections from the San Francisco Planning Department. The 
water demand projections are presented in five-year increments through 2040, meeting 
Water Code requirements. Growth associated with the proposed project was 
encompassed within the LUA 2012, and water demand associated with the proposed 
project was encompassed within the 2015 UWMP water demand projections. 


The WSA for a qualifying project within the SFPUC’s retail service area’ may use 
information from the UWMP. Therefore, the 2015 UWMP is incorporated via 
references throughout this WSA shown in bold, italicized text. The UWMP may be 


accessed at www.sfwater.org/uwmp. 


' SFPUC’s “retail service area” refers to water customers inside the City and County of San 
Francisco, as well as select areas outside of the City. 


OUR MISSION: To provide our customers with high-quality, efficient and reliable water, power and sewer 
services in a manner that values environmentai and community interests and sustains the resources entrusted 
{o our Care. 
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1.1.2 2018 Bay-Delta Plan Amendment 


In December 2018, the State Water Resources Control Board (SWRCB) adopted 
amendments to the Water Quality Control Plan for the San Francisco Bay/Sacramento- 
San Joaquin Delta Estuary (Bay-Delta Plan Amendment) to establish water quality 
objectives to maintain the health of the Bay-Delta ecosystem. The SWRCB is required 
by law to regularly review this plan. The adopted Bay-Delta Plan Amendment was 
developed with the stated goal of increasing salmonid populations in three San Joaquin 
River tributaries (the Stanislaus, Merced, and Tuolumne Rivers) and the Bay-Delta. 
The Bay-Delta Plan Amendment requires the release of 40% of the “unimpaired flow”* 
on the three tributaries from February through June in every year type, whether wet, 
normal, dry, or critically dry. 


If the Bay-Delta Plan Amendment is implemented, the SFPUC will be able to meet the 
projected water demands presented in the 2015 UWMP in normal years but would 
experience supply shortages in single dry years or multiple dry years. The 2015 UWMP 
already assumes limited rationing may be needed in multiple dry years to address an 
anticipated supply shortage by 2040, but implementation of the Bay-Delta Plan 
Amendment will require rationing in all single dry years and multiple dry years and to a 
greater degree to address supply shortages not accounted for in the 2015 UWMP. 


The SWRCEB has stated that it intends to implement the Bay-Delta Plan Amendment on 
the Tuolumne River by the year 2022, assuming all required approvals are obtained by 
that time. But implementation of the Plan Amendment is uncertain for several reasons. 
First, under the Clean Water Act, the United States Environmental Protection Agency 
(U.S. EPA) must approve the water quality standards identified in the Plan Amendment 
within 90 days from the date the approval request is received. It is uncertain whether 
the U.S. EPA will approve or disapprove the water quality standards. Furthermore, the 
determination could result in litigation. 


Second, since adoption of the Bay-Delta Plan Amendment, over a dozen lawsuits have 
been filed in both state and federal court, challenging the SWRCB’s adoption of the 
Bay-Delta Plan Amendment, including a legal challenge filed by the federal 
government, at the request of the U.S. Department of Interior, Bureau of Reclamation. 
That litigation is in the early stage and there have been no dispositive court rulings as 
of this date. 


Third, the Bay-Delta Plan Amendment is not self-implementing and does not allocate 
responsibility for meeting its new flow requirements to the SFPUC or any other water 
rights holders. Rather, the Plan Amendment merely provides a regulatory framework 
for flow allocation, which must be accomplished by other regulatory and/or adjudicatory 
proceedings, such as a comprehensive water rights adjudication or, in the case of the 
Tuolumne River, the 401 certification process in the Federal Energy Regulatory 
Commission's relicensing proceeding for Don Pedro Dam. The license amendment 
process is currently expected to be completed in the 2022-23 timeframe. This process 
and the other regulatory and/or adjudicatory proceedings would likely face legal 
challenges and have lengthy timelines, and quite possibly could result in a different 
assignment of flow responsibility (and therefore a different water supply impact on the 
SFPUC). 


Fourth, in recognition of the obstacles to implementation of the Bay-Delta Plan 
Amendment, SWRCB Resolution No. 2018-0059 adopting the Bay-Delta Plan 
Amendment directed staff to help complete a “Delta watershed-wide agreement, 
including potential flow measures for the Tuolumne River” by March 1, 2019, and to 
incorporate such agreements as an “alternative” for a future amendment to the Bay- 
Delta Plan to be presented to the SWRCB “as early as possible after December 1, 
2019.” In accordance with the SWRCB’s instruction, on March 1, 2019, SFPUC, in 


? Unimpaired flow represents the water production of a river basin, unaltered by upstream 
diversions, storage, or by export or import of water to or from other watersheds. Bay-Delta Plan 
Amendment, Introduction, p.1-8. 
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partnership with other key stakeholders, submitted a proposed project description for 
the Tuolumne River that could be the basis for a voluntary substitute agreement with 
the SWRCB (“March 1st Proposed Voluntary Agreement”). On March 26, 2019, the 
Commission adopted Resolution No. 19-0057 to support SFPUC’s participation in the 
Voluntary Agreement negotiation process. To date, those negotiations are ongoing 
under the California Natural Resources Agency and the leadership of the Newsom 
administration.* The negotiations for a voluntary agreement have made significant 
progress since an initial framework was presented to the SWRCB on December 12, 
2018. The package submitted on March 1, 2019 is the product of renewed discussions 
since Governor Newsom took office. In a written progress report to the Voluntary 
Agreement Plenary Participants dated July 1, 2019, California Secretary for 
Environmental Protection Jared Blumenfeld and California Secretary for Natural 
Resources Wade Crowfoot stated that the collective State agencies (i.e., State Team) 
should be able “to determine the adequacy” of the various proposed voluntary 
agreements, including the proposed Tuolumne Voluntary Agreement, by October 15, 
2019. The report further states that if the State Team decides to recommend the 
Voluntary Agreements to the SWRCB, then (1) scientific peer review of the Voluntary 
Agreements would be completed by the spring of 2020, and (2) a draft CEQA 
document would be released for public comment in the summer of 2020, with a 
finalized CEQA document completed the following year. 


For all these reasons, whether and when the Bay-Delta Plan Amendment will be 
implemented, and how those amendments if implemented will affect the SFPUC’s 
water supply is currently uncertain and possibly speculative. Given this uncertainty, this 
WSA analyzes water supply and demand through 2040 under three scenarios: (1) No 
implementation of the Bay-Delta Plan Amendment or the March 1st Proposed 
Voluntary Agreement (“Scenario 1”), (2) Implementation of the March 1st Proposed 
Voluntary Agreement (“Scenario 2”), and (3) Implementation of the Bay-Delta Plan 
Amendment (“Scenario 3”). 


1.1.3. Basis for Requiring a WSA for the Proposed Project 


The proposed project has not been the subject of a previous WSA, nor has it been part 
of a larger project for which a WSA was completed. 


The proposed project qualifies for preparation of a WSA under Water Code Section 
10912(a) because it is a mixed-use development that includes more than 250,000 
square feet of commercial space. The proposed project is characterized further in 
Section 1.2. 


1.1.4 Conclusion of this WSA 


This WSA concludes that under Scenarios 1, 2, and 3, the SFPUC’s total projected 
water supplies would meet the demands of the proposed project and cumulative retail 
water demands through 2040 in normal years. Based on historic records of hydrology 
and reservoir inflow from 1920 to 2017, current delivery and flow obligations, and fully- 
implemented infrastructure under the 2018 Phased Water System Improvement 
Program (WSIP) Variant, normal or wet years occurred 85 out of 97 years. This 
translates into roughly 9 normal or wet years out of every 10 years. Conversely, 
system-wide rationing is required roughly 1 out of every 10 years. This frequency is 
expected to increase as climate change intensifies. 


Scenario 1 - No Implementation of the Bay-Delta Plan Amendment or the 
Voluntary Agreement: Under Scenario 1, SFPUC’s total projected water supplies 
would meet the projected demands of the retail service area in normal years. During 
dry years, there would be a shortfall of 3.6-6.1 million gallons per day (mgd), or 5-7%. 
The SFPUC could manage this relatively small shortfall by prohibiting certain 


3 California Natural Resources Agency. “Voluntary Agreements to Improve Habitat and Flow in 
the Delta and its Watersheds.” http://resources.ca.gov/voluntary-agreements/. Accessed April 8, 
2019. 
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discretionary outdoor water uses and/or calling for voluntary rationing among all retail 
customers pursuant to its Retail Water Shortage Allocation Plan (Appendix L of the 
UWMP). 


Scenario 2 - Implementation of the Voluntary Agreement: The March 1st Proposed 
Voluntary Agreement has yet to be accepted by SWRCB as an alternative to the Bay- 
Delta Plan Amendment and thus the shortages that would occur with its 
implementation are not Known with certainty. An analysis of water supply impacts 
comparable to the one provided in this WSA for Scenarios 1 and 3 is not available for 
Scenario 2. However, the flow releases under the Voluntary Agreement, unlike the 
Bay-Delta Plan Amendment, are not based on an unimpaired flow approach but on a 
combination of flow and non-flow measures that are designed to benefit fisheries at a 
lower water cost, particularly during multiple dry years when less flow is required, 
preserving more of the SFPUC’s stored water supply from the Tuolumne River. The 
resulting RWS supply shortfalls during dry years under the Voluntary Agreement would 
be less than those under the Bay-Delta Plan Amendment, and therefore would require 
rationing of a lesser degree and closer in alignment to the SFPUC’s adopted level of 
service (LOS) goal for the RWS of rationing of no more than 20% system-wide during 
dry years than that which would occur under Scenario 3. Indeed, in Resolution No. 19- 
0057, the Commission stated its intention that any final voluntary agreement “would 
allow the SFPUC to maintain the (1) Water Supply Level of Service Goal and 
Objectives and (2) Sustainability Level of Service Goal and Objectives adopted in 
Commission Resolution No. 08-0200.” Under Scenario 2, if SFPUC’s March ‘1st 
Proposed Voluntary Agreement were accepted by the SWRCB as an alternative to the 
Bay-Delta Plan Amendment, SFPUC would still face a shortfall in single dry and 
multiple dry years, thus requiring rationing across the retail service area, but of a much 
smaller magnitude. Rationing under Scenario 2, with implementation of the Voluntary 
Agreement, would be to a lesser degree than that under Scenario 3, with 
implementation of the Bay-Delta Plan Amendment. 


Scenario 3 - Implementation of the Bay-Delta Plan Amendment: Under Scenario 3, 
during single dry and multiple dry years starting as soon as the year 2022, the 
estimated year of implementation of the Bay-Delta Plan Amendment, the SFPUC’s total 
projected water supplies cannot meet the demands of the retail service area, including 
those of the proposed project, without gradually increasing higher levels of water 
rationing of up to 50% through 2040 across the retail service area. For the proposed 
project specifically, the SFPUC may impose a lower level of rationing that takes into 
account the installation of water-efficient plumbing fixtures and non-potable water 
systems associated with new construction. 


The relatively small volume of water demand generated by the proposed project itself 
would not exacerbate the projected shortfalls resulting from implementation of the Bay- 
Delta Plan Amendment. Regardless of whether the proposed project is constructed, 
with implementation of the Bay-Delta Plan Amendment, the SFPUC’s existing and 
planned water supplies will not meet the water demands of its retail service area in dry 
years without greater rationing than previously projected in the 2015 UWMP. 


Refer to Section 4.0, Conclusion, for a tabulated comparison of projected retail water 
supplies and demands under Scenarios 1 and 3, the resulting shortfalls, and the 
implications of rationing to the proposed project. 


1.2 Proposed Project Description 


The project sponsor Recology proposes to redevelop a 6.24-acre, irregularly-shaped 
site with a multi-phased, mixed-use development. The project site bounded by Channel 
Street to the south, 7" Street to the east, Berry Street to the north, and De Haro Street, 
as well as private property and Carolina Street, to the west. The project site is currently 
occupied by a total of approximately 39,000 gross square feet (gsf) of space within four 
buildings. 
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The proposed project would demolish the existing buildings on the project site and 
construct up to approximately 1.27 million gsf of building area, including 

approximately 312,500 to 500,000 gsf of residential uses (about 390 to 500 multi-family 
dwelling units); approximately 550,000 to 625,000 gsf of office, laboratory, and/or life 
science uses; and approximately 200,000 to 312,500 gsf of production, distribution, 
and repair (PDR) uses. Other uses (institution and retail) would also be included in the 
project, totaling approximately 23,600 gsf. 


The draft environmental impact report and initial study that will be prepared for the 
proposed project will analyze three different land use scenarios to capture the full 
range of possible land uses that could be developed on the project site. The three land 
use scenarios are (1) Maximum Residential, (2) Maximum Commercial/PDR, and (3) 
Balanced. For the purpose of the WSA, only the Maximum Residential Land Use 
Scenario is assessed for water supply as it would result in the highest water demand 
estimate and encompasses the demands of the other scenarios. This scenario would 
provide approximately 500,000 gsf of residential uses (500 dwelling units), 550,000 gsf 
of commercial (office, life science, lab) uses, and 200,000 gsf of PDR uses. All 
references to the “proposed project” in this memo correspond to the Maximum 
Residential Land Use Scenario unless otherwise noted. 


While construction phasing has yet to be determined, it is conservatively assumed for 
the purpose of the WSA that construction would be completed in one phase starting in 
2021 and ending in 2023. 


For additional details on each land use scenario and the proposed project as a whole, 
see Attachment B. 


2.0 Water Supply 


This section reviews San Francisco’s existing and planned water supplies. 


2.1 Regional Water System 


See Section 3.1 of the UWMP for descriptions of the RWS and Section 6.1 of the 
UWMP for water rights held by City and County of San Francisco and the SFPUC 
Water System Improvement Program (WSIP). 


2.2 Existing Retail Supplies 
Retail water supplies from the RWS are described in Section 6.1 of the UWMP. 


Local groundwater supplies, including the Westside Groundwater Basin, are described 
in Section 6.2.1 of the UWMP. 


Local recycled water supplies, including the Harding Park Recycled Water Project and 
Pacifica Recycled Water Project, are described in Section 6.2.1 of the UWMP. 


2.3 Planned Retail Water Supply Sources 


The San Francisco Groundwater Supply Project is described in Section 6.2.2 of the 
UWMP. Since adoption of the UWMP, four wells have been completed and the start-up 
phase of the project has begun. Starting in April 2017, small amounts of groundwater 
have been blended with RWS supplies for drinking water. Two remaining wells are 
under construction as part of the next phase of the project. 


The proposed Westside and Eastside Recycled Water Projects, as well as non-potable 
water supplies associated with onsite water systems implemented in compliance with 
San Francisco’s Non-potable Water Ordinance (Health Code Chapter 12C), are also 
described in Section 6.2.2 of the UWMP. 
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2.4 Summary of Current and Future Retail Water Supplies 


A breakdown of water supply sources for meeting SFPUC retail water demand through 
2040 in normal years is provided in Section 6.2.5 of the UWMP. For dry years, see the 
next section. 


Based on historic records of hydrology and reservoir inflow from 1920 to 2017, current 
delivery and flow obligations, and fully-implemented infrastructure under the 2018 
Phased Water System Improvement Program (WSIP) Variant, normal or wet years 
occurred 85 out of 97 years. This translates into roughly 9 normal or wet years out of 
every 10 years. Conversely, system-wide rationing is required roughly 1 out of every 10 
years. This frequency is expected to increase as climate change intensifies. 


2.5 Dry-Year Water Supplies 


A description of dry-year supplies developed under WSIP is provided in Section 7.2 of 
the UWMP. Other water supply reliability projects and efforts that are currently 
underway or completed are described in Section 7.4 of the UWMP. Since adoption of 
the UWMP, the following milestones have occurred: 


e Calaveras Dam Replacement Project — Construction of the new dam was 
completed in September 2018, and the reservoir resumed fill during the winter 
season of 2019/2020. 


e Regional Groundwater Storage and Recovery Project — Construction of this 
project is still underway. Phase 1 of the project, consisting of installation of 13 
production wells, will be completed in 2019. Since May/June 2016, the project 
has been in a storage phase through periodic deliveries of RWS surface water 
in lieu of groundwater pumping by Daly City, San Bruno, and the California 
Water Service Company. 


2.6 Additional Water Supplies 


In light of the adoption of the Bay-Delta Plan Amendment and the resulting potential 
limitations to RWS supply during dry years, the SFPUC is increasing and accelerating 
its efforts to acquire additional water supplies and explore other projects that would 
increase overall water supply resilience. Developing these additional supplies would 
reduce water supply shortfalls and reduce rationing associated with such shortfalls. In 
addition to the Daly City Recycled Water Expansion project*, which was a potential 
project identified in the 2015 UWMP and had committed funding at that time, the 
SFPUC has taken action to fund the study of potential additional water supply projects. 
Capital projects under consideration to develop additional water supplies include 
surface water storage expansion, recycled water expansion, water transfers, 
desalination, and potable reuse. The SFPUC is also considering developing related 
policies and ordinances, such as funding for innovative water supply and efficiency 
technologies and requiring potable water offsets for new developments. A more 
detailed list and descriptions of these efforts are provided below. 


The capital projects that are under consideration would be costly and are still in the 
early feasibility or conceptual planning stages. Because these water supply projects 
would take 10 to 30 or more years to implement, and because required environmental 
permitting negotiations may reduce the amount of water that can be developed, the 
yield from these projects are not currently incorporated into SFPUC’s supply 
projections. Capital projects would be funded through rates from both Wholesale and 
Retail Customers based on mutual agreement, as the additional supplies would benefit 
all customers of the RWS, unless otherwise noted. State and federal grants and other 
financing opportunities would also be pursued for eligible projects, to the extent 
feasible, to offset costs borne by ratepayers. 


4 While this potential project was identified in the 2015 UWMP., it has since been approved by 
Daly City following environmental review and has a higher likelihood of being implemented. 
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ak 


Daly City Recycled Water Expansion (Regional, Normal- and Dry-Year 
Supply, 3 mgd) 


Project Description: The SFPUC and North San Mateo County Sanitation District 
(NSMCSD, or Daly City) have been exploring ways to increase the recycled water 
treatment capacity in Daly City to serve additional customers and decrease 
irrigation water withdrawals from the Westside Groundwater Basin, both in San 
Francisco and further south of Daly City. The majority of the irrigation demand met 
by groundwater withdrawals, approximately 2 mgd, serves cemeteries in Colma. 
An initial feasibility study completed in 2010 identified the capital requirements that 
would be needed to produce additional capacity at the existing treatment plant 
location. The study demonstrated that a new tertiary treatment facility would be 
required onsite to produce additional capacity of up to 3.4 mgd. Currently, flows 
that exceed the capacity of the existing treatment plant are discharged into the 
Pacific Ocean. With this project, some of that discharge may be treated and used 
for irrigation. New facilities would include a treatment facility, pump station, 
distribution pipelines, and storage. 


Estimated Costs and Financing: The capital cost is estimated to be $85 million, 
which is budgeted for in the SFPUC’s 10-year capital planning horizon. The annual 
operations and maintenance (O&M) cost is estimated to be $3 million. This project 
may present regional benefits that would result in cost-sharing with Wholesale 
Customers because the replacement of groundwater used for irrigation with 
recycled water will result in a greater volume of groundwater storage that can be 
used in dry years as part of the SFPUC’s existing Groundwater Storage and 
Recovery project, approved by the SFPUC in 2014 in Resolution no. 14-0127. 


Permits and Approvals: Daly City adopted a Final Initial Study/Mitigated Negative 
Declaration (IS/MND) and Mitigation Monitoring and Reporting Program (MMRP) 
for the proposed project in September 2017. The SFPUC has not yet approved its 
participation in the project. Other permits and/or approvals that may be needed for 
this project include: BART, CAL/OSHA, San Francisco Bay RWQCB, and 
encroachment permits from Caltrans, Daly City, South San Francisco, SFPUC, San 
Mateo County, and Colma to construct distribution and storage facilities. 
Institutional agreements between the project partners for project construction and 
operation, as well as with the customers whose supplies will change from 
groundwater to recycled water, will also need to be developed. 


Estimated Acquisition: Construction may occur as soon as 2023 with operation 
beginning in 2027. 


Alameda County Water District Transfer Partnership (Regional, Normal- and 
Dry-Year Supply, 5 mgd) 


Project Description: Water would be acquired from Contra Costa Water District 
(CCWD) for delivery to Alameda County Water District (ACWD) through the South 
Bay Aqueduct utilizing a planned expansion of the Los Vaqueros Reservoir. 


Estimated Costs and Financing: The capital cost is estimated to be $50-150 
million, with an annual O&M cost of $2.5 million. 


Permits and Approvals: Planning and environmental review of the Los Vaqueros 
Reservoir Expansion is underway by CCWD, and has several objectives beyond 
water deliveries to the SFPUC. CCWD has identified over 15 permits, approvals 
and consultations that will be necessary such as Dredge and Fill, National Pollutant 
Discharge Elimination System (NPDES), Streambed Alteration, and Encroachment 
permits. These permits and approvals will be obtained by CCWD and/or its 
contractor. To enable a water supply transfer between ACWD and the SFPUC, 
water right modifications may be necessary and if additional infrastructure is 
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needed, additional permits will be required. As this project is in the conceptual 
stage, permitting details have not yet been identified. 


Estimated Acquisition: Construction may occur as soon as 2028 with operation 
beginning in 2032. 


3. Brackish Water Desalination in Contra Costa County (Regional, Normal- and 
Dry-Year Supply, 9+ mgd) 


Project Description: The Bay Area Brackish Water Treatment (Regional 
Desalination) Project is a partnership between CCWD, East Bay Municipal Utility 
District (EBMUD), SFPUC, Santa Clara Valley Water District (SCVWD) and Zone 7 
to turn brackish water into a reliable, drought-proof drinking water supply, delivering 
a total of up to 10-20 mgd in drought and non-drought years (i.e., dry and normal 
years), throughout the region. A new brackish water treatment plant would be 
constructed in East Contra Costa and tie into the existing CCWD system for 
delivery through Los Vaqueros Reservoir and the South Bay Aqueduct, or delivery 
via a connection with EBMUD. 


The SFPUC would rely on existing infrastructure and institutional agreements to 
receive water transfers from partner agencies. For planning and cost estimation 
purposes, it was assumed that the SFPUC’s share of the regional water supply 

would be 9 mgd in all year types; however, if additional capacity is available, the 
SFPUC may secure additional water supply, based on negotiations with partner 
agencies. 


Estimated Costs and Financing: The capital cost is estimated to be $200-800 
million, with an annual O&M cost of $12-20 million. 


Permits and Approvals: To proceed, this concept would require extensive 
institutional agreements, permitting, and environmental review. Construction of a 
new desalination plant will require construction and operating permits such as 
NPDES, Dredge and Fill, consultations with federal and state agencies, and others. 
In addition, water rights will need to be secured and/or modified. In California, 
permitting and reguiatory approvals of desalination projects has typically taken 10- 
18 years. In addition, institutional agreements among partner agencies will be 
needed. 


Estimated Acquisition: Construction may occur as soon as 2032 and be phased 
so that 5-9 mgd would be available to the region by 2035 and a total of 5-11 mgd 
would be available after 2040. 


4. ACWD-USD Purified Water Partnership (Regional, Normal- and Dry-Year 
Supply, 5 mgd) 


Project Description: This may be an indirect or direct potable reuse project that 
would inject highly-treated water from Union Sanitary District (USD) for 
groundwater recharge, then recover the water through the ACWD Brackish 
Groundwater Desalination Plant. How the water is transferred to the SFPUC 
remains to be determined. 


Estimated Costs and Financing: The capital cost is estimated to be $200-400 
million, with an annual O&M cost of $2.5 million. 


Permits and Approvals: An initial assessment will be underway in 2019, which 
will identify potential project scenarios. Permitting and approvals for a project will 
depend on its design and nature, which have not yet been identified. 


Estimated Acquisition: Construction may occur as soon as 2038 with operation 
beginning in 2045. 
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5. Crystal Springs Purified Water (Regional, Normal- and Dry-Year Supply, 6+ 
mgd) 


Project Description: This is an indirect potable reuse project that would blend 
wastewater from Silicon Valley Clean Water and possibly San Mateo into Crystal 
Springs Reservoir and treat the blended water at Harry Tracy Water Treatment 
Plant for potable reuse. 


Estimated Costs and Financing: The capital cost is estimated to be $400-700 
million, with an annual O&M cost of $18-25 million. 


Permits and Approvals: Construction and operating permits would be required for 
this project. They would likely include NPDES, Encroachment, consultations with 
state and federal agencies, and others. Surface water augmentation is regulated by 
the SWRCB, and consultations and public hearings would be required. 


Estimated Acquisition: Construction may occur as soon as 2034 and be phased 
so that 3-5 mgd would be available to the region by 2035 and a total of 3-7 mgd 
would be available after 2040. 


6. Eastside Purified Water (Retail, Normal- and Dry-Year Supply, 5 mgd) 


Project Description: A purified water plant would be constructed at the Southeast 
Treatment Plant to blend wastewater with Regional Water System supplies for 
potable use. 


Estimated Costs and Financing: The capital cost is estimated to be $220-400 
million, with an annual O&M cost of $5-10 million. 


Permits and Approvals: There is currently no regulatory framework in place to 
enable direct potable reuse. In California, no regulations are anticipated before 
2025, but it is anticipated that extensive consultation will be required with the 
SWRCB. In addition, construction and operating permits and approvals will be 
required, as identified. 


Estimated Acquisition: Construction may occur as soon as 2025 with operation 
beginning in 2030. 


7. San Francisco Eastside Satellite Recycled Water Facility (Retail, Normal- and 
Dry-Year Supply, < 1 mgd) 


Project Description: A centralized recycled water treatment facility would be 
constructed on the eastern side of San Francisco, along with pipelines and a 
storage reservoir, to meet demands not addressed by the Non-potable Water 
Ordinance and Auxiliary Water Supply System (AWSS). 


Estimated Costs and Financing: The capital cost is estimated to be $200 million, 
with an annual O&M cost of $2.5 million. 


Permits and Approvals: |n addition to construction-related permits and approvals, 
this project would require a permit from the Regional Water Quality Control Board 
under its General Order for water reuse. Discharges from the recycled water 
treatment plant to the San Francisco Bay would also require NPDES permitting by 
the Regional Water Quality Control Board. 


Estimated Acquisition: Construction may occur as soon as 2032 with operation 
beginning in 2037. 
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8. Additional Storage Capacity in Los Vaqueros Reservoir from Expansion 
(Regional) 


Project Description: Expansion of storage capacity in Los Vaqueros is to allow 
the ACWD Transfer Partnership and Brackish Water Desalination in Contra Costa 
County to be optimized. 


Estimated Costs and Financing: The capital cost is estimated to be $20-50 
million. SFPUC’s portion of the project yield and cost share are not yet known. The 
annual O&M cost is yet to be estimated. 


Permits and Approvals: Planning and review of the Los Vaqueros Reservoir 
Expansion is underway by CCWD, and has several objectives beyond water 
deliveries to the SFPUC. CCWD has identified over 15 permits, approvals and 
consultations that will be necessary such as Dredge and Fill, NPDES, Streambed 
Alteration, and Encroachment permits. These permits and approvals will be 
obtained by CCWD and/or its contractor. To enable a water supply transfer 
between ACWD and the SFPUC, water rights modifications may be necessary and 
if additional infrastructure is needed, additional permits will be required. As this 
project is in the conceptual stage, permitting details have not yet been identified. 


Estimated Acquisition: Construction may occur as soon as 2021 with operation 
beginning in 2027. 


9. Calaveras Reservoir Expansion (Regional) 


Project Description: Calaveras Reservoir would be expanded to create 289,000 
AF additional capacity to store excess Regional Water System supplies or other 
source water in wet and normal years. In addition to reservoir enlargement, the 
project would involve infrastructure to pump water to the reservoir, such as pump 
stations and transmission facilities. 


Estimated Costs and Financing: The costs of this project is yet to be determined. 


Permits and Approvals: Similar to Los Vaqueros Reservoir Expansion, this 
project would require numerous permits, approvals and consultations, such as 
Dredge and Fill, NPDES, Streambed Alteration, Encroachment, possible water 
right modifications, etc. These permits and approvals will be obtained by SFPUC 
and/or its contractor. As this project is in the conceptual stage, permitting details 
have not yet been identified. 


Estimated Acquisition: Construction may occur as soon as the early 2040s with 
operation beginning around 2050. 


Even if all the capital projects above are implemented, the total amount of water and 
storage yielded would not be enough to make up for the dry year shortfall that may 
result from implementation of the Bay-Delta Plan Amendment as adopted, and would 
occur years after such shortfalls begin. Thus, the SFPUC continues to proactively 
explore opportunities for reuse and innovation, such as the following policies and 
ordinances: 


e Evaluation of Recycled Water Throughout Service Area (Regional and 
Retail) 


Wastewater treatment plants throughout the SFPUC service area would be 
surveyed to identify potential non-potable, indirect potable, and direct potable 
projects. 
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e Innovative Technology Project Funding (Retail) 


SFPUC would award grants for innovative demonstration projects that would 
increase water efficiency and availability (e.g., fog catchers, heat exchangers 
in non-potable water systems, rainwater for potable use, breweries treating 
process water for reuse). 


e New Development Potable Offset Ordinance (Retail) 


The Board of Supervisors could adopt an ordinance requiring certain large 
development projects, to offset the water demand impacts above historical 
water consumption averages for the corresponding parcel(s). Developments 
could be required to achieve a certain offset of potable demands. 


3.0 Water Demand 


This section reviews the climatic and demographic factors that may affect San 
Francisco’s water use, projected retail water demands, and the demand associated 
with the proposed project. 


3.1 Climate 


San Francisco has a Mediterranean climate. Summers are cool and winters are mild 
with infrequent rainfall. Temperatures in the San Francisco area average 57 degrees 
Fahrenheit annually, ranging from the mid-40s in winter to the upper 60s in late 
summer. Strong onshore flow of wind in summer keeps the air cool, generating fog 
through September. The warmest temperatures generally occur in September and 
October. Rainfall in the San Francisco area averages about 22 inches per year and is 
generally confined to the “wet” season from late October to early May. Except for 
occasional light drizzles from thick marine stratus clouds, summers are nearly 
completely dry. A summary of the temperature and rainfall data for the City of San 
Francisco is included in Table 1. 


Table 1: San Francisco Climate Summary 


January 


February 
March 

April 

May 

June 

July 
August 
September 
October 








November 





December 


Annual 
Average 








Source: Western Regional Climate Center (www.wrcc.dri.edu), 1981-2010 data from two San 
Francisco monitoring stations (Mission Dolores/SF#047772 and Richmond/SF#047 767). 





Memo to Commissioners 
WSA for 900 7*" Street Project 
May 29, 2020 

Page 12 of 19 


3.2 Proposed Project Water Demand 


The project sponsor's consultants provided a memo describing the methods and 
assumptions used to estimate the water demand of the proposed project, along with 
the resulting demand (Attachment B). 


Because the proposed project must comply with San Francisco’s Non-potable Water 
Ordinance (Article 12C of the San Francisco Health Code), estimates for both potable 
and non-potable demands were submitted as part of the WSA request. The Non- 
potable Water Ordinance requires new commercial, mixed-use, and multi-family 
residential development projects with 250,000 square feet or more of gross floor area 
to install and operate an onsite non-potable water system. Such projects must meet 
their toilet and urinal flushing and irrigation demands through the collection, treatment, 
and use of available graywater, rainwater, and foundation drainage. While not required, 
projects may use treated blackwater or stormwater if desired. Furthermore, projects 
may choose to apply non-potable water to other non-potable water uses, such as 
cooling tower blowdown and industrial processes, but are not required to do so under 
the ordinance. As indicated in the water demand memo provided on behalf of the 
project sponsor in Attachment B, the proposed project would meet the requirements of 
the Non-potable Water Ordinance by using graywater and rainwater to meet toilet and 
urinal flushing and irrigation. Graywater may also be used to meet cooling demands. 


Both potable and non-potable demands for the project were estimated using the 
SFPUC’s Non-potable Water Calculator. The SFPUC reviewed the memo to ensure 
that the methodology is appropriate for the types of proposed water uses, the 
assumptions are valid and thoroughly documented along with verifiable data sources, 
and a professional standard of care was used. The SFPUC concluded that the demand 
estimates provided on behalf of the project sponsor are reasonable. Water demand 
associated with the proposed project over the 20-year planning horizon is shown in the 
following Table 2. 


The non-potable demand estimates in Table 2 are based on building uses anticipated 
at the time the WSA was requested, i.e., during the planning and environmental review 
stage of the proposed project. It is understood that these estimates will likely change as 
the proposed project’s design progresses, and information submitted for the WSA 
request is not part of the proposed project’s compliance with the Non-potable Water 
Ordinance. City review and approval of a proposed onsite water system must be 
performed separately through the Non-potable Water Program. However, the intent of 
providing a breakdown of potable and non-potable demand estimates in this WSA is to 
demonstrate that the proposed project will incorporate water reuse per City 
requirements and the proposed project's sustainability goals, if any. As noted earlier, 
the total demand of the proposed project, regardless of non-potable use, is already 
encompassed in the 2015 UWMP water demand projections. Furthermore, total 
demand represents the most conservative estimate and accounts for back-up potable 
supplies that must be provided by the SFPUC in the event that non-potable supplies 
serving the proposed project are unavailable. 
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Table 2: Water Demand Based on Project Phasing 


BY-Tun¥- Tae fe) fa ad ge) sfes-{-v0| 7 Te 
Project(mgd) a 2020 2025 2030 


Potential Potable Water 
Savings as Percentage of 
Total Demand 34.0% 34.0% 34.0% 


mgd = million gallons per day 











Notes: 
Total demand conservatively assumes that all demands are met with potable supplies. 
It is conservatively assumed that full buildout would be completed by 2023. 








The San Francisco Planning Department has determined that the proposed project is 
encompassed within the projections presented in LUA 2012 as indicated in the letter 
from the Planning Department to the SFPUC (Attachment A). Therefore, the demand of 
the proposed project is also encompassed within the San Francisco retail water 
demands that are presented in Section 4.1 of the UWMP, which considers retail water 
demand based on the LUA 2012 projections. The following Table 3 shows the demand 
of the proposed project relative to total retail demand. 


Table 3: Proposed Project Demand Relative to Total Retail Demand 


Potable Demand of 
Proposed Project (mgd) 0.050 puss 050 0.050 0.050 


Potable Demand of 

Proposed Project as 

Percentage of Total Retail 

Demand 0.06% 0.06% 
Total Demand of Proposed 

Project (mgd) , 0.076 0.076 0.076 


Total Demand of Proposed 
Project as Percentage of 
Total Retail Demand? 














Notes: 
1. Retail water demands per Table 4-1 of the UWMP, except for the 2020 demand projection, 


which was re-projected to take into account the lower demands being experienced due to the 
recent drought and the lag in occupancy of built units. 

The proposed project is accounted for in the LUA 2012 projections, and subsequently, total 
demands associated with the proposed project are accounted for in the 2015 UWMP retail water 


demand projections. 
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4.0 Conclusion 


4.1 Comparison of Projected Supply and Demand 


4.1.1 Scenario 1: No Implementation of the Bay-Delta Plan Amendment or the 
Voluntary Agreement 


Table 4 below is adapted from Section 7.5 of the UWMP (Table 7-4) and compares 
the SFPUC’s retail water supplies and demands through 2040 during normal year, 
single dry-, and multiple dry-year periods under Scenario 1. 


Local supplies (i.e., supplies not from the RWS) correspond to those in Table 6-7 of 
the UWMP. Procedures for determining RWS supply availability per the SFPUC’s 
WSAP, applicable to all three scenarios, are described in Section 8.3 of the UWMP. 


The projections shown in Table 4 differ from those in the 2015 UVWMP due to two 
reasons. First, the 2009 Water Supply Agreement between SFPUC and its Wholesale 
Customers was recently amended and approved by the Commission on December 11, 
2018 by Resolution No. 18-0212. Table 4 incorporates the minimum level of 5% 
rationing during supply shortages as required by the amendment, and therefore, the 
resulting shortfalls are greater than those previously projected in the 2015 UWMP. 


Second, the projections in Table 4 differ from those in the 2015 UVWMP because Table 
4 reflects SFPUC’s full 8.5-year design drought sequence instead of the minimum 3- 
year sequence required to be provided in the 2015 UWMP. Under legislation adopted 
in 2018 (S.B. 606) future UWMPs will be required to project water supply availability 
during a minimum of 5 years of continuous drought (Water Code section 10631(b)(1)). 


As explained previously in Section 3.2, water demands associated with the proposed 
project are already captured in the retail demand projections presented in the UWMP. 
The proposed project is expected to represent up to 0.10% of the total retail water 
demand. Total retail demands correspond to those in Table 4-1 of the UWMP, and 
reflect both passive and active conservation, as well as water loss. 


As shown in Table 4, under Scenario 1 without implementation of the Bay-Delta Plan 
Amendment, existing and planned supplies would meet all projected RVWWS demands in 
all years except for an approximately 3.6-6.1 mgd, or 5-7%, shortfall during dry years 
through the year 2040. This relatively small shortfall is primarily due to implementation 
of the amended 2009 Water Supply Agreement. To manage a small shortfall such as 
this, the SFPUC may prohibit certain discretionary outdoor water uses and/or call for 
voluntary rationing by its retail customers pursuant to its Retail Water Shortage 
Allocation Plan (Appendix L of the UWMP). The required level of rationing is well 
below the SFPUC’s RWS LOS goal of limiting rationing to no more than 20% ona 
system-wide basis (i.e., an average throughout the RWS). 
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4.1.2 Scenario 2: Implementation of the Voluntary Agreement 


As stated earlier, the March 1st Proposed Voluntary Agreement has yet to be accepted 
by SWRCB as an alternative to the Bay-Delta Plan Amendment and thus the shortages 
that would occur with its implementation are not known with certainty. However, given 
that the objectives of the Voluntary Agreement are to provide fishery improvements 
while protecting water supply through flow and non-flow measures, the RWS supply 
shortfalls under the Voluntary Agreement would be less than those under the Bay-Delta 
Plan Amendment, and therefore would require rationing of a lesser degree than that 
which would occur under Scenario 3. The degree of rationing would also more closely 
align with the SFPUC’s RWS LOS goal of limiting rationing to no more than 20% ona 
system-wide basis in drought years. This goal was adopted in 2008 by the Commission 
(Resolution No. 08-0200). 


4.1.3 Scenario 3: Implementation of the Bay-Delta Plan Amendment 


Table 5 below provides projected supplies and demands under Scenario 3. The RWS 
is projected to experience significant shortfalls in single dry and multiple dry years 
starting as soon as 2022 and through 2040, regardless of whether the proposed project 
is constructed. These significant shortfalls are a result of implementation of the Bay- 
Delta Plan Amendment and not attributed to the incremental retail demand associated 
with the proposed project. Shortfalls would range from about 12 to 45 mgd, 
corresponding to rationing in the retail service area ranging 16-50%, over the next 20 
years. 


lf additional water supplies were not acquired before the Bay-Delta Plan Amendment 
were implemented, the SFPUC would impose customer rationing to help balance water 
supply deficits during dry years. 


Given the severity of the reduction in RWS supply with implementation of the Bay-Delta 
Plan Amendment, existing and planned dry-year supplies would not be enough to meet 
projected retail demands without rationing above the SFPUC’s RWS LOS goal of 
limiting rationing to 20% on a system-wide basis for all dry years starting as soon as 
2022. Although the WSAP does not address implications to retail supply during system- 
wide shortages above 20%, the WSAP indicates that if system-wide shortage greater 
than 20% were to occur, RWS supply would be allocated between retail and Wholesale 
Customers per the rules corresponding to a 16-20% system-wide reduction, subject to 
consultation and negotiation between the SFPUC and its Wholesale Customers to 
modify the allocation rules. The allocation rules corresponding to the 16-20% system- 
wide reduction are reflected in Table 5 above for Scenario 3. These allocation rules 
result in shortfalls of 16-50% across the retail service area as a whole under Scenario 
3 
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4.2 Rationing Implications to the Proposed Project 


While the levels of rationing described above apply to the retail service area as a whole 
(i.e., 5-7% under Scenario 1, 16-50% under Scenario 3), the SFPUC may allocate 
different levels of rationing to individual retail customers based on customer type (e.g., 
dedicated irrigation, single family residential, multi-family residential, commercial, etc.) 
to achieve the required level of retail system-wide rationing. Allocation methods and 
processes that have been considered in the past and may be used in future droughts 
are described in the SFPUC’s current Retail Water Shortage Allocation Plan 
(Appendix L of the UWMP). However, additional allocation methods that reflect 
existing drought-related rules and regulations adopted by the Commission during the 
recent drought (2015-2016 Drought Program adopted by Resolution 15-0119) are more 
pertinent to current and foreseeable development and water use in San Francisco and 
may be included in the SFPUC’s update to its Retail Water Shortage Allocation Plan. 
The updated Retail Water Shortage Allocation Plan will be brought forward to the 
Commission along with the 2020 Urban Water Management Plan for consideration and 
adoption through a public hearing process in 2021. It is anticipated that the updated 
Retail Water Shortage Allocation Plan would include a tiered allocation approach that 
imposes lower levels of rationing on customers who use less water than similar 
customers in the same customer class, and would require higher levels of rationing by 
customers who use more water. This approach aligns with the SWRCB’s statewide 
emergency conservation mandate imposed during the recent drought, in which urban 
water suppliers who used less water were subject to lower reductions than those who 
used more water. Imposing lower rationing requirements on customers who already 
conserve more water is also consistent with the implementation of prior rationing 
programs based on past water use, in which more efficient customers were allocated 
more water through an appeal process administered by the General Manager. Staff 
expects that under a future Retail Water Shortage Allocation Plan adopted by the 
Commission, the allocation method or combination of methods that would be applied 
during water shortages caused by drought would similarly be subject to the discretion 
of the General Manager. 


The SFPUC anticipates that, as a worst-case scenario under Scenario 3, a mixed-use 
commercial customer such as the proposed project could be subject to up to 30% 
rationing during a severe drought.® In accordance with the Retail Water Shortage 
Allocation Plan, the level of rationing that would be imposed on the proposed project 
would be determined at the time of a drought or other water shortage and cannot be 
established with certainty prior to the shortage event. However, newly-constructed 
buildings, such as the proposed project, have water-efficient fixtures and non-potable 
water systems that comply with the latest regulations. Thus, if these buildings can 
demonstrate below-average water use, they would likely be subject to a lower level of 
rationing than other retail customers that meet or exceed the average water use for the 
same customer class. 


° This worst-case rationing level for San Francisco multi-family residential was estimated for the 
purpose of preparing comments on behalf of the City and County of San Francisco on the 
SWRCB’s Draft Substitute Environmental Document in Support of Potential Changes to the Bay- 
Delta Plan, dated March 16, 2017. See comment letter Attachment 1, Appendix 3, Page 5, Table 
3. The comment letter and attachments are available on the SWRCB website: 
https://www.waterboards.ca.gov/public_notices/comments/2016_baydelta_plan_amendment/doc 
s/dennis_herrera.pdf. The rationing estimates prepared for the comment letter apply to the first 6 
years of the SFPUC’s 8.5-year design drought as they reflect the 1987-92 drought. For the last 
2.5 years of the design drought, a corresponding worst-case rationing level for San Francisco 
multi-family residential customers was not estimated. While the level of rationing imposed on the 
retail system will be higher for the outer years of the design drought compared to the first 6 
years, it is reasonable to assume that commercial and industrial customers with onsite water 
systems per the Non-potable Water Ordinance would not have to conserve more than 30% due 
to the efficiency of water use in these developments compared to other commercial and 
industrial customers without onsite water systems. 
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4.3 Findings 


Regarding the availability of water supplies to serve the proposed project beginning in 
2023, the SFPUC finds, based on the entire record before it, as follows: 


e During normal years, the SFPUC’s total projected water supplies will meet the 
projected demands of its retail customers, including those of the proposed 
project, existing customers, and foreseeable future development under 
Scenario 1, Scenario 2, and Scenario 3. 


e During single dry years and multiple dry years under Scenario 1—No 
implementation of the Bay-Delta Plan Amendment or the March 1st Proposed 
Voluntary Agreement—the SFPUC can meet the projected demands of its 
retail customers, including those of the proposed project, existing customers, 
and foreseeable future development without the need for rationing beyond the 
LOS goal of 20% system-wide rationing. Based on past hydrology, statistically 
speaking dry years occur roughly once out of every 10 years. 


e During single dry years and multiple dry years under Scenario 2— 
Implementation of the March 1st Proposed Voluntary Agreement—the SFPUC 
would still face a shortfall in single dry and multiple dry years, thus requiring 
rationing, but to a lesser degree and in closer alignment to the LOS goal of no 
more than 20% system-wide rationing compared to that which would occur 
under Scenario 3. 


e During single dry years and multiple dry years under Scenario 3— 
Implementation of the Bay-Delta Plan Amendment—the SFPUC cannot reliably 
meet the projected demands of its retail customers, including the proposed 
project, existing customers, and foreseeable future development, without 
rationing at a level greater than that required to achieve the LOS goal of a 
maximum of 20% system-wide average rationing starting as soon as 2022. The 
SFPUC estimates it would impose up to 50% rationing across the retail service 
area and up to 30% rationing for mixed-use commercial customers such as the 
proposed project. 


Approval of this WSA by the Commission is not equivalent to approval of the 
development project for which the WSA is prepared. A WSA is an informational 
document required to be prepared for use in the City’s environmental review of a 
project under CEQA. It assesses the adequacy of water supplies to serve the proposed 
project and cumulative demand. 


Furthermore, this WSA is not a “will serve” letter and does not verify the adequacy of 
existing distribution system capacity to serve the proposed project. A “will serve” letter 
and/or hydraulic analysis must be requested separately from the SFPUC City 
Distribution Division to verify hydraulic capacity. 


While this WSA contains information provided by or on behalf of the project sponsor 
regarding the proposed project’s plans for onsite water reuse and demand estimates 
using the SFPUC’s Non-potable Water Calculator, any information submitted to the 
SFPUC for preparation of this WSA does not fulfill the requirements of the Non-potable 
Water Ordinance. City review and approval of a proposed onsite water system must be 
performed separately through the Non-potable Water Program. 


If there are any questions or concerns, please contact Steve Ritchie at (415) 934-5736 


or SRitchie@sfwater.org. 


Attachments: Attachment A, Communications from San Francisco Planning 
Department 
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Communications from San Francisco Planning Department 


SAN FRANCISCO 
PLANNING DEPARTMENT 








DATE: June 13, 2013 

TO: SF Planning EP Planners & SFPUC Planners 

FROM: Scott T. Edmondson, AICP; Aksel Olsen 

RE: Project Types Represented in the Land Use Allocation 


This Memorandum explains the Planning Department’s Land Use Allocation (LUA) and the types of 
projects included in the LUA. The 2012 LUA is the most recent update and uses the Association of Bay 
Area Governments’ (ABAG) May 2012 Jobs-Housing Connection Scenario. As this memorandum 
explains, the Planning Department expects that the LUA will encompass the vast majority of 
development proposals that project sponsors will present to the Planning Department. This 
memorandum also identifies possible unusual circumstances under which EP Planners and the SF PUC 
Planners may want to consult further with the Planning Department’s Information and Analysis Group 


to determine whether a project is encompassed within the LUA. 
ABAG’s Projections of San Francisco’s Economic Growth and the LUA 


The LUA takes ABAG’s 30-year projections of citywide household and job growth and allocates them to 
smaller geographic units, in this case, the traffic analysis zones of the SF Transportation Authority’s 
Countywide Transportation Model. Thus, the LUA does not project growth but simply allocates ABAG’s 
growth projections to subarea locations within the city. The current 2012 LUA uses ABAG’s Jobs-Housing 
Connection Scenario projections for San Francisco and covers the period from 2010 to 2040; these 


projections were released in May 2012 and are represented in five-year increments. 


ABAG derives its demographic and economic growth projections from assumptions about long-term 
demographic and economic growth.! ABAG maintains its own set of regional models and develops each 
forecast with its in-house experts and private economic consultants.* The forecasting is informed by the 
best information and assumptions available through federal and State agencies, such as the State 
Department of Finance, and private sources. However, ABAG develops its forecast based on local 
knowledge from over 50 years of forecasting and develops the forecast to reflect local conditions in 
contrast to more general forecasting assumptions of State or federal sources. ABAG’s estimate of total 
citywide growth for the 30-year period is expected to best represent actual growth at the end of the 30- 
year period. However, projected growth for any portion of the projection period, such as growth in a one- 
year or a five-year period, would be expected to vary from actual growth in such periods. Within the 30- 
year growth projection period, higher than average growth periods could be followed by lower than 
average growth periods such that growth over the period would ultimately equal the projected 30-year 
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total. All projection methodologies make assumptions based on the best available information at the time. 
To minimize the effects of imprecision intrinsic to any projections methodology when used in for 
planning decisions, ABAG follows professional best practices and updates its projections every two years. 
Accordingly, the Planning Department updates its LUA every two years. The planning practice of 
frequently updating projections and plans allows the incorporation of new information over time to 


provide for the most up-to-date projections. 


The SFPUC updates its Urban Water Management Plan (UWMP) every five years. The UWMP typically 
relies on LUA projections or similar information. But, because the LUA is updated every two years, the 
SFPUC may want to review the LUA issued within SFPUC’s 5-year UWMP cycle; and if it varies in a 
significant way from the SFPUC’s projections used in its UWMP, discuss with Planning whether it should 


make any changes in its own water supply needs assessment during an UWMP cycle. 
Types of Projects Included in the LUA 


The LUA translates ABAG’s projected household and job growth into total expected development in San 
Francisco over a 30-year period. The LUA translates ABAG’s household growth into residential housing 
units and ABAG’s job growth into commercial space.* Thus, the LUA projections of housing units and 
commercial space include all project types expected from San Francisco growth, such as housing, office, 
retail, production-distribution-repair (PDR), visitor, and cultural-institutional-educational (CIE). The 
LUA does not exclude any project type or potential growth. As such, the LUA and the ABAG economic 
projections upon which it is based contain the best estimates available of reasonably foreseeable growth 


and development in San Francisco over a 30-year period. 
Unusual Circumstances 


The LUA can be considered to include all reasonably expected growth and development and it is 
frequently updated to correct for expected variations. Nevertheless, there are possible unusual 
circumstances under which the EP Planners or SFPUC Planners may want to request further Planning 
Department consultation with the Information and Analysis Group to determine if a particular project 
falls within the LUA. ABAG’s projections and the Department’s LUA take into account urban economic 
trends and based on that information capture all reasonably foreseeable growth in San Francisco. Limited 
capital and aggregate demand of any urban economy constrains growth. However, occasionally the 
reality or perception may arise that a project lies outside the normal growth constraints of the San 
Francisco economy for some reason, and therefore lies outside ABAG’s projection’s and the Department's 


current spatial allocation in its LUA. 


One can envision the rare case of a project arising outside the City’s economy (demand and capital) from 
an organization not located in San Francisco using nonprofit foundation funds or private donations to 
construct a large institutional project in San Francisco, such as a major hospital, a university, or an office 
complex. These projects would represent spending and demand beyond that normally active in the San 
Francisco economy, and therefore represent net additions to projected growth beyond that captured by 
ABAG’s projections and reflected in the Department’s LUA. Indicative characteristics of such projects 
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would include those with non-local sponsors, of large size, and for an institutional land use. 
Alternatively, very large project proposals from local project sponsors active in the SF economy involving 
a large site, land assembly, a planned unit development (PUDs), master plans, or area plan and rezoning 
proposals may warrant individual assessment for a range of reasons even though they are likely captured 
in ABAG’s projections and the LUA. Such projects would be similar to recent projects such as Hunters 
Point/Candlestick, Park Merced, Treasure Island, Pier 70 Master Plan, Eastern Neighborhoods, or the 


Transit Center District Plan. 


The bi-annual update of ABAG’s projections and the LUA would be able to capture development 
associated with such projects. However, should such a project be proposed between updates, the EP 
Planners and SFPUC could treat its appearance as sufficient cause to request the Planning Department's 


assistance in determining whether to consider the project outside the latest LUA projections. 


1 Please see ABAG’s summary of its research and forecasting on its website: http://www.abag.ca.gov/planning/research/index.html 





? ABAG describes its current Jobs-Housing Scenario policy-based forecast here: 
http://onebayarea.org/pdf/JHCS/May 2012 Jobs Housing Connection Strategy Appendices Low Res.pdf. 


3 The LUA citywide totals only differ slightly, wp to within one percent of ABAG totals (+/-). The difference is produced by LUA’s 
complex method of translating ABAG projections into development (residential units and commercial space) and allocating total 
citywide growth to subarea locations. The minor difference between the LUA and ABAG citywide totals is real in absolute terms, 
but not in the sense that they are different projections. The one percent difference does not constitute a difference of projections. 
ABAG and MTC consider variation of one percent in citywide totals, plus or minus, as sufficiently representing ABAG’s projections 
for consistency with the MTC regional projections and modeling purposes (congestion management, etc.). Even if a few versions of 
the LUA must be done to make minor subarea spatial allocation corrections, as long as the LUA’s citywide totals are within one 
percent of ABAG’s projections, and ABAG’s projections have not changed, the LUA citywide totals have not effectively changed 
either. Any of those LUA versions’ citywide totals fully represent the same unchanged ABAG projection totals. 


SAN FRANCISCO 
PLANNING DEPARTMENT 3 


Attachment B — 


900 7* Street Project Demand Memo 


SAN FRANCISCO 
PLANNING DEPARTMENT MEMO 
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DATE: April 7, 2020 ie 
San Francisco, 
TO: Fan Lau, SFPUC CA 94103-2479 
FROM: David Young, Environmental Planning Reception: 
415.558.6378 
eG: Josh Pollak, Environmental Planning 
Fax: 
RE: 900 7 Street - Water Supply Assessment Request 415.558.6409 
(Planning Department Case No. 2018-011976ENV) Planning 
Information: 
415.558.6377 


The purpose of this memorandum is to request that the San Francisco Public Utilities 
Commission (SFPUC) prepare a Water Supply Assessment (WSA) for the proposed 900 7 Street 
project, in compliance with CEQA Guidelines Section 15155 and Sections 10910 through 10915 
of the California Water Code. 


As indicated in the attached memorandum, the proposed project would demolish the existing 
buildings on the project site and develop the site into five new parcels, Parcels A through E (see 
Figure 1). Parcels A and B would be on the southern half of the site; Parcels C, D, and E would 
be on the northern half of the site. The proposed project would involve construction of up to 
approximately 1.27 million gross square feet of building area, including approximately 312,500 
to 500,000 gross square feet of residential uses (about 390 to 500 multi-family dwelling units); 
approximately 550,000 to 625,000 gross square feet of office, laboratory, and/or life science uses; 
and approximately 200,000 to 312,500 gross square feet of production, distribution, and repair 
(PDR) uses. Other uses (institution and retail) would also be included in the project, totaling 
approximately 23,600 gross square feet. The total building area would be 1,273,600 gross square 
feet: 


The proposed project would also include new public open space west of Parcel A and east of 
Parcel E (discussed in detail below) as well as a multi-use pathway (open to pedestrians and 
bicyclists, but closed to automobile and truck traffic) connecting 7th and Carolina streets, the 
Carolina Extension (a one-block extension of Carolina Street outside of the property line), the 
Alameda Extension (a one-block extension of Alameda Street within the property line 
connecting De Haro and Carolina streets), and paseos (pedestrian walkways between buildings) 
in the north-south direction that would provide new connections between Carolina, Berry, and 
7th streets. The proposed project would provide between 92,070 and 102,030 square feet of new 
open space. Approximately 14,040 to 24,000 square feet would be residential open space, and 
approximately 78,030 square feet would be publicly accessible open space. 


The project sponsor has provided project information intended to meet the requirements 
outlined in the SFPUC guidance memo dated September 6, 2016. A summary of the project 
description, average daily water demands, and supporting tables prepared by the project 
sponsor’s consultant (based on the SFPUC Non-Potable Water Calculator Version 7), are 
attached. 


Should you have questions or need additional information from the Planning Department or 
the project sponsor, please contact me at 415-575-9041 or david.l.young@sfgov.org. mo 
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Memorandum 
To: Josh Pollak, San Francisco Planning Department 
From: = ICF 


Date: April 6, 2020 


Re: 900 7'" Street Mixed-Use Project: Water Supply Assessment Analysis Draft (Case No. 
2018-011976ENV) 





Introduction 


It has been determined that the 900 7% Street Mixed-Use Project (proposed project) in San Francisco's 
South of Market neighborhood, meets the CEQA Guidelines Section 15155(a)(1)(F) thresholds fora 
mixed-use project that would demand an amount of water equivalent to, or greater than, the amount of 
water required by (A) a 500 dwelling unit project, and (C) a commercial office building employing more 
than 1,000 persons or having more than 150,000 square feet of floor space. Under CEQA Guidelines 
Section 15155(b), a water assessment must be developed from the water supplier (San Francisco Public 
Utilities Commission [SFPUC]). This memorandum provides the necessary information for the 
preparation of a Water Supply Assessment by the Planning Department and the SFPUC. 


Proposed Project 


The project sponsor, Recology, proposes to redevelop a 6.24-acre, irregularly shaped site with a multi- 
phased, mixed-use development. The project site, which comprises seven parcels (Assessor’s Block 
3807, Lots 001, 002, 004, 008, 011, 012, and 021), is bounded by Channel Street to the south, 7th Street 
to the east, Berry Street to the north, and De Haro Street, as well as private property and Carolina Street, 
to the west. The project site is currently occupied by a total of approximately 39,000 gross square feet of 
space within four buildings. 


The proposed project would demolish the existing buildings on the project site and develop the site into 
five new parcels, Parcels A through E (see Figure 1). Parcels A and B would be on the southern half of the 
site; Parcels C, D, and E would be on the northern half of the site. The proposed project would involve 
construction of up to approximately 1.27 million gross square feet of building area, including 
approximately 312,500 to 500,000 gross square feet of residential uses (about 390 to 500 multi-family 
dwelling units); approximately 550,000 to 625,000 gross square feet of office, laboratory, and/or life 
science uses; and approximately 200,000 to 312,500 gross square feet of production, distribution, and 
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repair (PDR) uses. Other uses (institution and retail) would also be included in the project, totaling 
approximately 23,600 gross square feet. The total building area would be 1,273,600 gross square feet.! 


The draft environmental impact report (EIR) and initial study that will be prepared for the proposed 
project will analyze three different land use scenarios for 900 7th Street to capture the full range of 
possible land uses that could be developed on the project site. The three land use scenarios for 900 7% 
Street have been identified as Maximum Residential, Maximum Commercial/PDR, and Balanced. The 
Balanced Land Use Scenario is considered the “preferred project”. All three scenarios would result in a 
total maximum development of 1,273,600 gross square feet. A detailed description of each land use 
scenario is provided below: 


e The Maximum Residential Land Use Scenario would provide approximately 500,000 gsf of 
residential uses, 550,000 gsf of commercial (office, life science, lab) uses, and 200,000 gsf of PDR 
uses. 

e The Maximum Commercial/PDR Land Use Scenario would provide approximately 312,500 gsf of 
PDR uses, 312,500 gsf of residential uses, and 625,000 gsf of commercial uses. 

e The Balanced Land Use Scenario would provide approximately 400,000 gsf of residential uses, 
625,000 gsf of commercial uses, and 225,000 gsf of PDR uses. 


Overall development of other (institution/retail) and open space uses (described below) would be the 
same across all land use scenarios. 


The basic information of the proposed project is included in Table 1. 
Table 1. Proposed Project Basic Information 


Project Address 900 7 Street 
Project Block/Lot(s) 3807/001, 002, 004, 008, 011, 012, and 021 
Planning Department Case Number 2018-011976ENV 








ENV Case Manager Josh Pollak 
Estimated Construction Dates 2021 to 20271 
Current Land Use(s) e Production, distribution, and repair (PDR), 





including Recology administrative offices as 
well as parking and maintenance areas 

e Residential 

e Commercial (office, life science, lab) 





Proposed Land Use(s) 



































e PDR 
e Other (institution/retail) 
Site Size (sf) 271,814 sf 
















6.24 acres 


1,273,600 gsf? 
365 


Site Size (acres) 
Project Size (constructed gs 
Days of Operation/Annually 

























1 This total building area includes residential, commercial (office, life science, lab), PDR, and other (institution/retail) 
uses. 
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1 The draft EIR and initial study that will be prepared for the proposed project will analyze a range 
of construction sequencing scenarios to capture the full range of construction phasing and schedule 
possibilities that could be developed on the project site. See Table 5 for more information about the 

range of construction sequencing scenarios. 

2 The project size includes the total building area, which consists of residential, commercial (office, 

life science, lab), PDR, and other (institution/retail) uses. 





Note that the areas used are constructed gross floor area (GSF) as required by the SFPUC Water 
Calculator. These areas do not include the deductions allowed under the San Francisco Planning Code 
for gross floor area. The following page contains details of the proposed project’s site plan. 


The proposed project would also include new public open space west of Parcel A and east of Parcel E 
(discussed in detail below) as well as a multi-use pathway (open to pedestrians and bicyclists, but closed 
to automobile and truck traffic) connecting 7th and Carolina streets, the Carolina Extension (a one-block 
extension of Carolina Street outside of the property line), the Alameda Extension (a one-block extension 
of Alameda Street within the property line, and improvement of the existing Carolina Street public right 
of way north of Channel Street, thereby connecting De Haro and Carolina streets), and paseos 
(pedestrian walkways between buildings) in the north-south direction that would provide new 
connections between Carolina, Berry, and 7th streets. The proposed project would provide between 
92,070 and 102,030 square feet of new open space. Approximately 14,040 to 24,000 square feet would 
be residential open space, and approximately 78,030 square feet would be publicly accessible open 
space. 


There is one project variant proposed, which would allow additional on-street vehicular loading activity 
along portions of Parcel A via a one-way vehicular travel lane from Carolina Street along the northern, 
then eastern boundary of Parcel A and exiting on to Channel Street ("Parcel A loading access lane”). 
Under the variant, the multi-use pathway proposed between 7 Street and Carolina Street would reduce 
the area dedicated to bicycle and pedestrian uses to accommodate each of pedestrian, bicycle and 
loading vehicle activity. The variant would not otherwise modify the proposed loading zones for the 
remainder of the street frontages of the project site. 


The sequencing of project construction could occur in a number of ways, both in terms of the number of 
buildings constructed at a time and the order in which the parcels are built. Since different construction 
scenarios can affect certain environmental topics differently, this draft EIR and initial study consider 
multiple construction scenarios to capture the full range of possible impacts. Three possible 
construction scenarios are described below. Regardless of the scenario, construction on the parcels is 
expected to generally occur in overlapping stages as follows: (1) demolition, (2) site preparation, (3) 
grading, (4) building construction, (5) paving, and (6) architectural coating. Parcels could be constructed 
in any order. 


The most likely scenario includes construction of the proposed project in five phases, with each parcel in 
its own phase. Under this approach, construction of the first phase (Parcel E) is expected to start in fall 
2021 and last approximately 24 months. Construction of phases 2 through 5 (Parcels D, C, B, and A, 
respectively) are assumed to start at approximately the 12-month mark of the previous phase, resulting 
in overlapping construction schedules, although as noted above, the parcels could be constructed in any 
order. Full buildout of the project is expected to take 6 years and be completed in 2027 under this 
scenario. 
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A second construction scenario could involve two parcels being constructed at once, such as 
construction of Parcels E and D, beginning at the same time in fall 2021. Under this scenario, there 
would be four phases of construction, beginning with construction of Parcels E and D, followed by 
sequential construction of Parcels C, B, and A starting at approximately the 12-month mark of the 
previous phase. Full buildout of the project is expected to take fewer than 6 years under this scenario. As 
noted above, the parcels could be constructed in any order. 


A third construction scenario, which would be highly unlikely to occur, could involve all parcels 
constructed at once beginning in fall 2021. Full buildout of the project is expected to take 2 years and be 
completed in 2023 under this scenario. 
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Information regarding the constructed gross areas by land use scenario for the proposed project is 
included in Table 2. 


Table 2. Proposed Project Constructed Gross Areas by Land Use Scenario 





Maximum 
Commercial/ 
Production, 
Maximum Distribution, and 
Residential Land Repair Land Use Balanced Land Use 
Use Scenario (gsf)! Scenario (gsf)! Scenario (gsf)! 


Residential 500,000 (up to 500 312,500 (about 390 | 400,000 (about 390 
multi-family multi-family multi-family 
dwelling units) dwelling units) dwelling units) 


Commercial (office, life 550,000 625,000 625,000 
science, lab) 


Production, Distribution, and 200,000 312,500 225,000 
Repair 


Other (Institution/Retail) 23,600 23,600 23,600 

















Total Maximum 1,273,600 1,273,600 1,273,600 
Development 


Open Space? 92,070-102,030 92,070-102,030 92,070-102,030 














Source: Skidmore, Ownings & Merrill LLP, 2019. 

Notes: gsf = gross square feet 

1 Table does not include allowable or required deductions under the S.F. Planning Code for gross floor 
area. 

2 The total open space does not include proposed landscaped area that is not considered open space. 
The total landscaped area would be approximately 118,867 square feet. 
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The details of the proposed project are included in Table 3. 


Table 3. Proposed Project Details 


District 900 7th Street Special Use District (SUD) 
Height/Bulk District Parcel A and C: 65/105, Parcel B: 65/180, 
Parcel D: 65/200, and Parcel E: 65/120 
Podium/Maximum Building Height Parcel A: 65 feet/105 feet 
Parcel B: 65 feet/220 feet 
Parcel C: 65 feet/105 feet 
Parcel D: 65 feet/ 200 feet 
Parcel E: 65 feet/120 feet 


Number of Residential Units 390 to 500 multi-family dwelling units 











Total Constructed Gross Floor Area (gs 1,273,600 gsf 


Open Space e Residential: 14,040-24,000 sf 
e Public: 78,030 sf 
Total: 92,070-102,030 sf 








Vehicular Parking Spaces 
Car-share Parking Spaces 


Off-Street Loading Zones 


Class I Bicycle Spaces 
Class II Bicycle Spaces 











Existing Water Usage 


For the past several decades, the site at 900 7th Street has contained Recology administrative offices as 
well as parking and maintenance areas for a portion of its fleet of service vehicles, which collect 
municipal solid waste for processing. The project site is currently occupied by a total of approximately 
39,000 gross square feet of space within four buildings. The two permanent structures on the site 
include the administrative office building, which has approximately 20,430 gsf of space, and the truck 
service and parking building, which has approximately 16,100 gsf of space. The two portable structures 
are used for storage and a paint booth, and measure approximately 800 gsf and 1,720 gsf, respectively. 


Based on water demand data provided by the project sponsor, the total water usage for the existing 
buildings at the project site is approximately 900,000 gallons per year (gpy). There is no available 
source or use of recycled water at the project site. 


2 The existing operations at the project site will be relocated to a Recology facility at 501 Tunnel Avenue. The transfer of 
these existing uses is being analyzed as part of a separate environmental review, for which the application is available for 
public review at the Planning Department, 1650 Mission Street, 4th Floor, San Francisco, CA 94103 as part of case file 
number 2018-017279ENV. 
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Proposed Water Usage 


Two studies for the proposed project were conducted using the SFPUC Water Calculator: one for the 
Maximum Residential Land Use Scenario and one for the Maximum Commercial/PDR Land Use Scenario. 
Studies for these scenarios were prepared to determine which scenario would result in the greatest 
water demand. The Balanced Land Use Scenario would include less residential gsf than the Maximum 
Residential Land Use Scenario, the same amount of commercial gsf as the Maximum Commercial/PDR 
Land Use Scenario, and less PDR gsf than the Maximum Commercial/PDR Land Use Scenario; thus, the 
Balanced Land Use Scenario would not have the potential to result in greater water demand than either 
of the other two scenarios. A complete accounting of all proposed water uses for the Maximum 
Residential Land Use Scenario and the Maximum Commercial/PDR Land Use Scenario, with water 
volumes listed in units of gallons per day based on output calculated by the SFPUC Water Calculators, 
whose printable outputs are attached, is included in Table 4. As shown, the Maximum Residential Land 
Use Scenario would have the greatest water demand. 


Table 4. Proposed Project Water Usage 








Type of Use Maximum Residential Maximum Commercial/ 
Land Use Scenario PDR Land Use Scenario 
Annual Water Demand | Annual Water Demand 


Potable 
Showerheads, Lavatory Faucets, Kitchen 18,382,431 gpy 14,661,053 gpy 
Faucets, Dishwashers, Baths, Washing 
Machines, Low Flow Sprayer- Restaurants, 
Etc. 


Non-Potable 


Toilets & Urinals 6,077,541 gpy _| 6,434,643 gpy 

Irrigation 1,150,060 gp 
27,879,600 gp 24,668,808 gp 

Notes: gpy = gallons per year. Totals are consistent with the SFPUC Non-potable Water Calculator and 

may not sum due to rounding. 














These calculations have been developed using the SFPUC’s Water Calculator (Version 7.1). These 
calculations are based on the following assumptions: 


e The uses proposed under the Balanced Land Use Scenario (i.e., less residential space than the 
Maximum Residential Land Use Scenario but more residential space than the Maximum 
Commercial/PDR Land Use Scenario and less PDR space than the Maximum Commercial/PDR 
Land Use Scenario but more residential space than the Maximum Residential Land Use Scenario) 
would not result in a greater water usage than the Maximum Residential Land Use Scenario or 
the Maximum Commercial/PDR Land Use Scenario. Thus, a separate study was not required for 
the Balanced Land Use Scenario. 

e To provide a conservative analysis, the proposed commercial (office, life science, lab) uses under 
the project are categorized as General Office in the SFPUC Water Calculator. The General Office 

8 


e 


ZICF 


Administrative Draft — Subject to Change 


space type has the highest number of employees per gsf of the commercial uses proposed under 
the project. 

e To provide a conservative analysis, the proposed PDR uses under the project are categorized as 
service (e.g., financial, auto) in the SFPUC Water Calculator. 

e To provide a conservative analysis, the water demand is calculated based on the construction 
scenario that would result in the earliest full project water demand (in 2023). 

e The irrigation demand is calculated using values in the SFPUC Water Calculator for landscape 
factors and evaporation rates during the year as they relate to the amount of rainfall received on 
the landscaped areas. 

e Landscape areas would be carefully designed and planned for the intended function of the 
project programs. Plant species to include a selection of plants based on local climate suitability, 
disease, pest resistance and water-conservation. To meet SFPUC water-conservation guidelines, 
plant species would be classified as very low to medium water use. All planting areas would 
have an irrigation system designed to conform to the hydrozones of the planting design using 
automatic drip, bubbler, or spray irrigation with no runoff or overspray. Trees would be 
irrigated on separate zone from understory planting. The irrigation system would use a 
weather-based irrigation controller with evapotranspiration-based scheduling, which 
automatically adjusts the watering schedule based on local weather conditions and can be 
programmed for the water requirements of specific plant species. Detailed planting and 
irrigation plans would be developed in a future phase of site development. 

e The project variant only differs from the project in that it would allow additional on-street 
vehicular loading activity along portions of Parcel A. In addition, the multi-use pathway 
proposed between 7* and Carolina streets would reduce the area dedicated to bicycle and 
pedestrian uses to accommodate each of pedestrian, bicycle and loading vehicle activity. Thus, 
the proposed project and the project variant would have the same amount of water use. 

e The gross square footage per occupant for various land uses in the SFPUC Water Calculator was 
revised to conservatively capture the anticipated actual number of employees at the project site. 
The anticipated number of employees is discussed below. 


With regards to the number of residents and employees that were used in the SFPUC Water Calculator, 
there are no existing residents at the project site. The proposed project would result in between 
approximately 917 (under the Maximum Commercial/PDR Land Use Scenario) and 1,175 residents 
(under the Maximum Residential Land Use Scenario) at the project site and between approximately 
3,093 (under the Maximum Residential Land Use Scenario) and 3,810 (under the Maximum 
Commercial/PDR Land Use Scenario) employees at the project site depending on the land use scenario.3 
Recology is in the process of consolidating its office and fleet parking and maintenance uses to another 
site in the city (at 501 Tunnel Avenue) and it is reasonably assumed that those consolidation efforts will 
be completed in advance of the proposed project’s approvals. There are currently 224 employees at the 
project site who would be relocated to the Recology facility at 501 Tunnel Avenue.* 


3 Estimate of residents based on San Francisco’s average household size of 2.35 persons/household 
(https://www.census.gov/quickfacts/fact/table/sanfranciscocountycalifornia/PST045217). 

4 The transfer of these employees is being analyzed as part of a separate environmental review for the 501 Tunnel Avenue 
Project as part of case file number 2018-017279ENV. 
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Phasing of the Project 


The sequencing of project construction could occur in a number of ways, both in terms of the number of 
buildings constructed at a time and the order in which the parcels are built. The construction scenario 
that would result in the earliest full project water demand is a scenario that would be highly unlikely to 
occur and could involve all parcels constructed at once beginning in fall 2021. Full buildout of the 
project is expected to take 2 years and be completed in 2023 under this scenario. The SFPUC Water 
Calculators for the Maximum Residential Land Use Scenario and for the Maximum Commercial/PDR 
Land Use Scenario were prepared based on the construction scenario that would result in the earliest 
full project water demand (in 2023) to provide a conservative analysis. 


Since the Water Supply Assessment analyzes projected water supply and demand through 2040 in five- 
year intervals, the results of the estimated non-potable demand and potable demand are provided in 
Table 5. The first column does not include water demands for the proposed project, as construction is 
not expected to begin until 2021. However, upon completion of construction of the proposed project in 
2023 (the year of the earliest full project water demand under the possible construction scenarios), 
water consumption is expected to be static every five years thereafter. 


Table 5. Project Non-Potable Demand and Project Potable Demand (2020-2040) 








Project Non- 
Potable 
Demand 
Project Potable 
Demand 












Project Non- 
Potable 
Demand 


Project Potable 
Demand 
Total Demand agi 










9,497,169 


18,382,431 





Dio), 109 


18,382,431 











9,497,169 





18,382,431 











9,497,169 


18,382,431 





20202302023. 2 2025 | 20304 fe 2035... 1. 2040 
Maximum Residential Land Use Scenario 


9,497,169 










18,382,431 


10,007,755 10,007,755 10,007,755 
Spy SPY 
14,661,053 14,661,053 14,661,053 
BP BP BP BP BP 
24,668,808 24,668,808 24,668,808 24,668,808 24,668,808 
BPY_ .ODy asa Pe ee DY. Spy A SPY 








To provide a conservative analysis, the project water demand estimates are based on the construction 
scenario that could involve all parcels constructed at once beginning in fall 2021. Full buildout of the 
project is expected to take 2 years and be completed in 2023 under this scenario. This scenario would be 


highly unlikely to occur. 


Notes: gpy = gallons per year 
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Overall Site Water Management Approach 


The proposed project must comply with all Stormwater Management Requirements (SMRs) regulated 
by the SFPUC, which require new and redevelopment projects to manage stormwater runoff using green 
infrastructure (GI) where feasible. GI is a stormwater management strategy that takes advantage of 
sustainable processes, such as infiltration and rainwater harvesting to manage stormwater runoff at its 
source, 


As the project site is within San Francisco’s Combined Sewer System (CSS) with an existing, 
imperviousness of greater than 50%, the SMR requires a stormwater runoff rate and volume by 25% 
relative to pre-development conditions for the 2-year, 24-hour design storm. Additionally, the SMR 
requires project applicants to assess the feasibility of meeting this requirement using rainwater 
harvesting before looking to other stormwater management/GI approaches such as bioretention 
planters, permeable pavement, or green roofs. 


The most feasible GI technologies for the proposed project are rainwater harvesting, permeable 
surfaces, green roofs, and flow-through bioretention planters. Due to the relatively high imperviousness 
assumed for the proposed project, the reduced performance of lined flow-through bioretention planters, 
and the SFPUC’s technology priorities, rainwater harvesting is the best approach for achieving 
compliance effectively. The inclusion of additional GI elements, such as green roofs and/or under 
drained pervious hardscape that does not accept runoff from adjacent impervious surface, will decrease 
the total rainwater cistern volume required by reducing the amount of stormwater runoff produced. 


The proposed project also meets the criteria to comply with the City’s Non-potable Water Ordinance 
(NPO), which requires that new developments with greater than 250,000 gsf implement an onsite water 
reuse system to meet non-potable water demand. Additionally, the proposed project is subject to the 
Recycled Water Ordinance (RWO) which requires that qualifying projects (e.g., have a gsf of 40,000 sf or 
greater) located in the designated recycled water use areas to provide building dual-plumbing for the 
following uses: irrigation, flushing toilets and urinals, and cooling. 


The NPO requires that qualifying projects capture rainwater (defined as runoff from building roofs and 
other above-ground surfaces, distinct from stormwater which in this context refers to runoff from at- or 
below-grade surfaces) greywater (wastewater from showers, bathroom sinks, and laundry), blackwater 
(wastewater containing bodily or other biological wastes, as from toilets, dishwashers, kitchen sinks, 
and utility sinks), or foundation drainage (nuisance subsurface water collected to maintain a buildings 
structural integrity or to dewater below grade floors that would typically be discharged into the sewer 
system) and use these alternate water sources to meet the following non-potable demands: cooling, 
toilet/urinal flushing, and irrigation. To the maximum extent practicable, the proposed project must 
either meet 100% of these required non-potable demands or utilize 100% of the available rainwater, 
greywater, and foundation drainage. Other non-potable demands, such as cooling tower makeup water 
or clothes washers, are not required but may be met by the water reuse system at the proposed project’s 
discretion. 


As the proposed project is subject to the requirements of the SMR, NPO, and RWO as well as Water 
Efficient Irrigation, Residential Water Conservation and Commercial Water Conservation Ordinances, 
there is a clear direction to reduce water consumption by pursuing a non-potable water reuse strategy 
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that prioritizes the collection of residential greywater to meet the NPO and supplemental use of 
rainwater to meet the SMR. 


A water balance analysis of the potential alternative sources and projected non-potable demands was 
based on: 


e Building constructed gross square footage (gsf) 

e Occupancy load factors per the SFPUC Water Calculator 
e Building fixture flowrates 

e Pervious and irrigated open space areas 


After determining the proposed buildings’ annual non-potable water demands, the SFPUC water balance 
revealed the magnitude of graywater available for collection from the development at the project site. In 
general, residential buildings provide significant non-potable offset due to the volume of shower and 
washing machine water use relative to the non-potable flushing demands in the building within a day. 
The residential, office, PDR, and other (institutional/retail) lavatory and shower water can be treated as 
sources of graywater for meeting non-potable demands. 


Although the proposed project’s graywater collection contributes to a significant offset of the non- 
potable demands, rainwater collection is identified as the source for compliance with NPO requirements 
as the annual collected rainfall not only offsets the residual non-potable water demands but also 
contributes to meeting the SMR. The remaining options for water sources such as foundation drainage 
and blackwater may be considered to be included as a source of non-potable water during the project 
design phase, but are not anticipated at this time. 


The proposed project would meet the Non-Potable Water Ordinance requirements through construction 
of on-site greywater treatment systems. The project would implement either a shared district-wide 
treatment plant or construct multiple treatment plants by parcel. Ifa shared district-wide treatment 
plant is constructed, a private non-potable water distribution system would be installed to deliver non- 
potable water to each parcel and open space area within the project site. Thus, the project would comply 
with the requirements of the Non-Potable Water Ordinance. 
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NON-POTABLE WATER CALCULATOR 
Project Summary Sheet 








Project Contact: Nicole Proiette 
415.875.1157 
nproiette@recology.com 
Total Gross Square Footage: 1,273,600 
1. Demands and Supplies Summary 


Demands Met by Non-Potable Supply for Project 
(gpy): 9,497,200! Meets Grant Criteria for Annual Offset in Year 2023 


Demands Met by Non-Potable Supply for Project *: 


Estimated Site/Building Permit Issuance Date: 12/31/2023 


Project Total Annual Water Demand (gpy) * : 


If Grant Offset Criteria Met, Occurs in Year: 


Potable supplies are allocated to this project to meet remaining demands, Projects are allocated an additional 10% in potable 


Potable Make-Up Water Allocation (gpy): supplies as a buffer. 





Avg. Daily Wet Weather Potable Allocation (gpd): 1,830 Projects are allocated these potable supplies during wet weather months (October - March) 


Avg. Daily Dry Weather Potable Allocation (gpd): 2,132! Projects are allocated these potable supplies during dry weather months (April - September) 





“Note: Estimates based on Tab 6 - Building Potential Summary total water demand values, Manually entered non-potable demands that exceed auto-calculated non-potable demands from Tab 6 may result in Total Annual Water demands greater than the 
value used in this analysis 


2. Building Information Summary 
Main Project Site 1 




















Project / Building Name: |900 7th Street Mixed-Use Project (Max Residential Scena 
Project Address: |900 7th Street, San Francisco, CA 


Assessor's Block & Lot No. / APN: 
Year Online: 


3807/001, 002, 004, 008, 011, 012, 021 


Building Type: |Mixres 


Total Building Size 


(gross square footage or GSF):|4 273 600 


Ln 
271,687 









Total Lot Size (ft”) 
Number of Residential Units: 


Impervious Surface Above Grade (ft): 428,710 
Impervious Surface Below Grade (ft? DS 
Landscaped Area (ft”): 


Site Location (Zone): 


118,867 Ci ea a ea a | 


Eastern SF Eastern SF Eastern SF 














3. Summary of Nonpotable Demands and Supplies for the Project 
Non-Potable Water Supply Estimates 
On-site Altemate Water Source Supplies 











Annual Supply (gpy) Annual Supply (gpy) Annual Supply (gpy) Total (gpy) 
Rainwater: [1441 227 [STS CET SUTTER ETT 
Stormwater: [STATER : Cap ae a Pee ee Td 
Greywater: [10136 BS oh para SRR = Range ah 
Blackwater: [0 fee ar Sy See eer eae ol ae aT 
Foundation Drainage [ PT MT | 
Cooling & Other Supplies [HORE (Mian alee AAS AS ARSE AES 





TOTAL: [12710,108 0 [a Susi samaore feel orate 
Non-Potable Applications Estimates 
Project Specific Non-Potable Application Demands | annual Demand (gpy) Annual Demand (gpy) Annual Demand (gpy) Total (gpy) 





ToltsUrinale: [BOTTA (RTE ART TET NTE STO STNIEREED 
Irrigation: 

Toilets/Urinals + Irrigation: LS LEED 

Cat Tower probe Src wt Ro eny Wp ee ane lear a 


Commercial Laundry & Other 
TOTAL: 
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SITE 1: 900 7th Street Mixed-Use Project 
(Max Residential Scenario) — 900 7th 
Street, San Francisco, CA SITE 2: — SITE3: — 
ae NP Offset | Selected NP 
NP Offset Supplies Sunpis Demand | NP Offset Supplies 
oe ee Timeframe gp) gp gp ar 


This offset analysis 
assumes the full year 















of supplies is 
Lae et Lee OR el daredo8 9,497,169 Eis 9,497,169 AUTEN WaT! 
aus 12,710,108 AS 741 | c | R  | ENN cP | AT Ma RG 407,168 TEOETIE 
ennai 2075 Apne erate |e 12,710;108 1407512 mm | Ca | Ea | ST ONE | IO NN We 407;760 GOncies: See 
sue 112,740,108 eer |_| Se lke 


storage to store 
excess supplies from 
one month in order to 
use those supplies in 
another month with 
unmet demands. 


Cl ee ae ee ae ee ae ee ee ee ee 
oS Se a ee a es a ae a ea a A 
Ee Sa A a ae a a 
0 SS Sa ES Pa A a a a A 
(eee ee ee a a ee a es ae ee ee a 


2033 12,740,108 1576 | CM | ©! | NS CN | NCC [TCL 467,160 





(Lo le ee Se ee ee 
oS Se SS eae ee Ae ee ee ee ee ee 
Lao eee ce ee a 9,497,169 








14,000,000 





10,000,000 





8,000,000 +f 


6,000,000 








Gallons per Year 

















2023 2024 2025 2026 2027 2028 2029 2030 2031 2032 2033 2034 2035 2036 2037 


Year @ Onsite Supplies Selected Non-Potable Demand 





1,600,000 





1,200,000 + 








1,000,000 








Gallons Per Month 

















January February i August September October November December 


@ Onsite Supplies m® Non-potable Demands 
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SAN FRANCISCO PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


London N. Breed 
Mayor 


REGULAR MEETING AGENDA 
Tuesday, July 14, 2020 
1:30 P.M. 


This meeting is being held by Teleconference Pursuant to the Governor’s Executive Order N- 
29-20 and the Twelfth Supplement to Mayoral Proclamation Declaring the Existence of a Local 
Emergency Dated February 25, 2020 


WATCH LIVE: 
https://www.sfgovtv.org/sfpuc 


PUBLIC COMMENT CALL-IN: 
USA Toll-Free: 888-273-3658 / ACCESS CODE: 3107452 


During the Coronavirus Disease (COVID-19) emergency, the San Francisco Public Utilities 
Commission’s (SFPUC) regular meeting room, City Hall, Room 400, is closed. Commissioners 
and SFPUC staff will convene Commission meetings remotely by teleconference. 


Commissioners 
Ann Moller Caen, President 
Francesca Vietor, Vice President 
Anson Moran 
Sophie Maxwell 
Tim Paulson 


Harlan L. Kelly, Jr. 
General Manager 


Donna Hood 
Secretary 
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Remote Meeting Access 


WATCH: 
https://www.sfgovtv.org/sfpuc 


PUBLIC COMMENT CALL-IN: 
USA Toll-Free: 888-273-3658 
ACCESS CODE: 3107452 








Providing Public Comment — Instructions 


DIAL toll-free number 888-273-3658. 

Enter ACCESS CODE 3107452 and then press #. 

Press # again to join the meeting as a participant. 

When the Secretary calls for public comment dial ‘1’ then ‘0’ to be added to the 
speaker line. 

When the system message indicates your line is unmuted, and after you hear a tone, 
you may begin your public comment. 

You will have 2 minutes to provide your comments. 

Once your 2 minutes have ended you will be moved out of the speaker line and back 
to listening as a meeting participant. 

Participants who wish to provide public comment on other agenda items may stay on 
the meeting line and listen for the Secretary’s prompt. 


BEST PRACTICES 
Call from a quiet location 
Speak slowly and clearly 
Turn down any televisions or radios around you 
Address the Commission as a whole, do not address individual Commissioners 








Accessible Meeting Policy: To obtain meeting materials in alternative format, please contact the Commission Secretary at 
415-554-2165 or via email at Commission@sfwater.org. Providing at least 72 hours notice will help to ensure availability. 
Written reports or background materials for calendar items are available on-line at 


http://www.sfwater.org/index.aspx?page=167. 


Know Your Rights Under the Sunshine Ordinance: Government's duty is to serve the public, reaching its decision in full 
view of the public. Commissions, boards, councils and other agencies of the City and County exist to conduct the people's 
business. This ordinance assures that deliberations are conducted before the people and that City operations are open to 
the people's review. For more information on your rights under the Sunshine Ordinance or to report a violation of the 
ordinance, contact Administrator, by mail to Sunshine Ordinance Task Force, 1 Dr. Carlton B. Goodlett Place, Room 244, 
San Francisco, CA 94102.4689; by phone at 554.7724: by fax at 554.7854; or by email at sotf@sfgov.org. Copies of the 
Sunshine Ordinance can be obtained from the Clerk of the Sunshine Task Force, the San Francisco Public Library and on 
the City’s website at http://www.sfgov.org. 
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Lobbyist Registration and Reporting Requirements: Individuals and entities that influence or attempt to influence local 
legislative or administrative action may be required by the San Francisco Lobbyist Ordinance [SF Campaign & Governmental 
Conduct Code §2.100] to register and report lobbying activity. For more information about the Lobbyist Ordinance, please 
contact the San Francisco Ethics Commission at 25 Van Ness Avenue, Suite 220, San Francisco, CA 94102; telephone (415) 
252-3100; fax (415) 252-3112; web site at www.sfgov.org/ethics. 





CEQA Appeal Rights under Chapter 31 of the San Francisco Administrative Code: If the Commission’s action on a 
project constitutes the Approval Action for that project (as defined in S.F. Administrative Code Chapter 31, as amended, Board 
of Supervisors Ordinance Number 161-13), then the CEQA determination prepared in support of that Approval Action is 
thereafter subject to appeal within the time frame specified in S.F. Administrative Code Section 31.16. Typically, an appeal 
must be filed within 30 calendar days of the Approval Action for a project that has received an exemption or negative 
declaration pursuant to CEQA. For information on filing an appeal under Chapter 31, contact the Clerk of the Board of 
Supervisors at City Hall, 1 Dr. Carlton B. Goodlett Place, Room 244, San Francisco, CA 94102, or call (415) 554-5184. If the 
Planning Department's Environmental Review Officer has deemed a project to be exempt from further environmental review, 
an exemption determination has been prepared and can be obtained on-line at http://www.sf- 
planning.org/index.aspx?page=3447.Under CEQA, in a later court challenge, a litigant may be limited to raising only those 
issues previously raised at a hearing on the project or in written correspondence delivered to the Board of Supervisors, 
Planning Commission, Planning Department or San Francisco Public Utilities Commission at, or prior to, such hearing, or as 
part of the appeal hearing process on the CEQA decision. 





ORDER OF BUSINESS 

1. Call to Order 

2. Roll Call 

3. Approval of the Minutes of June 23, 2020 


4. General Public Comment 
Members of the public may address the Commission on matters that are within the 
Commission’s jurisdiction and are not on today’s agenda 


5. Communications (discussion only) 
a) Contract Advertisement Report 
) Correspondence Log 
c) Crystal Springs Regional Trail Update 
d) Report on the Recent Purchase of Driscoll Ranch 
e) Status of Large Development Projects in the Regional Water Supply Service Area 
f) Water Supply Conditions Update 


6. Report of the General Manager (discussion only) 
a) Update on SFPUC Operations During COVID-19 Emergency 
b) Update to SFPUC Operating and Capital Budget FY 2020-21 & 2021-22 


7. Southeast Area Major Projects Status Update (discussion only) (How) 


8. San Francisco Public Utilities Commission Workforce Equity Analysis (discussion only) 
(Hinderliter) 


9. Water Supply Planning Quarterly Report (discussion only) (Ritchie) 
10.New Commission Business (discussion only) 
CONSENT CALENDAR 


11.All matters listed hereunder constitute a Consent Calendar, are considered to be routine 
by the San Francisco Public Utilities Commission and will be acted upon by a single 
vote of the Commission. There will be no separate discussion of these items unless a 
member of the Commission or the public so requests, in which event the matter will be 
removed from the Calendar and considered as a separate item. 


a) Authorize the General Manager to execute, on behalf of the City and County of 
Ve San Francisco, a Memorandum of Understanding with the Modesto Irrigation 
2.00 District and the Turlock Irrigation District for an amount not-to-exceed $2,000,000 
and with a duration of four years, which will allow the SFPUC to reimburse the 
Districts for certain stream gauging activities, and permit the SFPUC and the 
Districts to jointly pay for services involving collaborative monitoring, research, 
mutual aid, and other activities within the Tuolumne River watershed. (Ritchie) 


Sedimentation Tank Influent Gate Upgrades; and authorize the General Manager to 
approve future modifications to the contract for a total revised contract duration of 
up to 894 consecutive calendar days (approximately two years, five months), with 
no change to the contract amount. (Norby) 


Approve the plans and specifications, and award Contract No. WW-702R, 
Jackson, Griffith, and Pierce Streets Combined Sewer Discharge Rehabilitation and 
Backflow Prevention, in the amount of $3,886,300, with a duration of 460 


20 O01 is R consecutive calendar days (approximately one year, three months), to the lowest, 


qualified, responsible and responsive bidder, Trinet Construction, Inc., to perform 
rehabilitation and install backflow prevention systems in the Jackson and Griffith 
Streets combined sewer discharge (CSD) structures, and decommission the Pierce 
Street CSD. This action constitutes the Approval Action for the project for the 
purposes of California Environmental Quality Act, pursuant to Section 31.04(h) of 
the San Francisco Administrative Code. (How) 


REGULAR CALENDAR 


290149 


13. 


290150 


14. 


200151 


hee 


200152 


Discussion and possible action to adopt Resolution of the San Francisco Public 
Utilities Commission Condemning Systemic Racism and Taking Action to 
Promote Racial Justice. (Ellis) 


Approve and authorize the Small Business and Nonprofit Customer Assistance 
Program for COVID-19 Relief consisting of a temporary 20% emergency discount on 
water and sewer bills for small businesses and non-profit organizations with a 
maximum of 50 full-time employees that have experienced income loss due to COVID- 
19. Applications will be accepted on a first come, first served basis, starting on July 

17, 2020 and ending on December 31, 2020, or when the program’s $4.5 million 
funding is exhausted, whichever occurs first. Eligible customers will receive the 
discount for six months, ending no later than June 30, 2021. (Sandler) 


Approve Amendment No. 3 to Agreement No. CS-109, Specialized Engineering 
Services, Recycled Water Projects, with Kennedy Jenks Consultants, Inc./Bahman 
Sheikh Water Reuse Consulting/Water Resources Engineering, Inc. a Joint Venture, 
to provide additional technical and engineering services in support of the Westside 
Recycled Water Project; and authorize the General Manager to execute this 
amendment, increasing the contract amount by $1,950,000 for a total not-to-exceed 
agreement amount of $9,950,000 and no change to contract duration. (How) 


Approve Amendment No. 1 to Agreement No. PRO.0028, New Headworks Facility 
Construction Management Staff Augmentation Services, with HDR Engineering, Inc. 
for construction management staff augmentation services for the New Headworks 
Facility Project; and authorize the General Manager to execute this amendment, 
increasing the agreement amount by $10,000,000, and increasing the agreement 
duration by one year, for a total not-to-exceed agreement amount of $27,000,000 and 
a total agreement duration of seven years, subject to the Board of Supervisors 
approval pursuant to Charter Section 9.118. (How) 


b) 


200141 


Cc) 


290142 


200143 


e) 
200144 
f) 
200145 
g) 
900146 
h) 


Approve the terms and conditions of, and authorize the General Manager to 
execute, a five-year Memorandum of Understanding with the San Francisco Port 
Commission to allow the SFPUC Customer Service Bureau to rent approximately 
3,440 square feet of shed space within Pier 33 to operate SFPUC inspection 
services associated with the supply and billing of water delivered to ships docked at 
the Port, at an initial annual rent of $68,112, with three percent annual increases 
thereafter. (Carlin) 


Approve Amendment No. 3 to Agreement No. CS-1021, Inventory Auditing Services, 
with Macias Gini & O'Connell LLP, to provide inventory count and auditing services 
for Hetch Hetchy, Water Enterprise, and Wastewater Enterprise inventory locations 
for fiscal year 2021; and authorize the General Manager to execute this 
amendment, increasing the agreement amount by $56,250 and increasing the 
agreement duration by one year, for a total not-to-exceed amount of $178,750 and 
a total agreement duration of six years and seven months. (Sandler) 


Approve an increase of 143 calendar days (approximately five months) to the 
contract duration contingency for Contract No. HH-989 Holm Powerhouse 
Rehabilitation and Kirkwood Powerhouse Oil Containment, with Big Valley Electric; 
and authorize the General Manager to approve future modifications to the contract 
for a total contract duration of up to 1,034 consecutive calendar days 
(approximately one year, 10 months), with no change to contract amount. 

(How) 


Approve an increase of $200,000 to the contract cost contingency, and an increase 
of 180 calendar days (nine months) to the contract duration contingency, for 
Contract No. WD-2809, San Francisco Groundwater Supply Phase 2; and 
authorize the General Manager to approve future modifications to the contract for a 
total contract amount of up to $11,358,000 and a total contract duration of up to 
1,255 consecutive calendar days (approximately three years, six months). 

(How) 


Approve an increase in the amount of $500,000 to the contract cost contingency, 
and an increase of 100 calendar days (approximately three months) to the contract 
duration contingency, for Contract No. WW-627R, Baker Beach Green Streets; 
and authorize the General Manager to approve future modifications to the contract 
for a total contract amount of up to $8,334,200 and a total contract duration of up to 
683 consecutive calendar days (approximately one year, eight months). 

(How) 


Accept work performed by Trinet Construction Inc., for Contract No. WW-643R, 
Oceanside Water Pollution Control Plant Building 620 Improvements; approve 
Modification No. 4 (Final), decreasing the contract amount by ($11,783) for a total 
contract amount of $2,309,380, and a total contract duration of 775 consecutive 
calendar days (approximately two years, one month); and authorize final payment 
to the Contractor. (How) 


Approve an increase of 300 calendar days (10 months) to the existing contract 
duration contingency for Contract No. WW-664, North Point Wet Weather Facility 


16. Discussion and possible action (1) Confirming Commission policy regarding 
CleanPowerSF procurement of specified sources of nuclear energy, (2) establishing 
Commission Policy requiring CleanPowerSF to decline any allocations of nuclear 
90153 energy, including for the purpose of reselling it in the wholesale market, and (3) 
Re establishing Commission policy requiring CleanPowerSF not to purchase energy 
from asset controlling suppliers to meet its GHG-reduction objectives, to the extent 
other low or zero carbon resources are available and cost-effective. (Hale) 


17. Adjournment 
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1. Call to Order 
President Caen called the meeting to order at 1:31 PM. 


2. Roll Call 
Present: Caen, Vietor, Moran, Maxwell and Paulson 


3. Approval of the Minutes of June 23, 2020 
On Motion to approve the Minutes of June 23, 2020 


Ayes: Caen, Vietor, Moran, Maxwell and Paulson 
No public comment. 


4. General Public Comment 

- Francisco DaCosta discussed the subpoena that was delivered to the SFPUC. He 
questioned where taxpayer money is going and stated that community benefits 
money has been wasted. 

- Unidentified speaker discussed access to the floodwater grant program and to the 
allotment of funds available per household. 

- David Pilpel expressed appreciation for staff who continue to work 24/7 to ensure 
service. He asked when in-person payments will be allowed. He discussed the 
subpoena and allegations and asked if public responses will be made. 

- Jackie (inaudible) stated safe bike access needs to be made available on the 
Sawyer Camp Trail and Cahada Road. 

- Bill Martin stated any additional water flow needs to the benefit the fish. 

- Alita Dupree stated she values public power and wants continued discussions to 
build municipal utility district. She supports clean hydroelectric power and renewable 
energy. 


5. Communications 
a) Contract Advertisement Report 
b) Correspondence Log 
c) Crystal Springs Regional Trail Update 
d) Report on the Recent Purchase of Driscoll Ranch 
e) Status of Large Development Projects in the Regional Water Supply Service Area 
f) Water Supply Conditions Update 


No public comment. 


6. Report of the General Manager (GM) 


a) Update on SFPUC Operations During COVID-19 Emergency 
Harlan Kelly, Jr. GM, provided a COVID-19 update. He noted the Governor's order 


to “pause” reopening. He discussed the city’s long-term recovery which could last 12 
to 18 months. He noted SFPUC employees will continue to work as Disaster Service , 
Workers throughout the duration of the emergency. He reviewed agency efforts to 
equip employees with personal protective equipment and to allow employees to 
“check out” equipment, such as office chairs, for their remote work. He stated the 
SFPUC concluded the fiscal year in the black with little to no financial impact to 
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employees or projects. He stated that 5,000 applications for the residential 
emergency customer assistance has been received. He indicated a similar program 
for non-profit and small business customers will launch soon. 


GM Kelly responded to a question from President Caen as to when the headquarter 
building will be open, including to the public. 


Public Comment 

- David Pilpel indicated he had difficulty hearing the GM speak via the phone line. 

- Alita Dupre indicated she had difficulty hearing the GM speak via the phone line. 
She stated that the website allows for electronic bill pay but has limited retail 
options. She suggested allowing customers to pay from within their community, 
similar to options for reloading transit cards. 


b) Update to SFPUC Operating and Capital Budget FY 2020-21 & 2021-22 
Charles Perl, Deputy CFO, provided an update to the SFPUC’s operating and capital 


budgets for FY 2020-21 and FY 2021-22. He noted the Mayor’s proposed budget will 
be submitted to the Board of Supervisors on July 31, 2020. The SFPUC budget will 
be presented to the Board on August 14" and 215. 


He reviewed the FY 20-21 and FY 21-22 budget reductions: FY 20-21 total 
Operating Budget $1,785.5 (62.2% reduction) and total budget $2, 167.4 (84.3% 
reduction); and FY 21-22 total Operating Budget $1,862.0 (80.1% reduction) and 
total budget $2,420.1 (110.1% reduction). 


He continued with an overview of FY 20-21 and FY21-22 budget reduction overview: 
citywide salary and benefit savings of 14%, budget balancing reductions 72%, and 
other 14%. He continued with a reduction overview for Water, Wastewater, Hetchy, 
CleanPowerSF and Bureaus (operating and capital cuts). Mr. Perl concluded with a 
review of FY20-21 and FY21-22 budget balancing (position) with 48 position 
changes. 


Public Comment 

- David Pilpel commented he cannot hear the GM via the phone line. He expressed 
support for budget rebalancing efforts. He asked that staff identify themselves 
when speaking. 


7. Southeast Area Major Projects Status Update 
Stephen Robinson, Wastewater Enterprise Capital Programs Director, provided an 


update regarding the Southeast area projects: (1) Southeast Plant (SEP) Biosolids 
Digester Facilities Project, (2) SEP New Headworks Facilities Project, (3) Southeast 
Community Center at 1550 Evans, (4) common elements of working together, (5) 
building foundations update, and (5) Issues, challenges and looking ahead for each 
project. 


Director Robinson responded to a question from Commissioner Maxwell regarding the 
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No public comment. 


8. San Francisco Public Utilities Commission Workforce Equity Analysis 
Justine Hinderliter, Chief People Person, presented the SFPUC Workforce Equity 
Analysis, beginning with key findings and opportunities for Latinx, Black and Female 
employees. She presented (1) ethnic group representation vs. labor market availability, 
(2) ethnic breakdown by job groups at the SFPUC, (3) representation of Black and 
Latinx employees in occupational categories (over represented in service workers and 
administrative support, and under-represented in executive/nmanagement and 
professional), (4) gender representation vs. labor market availability, (5) gender 
breakdown by job groups at the SFPUC, (6) engagement by ethnicity and gender over 
time, (7) engagement survey response rates by ethnicity and gender over time, (8) 
disciplinary/employment actions by ethnicity, (9) disciplinary/employment actions by 
gender, and (10) average severity of disciplinary/employment actions by ethnicity and 
gender. 


Commissioner Paulson thanked Ms. Hinderlitner for her thorough presentation. He 
discussed the make-up of the workforce in construction and the need to recruit a 
diverse workforce. 


Ms. Hinderlitner responded to a question from Vice President (VP) Vietor about metrics 
in goal setting and as to how plans and bold goals can be developed. 


Commission Maxwell stated there are consultants available to help with these efforts. 


Public Comment 

- Cheryl Taylor indicated she is an African American woman who has worked as an 
analyst at the SFPUC for 9.5 years and has been dispatched to serve in other roles in 
the city throughout the years. She encouraged Commissioners to dig deeper into data 
for verification. She indicated that black staff have been ready and able to take 
promotions but have been blunted by questionable recruitment and hiring practices 
with predetermined outcomes. She indicated retention is critical. 

- Francisco DaCosta stated the labor market is only one element and that an analysis 
and needs assessment is necessary to find out why prominent and hardworking 
SFPUC employees have left. 

- Unidentified speaker indicated he supports diversity and wondered how there can be 
diversity with a racist in charge at the City Distribution Division. 


9. Water Supply Planning Quarterly Report 
Steve Ritchie, Assistant General Manager (AGM) Water, presented. He indicated a 


detailed report was communicated to the Commission at the June 9, 2020 meeting. He 
stated a new report format is being used in response to BAWSCA’s request. He 
reviewed (1) planning to meet water supply needs, (2) limited supply options, (3) 
program trends and challenges, (4) staffing, (5) program highlights, and (6) general 
approach and timeline for developing alternative water supply planning. 
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AGM Ritchie responded to questions from VP Vietor regarding the process for the 
development of key objectives and outcomes for the overall water supply plan; if the 
Bay Delta resolution has been sent to the state; and how feedback is received. 


No public comment. 


10. New Commission Business 
In response to comments from VP Vietor regarding the status of safe bike access at 
Sawyer Camp Trail and the flood grant program, the Commission Secretary indicated 
that item 5c is responsive to the Sawyer Camp Trail access inquiry and that the flood 
grant program will be on the August 25" agenda. 


VP Vietor asked that staff investigate the technical difficulties. 


Commissioner Maxwell requested “next steps”, plans, and disciplinary issues related to 
underrepresented employees. GM Kelly suggested the request be addressed during 
item #12 on the agenda. 


Public Comment 

- Jed Holtzman, 350 Bay Area, discussed the technical difficulties and asked that they 
be addressed. He suggested Zoom for meetings. 

- Eric Brooks, Our City, Clean Energy Coalition, discussed technical difficulties and 
suggested Zoom for meetings. 

- David Pilpel thanked the Commission and callers for acknowledging the technical 
difficulties. He noted the difficulty of monitoring speaking time and suggested the 
moderator note time limit. 


The Commission Secretary stated that effective with the August 25" meeting a different 
platform will be used for public comment. 


1 


— 


.Consent Calendar 


a) Authorize the General Manager to execute, on behalf of the City and County of San 
Francisco, a Memorandum of Understanding with the Modesto Irrigation District and 
the Turlock Irrigation District for an amount not-to-exceed $2,000,000 and with a 
duration of four years, which will allow the SFPUC to reimburse the Districts for 
certain stream gauging activities, and permit the SFPUC and the Districts to jointly 
pay for services involving collaborative monitoring, research, mutual aid, and other 
activities within the Tuolumne River watershed. (Resolution 20-0140) 


b) Approve the terms and conditions of, and authorize the General Manager to 
execute, a five-year Memorandum of Understanding with the San Francisco Port 
Commission to allow the SEPUC Customer Service Bureau to rent approximately 
3,440 square feet of shed space within Pier 33 to operate SEPUC inspection 


services associated with the supply and billing of water delivered to ships docked at 
the Port, at an initial annual rent of $68,112, with three percent annual increases 


thereafter. (Resolution 20-0141) 
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c) Approve Amendment No. 3 to Agreement No. CS-1021, Inventory Auditing Services, 
with Macias Gini & O'Connell LLP, to provide inventory count and auditing services 
for Hetch Hetchy, Water Enterprise, and Wastewater Enterprise inventory locations 
for fiscal year 2021; and authorize the General Manager to execute this 
amendment, increasing the agreement amount by $56,250 and increasing the 
agreement duration by one year, for a total not-to-exceed amount of $178,750 and 
a total agreement duration of six years and seven months. (Resolution 20-0142) 


d) Approve an increase of 143 calendar days to the contract duration contingency for 
Contract No. HH-989 Holm Powerhouse Rehabilitation and Kirkwood Powerhouse 
Oil Containment, with Big Valley Electric; and authorize the General Manager to 
approve future modifications to the contract for a total contract duration of up to 


1,034 consecutive calendar days, with no change to contract amount. (Resolution 
20-0143) 





e) Approve an increase of $200,000 to the contract cost contingency, and an increase 
of 180 calendar days to the contract duration contingency, for Contract No. WD- 
2809, San Francisco Groundwater Supply Phase 2: and authorize the General 
Manager to approve future modifications to the contract for a total contract amount 


of up to $11,358,000 and a total contract duration of up to 1,255 consecutive 
calendar days. (Resolution 20-0144) 


f) Approve an increase in the amount of $500,000 to the contract cost contingency, 
and _an increase of 100 calendar days to the contract duration contingency, for 
Contract No. WW-627R, Baker Beach Green Streets: and authorize the General 
Manager to approve future modifications to the contract for a total contract amount 


of up to $8,334,200 and a total contract duration of up to 683 consecutive calendar 
days. (Resolution 20-0145) 





g) Accept work performed by Trinet Construction Inc., for Contract No. WW-643R, 
Oceanside Water Pollution Control Plant Building 620 Improvements; approve 
Modification No. 4 (Final), decreasing the contract amount b 11,783) for a total 
contract amount of $2,309,380, and a total contract duration of 775 consecutive 
calendar days; and authorize final payment to the Contractor. (Resolution 20-0146) 


h) Approve an increase of 300 calendar days to the existing contract duration 
contingency for Contract No. WW-664, North Point Wet Weather Facility 
Sedimentation Tank Influent Gate Upgrades: and authorize the General Manager to 
approve future modifications to the contract for a total revised contract duration of 


up to 894 consecutive calendar days, with no change to the contract amount. 
(Resolution 20-0147) 


i) Approve the plans and specifications, and award Contract No. WW-702R, Jackson, 
Griffith, and Pierce Streets Combined Sewer Discharge Rehabilitation and Backflow 
Prevention, in the amount of $3,886,300, with a duration of 460 consecutive 
calendar days, to the lowest, qualified, responsible and responsive bidder, Trinet 
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in the Jackson and Griffith Streets combined sewer discharge (CSD) structures, 
and decommission the Pierce Street CSD. This action constitutes the Approval 
Action for the project for the purposes of California Environmental Quality Act, 


pursuant to Section 31.04(h) of the San Francisco Administrative Code. (Resolution 
20-0148) 


Public Comment 

- David Pilpel spoke to item 111 and asked if there is any impact, as a result of this 
item, the number of discharges allowed under the permit. Kathy How, AGM 
Infrastructure, indicated there is no change to the number of discharges allowed. 


On Motion to approve the Consent Calendar items 11a through 111: 
Ayes: Caen, Vietor, Moran, Maxwell and Paulson 


The Commission recessed at 4:03 PM and returned to order at 4:15 PM. 


12. Adopt Resolution of the San Francisco Public Utilities Commission Condemning 
Systemic Racism and Taking Action to Promote Racial Justice. (Resolution 20-0149) 
GM Kelly discussed the process for the development of the resolution. He introduced 
Yolanda Manzone, who highlighted the resolution’s overall goals and provided an 
outline of the essential components of the resolution, as determined by the Executive 
Team. 


Goals: (1) articulate agency commitment to advance racial justice while carrying out 
the mission as a regional employer and a water, power and sewer provider, (2) to be 
responsive to Commission requests and to the moment of civil unrest, and (3) to be 
meaningful and spark change. 


Ms. Manzone stated the resolution acknowledges and documents the historical, 
structural, and institutional racism that persists. It acknowledges San Francisco 
government's role in inequities and condemns structural and anti-Black racism. It 
captures the breath of relevant activities at the SFPUC and reaffirms the agencies 
core values and work. The resolution calls upon government to step-up and focuses 
on data and accountability. She indicated the “Resolved” clauses call out steps to 
move from intent into meaningful progress and to dedicate time and resources to 
eliminate structural and institutional racism. 


Commissioner Paulson expressed support for the resolution and moved the item. 

VP Vietor thanked staff and the Executive Team for their work on the resolution. She 
thanked Commissioner Maxwell for her leadership and provided brief comments on 
the resolution. 


Commissioner Moran seconded the motion. 


Commissioner Maxwell thanked staff and VP Vietor for their work. 
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VP Vietor proposed an amendment as a result of comments made by Commissioner 
Maxwell during item #10, to be inserted as the 15 Further Resolved clause, to read: 


if 


‘Further Resolved, That the General manager will work to improve the 
SFPUC record on disciplinary action and give more attention to the results of 


the data presented on July 14, 2020 by the SFPUC’s Chief People Officer; and be 
it” 


GM Kelly noted the Commission will receive quarterly updates at the request of 
Commissioner Maxwell. 


Public Comment 

- Francisco DaCosta stated the difference between a resolution and ordinance Is 
enforcement. He stated community benefit dollars are being wasted and key 
managers need to be fired. 

- Eric Brooks, Our City, stated corporate malfeasance in the Bayview is systemic 
racism. He stated the resolution does not address law enforcement on SFPUC 


property. 


Motion #1: On Motion to approve the proposed amendment: “Further Resolved, 
That the General manager will work to improve the SFPUC record on 
disciplinary action and give more attention to the results of the data presented 
on July 14, 2020 by the SFPUC’s Chief People Officer; and be it” 

Ayes: Caen, Vietor, Moran, and Maxwell 

Absent: Paulson 


Motion #2: On Motion to approve the resolution as amended. 
Ayes: Caen, Vietor, Moran, and Maxwell 
Absent: Paulson 


President Caen thanked Ms. Manzone for her presentation. 


Approve and authorize the Small Business and Nonprofit Customer Assistance 
Program for COVID-19 Relief consisting of a temporary 20% emergency discount on 
water and sewer bills for small businesses and non-profit organizations with a 
maximum of 50 full-time employees that have experienced income loss due to COVID- 
19. Applications will be accepted on a first come, first served basis, starting on July 
17,2020 and ending on December 31, 2020, or when the program’s $4.5 million 
funding is exhausted, whichever occurs first. Eligible customers will receive the 


discount for six months, ending no later than June 30, 2021. (Resolution 20-0150) 
Erin Franks presented the item beginning with a status update for the Residential 


Emergency Program which launched in May and has almost 5,000 applications. She 
discussed the Small Business and Nonprofit Emergency Assistance Program, which 
will offer 20% water/wastewater discount for six months, beginning from the 
application date. The scheduled launch is July 17, 2020, with applications being 
accepted through the end of 2020 or until the funding cap of $4.5M is reached. She 
reviewed eligibility criteria and noted that it is self-certification. 
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Public Comment 


- Eric Brooks, Our City San Francisco, expressed support for the item. He noted the 
item is crucial and that even more money for the program is needed. 


On Motion to approve Item 13 
Ayes: Caen, Vietor, Moran, and Maxwell 
Absent: Paulson 


Approve Amendment No. 3 to Agreement No. CS-109, Specialized Engineering 
Services, Recycled Water Projects, with Kennedy Jenks Consultants, Inc./Bahman 
Sheikh Water Reuse Consulting/Water Resources Engineering, Inc. a Joint Venture, 
to provide additional technical and engineering services in support of the Westside 
Recycled Water Project; and authorize the General Manager to execute this 
amendment, increasing the contract amount by $1,950,000 for a total not-to-exceed 
agreement amount of $9,950,000 and no change to contract duration. (Resolution 20- 
0151) 

Kathy How, AGM Infrastructure, introduced the item and requested approval. 





No public comment. 


On Motion to approve Item 14 
Ayes: Caen, Vietor, Moran, and Maxwell 
Absent: Paulson 


Approve Amendment No. 1 to Agreement No. PRO.0028, New Headworks Facility 
Construction Management Staff Augmentation Services, with HDR Engineering, Inc. 
for construction management staff augmentation services for the New Headworks 


Facility Project; and authorize the General Manager to execute this amendment, 
increasing the agreement amount by $10,000,000, and increasing the agreement 


duration by one year, for a total not-to-exceed agreement amount of $27,000,000 and 
a total agreement duration of seven years, subject to the Board of Supervisors 


approval pursuant to Charter Section 9.118. (Resolution 20-0152) 
AGM How introduced the item and requested approval. 


No public comment. 


On Motion to approve Item 15 
Ayes: Caen, Vietor, Moran, Maxwell and Paulson 


Discussion and possible action (1) Confirming Commission policy regarding 
CleanPowerSF procurement of specified sources of nuclear energy, (2) establishing 
Commission Policy requiring CleanPowerSF to decline any allocations of nuclear 
energy, including for the purpose of reselling it in the wholesale market, and (3) 
establishing Commission policy requiring CleanPowerSF not to purchase energy from 


asset controlling suppliers to meet its GHG-reduction objectives, to the extent other 
low_or zero carbon resources are available and cost-effective. (Resolution 20-0153) 


i 
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Barbara Hale, AGM Power, introduced the item and provided information on the 
Commission’s product content policy which addresses the procurement of nuclear 
power. She noted that on May 7“ the California PUC passed a resolution that gave 
CleanPowerSF the option to voluntary accept approximately 350,000 MWh of 
greenhouse gas free nuclear energy from PG&E for the remainder of 2020, and 
possibly future years. She described three available options (1) accept allocation as 
part of the energy portfolio to serve retail customers, (2) accept allocation for resale 
into the wholesale market, or (3) decline allocation. 


She noted that due to the product content policy the first option is not possible. She 
provided comment on why staff recommends against option two. She discussed why 
staff recommends option three and further discussed the resolution. She noted 
productive discussion occurred with stakeholders after the item was removed from the 
July 14, 2020 agenda. 


Discussion ensued and VP Vietor proposed an amendment to strike the following 
words from the last Further Resolved clause: “,...as long as other low or zero 


carbon energy resources are available and cost-effective for the program to 
procure. 


Public Comment 

- Eric Brooks, Our City San Francisco, expressed support for the proposed 
amendment. He proposed a single word amendment to the fifth Whereas clause to 
replace the word “it” with the word “but”. 

- Don Eichelberger, Abalone Alliance Safe Clearinghouse Alliance, wants to be 
given a choice on where his energy comes from. He does not support the 
purchase of nuclear. 

- Jed Holtzman, 350 Bay Area, thank staff for their work, Commissioner Maxwell for 
her engagement, and VP Vietor for her anendment. He noted the PCIA is not an 
exit fee and will be paid for decades. 

- Alita Dupree expressed support for the item and for the proposed amendments. 
She noted the need to protect the brand and to be bold and aspirational. 

- Jessica Silva, Local Clean Energy Alliance, asked that the Commission not accept 
nuclear energy into the program, not even for resale. She discussed the PCIA Fee. 

- Todd Snyder echoed previous speakers and thanked the Commission and staff for 
their work. He stated the SuperGreen brand is important and when customers sign 
up at the premium price, they expect their choice is truly fossil free. 

- Melissa Yew, Sierra Club, echo precious statements. She asked that no nuclear 
power be accepted into the program. She thanked the Commission and staff for 
their work. 

- Joanie Eisen, SuperGreen customer, thanked the Commission for the work on the 
resolution and for the amendment. She stated that nuclear energy should not be 
part of the mix. 


Commissioner Maxwell thanked the stakeholders and advocates for their work. 
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Motion #1: On Motion to approve the proposed amendment to strike the following 
words from the last Further Resolved clause: “.....as long as other low or zero carbon 
energy resources are available and cost-effective for the program to procure; and to 
include Mr. Brook’s proposed single word amendment to the fifth Whereas clause to 
replace the work “it” with the word “but”. 

Ayes: Caen, Vietor, Moran, Maxwell, and Paulson 


Motion #2: On Motion to approve the resolution as amended. 
Ayes: Caen, Vietor, Moran, Maxwell, and Paulson 


17. Adjournment 
President Caen adjourned the meeting at 5:45 PM. 
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PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0140 


WHEREAS, The SFPUC owns and operates the Hetch Hetchy Water and Power system on 
the Tuolumne River and its tributaries upstream of Don Pedro Reservoir; and 


WHEREAS, The Modesto and Turlock Irrigation Districts (Districts) own and operate water 
supply and hydroelectric facilities on the Tuolumne River, including Don Pedro Dam and Reservoir 
and La Grange Diversion Dam; and 


WHEREAS, The 1913 Raker Act (Act) (38 Stat. 242) requires the City to recognize the prior 
rights of Districts to the natural daily flow of the Tuolumne River, and in furtherance of this 
obligation, section 9(4) of the Act requires the City to locate and construct, at its expense, suitable 
gauging stations for accurately measuring the natural daily flow of the Tuolumne River, including 
flows diverted into Districts’ main canals at La Grange Diversion Dam; and 


WHEREAS, The SFPUC has entered into agreements for hydrologic monitoring and stream 
gauge maintenance with the U.S. Geological Survey (USGS) for many years to meet its obligations 
under section 9(1) of the Act; and 


WHEREAS, The Districts have performed additional stream gauging activities at certain 
gauging stations in support of the USGS’s work under those agreements; and 


WHEREAS, The Districts and the SFPUC have a long history of cooperation in the 
development and operation of their respective facilities on the Tuolumne River and entered into a 
Memorandum of Understanding in furtherance of that purpose, which was approved by this 
Commission on March 8, 2016 by Resolution No. 16-0045 and expired on June 30, 2020; and 


WHEREAS, The SFPUC and Districts collectively desire to continue to collaborate on 
monitoring and research activities to benefit their water supply and power operations; and 


WHEREAS, The SFPUC and Districts on occasion need to perform mutual aid and other 
services in support of each Party’s water supply and power generation and transmission activities 
within the Tuolumne River watershed; and 


WHEREAS, The SFPUC and the Districts have negotiated a Memorandum of Understanding 
for Undertaking Water and Power Resource Studies, Mutual Aid, and Support Services Within the 
Tuolumne River Watershed dated July 1, 2020 (“MOU”), a copy of which is on file with the 
Commission Secretary, that would allow the SFPUC to continue to reimburse Districts for certain 
stream gauging activities conducted under auspices of the Act, and to permit the Parties to pay for 
services provided by third party consultants or another Party’s employees involving collaborative 
monitoring, research, mutual aid, and other activities; and 


WHEREAS, The SFPUC’s total cost of services for gauging station operation and 
maintenance expenses, consulting services, and direct services over the term of the MOU with the 
Districts shall not exceed $2,000,000 (Two Million Dollars); and , 


WHEREAS, The proposed MOU will be funded from Hetch Hetchy Water and Power 
Operating budget current and future appropriations; now, therefore, be it 


RESOLVED, That this Commission hereby authorizes the General Manager of the San 
Francisco Public Utilities Commission to execute the Memorandum of Understanding with the 
Modesto Irrigation District and the Turlock Irrigation District for an amount not-to-exceed 
$2,000,000, and with a total duration of four (4) years with a retroactive effective date of July 1, 
2020, which will allow the SFPUC to reimburse the Districts for certain stream gauging activities, 
and permit the SFPUC and the Districts to jointly pay for services involving collaborative monitoring, 
research, mutual aid, and other activities within the Tuolumne River watershed. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of July 14, 2020. 


pllorna Mood 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0141 


WHEREAS, The San Francisco Public Utilities Commission (SFPUC) Customer Service 
Bureau currently occupies approximately 3,440 square feet of shed space within Pier 33 
(Premises) owned by the San Francisco Port Commission (Port) pursuant to a five-year 
Memorandum of Understanding No. M-15931 (2015 MOU) dated May 1, 2015; and 


WHEREAS, The SFPUC Customer Service Bureau uses the Premises to operate SFPUC 
inspection services associated with the supply and billing of water delivered to ships in dock at 
the Port and the Premises includes the storage of equipment, tools, and vehicles for inspection 
services and related general administrative functions; and 


WHEREAS, The SFPUC and the Port have agreed to enter into a new five-year 
Memorandum of Understanding with updated terms for use of the Premises, designated by the 
Port as M-16666 (2020 MOU); and 


WHEREAS, The 2020 MOU provides for a new initial annual rent of $68,112, with 
three percent annual increases thereafter; and 


WHEREAS, The 2015 MOU expired on June 30, 2020, and the Port has agreed to allow 
the SFPUC to holdover in the Premises until the 2020 MOU becomes effective; and 


WHEREAS, Adoption of this Resolution does not constitute a “project” under California 
Environmental Quality Act Guidelines Section 15378 because there would be no physical change 
in the environment; now, therefore, be it 


FURTHER RESOLVED, That this Commission hereby ratifies, approves and authorizes 
all actions heretofore taken by any City official in connection with this 2020 MOU; and, be it 


FURTHER RESOLVED, That this Commission hereby approves the terms and 
conditions of this 2020 MOU; and, be it 


FURTHER RESOLVED, That this Commission hereby authorizes and directs the 
SFPUC General Manager to execute the 2020 MOU; and, be it 


FURTHER RESOLVED, That this Commission herby authorizes the SFPUC General 
Manager to enter into any amendments or modifications to this 2020 MOU, including without 
limitation, the exhibits, that the General Manager determines, in consultation with the City 
Attorney, are in the best interest of the City, do not materially increase the obligations or 
liabilities of the City, are necessary or advisable to effectuate the purposes and intent of the 2020 
MOU or this resolution, and are in compliance with all applicable laws, including the City 
Charter. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities Commission at 


its meeting of July 14, 2020. 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0142 


WHEREAS, On May 15, 2015, pursuant to the General Manager’s delegated authority 
under Resolution No. 09-0017, the San Francisco Public Utilities Commission (SFPUC) General 
Manager executed Agreement No. CS-1021, Inventory Auditing Services, with Macias, Gini & 
O’Connell LLP (MGO), to provide inventory count and audit services at four SFPUC locations — 
City Distribution’ Division (CDD) Main-Auxiliary Water Supply System (AWSS) Warehouse, 
Millbrae Warehouse, Moccasin Warehouse, and the Southeast Treatment Plant -- in the amount 
of $82,500 and with a duration four years and seven months from June 1, 2015 to December 31, 
2019; and 


WHEREAS, On May 4, 2018, pursuant to the General Manager’s delegated authority 
under Resolution No. 09-0017, Amendment No. | to the Agreement was issued, increasing the 
agreement amount by $15,000, with no change to the agreement duration, to provide inventory 
count services for two additional locations, the Bryant Street Warehouse and the Treasure Island 
Warehouse, for a total not-to-exceed agreement amount of $97,500; and 


WHEREAS, On November 12, 2019, pursuant to Resolution No. 19-0208, this 
Commission approved Amendment No. 2, increasing the agreement amount by $25,000, and 
extending the agreement duration by one year, for one additional year of inventory auditing 
services for fiscal year 19/20, for a total not-to-exceed agreement amount of $122,500 and a total 
duration of five years and seven months; and 


WHEREAS, Amendment No. 3 is being requested to increase the agreement amount by 
$56,250, and to extend the agreement duration by one year through December 13, 2021 to 
provide inventory auditing services for fiscal year 20/21, including a full inventory count for all 
SFPUC inventory warehouses, for a total not-to-exceed agreement amount of $178,750 and a 
total duration of six years and seven months; and 


WHEREAS, The Contract Monitoring Division established a subconsulting requirement 
of 10% Local Business Enterprise (LBE) participation (of the total value of services to be 
provided) for this agreement and 


WHEREAS, Funding for this agreement is available from the Finance Bureau Operating 
Fund — 27180; now, therefore, be itRESOLVED, That this Commission hereby approves 
Amendment No. 3 to Finance Bureau Operating Budget-funded Agreement No. CS-1021, 
Inventory Auditing Services with Macias, Gini & O’Connell LLP, to continue to provide 
inventory auditing services; and be it 


FURTHER RESOLVED, That this Commission authorizes the General Manager to 
execute Amendment No. 3, increasing the agreement amount by $56,250, and extending the 
agreement duration by one year, for one additional year of inventory auditing services for fiscal 
year 20/21, for a total not-to-exceed agreement amount of $178,750 and a total duration of six 
years and seven months. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities Commission at 


its meeting of July 14, 2020. 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0143 


WHEREAS, On August 8, 2017, per Resolution No. 17-0173, this Commission approved 
the award of Hetch Hetchy Water & Power-funded Contract No. HH-989 Holm Powerhouse 
Rehabilitation and Kirkwood Powerhouse Oil Containment to Big Valley Electric; and 


WHEREAS, The construction contract Notice-to-Proceed date was January 29, 2018; and 


WHEREAS, The original contract amount was for $9,948,000 and the original contract 
duration was 583 consecutive calendar days; and 


WHEREAS, Section 6.22(h) of the San Francisco Administrative Code requires 
Commission approval for any cumulative increase in contract amount or duration in excess of 
10% of the original contract amount or duration; and 


WHEREAS, On June 25, 2019, per Resolution No. 19-0122, this Commission approved 
an increase of $1,000,000 to the contract cost contingency for a total contract amount limit of up 
to $11,942,800, and approved an increase of 250 consecutive calendar days to the contract 
duration contingency for a total duration limit of up to 891 consecutive calendar days; and 


WHEREAS, An increase of 143 calendar days to the contract duration contingency is 
being requested to allow for the punch list corrective work which was placed on hold due to 
COVID-19-related state and local legal limitations; and 


WHEREAS, CMD established a Local Business Enterprise (LBE) subcontracting 
participation of 15% for this contract, and the contractor committed to a LBE participation of 
16.09% with its bid submittal; and 


WHEREAS, Funds are available from Project No. 10014075, Holm Powerhouse 
Rehabilitation and Kirkwood Powerhouse Oil Containment Upgrade; now, therefore, be it 


RESOLVED, That this Commission hereby approves an increase of 143 calendar days to 
the existing contract duration contingency for Hetch Hetchy Water & Power-funded Contract 
No. HH-989 Holm Powerhouse Rehabilitation and Kirkwood Powerhouse Oil Containment, for 
a total contract duration contingency of 451 consecutive calendar days; and be it 


FURTHER RESOLVED, That this Commission hereby authorizes the General Manager, 
or his or her designee, to consider, and, if appropriate, to approve any future modifications to the 
contract duration for a total contract duration of up to 1,034 consecutive calendar days, with no 
change to the contract amount. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of July 14, 2020. 


pllorna Mboed 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0144 


WHEREAS, On January 24, 2017, per Resolution No. 17-0015, this Commission 
approved the award of Water Enterprise and Water System Improvement Program (WSIP) 
funded Contract No. WD-2809, San Francisco Groundwater Supply Phase 2 to Western Water 
Constructors, Inc.; and 


WHEREAS, The construction contract Notice-To-Proceed date was August 7, 2017; and 


WHEREAS, The original contract amount was for $9,780,000 and the original contract 
duration was 750 consecutive calendar days; and 


WHEREAS, Sections 6.22(h) of the Administrative Code require that any cumulative 
increase in contract amount or contract duration in excess of 10% of the original contract amount 
or duration be approved by the Commission; and 


WHEREAS, On August 13, 2019: per Resolution No. 19-0155, this Commission 
approved an increase of $400,000 to the contract cost contingency and an increase of 250 
calendar days to the duration contingency, increasing the contract cost contingency to 
$1,378,000, and increasing the contract duration contingency to 325 calendar days, for a total 
contract amount of up to $11,158,000 and a total contract duration of up to 1,075 consecutive 
calendar days; and 


WHEREAS, Modification Nos. 1-5 were issued, increasing the contract amount $877,447 
and increasing the contract duration by 214 calendar days for upsizing two surge tanks, new 
water services for the two well stations, furnishing and installation of piping, fittings and 
appurtenances with higher working pressure for the two well stations, modifications to the well 
pump and overboard design changes at the North Lake Well Station, system pressure design 
change, PG&E scheduling constraints delaying demolition of the North Lake Well Station, and 
extended duration of well rehabilitation at North Lake Well Station, programming and testing of 
electrical, instrumentation and control components, procurement and installation of architectural 
items, and additonal piping, pressure reducing valve, air release valves, furnishing and 
installation of an underground recharge chamber system and additional landscaping work at the 
South Windmill Well Station, and additional well rehabilitation testing, for a total contract 
amount of $10,751,915 and a total contract duration of 964 calendar days; and 


WHEREAS, An increase of $200,000 to the contract cost contingency and an increase of 
180 calendar days to the contract duration contingency are being requested for anticipated 
additional electrical and mechanical modifications, plumbing, pavement of roads, and potential 
extended overhead payment related to stoppage of construction work due to COVID-19 Shelter 
in Place Order; and 


WHEREAS, The Contract Monitoring Division established a Local Business Enterprise 
(LBE) subcontracting goal of 15% for this construction contract, and the contractor committed to 
a LBE participation of 18.72% with its bid submittal; and 


WHEREAS, A final environmental impact report (FEIR) was prepared for this project 
and was certified by the Planning Department on December 19, 2013; and 


WHEREAS, Funds are available from Project No. CUW30102 — San Francisco 
Groundwater Supply; now therefore, be it 


RESOLVED, That this Commission hereby approves an increase of $200,000 to the 
existing contract cost contingency and an increase of 180 calendar days to the existing contract 
duration contingency for the Water Enterprise and WSIP-funded Contract No. WD-2809, San 
Francisco Groundwater Supply Phase 2, for a total cost contingency $1,578,000, and a total 
duration contingency of up to 505 consecutive calendar days; and be it 


FURTHER RESOLVED, That this Commission hereby authorizes the General Manager, 
or his or her designee, to consider, and, if appropriate, to approve future modifications to the 
contract for a total contract amount of up to $11,358,000 and a total contract duration of up to 
1,255 consecutive calendar days. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of July 14, 2020. 


pllorna Mood 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0145 


WHEREAS, On September 25, 2018, per Resolution No. 18-0157, this Commission 
approved the award of the Sewer System Improvement Program (SSIP)-funded Contract No. 
WW-627R, Baker Beach Green Streets Project, to Minerva Construction, Inc; and 


WHEREAS, The construction contract Notice-to-Proceed date was January 10, 2019; and 


WHEREAS, The original contract amount was for $7,122,000 and the original contract 
duration was 530 consecutive calendar days; and 


WHEREAS, Section 6.22(h) of the Administrative Code requires Commission approval 
for any cumulative increase in contract amount or duration in excess of 10% of the original 
contract amount or duration; and 


WHEREAS, An increase of $500,000 to the contract cost contingency and an increase of 
100 consecutive calendar days to the contract duration contingency are being requested to reduce 
the volume of stormwater entering the combined sewer system by installing green infrastructure 
and to implement traffic calming improvements; and 


WHEREAS, CMD established a Local Business Enterprise (LBE) subcontracting 
participation of 20% for this contract, and the contractor committed to a LBE participation of 
20.49% with its bid submittal; and 


WHEREAS, SFPUC funds are for this amendment are available from Sewer System 
Improvement Program Project No. CWWSIPFCDBO5, Baker Beach Green Streets; now, 
therefore be it 


RESOLVED, That this Commission hereby approves an increase of $500,000 to the 
existing contract cost contingency and an increase of 100 calendar days to the existing contract 
duration contingency for Wastewater Enterprise, SSIP-funded Contract No. WW-627R, Baker 
Beach Green Streets Project, for a total contract cost contingency of $1,212,200 and a total 
contract duration contingency of 153 consecutive calendar days; and be it 


FURTHER RESOLVED, That this Commission hereby authorizes the General 
Manager, or his or her designee, to consider, and, if appropriate, to approve any future 
modifications to the contract for a total contract amount of up to $8,334,200, and a total 
contract duration of up to 683 consecutive calendar days. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of July 14, 2020. 


pllor nn bbsod 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0146 


WHEREAS, Trinet Construction Inc. has completed its work for Wastewater Enterprise, 
Renewal and Replacement Treatment Facilities Program - funded Contract No. WW-643R, 
Oceanside Water Pollution Control Plant Building 620 Safety Improvements; and 


WHEREAS, On. December 12,. 2017, per Resolution No. 17-0245, this 
Commissionawarded Contract No. WW-643R, Oceanside Water Pollution Control Plant 
Building 620 Safety Improvements, in the amount of $2,156,000, to the responsible bidder, 
submitting the lowest responsive bid, Trinet Construction Inc.; and 


WHEREAS, The construction contract Notice-To-Proceed date was set for March 5, 
2018, with an original schedule of 455 consecutive calendar days and the Contractor completed 
the contract work in 775 consecutive calendar days on May 8, 2020; and 


WHEREAS, The original contract amount was $2,156,000 and the original contract 
duration was 455 consecutive calendar days; and 


WHEREAS, Section 6.22(h) of the Administrative Code requires that any cumulative 
increase in contract amount or duration in excess of 10% of the original contract cost or duration 
be approved by the Commission; and 


WHEREAS, On November 26, 2019, per Resolution No. 19-0222, this Commission 
approved an increase of 400 consecutive calendar days to the contract duration contingency due 
to unforeseen wastewater process failures within the digester facilities that delayed the 
Contractor from completing the contract work, increasing the contract duration contingency to 
445 consecutive calendar days and a total contingency of up to 900 consecutive calendar days; 
and 


WHEREAS, Modification Nos. 1-3 were issued per Resolution No. 19-0222, increasing 
the contract amount to $165,163, and increasing the contract duration by 320 consecutive 
calendar days, for a total contract amount of $2,321,163 and a total revised contract duration of 
775 consecutive calendar days: and 


WHEREAS Modification No. 4 (Final) is being requested to decrease the contract 
amount by ($11,783), for quantities adjustments to reflect actual quantities used, for a total 
contract amount of $2,309,380, with no change to the contract duration; and 


WHEREAS, The Contract Monitoring Division has determined that the contractor has 
substantially complied with the Local Business Enterprise (LBE) subcontracting requirements by 
achieving a final LBE participation of 22.22%; and 


WHEREAS, Funds are available from Project No. CWWRNRTF92 Oceanside Water 
Pollution Control Plant Digester Recirculation Pump (Project ID - 10015779); now, therefore, be 
it 


RESOLVED, That this Commission hereby accepts work performed by Trinet 
Construction Inc. for Wastewater Enterprise, Renewal and Replacement Treatment Facilities 
Program - funded Contract No. WW-643R, Oceanside Water Pollution Control Plant Building 
620 Safety Improvements, approves Modification No. 4 (Final), decreasing the contract amount 
by $11,783, for a total contract amount of $2,309,380 and a total contract duration of 775 
consecutive calendar days, and authorizes final payment to the Contractor. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of July 14, 2020. 


Pllorna Abed 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0147 


WHEREAS, On October 23, 2018, per Resolution No. 18-0170, this Commission 
approved the award of Wastewater Enterprise, Renewal and Replacement (R&R) Program- 
funded Contract No. WW-664, North Point Wet Weather Facility Sedimentation Tank Influent 
Gate Upgrades, to Cal State Constructors, Inc.; and 


WHEREAS, The construction contract Notice-To-Proceed date was set for January 14, 
2019; and 


WHEREAS, The original contract amount was for $2,471,000 and the original contract 
duration was 540 consecutive calendar days; and 


WHEREAS, Section 6.22(h) of the San Francisco Administrative Code requires 
Commission approval for any cumulative increase in contract amount or duration in excess of 
10% of the original contract amount or duration; and 


WHEREAS, An increase of 300 consecutive calendar days to the existing contract 
duration contingency is being requested due to delays associated with field verification of long- 
lead equipment (influent gate assemblies) and construction sequencing not being able to initiate 
field installation work during the wet-weather season; and 


WHEREAS, Contract Monitoring Division (CMD) established a Local Business 
Enterprise (LBE) subcontracting requirement of 16% for this contract, and the contractor 
committed to a LBE subcontracting participation of 20.73% with its bid submittal; and 


WHEREAS, Funds are available from Project No. CWWRNRTF75, North Point Facility 
Dewatering Pump Replacement and Sludge Crossover Line Upgrades; now be it 


RESOLVED, That this Commission hereby approves an increase of 300 calendar days to 
the existing contract duration contingency for Wastewater Enterprise, R&R Program-funded 
Contract No. WW-664, North Point Wet Weather Facility Sedimentation Tank Influent Gate 
Upgrades, with Cal State Constructors, Inc., for a total contract duration contingency of 354 
calendar days; and be it 


FURTHER RESOLVED, That this Commission hereby authorizes the General Manager, 
or his designee, to consider and, if appropriate, to approve any future modifications to the 
contract for a total contract duration of up to 894 consecutive calendar days, with no change to 
the contract amount. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of July 14, 2020. 


lor Mod 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0148 


WHEREAS, Wastewater Enterprise (WWE), Sewer System Improvement Program 
(SSIP)-funded, Contract No. WW-702R, Jackson, Griffith, and Pierce Streets Combined Sewer 
Discharge Rehabilitation and Backflow Prevention, was advertised on May 22, 2020; and 


WHEREAS, The Engineer’s Estimate is $4,970,100 for this construction contract work to 
rehabilitate and improve combined sewer discharge (CSD) structures at Jackson and Griffith 
Streets and to install backflow prevention systems to prevent the bay water from entering the 
City’s collection system, and to decommission the existing CSD at Pierce Street; and 


WHEREAS, The contract duration is 460 consecutive calendar days; and 
WHEREAS, Two (2) bids were received and opened publicly on June 4, 2020; and 


WHEREAS, San Francisco Public Utilities Commission (SFPUC) staff and Contract 
Monitoring Division (CMD) review of the bids for qualifications, responsibility, responsiveness 
and application of bid preferences resulted in the establishment of Trinet Construction, Inc. as 
the lowest, qualified, responsible bidder with the lowest responsive bid; and 


WHEREAS, The CMD established a Local Business Enterprise (LBE) subcontracting 
participation of 14% established for this contract, and the contractor committed to a LBE 
participation of 14.15% with its submittal; and 


WHEREAS, The firm being awarded a contract by the SFPUC must be in compliance 
with the Equal Benefits Provisions of Chapter 12B of the City’s Administrative Code either at 
the time of the award, or within 2 weeks of the date of the Commission award; failure of the 
bidder to obtain compliance certification from CMD may result in award of the contract to the 
next lowest, responsible and responsive bidder, or re-bidding of the contract at the discretion of 
the City; and 


WHEREAS, Funds are available from SSIP Project No. CWWSIPCSCD04, Backflow 
Prevention and Monitoring; and 


WHEREAS, On October 29, 2019, the Planning Department determined that this project 
is categorically exempt from the California Environmental Quality Act Guidelines under Section 
15301, Class 1 (Existing Facilities); now therefore, be it 


RESOLVED, That this Commission hereby approves the plans and specifications and 
awards WWE, SSIP-funded Contract No. WW-702R, Jackson, Griffith, and Pierce Streets 
Combined Sewer Discharge Rehabilitation and Backflow Prevention, in the amount of 


$3,886,300, for a duration of 460 consecutive calendar days, to the responsible bidder submitting 
the lowest responsive bid, Trinet Construction, Inc. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of July 14, 2020. 


Worm Mod 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


RESOLUTION NO.:: 20-0149 


WHEREAS, The San Francisco Public Utilities Commission has reflected on the current 
events of the murders of George Floyd, Breonna Taylor, Anmaud Arbery, Alex Nieto, Mario 
Woods, Luis Gongora Pat, and countless others as a result of police brutality and misconduct, 
and underlying government and economic structures that create the platform for these events; 
and 


WHEREAS, People of color are disproportionately affected by the COVID-19 pandemic 
and its economic fallout, with clear racial disparities in the rates of infection and death from 
COVID-19 among Black, Indigenous, and people of color, thereby exacerbating existing health 
and economic disparities; and 


WHEREAS, The San Francisco Public Utilities Commission is committed to the fair 
treatment of people of all races, cultures and incomes, and affirms that diversity, inclusiveness 
and respect are core values of the agency; and 


WHEREAS, The San Francisco Public Utilities Commission is committed to advancing 
racial justice by centering the agency’s programs and resource allocations on racial and social 
equity, both as regional employer, as well as a service provider; and 


WHEREAS, The San Francisco Human Rights Commission defines racial equity as the 
systematic fair treatment of people of all races that results in equal outcomes, while recognizing 
the historical context and systemic harm done to specific racial groups; and 


WHEREAS, San Francisco has a long history of creating and/or enforcing laws, policies, 
and institutions that have perpetuated racial inequities in San Francisco to the benefit of the 
white population, much of which history is difficult to document due to historical erasure, and 
the conditions that have created such racial inequities are also compounded by the intersection of 
race with class, gender, sexuality, immigration status, disability, and other social identities and 
experiences that result in inequitable treatment or opportunities; and 


WHEREAS, Following centuries of racist laws and policies, systemic and institutional 
racial and social disparities persist for Black, Indigenous, and people of color across key 
indicators of success in San Francisco and the region, including but not limited to access to a 
healthy environment, educational attainment, government services, jobs and job training, and 
contracting for government projects; and 


WHEREAS, The legacy of these discriminatory policies is that San Francisco’s Black, 
Indigenous and people of color have historically been, and many currently are, denied equal 
access to essential services and means of creating wealth, including affordable housing and 


homeownership opportunities, high performing public schools, adequate transportation options, 
safe parks and open spaces, affordable health care, access to financial capital and 
entrepreneurship opportunities, and stores selling healthy food, among others; and 


WHEREAS, There is a persistent and well-documented racial wealth gap and Black, 
Indigenous and people of color are more likely to experience a “digital divide” and suffer 
insufficient access to computers, the internet and other technologies that can limit full 
participation in the workforce; and 


WHEREAS, Research published in a 2019 McKinsey report shows that workforce 
automation trends may be widening the racial wealth gap because Black, Indigenous and people 
of color will experience the disruptive forces of automation from a distinctly disadvantaged 
position, partially because they are overrepresented in “support roles” that are most likely to be 
impacted by automation; and 


WHEREAS, Although the City has taken steps to undo the damage caused by past 
policies and practices, the racial disparities caused continue to the present day, and despite 
progress in addressing explicit discrimination, implicit racial inequities continue to be deep, 
pervasive, and persistent in San Francisco resulting in an unequal playing field for Black, 
Indigenous and people of color; and 


WHEREAS, In 2007 the City created the African American Out-Migration Task Force 
and acknowledged a systemic and persistent out-migration of Black residents from San 
Francisco, and has directed resources to mitigate out-migration; and 


WHEREAS, San Francisco and other cities are part of a movement to eliminate 
institutional racism in partnership with the Government Alliance on Race and Equity (GARE), a 
national network dedicated to achieving racial equity and advancing opportunities for all, and 
SFPUC’s ongoing participation in GARE since its inception in 2014 has helped to provide some 
staff with initial training, tools, and support to build the Agency’s organizational capacity to 
advance racial equity in its programs, policies, and services; and 


WHEREAS, The Board of Supervisors, through Resolution No. 190547 adopted on July 
11, 2019, amended the Administrative Code to create an Office of Racial Equity as a Division of 
the Human Rights Commission, with authority to create a citywide Racial Equity Framework, 
analyze the impact of Board ordinances on racial equity, and create a racial reconciliation 
process, require City departments to create Racial Equity Action Plans and to provide annual 
updates on such Plans, require City departments to designate employees as racial equity leaders, 
and require the Department of Human Resources to produce an annual report concerning racial 
equity in the City workforce; and 


WHEREAS, After more than twenty years of anti-affirmative action policies and 
California’s Proposition 209, there is a strong basis of evidence that racial disparities have only 
increased, resulting in disparate impacts particularly for Black, Indigenous and people of color; 
and 


WHEREAS, According to a 2015 Equal Justice Society report, California Proposition 
209 caused state and local governments to end race- and gender-conscious contracting programs, 
resulting in a loss of $1 billion in potential contract dollars annually for businesses owned by 
women and people of color; and 


WHEREAS, As a result of Proposition 209 ending race-and gender-conscious contracting 
programs and according to the City’s Contract Monitoring Division's Local Business Enterprise 
certification database, the number of San Francisco white, male-owned businesses (“Other 
Business Enterprises”) certified as Local Businesses Enterprises by the City’s Contract 
Monitoring Division now exceeds African American, Latino, Asian, Indigenous and all other 
people-of-color-owned “Minority Business Enterprises” combined, and far exceeds all Women 
Business Enterprises; and 


WHEREAS, As a government institution, we must proactively take-on structural racism 
to change how local government works so that racial equity is a priority in both policy and 
practice and we must work intentionally to level the playing field for Black, Indigenous and 
people of color. We cannot proclaim race meaningless and continue to be deeply divided by race; 
and 


WHEREAS, As public servants, we each individually have a responsibility to take action 
against systemic and institutional racism and recognize that silence and inaction amount to 
complicity. In order to dismantle the systemic racism that persists, it is dependent upon all 
SFPUC employees and leadership at all levels to proactively and explicitly address racial 
injustices in our work at the SFPUC; and 


WHEREAS, In 2009, this Commission adopted the Environmental Justice Policy, 
defining environmental justice as the fair treatment of people of all races, cultures and incomes 
and committing to the ensuring that no one group of people should bear a disproportionate share 
of the negative environmental consequences resulting from the operations, programs and/or 
policies of the SFPUC; and 


WHEREAS, In 2011, this Commission adopted the Community Benefits Policy, with the 
vision of achieving positive social and environmental effects for communities through the 
- SFPUC’s operation and improvement of its water, wastewater and power services; and 


WHEREAS, Since 2014, the SFPUC has worked towards the implementation of 
competency-based talent management to help eliminate bias in hiring and performance 
appraisals, along with the inclusion of the Valuing Diversity competency in the Leadership 
Competency Model for all employees; and 


WHEREAS, The SFPUC has several projects underway to collect and analyze employee 
data and trends, such as implementation of analytics platforms and administration of employee 
surveys, to understand employee experience, disaggregated by race and gender, and identify 
inequities throughout the employee lifecycle; and 


WHEREAS, SFPUC workforce data demonstrates that the SFPUC workforce is 68.9% 
male dominated, and Black and Latinx employees are underrepresented in the higher-paying 


Professional and Managerial classes, and Black employees are overrepresented in employee 
disciplinary/employment actions; and 


WHEREAS, the SFPUC acknowledges that increasing diversity, representation, inclusion 
and a sense of belonging at all levels, including the Commission, Executive Leadership and 
Professional and Managerial classes is critical, as it results in better outcomes for individuals as 
well as for the Agency; and 


WHEREAS, The SFPUC acknowledges that we must move beyond intentions and words 
into decisive action to create an environment where every employee understands their role in 
advancing racial equity through their work, and every employee is safe, supported, empowered 
and accountable; and 


WHEREAS, The SFPUC acknowledges that Black, Indigenous, and people of color . 
justifiably feel unsafe while going about ordinary activities that White people have the privilege 
of taking for granted and that explicit racism and implicit bias have fostered a work-culture that 
subjects Black employees to additional scrutiny because of their race. We have a responsibility 
to provide employees with educational support for confronting anti-blackness, micro- 
aggressions, systemic racism and privilege; and 


WHEREAS, The SFPUC acknowledges that generational, race-based trauma impacts 
individual, organizational and community health and that effective systems change requires a 
trauma-informed approach, which through its six principles of safety, transparency, peer-support, 
collaboration, empowerment and cultural and historical resources, recognizes the harm done to 
communities through historical and structural practices, and centers community leadership, 
ownership, and respect as the key to transformation; and 


WHEREAS, The SFPUC recognizes that quantitative and qualitative data collection 
disaggregated by race and ethnicity is necessary for the implementation of racial equity strategies 
and failure to collect and analyze racial data limits our ability to see and address racial biases and 
exclusionary practices; now, therefore be it 


RESOLVED, That this Commission condemns all forms of racism, sexism, homophobia, 
ableism, and other forms of discrimination which explicitly includes Black, Indigenous and 
people of color and directs the General Manager to dedicate sufficient time and resources 
towards ending institutional and structural racism within the SFPUC and promote the inclusion, 
belonging and full participation of Black, Indigenous and people of color to achieve fair and just 
outcomes; and be it 


FURTHER RESOLVED, That this Commission apologizes for government practices that 
have resulted in and continue to have disproportionate impacts upon Black people, Indigenous 
and people of color and calls upon the Board of Supervisors and the Mayor to come together to 
take more direct anti-racist action to dismantle the unjust structural and institutional systems of 
race and privilege perpetuating these inequities; and be it 


FURTHER RESOLVED, That this Commission stands in solidarity with the civil unrest 
and demands for justice of our fellow San Franciscans and communities across the nation, and 
affirms that Black Lives Matter; and be it 


FURTHER RESOLVED, That this Commission urges the Board of Supervisors to take a 
position of support for Assembly Constitutional Amendment 5 and the repeal of California 
Proposition 209 because in order to eradicate racism, we must first take account of race, move 
beyond mere diversity and inclusion rhetoric, and we must take concrete structural action to 
dismantle racism in our own organization; and be it 


FURTHER RESOLVED, That this Commission further calls upon the City, through the 
City’s Department of Human Resources and the Civil Service Commission, to take action to 
reform its civil service system to root out structural biases, anti-black sentiments, inequitable 
policies and practices, remove barriers for Black, Indigenous and people of color, and ensure a 
fair and just disciplinary processes for its employees; and be it 


FURTHER RESOLVED, That this Commission further calls upon the City, through the 
City’s Department of Human Resources and Civil Service Commission, to establish a robust 
HR/workforce data analytics center of excellence including establishing an HR analytics 
classification for departmental use, ensuring comprehensive and easier access to HR/workforce 
data across city departments, disaggregating data by race, allowing for easy employee-driven 
updates that correct historical misidentifications, and ensuring results-based accountability for 
equity throughout the entire employee life cycle, especially in recruitment and selection rules, 
policies, and practices; and be it 


FURTHER RESOLVED, That this Commission further calls upon the City and the City’s 
labor union partners to affirmatively address racial, gender, and social inequities by adopting 
equity analyses and ensuring equitable benefits in programs, decision-making, and negotiation 
demands with the City; and be it 


FURTHER RESOLVED, That this Commission acknowledges that the responsibility 
falls on each one of us, regardless of the color of our skin to work together to create a "new 
normal" in which the legacy of bigotry and unequal treatment no longer infects our institutions, 
systems, and values; and be it 


FURTHER RESOLVED, Public utilities like the SFPUC have an important role to play 
in supporting the Black community’s longstanding calls for support and action. Changing 
systemic racism begins with causing structural change within our agency to ensure that our 
Black, Indigenous and people of color communities have access to and enjoy equal benefits from 
the land and environment; and be it 


FURTHER RESOLVED, That this Commission directs the General Manager to work 
with staff to move beyond acknowledgement of injustice and take concrete actions that are 
visible in the prioritization of resources and programs to (1) increasingly recognize the value of 
perspectives that differ from their own, (2) create a culture where employees feel safe, respected, 
valued and are invited to participate fully in sharing their unique gifts, talents and backgrounds, 
(3) expand access to diversity, equity, and inclusion evidence-based interventions, such as 


implicit bias trainings, culturally competent education and historical learning, (4) recognize 
access to clean and safe drinking water as a human right, and (5) ensure equitable benefits from 
the land and environmental resources under the Agency’s jurisdiction; and be it 


FURTHER RESOLVED, That this Commission directs the General Manager to work 
with SFPUC staff to collaborate with the Office of Racial Equity (ORE) to align its work with 
ORE’s framework to dismantle structural and institutional racism, which asserts that the City’s 
work shall: (1) Affirmatively address racial and social inequities; (2) Assert that water is a 
human right , and prioritize equitable policies accordingly; (3) Develop racially just land use 
strategies; (4) Promote environmental justice; and (5) Redress the consequences of government- 
sanctioned racial harm via meaningful City-supported, community-led processes; and be it 


FURTHER RESOLVED, That this Commission directs the General Manager to work 
with SFPUC staff to collaborate with the San Francisco Department of Public Health Trauma 
Informed System initiative to build staff education and organizational capacity to understand the 
role SFPUC’s practices may have in perpetuating racial trauma both internal and external to the 
Agency; and be it 


FURTHER RESOLVED, That this Commission directs the General Manager to work 
with SFPUC staff to address racial and social equity as it develops policies and programs to 
respond to the health, economic and crises resulting from the COVID-19 pandemic, to ensure 
that it meets the needs of Black communities, American Indian communities, and communities 
of color through its Business Continuity Plan , affordability programs, community engagement 
and planning, streamlining and other support for small businesses, and funding for public 
services and infrastructure, among others; and be it 


FURTHER RESOLVED, That this Commission directs the General Manager to work 
with SFPUC staff to assess, strengthen and fund outreach and engagement strategies to ensure 
that Black, Indigenous and communities of color have true access to representation and 
participation in our agency’s processes, as well as resources for participatory capacity building; 
and be it 


FURTHER RESOLVED, That this Commission directs the General Manger to provide 
resources to change hiring, retention, and promotion practices ensure personnel decisions are 
made equitably and justly, and ensure the workforce reflects our communities and enjoys equal 
outcomes; and be it 


FURTHER RESOLVED, That the General Manager will work to improve the SFPUC 
record on disciplinary action and give more attention to the results of the data presented on July 
14, 2020 by the SFPUC’s Chief People Officer; and be it 


FURTHER RESOLVED, That this Commission directs the General Manager to work 
with SFPUC staff and its contractors to ensure the inclusion and utilization of all Local Business 
Enterprises, including Minority and Women Business Enterprises certified by the Contract 
Monitoring Division; and be it 


FURTHER RESOLVED, That this Commission directs the General Manager to identify 
actions SFPUC will implement to advance racial and social equity across all enterprises and 
bureaus, including developing performance measures, incorporating a racial and social equity 
lens in budgeting, personnel, contracting decisions, and in all strategic long-term planning 
processes for the express purpose of advancing racially just outcome reporting; and be it 


FURTHER RESOLVED, That this Commission directs the General Manager to work 
with SFPUC staff to create a clear plan detailing the relevant resources, milestones, timelines and 
data necessary for the successful implementation of this resolution and to report quarterly to the 
Commission. Failure to report to the Commission and produce quantifiable progress in a 
reasonable amount of time will result in a Commission hearing; and be it 


FURTHER RESOLVED, That this Commission asserts that the responsibility for 
implementing these structural and institutional changes falls upon leadership and all staff, across 
all levels and functions, and that it should not fall solely or disproportionately upon the Black, 
Indigenous or people of color staff who are already burdened with their lived experiences of 
racism. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities Commission at 


its meeting of July 14, 2020. 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0150 


WHEREAS, On February 25, 2020, the Mayor issued a Proclamation (the Proclamation) 
declaring a local emergency to exist in connection with the imminent spread within the City of a 
novel (new) coronavirus (COVID-19); and 


WHEREAS, On March 3, 2020, the Board of Supervisors concurred in the Proclamation 
and in the actions taken by the Mayor to meet the emergency; and 


WHEREAS, On March 4, 2020, Governor Gavin Newsom proclaimed a state of 
emergency to exist within the State due to the threat posed by COVID-19; and 


WHEREAS, On March 13, 2020, the Mayor issued a second supplement to the 
Proclamation, suspending shutoffs of water and power service by the San Francisco Public 
Utilities Commission (SFPUC) for delinquent water, power, and/or sewer bills, and prohibiting 
the imposition of late penalties and fees for non-payment of utility bills; and 


WHEREAS, On March 16, 2020, the City’s Health Officer issued a stay safe at home 
order, Health Officer Order No. C19-07 (the Stay Safe At Home Order), requiring most people to 
remain in their homes subject to certain exceptions including obtaining essential goods such as 
food and necessary supplies, and requiring the closure of nonessential businesses; and 


WHEREAS, the Health Officer has updated the Stay Safe At Home Order, most recently 
on June 11, 2020, and some non-essential businesses have been allowed to reopen with 
limitations and requirements in place, while others must remain closed; and 


WHEREAS, COVID-19 is causing and is expected to continue to cause serious negative 
impacts on the local economy, including direct financial impacts to local businesses and non- 
profits in the form of substantial loss of revenue due to the loss of business and reduced 
donations, reduced staffing and work hours, layoffs, and business and office closures; and 


WHEREAS, Loss of revenue as a result of the global COVID-19 pandemic may inhibit 
San Francisco businesses and non-profits from fulfilling their financial obligations including 
public utility payments such as water and sewer charges; and 


WHEREAS, Vhe SFPUC General Manager desires to offer a temporary discount rate 
program for non-residential and non-municipal commercial customers who have been financially 
impacted by COVID-19 and who have no more than 50 full-time employees, and to allow these 
customers to apply for such a discount by self-certifying their eligibility via an online or paper 
application form; and 


WHEREAS, The discounts to be provided on bills would be twenty percent (20%) for 
water and twenty percent (20%) for sewer, and would be applied to eligible customers’ bills for 
six (6) months from the date of application approval; and 


WHEREAS, The General Manager proposes to allocate a maximum of up to $4.5 million 
in funding for this small business and nonprofit discount program; and 


WHEREAS, SFPUC would start accepting applications on July 17, 2020 on a first come, 
first served basis, and applications would be accepted until the earliest of either December 31, 
2020 or the date the General Manager determines that funding available for the program has 
become exhausted; and 


WHEREAS, The eligibility criteria and program rules are set forth in the document titled 
“Program Rules for Small Business and Nonprofit Customer Assistance Program for COVID-19 
Relief,” a copy of which is attached hereto and on file with the Commission Secretary; and 


WHEREAS, Pursuant to Charter Section 4.104, a notice of public hearing was posted on 
the SFPUC website, as required, on July 2, 2020; now, therefore be it 


RESOLVED, That this Commission hereby authorizes the General Manager to 
implement of the Small Business and Nonprofit Customer Assistance Program for COVID-19 
Relief (Program), providing a 20% discount off water and sewer bills for six months for small 
businesses and non-profits with a maximum of 50 full-time employees whose revenues have 
been impacted by COVID-19 or the shelter-in-place orders based on the eligibility criteria and 
discount parameters set forth in attached Program Rules for Small Business and Nonprofit 
Customer Assistance Program for COVID-19 Relief and Application Form documents; and be it 


FURTHER RESOLVED, Applications for the Program shall be accepted starting July 17, 
2020 and ending the earliest of either December 31, 2020, or the date the General Manager 
determines that funding available for the program will be exhausted in six months; and be it 


FURTHER RESOLVED, Absent further action by this Commission, the Program shall 
expire automatically on June 30, 2021 or when Program funds are exhausted, whichever occurs 
first. 


I hereby certify that the foregoing was adopted by the Public Utilities Commission at its meeting 


of July 14, 2020. 


Secretary, Public Utilities Commission 








PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0151 


WHEREAS, On October 26, 2010, by Resolution No. 10-0177, this Commission 
awarded Agreement No. CS-109, Specialized Engineering Services, Recycled Water Projects, 
and authorized the General Manager of the San Francisco Public Utilities Commission to 
negotiate and execute a professional services agreement with an amount not-to-exceed 
$3,700,000, and a duration of six years, with Kennedy Jenks Consultants, Inc./Bahman Sheikh 
Water Reuse Consulting/Water Resources Engineering, Inc., a Joint Venture (KJ/Sheikh/WRE, 
JV); and 


WHEREAS, On December 8, 2015, by Resolution No. 15-0248, this Commission 
approved Amendment, No.’ 1; increasing the agreement by $1,800,000 and extending the 
agreement duration for’ thtee years, to provide additional engineering services in support of the 
implementation of the Westside Recycled Water Project, increasing the total not-to-exceed 
amount of the agreement to $5,500,000, and extending the agreement duration to nine years; and 


WHEREAS, On November 14, 2017, by Resolution No. 17-0229, this Commission 
authorized Amendment No. 2, increasing the agreement by $2,500,000 and extending the 
agreement duration by three years to provide additional engineering services for design of 
irrigation system modifications; engineering support during bidding and construction for 
irrigation system contract work; preparation of operations plans and standard operating 
procedures for new recycled water facilities, increasing the total not-to-exceed amount of the 
agreement to $8,000,000, and extending the agreement term to twelve (12) years; and 


WHEREAS, By Board of Supervisors Resolution No. 0005-18 the Board of Supervisors 
authorized the General Manager to execute Amendment No. 2, in accordance with Charter 
Section 9.118; and 


WHEREAS, Amendment No. 3 is being requested to increase the agreement by 
$1,950,000, to provide technical expertise and support of start-up testing during construction and 
subsequently during operation of the new treatment facility, training of staff on new treatment 
systems, and other support services increasing the total not-to-exceed agreement amount to 
$9,950,000 and no change to contract duration; and 


WHEREAS, The Contract Monitoring Division (CMD) established a subconsulting 
requirement of 14% Local Business Enterprise (LBE) participation of the total value of services 
to be provided for this agreement, and KJ/Sheikh/WRE, JV, committed to a LBE subconsulting 
participation of 14% with their proposal, and this remains unchanged; and 

WHEREAS, Funds for this agreement is available from Project No. CUW302 San 
Francisco Westside Recycled Water Project; now, therefore, be it 


RESOLVED, That this Commission hereby approves Amendment No. 3 to Water 
Enterprise, Water System Improvement Program and Water Enterprise Capital Improvement 
Program-funded Agreement No. CS-109, Specialized Engineering Services, Recycled Water 
Projects, with KJ/Sheikh/WRE, JV, to provide technical expertise and support of start-up testing 
during construction and subsequently during operation of the new treatment facility, training of 
staff on new treatment systems, and other support services; and be it 


FURTHER RESOLVED, That this Commission authorizes the General Manager to 


execute Amendment No. 3, increasing the agreement by $1,950,000 for a total not-to-exceed 
agreement amount of $9,950,000 and no change to contract duration. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting July 14, 2020. 


pllorna Mbtod 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0152 


WHEREAS, On March 28, 2017, by Resolution No. 17-0059, this Commission awarded 
Agreement No. PRO.0028, New Headworks Facility Construction Management Staff 
Augmentation Services, and authorized the General Manager of the San Francisco Public 
Utilities Commission (SFPUC) to negotiate and execute a professional services agreement in an 
amount not-to-exceed $17,000,000, with a duration of six years, with HDR Engineering, Inc. 
(HDR), subject to Board of Supervisor’s (BOS) approval pursuant to Charter Section 9.1118; 
and 


WHEREAS, On May 16, 2017, by Resolution No. 191-17, the Board of Supervisors 
authorized the General Manager to execute Agreement No. PRO.0028; and 


WHEREAS, Amendment No. 1 is being requested to increase the agreement by 
$10,000,000, and extend the agreement by one year, to provide continued construction 
management staff augmentation services to reflect the increased level of effort needed to 
implement construction Contract No. WW-628, Southeast Water Pollution Control Plant New 
Headworks Facility, re-scoping, increasing the total not-to-exceed agreement amount to 
$27,000,000 and extending the agreement duration to seven years, subject to Board of 
Supervisors approval under Charter Section 9.118; and 


WHEREAS, The Contract Monitoring Division (CMD) CMD has established a 
subconsulting requirement of 20% Local Business Enterprise (LBE) participation (of the total 
value of services to be provided) for this agreement, and HDR has committed to 24.96% LBE 
participation; and 


WHEREAS, Funds for this agreement are available from Project No. CWWSIPSE02 — 
SEP New Headworks (Grit) Replacement; now, therefore, be it 


RESOLVED, That this Commission hereby approves Amendment No. | to Sewer 
System Improvement Program-funded Agreement No. PRO.0028, New Headworks Facility 
Construction Management Staff Augmentation Services, with HDR Engineering, Inc., to provide 
continued construction management staff augmentation services for Construction Contract No. 
WW-628, Southeast Water Pollution Control Plant New Headworks Facility; and be it 


FURTHER RESOLOVED, That this Commission authorizes the General Manager to 
execute Amendment No. 1, increasing the agreement by $10,000,000, and extending the duration 
by one year, for a total not-to-exceed agreement amount of $27,000,000, and total agreement 
duration of 7 years, subject to Board of Supervisors approval pursuant to Charter Section 9.118. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of July 14, 2020. 


fllormr Mtod- 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0153 


WHEREAS, CleanPowerSF has been offered approximately 350,000 Megawatt-hours of 
greenhouse-gas (GHG)-free nuclear energy from Pacific Gas & Electric Company (PG&E), and 
anticipates offers in\ future years, as part of CleanPowerSF customers’ payment of the Power 
Charge Indifference Adjustment exit fee to PG&E; and 


WHEREAS, CleanPowerSF’s Business Practice policies adopted by the Commission in 
Resolution No. 15-0267 prohibit the specified purchase of nuclear power by CleanPowerSF “for 
the purposes of firming and shaping the electricity portfolio used to serve [its] customers”; and 


WHEREAS, “GHG-reduction is only one of several environmental goals that 
CleanPowerSF seeks to achieve”; and 


WHEREAS, CleanPowerSF could potentially resell the nuclear energy allocation to 
another electricity provider, generating revenues that would benefit CleanPowerSF customers; 
and 


WHEREAS, Acceptance of a nuclear energy allocation for resale to another electricity 
provider is not in conflict with the plain wording of Resolution No. 15-0267, but is in conflict 
with the values behind the Resolution; and 


WHEREAS, The potential revenue upside from the resale to another electricity provider 
of any future-year allocations must be weighed against the potential reputational, and consequent 
revenue, downsides; and 


WHEREAS, Changes to the California Energy Commission’s Power Source Disclosure 
reporting requirements now require system purchases of predominantly hydroelectric, low 
carbon electricity from the Pacific Northwest from “Asset Controlling Suppliers,” to report the 
total resource mix which includes some portion of nuclear power; and 


WHEREAS, Hydrologic, other environmental, and energy market supply conditions 
could make energy from zero- or low-carbon energy sources other than Asset Controlling 
Suppliers unavailable or prohibitively expensive; now therefore, be it 


RESOLVED, That the Commission confirms its existing policy that CleanPowerSF 
will not procure a specified purchase of nuclear energy as part of its retail energy portfolio; and 
be it 

FURTHER RESOLVED, CleanPowerSF shall decline any allocation of nuclear energy 
from PG&E, including for the purpose of reselling the energy to another electricity provider; and 
be it 


FURTHER RESOLVED, CleanPowerSF shall not purchase system energy from Asset 


Controlling Suppliers that include nuclear energy in their supply mix to meet CleanPowerSF’s 
GHG-reduction objectives. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of July 14, 2020. 


pllorna Mod 


Secretary, Public Utilities Commission 


San Francisco 
SS Water Power Sewer 


Services of the San Francisco Public Utilities Commission 


SAN FRANCISCO PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


London N. Breed 
Mayor 


REGULAR MEETING AGENDA 
Tuesday, July 28, 2020 
1:30 P.M. 


This meeting is being held by Teleconference Pursuant to the Governor’s Executive Order N- 
29-20 and the Twelfth Supplement to Mayoral Proclamation Declaring the Existence of a Local 
Emergency Dated February 25, 2020 


WATCH LIVE: . 
https://www.sfgovtv.org/sfpuc 


PUBLIC COMMENT CALL-IN: 
USA Toll-Free: 888-273-3658 / ACCESS CODE: 3107452 


During the Coronavirus Disease (COVID-19) emergency, the San Francisco Public Utilities 
Commission’s (SFPUC) regular meeting room, City Hall, Room 400, is closed. Commissioners 
and SFPUC staff will convene Commission meetings remotely by teleconference. 


Commissioners 
Ann Moller Caen, President 
Francesca Vietor, Vice President 
Anson Moran 
Sophie Maxwell 
Tim Paulson 


Harlan L. Kelly, Jr. 
General Manager 


Donna Hood 
Secretary 
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Remote Meeting Access 


WATCH: 
https://www.sfgovtv.org/sfpuc 


PUBLIC COMMENT CALL-IN: 
USA Toll-Free: 888-273-3658 
ACCESS CODE: 3107452 





Providing Public Comment — Instructions 


DIAL toll-free number 888-273-3658. 

Enter ACCESS CODE 3107452 and then press #. 

Press # again to join the meeting as a participant. 

When the Secretary calls for public comment dial ‘1’ then ‘0’ to be added to the 
speaker line. 

When the system message indicates your line is unmuted, and after you hear a tone, 
you may begin your public comment. 

You will have 2 minutes to provide your comments. 

Once your 2 minutes have ended you will be moved out of the speaker line and back 
to listening as a meeting participant. 

Participants who wish to provide public comment on other agenda items may stay on 
the meeting line and listen for the Secretary’s prompt. 


BEST PRACTICES 
Call from a quiet location 
Speak slowly and clearly 
Turn down any televisions or radios around you 
Address the Commission as a whole, do not address individual Commissioners 
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DER OF BUSINESS 

Call to Order 

Roll Call 

Approval of the Minutes of July 14, 2020 


General Public Comment 
Members of the public may address the Commission on matters that are within the 
Commission’s jurisdiction and are not on today’s agenda 


Communications (discussion only) 

a) Contract Advertisement Report 
b) Correspondence Log 

c) Water Supply Conditions Update 


Report of the General Manager (discussion only) 

) Update on SFPUC Operations During COVID-19 Emergency 

) Annual Real Estate Update 

) CleanPowerSF Integrated Resource Plan 

) General Manager Contract Delegation of Authority Report 

) Water Enterprise Capital Improvement Program Quarterly Report 

f) Southeast Plant Biosolids Project, Jerrold Avenue Closure, Planning and Community 
Engagement 

g) Report on Recent San Francisco Public Utilities Commission Activities, Events and 
Announcements 


. Ocean Beach Climate Adaption Update (discussion only) (How) 


Bay Area Water Supply and Conservation Agency Update (discussion only) 
(Sandkulla) 
New Commission Business (discussion only) 


NSENT CALENDAR 


All matters listed hereunder constitute a Consent Calendar, are considered to be routine 
by the San Francisco Public Utilities Commission and will be acted upon by a single 
vote of the Commission. There will be no separate discussion of these items unless a 
member of the Commission or the public so requests, in which event the matter will be 
removed from the Calendar and considered as a separate item. 


a) Accept work performed by Sierra Mountain Construction Inc. for Contract No. HH- 
995, Hetch Hetchy & Cherry Lake Road Guardrail Improvement, for a total contract 
amount of $1,824,761 and with a total contract duration of 344 consecutive 
calendar days (approximately 11 and one-half months); and authorize final payment 
to the contractor. (Ritchie) 


Accessible Meeting Policy: To obtain meeting materials in alternative format, please contact the Commission Secretary at 
415-554-2165 or via email at Commission @sfwater.org. Providing at least 72 hours notice will help to ensure availability. 
Written reports or background materials for calendar items are available on-line at 


http://www.sfwater.org/index.aspx?page=167. 


Know Your Rights Under the Sunshine Ordinance: Government's duty is to serve the public, reaching its decision in full 
view of the public. Commissions, boards, councils and other agencies of the City and County exist to conduct the people's 
business. This ordinance assures that deliberations are conducted before the people and that City operations are open to 
the people's review. For more information on your rights under the Sunshine Ordinance or to report a violation of the 
ordinance, contact Administrator, by mail to Sunshine Ordinance Task Force, 1 Dr. Carlton B. Goodlett Place, Room 244, 
San Francisco, CA 94102.4689; by phone at 554.7724; by fax at 554.7854; or by email at sotf@sfgov.org. Copies of the 
Sunshine Ordinance can be obtained from the Clerk of the Sunshine Task Force, the San Francisco Public Library and on 
the City’s website at http://www.sfgov.org. 
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Lobbyist Registration and Reporting Requirements: Individuals and entities that influence or attempt to influence local 
legislative or administrative action may be required by the San Francisco Lobbyist Ordinance [SF Campaign & Governmental 
Conduct Code §2.100] to register and report lobbying activity. For more information about the Lobbyist Ordinance, please 
contact the San Francisco Ethics Commission at 25 Van Ness Avenue, Suite 220, San Francisco, CA 94102; telephone (415) 
252-3100; fax (415) 252-3112; web site at www.sfgov.org/ethics. 





CEQA Appeal Rights under Chapter 31 of the San Francisco Administrative Code: If the Commission’s action on a 
project constitutes the Approval Action for that project (as defined in S.F. Administrative Code Chapter 31, as amended, Board 
of Supervisors Ordinance Number 161-13), then the CEQA determination prepared in support of that Approval Action is 
thereafter subject to appeal within the time frame specified in S.F. Administrative Code Section 31.16. Typically, an appeal 
must be filed within 30 calendar days of the Approval Action for a project that has received an exemption or negative 
declaration pursuant to CEQA. For information on filing an appeal under Chapter 31, contact the Clerk of the Board of 
Supervisors at City Hall, 1 Dr. Carlton B. Goodlett Place, Room 244, San Francisco, CA 94102, or call (415) 554-5184. If the 
Planning Department’s Environmental Review Officer has deemed a project to be exempt from further environmental review, 
an exemption determination has been prepared and can be obtained on-line at http://www.st- 
planning.org/index.aspx?page=3447.Under CEQA, in a later court challenge, a litigant may be limited to raising only those 
issues previously raised at a hearing on the project or in written correspondence delivered to the Board of Supervisors, 
Planning Commission, Planning Department or San Francisco Public Utilities Commission at, or prior to, such hearing, or as 
part of the appeal hearing process on the CEQA decision. 
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California Alternate Rates for Energy (CARE) or Family Electric Rate Assistance 
(FERA) low-income programs by September 30, 2020: (1) a credit of $50 for single- 
family residential customers, (2) a credit of $3,000 for multi-family residential 
customers, and (3) a credit of $750 for non-profit small-commercial customers. 
(Hale) 


Authorize the General Manager to temporarily suspend through January 15, 2021 
the following rules due to the COVID-19 emergency: (a) the discontinuation or shut 
off of water service for City retail customers for non-payment of water and/or sewer 
bills, (6) the imposition of late payment penalties or fees for delinquent water and/or 
sewer bills, (c) the discontinuation or shut off of power service for SFPUC Hetch 
Hetchy Power Customers in San Francisco for non-payment of power bills, (d) the 
imposition of late payment penalties or fees for delinquent Hetch Hetchy Power 
Customer accounts, and (e) the return of delinquent CleanPowerSF Customers to 
PG&E generation service for failure to pay CleanPowerSF charges. (Sandler) 


Approve the plans and specifications, and award Contract No. WW-662R, Southeast 
Water Pollution Control Plant Power Feed and Primary Switchgear Upgrades, in the 
amount of $30,744,200 and with a duration of 1,170 consecutive calendar days 
(approximately three years and three months) to the responsible bidder submitting the 
lowest responsive bid, Blocka Construction, Inc., to upgrade the existing primary 
switchgear, substations, and related electrical system at the Southeast Water Pollution 
Control Plant and nearby facilities. This action constitutes the Approval Action for the 
project for the purposes of California Environmental Quality Act, pursuant to Section 
31.04(h) of the San Francisco Administrative Code. (How) 


Approve an increase of $6,140,764 to the existing contract cost contingency for 
Contract No. WW-682R, Southeast Community Center at 1550 Evans; and authorize 
the General Manager to approve future modifications to the contract for a total 
contract amount of up to $84,440,142, with no change to contract duration. 

(How) 


Approve the plans and specifications, and award Contract No. WW-693, As-Needed 
Spot Sewer Replacement No. 40, in an amount not-to-exceed $9,689,823, and with a 
duration of 400 consecutive calendar days (approximately one year and three 
months), to the sole, qualified, responsible bidder, J. Flores Construction Company, 
Inc., in accordance with San Francisco Administrative Code 6.23(c)(2), to replace 
sections of existing sewer piping, on an as-needed basis, at locations to be 
determined throughout the City of San Francisco. (How) 


Authorize the General Manager of the San Francisco Public Utilities Commission to 
execute a Cooperative Agreement between the SFPUC and The Energy Council for 
the implementation of the Bay Area Regional Heat Pump Water Heater Contractor 
Incentive Program, for an amount not to exceed $450,000 and a term expiring on 
March 31, 2023. (Hale) 


Approve the terms and conditions of, and authorize the General Manager to execute, 
a Redesign, Relocation, and Reimbursement Agreement with the Peninsula 
Corridor Joint Powers Board (JPB) to reimburse the JPB for the costs to redesign and 


Approve Modification No. 1 to Job Order Contract (JOC) No. JOC-70, General 
Engineering (A-License) for San Francisco, San Mateo, Santa Clara and Alameda 
Counties, with Hernandez Engineering, to complete ongoing facility and asset 
improvements, increasing the contract amount by $2,500,000 for a total contract 
amount not-to-exceed $7,500,000, and increasing the contract duration by 1,095 
consecutive calendar days (three years) for a total contract duration of 1,825 
consecutive calendar days, in accordance with San Francisco Administrative Code 
6.62. (How) 


Approve Modification No. 1 to Job Order Contract, (JOC) No. JOC-76R, General 
Engineering (A-License) for San Francisco, San Mateo, Santa Clara and Alameda 
Counties, with Anvil Builders, Inc., to complete ongoing facility and asset 
improvements, increasing the contract duration by 1,095 consecutive calendar days 
(three years), for a total contract duration of 1,825 consecutive calendar days (five 
years), in accordance with San Francisco Administrative Code 6.62, with no change 
in the contract amount. (How) 


Approve an increase of $1,500,000 to the existing contract cost contingency for 
Contract No. WD-2687R, Auxiliary Water Supply System Pumping Station No. 2 
Improvements (2016); and authorize the General Manager to approve future 
modifications to the contract for a total contract not-to-exceed amount of up to 
$21,244,038. (How) 


Accept work performed by M. Hernandez Construction, Inc. for Contract No. WW- 
622, Haight-Ashbury/Tenderloin/Diamond Heights Districts Sewer Replacement 
and Paving Renovation; approve Modification No. 9 (Final), decreasing the contract 
amount by $528,755, for a total contract amount of $4,450,447, and increasing the 
contract duration by 201 consecutive calendar days (approximately seven months), 
for a total contract duration of 886 consecutive calendar days (approximately two 
years and five months); and authorize final payment to the contractor. (How) 


Accept work performed by J. Flores Construction, Inc. for Contract No. WW-646, 
As-Needed Spot Sewer Replacement No. 36, for a total contract amount of 
$9,354,642, and a total contract duration of 400 consecutive calendar days 
(approximately one year and one month); and authorize final payment to the 
Contractor. (How) 


Approve an increase of 140 consecutive calendar days (approximately five months) 
to the contract duration contingency for Contract No. WW-655, As-Needed Main 
Sewer Replacement No. 7, and NTP for Contract No. WW-697, with Precision 
Engineering, Inc.; and authorize the General Manager to approve future 
modifications to the contract for a total contract duration of up to 580 consecutive 
calendar days (approximately one year and seven months), with no change to 
contract amount. (How) 


REGULAR CALENDAR 


11. Authorize implementation in October 2020 of a one-time customer assistance bill 
20016 | credit for the following types of CleanPowerSF customers who are enrolled in the 
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relocate two planned electrical poles to a location outside of SFPUC Parcel No. 205-A 
near Escuela Avenue and Crisanto Avenue in Mountain View, California, pursuant to 
an Easement Deed, at a cost to the SFPUC not to exceed $216,132. (Carlin) 
Public comment on matters to be addressed during Closed Session 


Motion on whether to assert the attorney-client privilege regarding the matters listed 
below as Conference with Legal Counsel 


The Commission will go into Closed Session to discuss the following items: 


CLOSED SESSION 
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Conference with Legal Counsel - Pursuant to California Government Code Section 
54956.9 (d) (2) and San Francisco Administrative Code Section 67.10 (d) (2) 
(action item) (Gessner) 


Existing Unlitigated Claim 
Richard I. Klein and Janice T. Low v. City and County of San Francisco 


Unlitigated File No.: 20-01450 / Date Filed: December 21, 2019 
Proposed settlement of unlitigated claim with claimant’s release of all claims and the 
City to pay claimant $103,786.91. 


Conference with Legal Counsel - Pursuant to California Government Code Section 
54956.9 (d) (4) and San Francisco Administrative Code Section 67.10 (d) (2) 
(discussion only) (Whipps) 
Anticipated Litigation as Plaintiff 

Following Closed Session, the Commission will reconvene in Open Session 


Announcement following Closed Session 


Motion regarding whether to disclose the discussions during Closed Session pursuant 
to San Francisco Administrative Code Section 67.12(a) 


Adjournment 


San Francisco Public Utilities Commission 
525 Golden Gate Avenue, 13!" Floor 
San Francisco, CA 94102 


San Francisco 
| Water - 


Services of the San Francisco Public Utilities Commission 





SAN FRANCISCO PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


London N. Breed 
Mayor 


MINUTES 
Tuesday, July 28, 2020 


1:30 P.M. 
(Approved August 25, 2020) 


This meeting was held by Teleconference Pursuant to the Governor’s Executive Order N-29- 
20 and the Twelfth Supplement to Mayoral Proclamation Declaring the Existence of a Local 
Emergency Dated February 25, 2020 


Commissioners 
Ann Moller Caen, President 
Francesca Vietor, Vice President 
Anson Moran 
Sophie Maxwell 
Tim Paulson 


Harlan L. Kelly, Jr. 
General Manager 


Donna Hood 
Secretary 





1. Call to Order 
President Caen called the meeting to order at 1:31 PM. 


2. Roll Call 
Present: Caen, Vietor, Moran, and Maxwell 
Commissioner Paulson joined the meeting at 1:33 PM 


3. Approval of the Minutes of July 14, 2020 
On motion to approve the Minutes of July 14, 2020 


Ayes: Caen, Vietor, Moran, Maxwell, and Paulson 


No public comment. 


ts 


General Public Comment 


Eileen Boken discussed the Capital Program budget for the Auxiliary Water Supply 
System on Taraval. She noted the duration of environmental review and potable 
water option. 

Bill Martin discussed the lawsuit between the State Water Board, fisheries and 
environmental organizations; and FERC, MID and TID actions. 

Alita Dupree stated a municipal utility district is needed for electricity. She discussed 
the need for electrification of kitchens and that bill on-line and/or autopay is needed. 
Anietie Ekanem, Chair San Francisco Citizens’ Advisory Committee (CAC) thanked 
the Commission for acting quickly for San Francisco citizens and customers via the 
rate relief and customer assistance programs. 

Jackie (inaudible), San Carlos, discussed the need for an update to the Crystal 
Springs Regional Trail and safe crossing for cyclists. 

Sonia Elks, San Carlos, discussed the need for an update to the Crystal Springs 
Regional Trail to ensure safety for cyclists. 

Elaine Salinger discussed the need for an update to the Crystal Springs Regional 
Trail and opening of fire roads to ensure safety for cyclists. 

Anietie Ekanem, CAC Chair, with the approval of the Commission President, 
continued his comments and offered to work with the Commission on issues with 
extending the CAP program past the deadline and to expand participation. 

Andrew Shue discussed the need for an update to the Crystal Springs Regional Trail 
to ensure safety for cyclists. 

Harry Bernstein discussed the amended access easement agreement for the Balboa 
Reservoir Development Project. 

Francisco DaCosta stated there are problems with virtual hearings. He discussed the 
Balboa Reservoir Development Project. 


5. Communications 
a) Contract Advertisement Report 
b) Correspondence Log 
c) Water Supply Conditions Update 


No public comment. 
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GM Kelly provided an update on SFUC operations during COVID-19 emergency. He 
discussed the pausing of the reopening plan and stated that San Francisco is under 
State monitoring for increased COVID-19 activity. He indicated SFPUC policies and 
practices are evolving. He noted the SFPUC’s third agency-wide meeting will be 
conducted in the next week to provide information and update to employees. He 
stated the emergency financial assistance program has been expanded to include 
additional customers and provided an update on enrollment figures. 


He stated the SFPUC has launched virtual tours which will be conducted through 
September. Those interested can register at: stwater.org/virtualexplorations. 


No public comment. 


Annual Real Estate Update 

Rosanna Russell, SFPUC Real Estate Director, provided the update beginning with 
a review of the mission and role of the Real Estate Division. She continued with a 
review of key projects, including Balboa Reservoir Project, 2000 Marin/639 property 
exchange, Water Quality protection land purchase, Wool Ranch purchase, Mitchell 
Ranch purchase, Driscoll Ranch purchase, and 2 Rankin. She continued noting new 
initiatives. 


Director Russell responded to a question from Commissioner Maxwell regarding 
improvements made on property, such as the Mitchell Ranch, which has a house on 
property and as to how staff housing on property is allocated, how rent is 
determined, and the number of properties held by the SFPUC. 


Director Russell responded to a question from President Caen as to SFPUC position 
regarding encroachment on SFPUC properties. Deputy General Manager Carlin 
responded to an additional question from President Caen regarding lease and 
license expenditures and the need for a consultant. 


Public Comment | 

e Harry Bernstein requested the names of individuals who were involved in the 
designation of Balboa Reservoir as surplus. He asked about other lawsuits other 
than the CEQA appeal. 


CleanPowerSF (CPSF) Integrated Resource Plan (IRP) 
Mike Hyams, CPSF Director, presented the IRP, indicating that CPSF is required 


under state law to prepare an IPR every two years. He stated an IRP evaluates 
demand and supply scenarios over a 20-year timeframe to identify the lowest cost at 
which a utility can deliver reliable energy to its customers and meet policy objectives. 


Director Hyams reviewed (1) program power content goals and progress to date — 
50% RPS-eligible renewable by 2020 and 100% renewable by 2030, (2) IRP 
objectives - environment, cost, and local investment; reviewed CPSF IRP modeling 





four portfolios, (3) CPSF IRP modeling sensitivities, (4) CPSF preferred portfolio, 
and (5) virtual community power updates. 


Director Hyams responded to a question from Vice President (VP) Vietor regarding 
the Venn diagram (page 4) and questioned the need for a fourth circle for jobs 
creation. VP Vietor expressed interest in green energy jobs. Brief discussion 
ensued. 


Director Hyams responded to a question from Commissioner Maxwell regarding the 
meaning of “scenario sensitivity development”. She asked that such terms be clearly 
defined. He responded to a follow-up question regarding the goals of community 
participation. 


Mr. Hyams responded to a question from President Caen regarding counting large 
hydro as renewable. 


Public Comment 

e Jed Holtzman, 360 Bay Area, discussed sensitivity analysis. He encouraged 
more community meetings. 

e Alita Dupree recommend an aggressive stance with acquisition of renewables. 
She supports an electrification ordinance and stated that renewable should be 
based on solar and wind. 

e Melissa Yew recommend the fourth portfolio have a lower MMT case. 


d) General Manager Contract Delegation of Authority Report 
Greg Lyman noted there was one sole source contract on the report which received 
GM delegation. 


No public comment. 


e) Water Enterprise Capital Improvement Program (CIP) Quarterly Report 
Katie Miller, Acting Director, Water Capital Programs, provided the Water Enterprise 


CIP program status, indicating $1,444M has been expended and is 35% complete. 
She presented: highlights of the reporting period, reviewed the status of the Sunol 
Long-Term improvements, Sunol Valley Water Treatment Plan Ozone, Dam Projects 
(San Andreas and Pilarcitos Reservoirs), San Francisco Groundwater Supply, San 
Francisco Westside Recycled Water, San Francisco main replacement, and 
emergency firefighting water system. 


President Caen questioned why the report does not include all the expenditures 
accrued for the work completed from July 1, 2017 through March 31, 2020. Acting 
Director Miller provided response indicating it was due to challenges associated with 
the migration of the City financial system and that accurate information from city 
departments is not being received. Kathy How, AGM Infrastructure, stated the only 
missing charges are from Public Works and that staff is working on obtaining project- 
by-project information. GM Kelly provided additional response. 
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No public comment. 


f) Southeast Plant Biosolids Project, Jerrold Avenue Closure, Planning and Community 
Engagement 
Carolyn Chiu noted the reasons for the Jerrold Avenue closure are for safety, 


efficiency, and security. She reviewed tools to help minimize traffic impacts, 
reviewed the approach to the Jerrold Avenue closure, and outlined the outreach and 
engagement plan. 


Public Comment 
e Francisco DaCosta stated mixed signals are being sent and that there are no 
standards. 


VP Vietor asked that a point person(s) and phone numbers be made accessible to 
those in the community who are interested in obtaining information on the closure. 


g) Report on Recent San Francisco Public Utilities Commission Activities, Events and 
Announcements 


None. 


7. Ocean Beach Climate Adaption Update 
Anna Roche presented the Ocean Beach Climate Adaption update noting it is in 


response to a May 14, 2020 Surfrider letter. She discussed (1) climate change induction 
erosion, (2) wastewater infrastructure risk, (3) Ocean Beach Climate Adaption Project 
phases, (4) short-term improvements, (5) Army Corps of Engineers sand nourishment, 
(6) long-term improvements, Great Highway closure from Sloat to Skyline to create 
open space, (7) conceptual engineering, (8) open space and public access and strategy 
refinement, (9) design and environmental schedules, (10) budget, and (11) citywide 
climate change efforts. 


VP Vietor expressed excitement for the timeline and commitment to the project. 


Commissioner Paulson stated he was pleased to see multiple departments working 
together on the project. At his request, Ms. Roche provided information on the traffic 
design which will result from the permanent closure of Sloat to Skyline. 


No public comment. 


8. Bay Area Water Supply and Conservation Agency (BAWSCA) Update 
Nicole Sandkulla, BAWSCA CEO, reviewed BAWSCA’s recently completed asset 


management program audit of SFPC. She reviewed five core questions for sustainable 
asset management (current asset state, required level-of-service, risk level, O&M and 
CIP investment strategies, and long-term financing strategy. She described primary 
audit criteria used, focusing on two (1) IT capabilities to support asset management, 
and (2) Service level. She presented two of the conclusions (1) SFPUC embraces the 
basic principles of asset management within Water Supply and Treatment (WST) and 
Hetch nein Water and Power (HHWP) Divisions, and (2) guiding direction exists at 
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the management levels, but WST and HHWP are at different levels of implementation 
and in some ares are not consistent in their implementation of certain principles. She 
presented general recommendations for the SFPUC to implement within the next one- 
to-three years, and within the next three-to-five years. She stated that BAWSCA will 
continue to pursue oversight of SFPUC asset management. 


No public comment. 
The Commission recessed at 3:54 PM and reconvened at 4:08 PM. 


9. New Commission Business 
None. 


10. Consent Calendar 


a) Accept work performed by Sierra Mountain Construction Inc. for Contract No. HH- 
995, Hetch Hetchy & Cherry Lake Road Guardrail Improvement, for a total contract 
amount of $1,824,761 and with a total contract duration of 344 consecutive 
calendar days; and authorize final payment to the contractor. (Resolution 20-0154) 


b) Approve Modification No. 1 to Job Order Contract (JOC) No. JOC-70, General 
Engineering (A-License) for San Francisco, San Mateo, Santa Clara and Alameda 
Counties, with Hernandez Engineering, to complete ongoing facility and asset 
improvements, increasing the contract amount by $2,500,000 for a total contract 
amount not-to-exceed $7,500,000, and increasing the contract duration by 1,095 
consecutive calendar days for a total contract duration of 1,825 consecutive 


calendar days, in accordance with San Francisco Administrative Code 6.62. 
(Resolution 20-0155) 


c) Approve Modification No. 1 to Job Order Contract, (JOC) No. JOC-76R, General 
Engineering (A-License) for San Francisco, San Mateo, Santa Clara and Alameda 
Counties, with Anvil Builders, Inc., to complete ongoing facility and asset 
improvements, increasing the contract duration by 1,095 consecutive calendar days 
(three years), for a total contract duration of 1,825 consecutive calendar days (five 
years), in accordance with San Francisco Administrative Code 6.62, with no change 


in the contract amount. (Resolution 20-0156) 


d) Approve an increase of $1,500,000 to the existing contract cost contingency for 
Contract No. WD-2687R, Auxiliary Water Supply System Pumping Station No. 2 
Improvements (2016); and authorize the General Manager to approve future 


modifications to the contract for a total contract not-to-exceed amount of up to 
$21,244,038. (Resolution 20-0157) 


e) Accept work performed by M. Hernandez Construction, Inc. for Contract No. WW- 
622, Haight-Ashbury/Tenderloin/Diamond Heights Districts Sewer Replacement 
and Paving Renovation; approve Modification No. 9 (Final), decreasing the contract 
amount by $528,755, for a total contract amount of $4,450,447, and increasing the 
contract duration by 201 consecutive calendar days, for a total contract duration of 
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886 consecutive calendar days; and authorize final payment to the contractor 
(Resolution 20-0158) 


f) Accept work performed by J. Flores Construction, Inc. for Contract No. WW-646, 
As-Needed Spot Sewer Replacement No. 36, for a total contract amount of 
$9,354,642, and a total contract duration of 400 consecutive calendar days; and 
authorize final payment to the Contractor. (Resolution 20-0159) 


g) Approve an increase of 140 consecutive calendar days to the contract duration 
contingency for Contract No. WW-655, As-Needed Main Sewer Replacement No. 7, 
and NTP for Contract No. WW-697, with Precision Engineering, Inc.; and authorize 
the General Manager to approve future modifications to the contract for a total 


contract duration of up to 580 consecutive calendar days, with no change to 
contract amount. (Resolution 20-0160) 


On motion to approve Consent Calendar items 10a through 10g: 
Ayes: Caen, Vietor, Moran, Maxwell, and Paulson 


No public comment. 


11. Authorize implementation in October 2020 of a one-time customer assistance bill 
credit for the following types of CleanPowerSF customers who are enrolled in the 
California Alternate Rates for Energy (CARE) or Family Electric Rate Assistance 
(FERA) low-income programs by September 30, 2020: (1) a credit of $50 for single- 
family residential customers, (2) a credit of $3,000 for multi-family residential 
customers, and (3) a credit of $750 for non-profit small-commercial customers. 
(Resolution 20-0161) 

Mike Hyams introduced the item and discussed the proposed program credits. He 
noted it is a one-time credit which will appear on customer bills in October. 


Mr. Hyams responded to a question from Commissioner Maxwell as to the budget for 
the credits. 


Mr. Hyams responded to a question from Commissioner Moran as to whether the 
credits are proportional to the amount of energy individual customers use, and a 
question as to how much disparity there is between classes. 


Public Comment 
e Alita Dupree expressed support for a fixed credit. She wants an outreach program 
to customers regardless if they are CleanPowerSF customers or not. 


On motion to approve item 11: 
Ayes: Caen, Vietor, Moran, Maxwell, and Paulson 


12. Authorize the General Manager to temporarily suspend through January 15, 2021 the 
following rules due to the COVID-19 emergency: (a) the discontinuation or shut off of 
water service for City retail customers for non-payment of water and/or sewer bills, (b) 


— 






2020 


the imposition of late payment penalties or fees for delinquent water and/or sewer 
bills, (c) the discontinuation or shut off of power service for SEPUC Hetch Hetchy 
Power Customers in San Francisco for non-payment of power bills, (d) the imposition 
of late payment penalties or fees for delinquent Hetch Hetchy Power Customer 
accounts, and (e) the return of delinquent CleanPowerSF Customers to PG&E 


generation service for failure to pay CleanPowerSF charges. (Resolution 20-0162) 
Erin Franks, Rates Administrator, introduced the item and discussed the need for the 


suspension of rules in order to maintain critical services to customers during the 
COVID-19 emergency. She noted the temporary suspension would last through 
January 15, 2021. 


On motion to approve item 12: 
Ayes: Caen, Vietor, Moran, Maxwell, and Paulson 


No public comment. 


13. Approve the plans and specifications, and award Contract No. WW-662R, Southeast 
Water Pollution Control Plant Power Feed and Primary Switchgear Upgrades, in the 
amount of $30,744,200 and with a duration of 1,170 consecutive calendar days to the 
responsible bidder submitting the lowest responsive bid, Blocka Construction, Inc., to 
upgrade the existing primary switchgear, substations, and related electrical system at 
the Southeast Water Pollution Control Plant and nearby facilities. This action 
constitutes the Approval Action for the project for the purposes of California 


Environmental Quality Act, pursuant to Section 31.04(h) of the San Francisco 
Administrative Code. (Resolution 20-0163) 


AGM How introduced the item and requested approval. 


She responded to a question from Commissioner Maxwell as to why the bids received 
were under the engineers estimate. 


On motion to approve item 13: 
Ayes: Caen, Vietor, Moran, Maxwell, and Paulson 


No public comment. 


14. Approve an increase of $6,140,764 to the existing contract cost contingency for 
Contract No. WW-682R, Southeast Community Center at 1550 Evans; and authorize 
the General Manager to approve future modifications to the contract for a total 


contract amount of up to $84,440,142, with no change to contract duration. 
(Resolution 20-0164) 


Kathy How introduced the item and requested approval. 


AGM How responded to a question from President Caen as to whether the contract 
was rebid. 


On motion to approve item 14: 
Ayes: Caen, Vietor, Moran, Maxwell, and Paulson 
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No public comment. 


15. Approve the plans and specifications, and award Contract No. WW-693, As-Needed 
Spot Sewer Replacement No. 40, in an amount not-to-exceed $9,689,823, and witha 
duration of 400 consecutive calendar days, to the sole, qualified, responsible bidder, J. 
Flores Construction Company, Inc., in accordance with San Francisco Administrative 
Code 6.23(c)(2), to replace sections of existing sewer piping, on an as-needed basis 
at locations to be determined throughout the City of San Francisco. (Resolution 20- 
0165) 

AGM How introduced the item and requested approval. She noted extensive outreach 
was conducted, but that only one bid was received. 


AGM How responded to a question from AGM How as to why only one bid was 
received. Brief discussion ensued. 


Commissioner Paulson offered possible reasons behind the single bid. 


On motion to approve item 15: 
Ayes: Caen, Vietor, Moran, Maxwell, and Paulson 


No public comment. 


16. Authorize the General Manager of the San Francisco Public Utilities Commission to 
execute a Cooperative Agreement between the SFPUC and The Energy Council for 
the implementation of the Bay Area Regional Heat Pump Water Heater Contractor 
Incentive Program, for an amount not to exceed $450,000 and a term expiring on 
March 31, 2023. (Resolution 20-0166) 

Barbara Hale, AGM Power, introduced the item. She reviewed participating agencies 
and their roles (startup and training funding) and (incentive and administrative 
funding). She reviewed the agreement between the SFPUC and the Energy Council. 





AGM Hale responded to a question from Commissioner Maxwell regarding workforce 
development, training, and the opportunity for green jobs. 


VP Vietor expressed support for the item and stated she likes the partnerships and 
incentives. 


AGM Hale thanked Julia Allman and Mike Hyams for their work on the item. 


Public Comment 

e Alita Dupree expressed support for the item stated she hopes this is the start of 
something bigger and. She stated that heat pumps are efficient and save money. 

e Jed Holtzman, 350 Bay Area, concurs with comments made by Alita Dupree. He 
stated water heaters cause indoor air pollution problems. He noted other 
agencies/municipalities efforts in this area. 

e Joanie Eisen expressed support for the item and for training to contractors to install 
heat pump wa 
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On motion to approve item 16: 
Ayes: Caen, Vietor, Moran, Maxwell, and Paulson 


Approve the terms and conditions of, and authorize the General Manager to execute, 
a Redesign, Relocation, and Reimbursement Agreement with the Peninsula Corridor 
Joint Powers Board (JPB) to reimburse the JPB for the costs to redesign and relocate 
two planned electrical poles to a location outside of SEPUC Parcel No. 205-A near 
Escuela Avenue and Crisanto Avenue in Mountain View, California, pursuant to an 
Easement Deed, ata cost to the SFPUC not to exceed $216,132. (Resolution 20- 
0167) 

Michael Carlin, Deputy General Manager introduced the item and requested approval. 





On motion to approve item 17: 
Ayes: Caen, Vietor, Moran, Maxwell, and Paulson 


No public comment. 


Public comment on matters to be addressed during Closed Session 
None. 


Motion on whether to assert the attorney-client privilege regarding the matters listed 
below as Conference with Legal Counsel 


On motion to assert the attorney-client privilege: 
Ayes: Caen, Vietor, Moran, Maxwell, and Paulson 


The Commission entered Closed Session at 5:05 PM. 


Conference with Legal Counsel - Pursuant to California Government Code Section 
54956.9 (d) (2) and San Francisco Administrative Code Section 67.10 (d) (2) 
Existing Unlitigated Claim 

Richard |. Klein and Janice T. Low v. City and County of San Francisco 

Unlitigated File No.: 20-01450 / Date Filed: December 21, 2019 

Proposed settlement of unlitigated claim with claimant’s release of all claims and the 
City to pay claimant $103,786.91. 

(Resolution 20-0168) 


Conference with Legal Counsel - Pursuant to California Government Code Section 
54956.9 (d) (4) and San Francisco Administrative Code Section 67.10 (d) (2) 
Anticipated Litigation as Plaintiff 


The Commission exited Closed Session at 5:47 PM. 


Announcement following Closed Session 
President Caen announced that the Commission recommends item 20 for Board of 





23. Motion regarding whether to disclose the discussions during Closed Session pursuant 


to San Francisco Administrative Code Section 67.12(a) 
On motion not to disclose the discussions during Closed Session: 
Ayes: Caen, Vietor, Moran, Maxwell, and Paulson 


24. Adjournment 
President Caen adjourned the meeting at 5:47 PM. 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


RESOLUTION NO. 20-0154 


WHEREAS, Construction has been completed for Hetch Hetchy Water & Power,Water 
Enterprise Program-funded, Contract No. HH-955 Hetch Hetchy & Cherry Lake Road Guardrail 
Improvement, by the contractor, Sierra Mountain Construction Inc.; and 


WHEREAS, On December 11, 2018, by Resolution No. 18-0207, this Commission 
awarded Contract No. HH-995, Hetch Hetchy & Cherry Lake Road Guardrail Improvement, in 
the amount of $1,887,735 to the sole, qualified and responsible bidder, Sierra Mountain 
Construction Inc.; and 


WHEREAS, The original contract amount was for $1,887,735 and the original contract 
duration was 394 consecutive calendar days; and 


WHEREAS, The construction contract Notice-To-Proceed date was set for June 3, 2019, 
and the contract work was completed in 344 consecutive calendar days on May 12, 2020; and 


WHEREAS, Modifications Nos. 1-3 to the contract were issued and cumulatively 
decreased the contract cost by $62,974 and the contract duration by 50 consecutive calendar 
days, to pay for installation of additional guardrail site CL-14 near Cherry Lake and eight 
additional driven postsand to balance bid item quantities and dollar values for work not 
performed along with indirect costs associated with the unused bid, with a resulting final contract 
amount of $1,824,761 and a final contract duration of 344 consecutive calendar days; and 


WHEREAS, The Contract Monitoring Division (CMD) has determined that the 
contractor complied with the established Local Business Enterprise (LBE) subcontracting 
requirement of 8% for this contract by achieving a final LBE participation of 6.98%; and 


WHEREAS, Funds are available from Project No. 10014102 R&R Roads and Bridges; 
now, therefore, be it 


RESOLVED, That this Commission hereby accepts work performed by Sierra Mountain 
Construction Inc. for Hetch Hetchy Water & Power, Water Enterprise Program-funded, Contract 
No. HH-995, Hetch Hetchy & Cherry Lake Road Guardrail Improvement, for a total contract 
amount of $1,824,761 and with a total contract duration of 344 consecutive calendar days, and 
authorizes final payment to the contractor. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of July 28, 2020. 


lloras Mod 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0155 


WHEREAS, On July 24, 2018, per Resolution No. 18-0124, this Commission approved 
the award of Job Order Contract (JOC) Contract No. JOC-70, General Engineering (A-License) 
for San Francisco, San Mateo, Santa Clara and Alameda Counties to Hernandez Engineering; 
and 


WHEREAS, The construction contract Notice-to-Proceed date was November 28, 2018; 
and 


WHEREAS, The original contract amount was for an amount not-to-exceed $5,000,000 
and the original contract duration was 730 consecutive calendar days; and 


WHEREAS, Section 6.22(h) of the San Francisco Administrative Code requires 
Commission approval for any cumulative increase in contract amount or duration in excess of 
10% of the original contract amount or duration; and 


WHEREAS, Modification No. 1 is being requested to increase the contract amount by 
$2,500,000, and increase the contract duration by 1,095 consecutive calendar days, to complete 
ongoing facility and asset improvements such as moving, wrecking, cathodic protection, 
concrete, construction traffic control services, earthwork and paving, landscaping, pipeline, 
reinforcing steel, tree service, trucking and hauling, and well drilling for the San Francisco 
Public Utilities Commission’s (SFPUC) Operations and Bureaus, for a total contract amount not- 
to-exceed $7,500,000 and a total contract duration of 1,825 consecutive calendar days, as 
allowed under San Francisco Administrative Code Chapter 6.62; and 


WHEREAS, The Contract Monitoring Division (CMD) established a Local Business 
Enterprise (LBE) subcontracting requirement of 16% for this construction contract, and the 
contractor has committed to a LBE subcontracting participation of 18% in its bid submittal; and 


WHEREAS, Funds will be available from various SFPUC Enterprise funds when Task 
Orders are issued; now, therefore, be it 


RESOLVED, That this Commission hereby approves Modification No. 1 to Job Order 
Contract (JOC) Contract No. JOC-70, General Engineering (A-License) for San Francisco, San 
Mateo, Santa Clara and Alameda Counties, with Hernandez Engineering, increasing the contract 
amount by $2,500,000 and increasing the contract duration by 1,095 consecutive calendar days 
(three years), for a total contract amount not-to-exceed $7,500,000, and a total contract duration 
of 1,825 consecutive calendar days (five years). 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of July 28, 2020. 


Hllornr blood 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0156 


WHEREAS, On October 9, 2018, per Resolution No. 18-0166, this Commission 
approved the award of JOC-76R, General Engineering (A-License) for San Francisco, San 
Mateo, Santa Clara and Alameda Counties to Anvil Builders, Inc., and 


WHEREAS, The construction contract Notice-to-Proceed date was November 28, 2018; 
and 


WHEREAS, The original contract amount was for an amount not-to-exceed $5,000,000 
and the original contract duration was 730 consecutive calendar days; and 


WHEREAS, Section 6.22(h) of the San Francisco Administrative Code requires that any 
cumulative increase in contract amount or duration in excess of 10% of the original contract 
amount or duration be approved by the Commission; and 


WHEREAS, Modification No. | is being requested to increase the contract duration by 
1,095 consecutive calendar days, to complete ongoing facility and asset improvements such as 
moving, wrecking, cathodic protection, concrete, construction traffic control services, earthwork 
and paving, landscaping, pipeline, reinforcing steel, tree service, trucking and hauling, and well 
drilling for the San Francisco Public Utilities Commission’s (SFPUC) Operations and Bureaus, 
for a total contract duration of 1,825 consecutive calendar days, as allowed under the San 
Francisco Administrative Code Chapter 6.62, with no change to the contract amount; and 


WHEREAS, The Contract Monitoring Division established a Local Business Enterprise 
(LBE) subcontracting requirement of 13% for this construction contract, and the contractor has 
committed to a LBE subcontracting participation of 13% in its bid submittal; and 


WHEREAS, Funds will be available from various SFPUC Enterprise funds when Task 
Orders are issued; now, therefore, be it 


RESOLVED, That this Commission hereby approves Modification No. 1 to Job Order 
Contract, JOC-76R, General Engineering (A-License) for San Francisco, San Mateo, Santa Clara 
and Alameda Counties, with Anvil Builders, Inc., increasing the contract duration by 1,095 
consecutive calendar days (three years), for a total contract duration of 1,825 consecutive 
calendar days (five years), with no change to the contract amount. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of July 28, 2020. 


pllorar Mood 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0157 


WHEREAS, On September 12, 2017, per Resolution No. 17-0197, this Commission 
approved the award of Earthquake Safety and Emergency Response Bond Program -funded 
Contract No. WD-2687R Auxiliary Water Supply System (AWSS) Pumping Station No. 2 
Improvements (2016) to Rubecon Builders, Inc.; and 


WHEREAS, The construction contract Notice-to-Proceed date was December 12, 2017; 
and 


WHEREAS, The original contract amount was for $17,949,125 and the original contract 
duration was 950 consecutive calendar days; and 


WHEREAS, Section 6.22(h) of the San Francisco Administrative Code require 
Commission approval for any cumulative increase in contract cost or duration in excess of 10% 
of the original contract amount or duration; and 


WHEREAS, An increase of $1,500,000 to the contract cost contingency, for a total 
contract cost contingency amount of $3,294,912, is being requested to add additional contract 
capacity to perform channel intake and utilities work at Pumping Station No. 2; and 


WHEREAS, CMD established a Local Business Enterprise (LBE) subcontracting 
participation of 16% for this contract, and the contractor committed to a LBE participation of 
37.86% with its bid submittal; and 


WHEREAS, Funds are available from Project No. 1000008514 (WD-2687R), PUC 
AWSS Pump Station 2; and 


WHEREAS, On December 10, 2009, the Planning Department approved a Mitigated 
Negative Declaration (MND) for this project, and on September 12, 2017, via Resolution 17- 
~ 0197, this Commission adopted the CEQA findings and approved the project, and on January 21, 
2020, the Planning Department reviewed the additional scope of work for the project and 
determined that this work was considered in the MND for the project; now, therefore, be it 


RESOLVED, That this Commission hereby approves an increase of $1,500,000 to the 
existing contract cost contingency, for Earthquake Safety and Emergency Response Bond 
Program funded Contract No. WD-2687R Auxiliary Water Supply System (A WSS) Pumping 
Station No. 2 Improvements (2016), for a total contract cost contingency amount of $3,294,912; 
and be it 


FURTHER RESOLVED, That this Commission hereby authorizes the General Manager, 
or his or her designee, to consider, and, if appropriate, to approve any future modifications to the 
contract amount for a total contract amount up to $21,244,037, with no change to the contract 
duration. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of July 28, 2020 


lloran Mtod 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0158 


WHEREAS, Contractor M. Hernandez Construction, Inc. has completed its work for 
Wastewater Enterprise (WWE), Renewal and Replacement (R&R) and Public Works (PW) 
Pavement Renovation Program-funded Contract No. WW-622 — Haight-Ashbury/ 
Tenderloin/Diamond Heights Districts Sewer Replacement and Paving Renovation; and 


WHEREAS, On June 14, 2016, by Resolution No. 16-0114, this Commission awarded 
Contract No. WW-622  Haight-Ashbury/ Tenderloin/Diamond Heights Districts Sewer 
Replacement and Paving Renovation, in the amount of $4,286,775, to the responsible bidder, 
submitting the lowest responsive bid, M. Hernandez Construction, Inc.; and 


WHEREAS, The construction contract Notice To Proceed date was set for September 6, 
2016, with an original schedule of 360 consecutive calendar days, and the contractor completed 
the contract work in 886 consecutive calendar days on February 8, 2019; and 


WHEREAS, The original contract amount was for $4,286,775 and the original contract 
duration was 360 consecutive calendar days; and 


WHEREAS, Section 6.22(h) of the Administrative Code requires that any cumulative 
increase in contract amount or duration in excess of 10% of the original contract amount or 
duration be approved by the Commission; and 


WHEREAS, On September 12, 2017, by Resolution No. 17-0190, this Commission 
approved an increase of 164 calendar days to the duration contingency for a total revised contract 
duration up to 560 consecutive calendar days; and 


WHEREAS, On April 24, 2018, by Resolution No. 18-0067, this Commission approved 
an increase of $352,032 to the cost contingency for a total revised contract amount of up to 
$5,067,485, and an increase of 125 calendar days to the duration contingency for a total revised 
contract duration of up to 685 consecutive calendar days; and 


WHEREAS, On May 22, 2018, by Resolution No. 18-0088, this Commission approved 
an increase of 60 calendar days to the duration contingency for a total revised contract duration 
of up to 745 consecutive calendar days; and 


WHEREAS, On January 22, 2019, by Resolution No. 19-0004, this Commission 
approved an increase of 150 calendar days to the duration contingency for a total revised contract 
duration of up to 895 consecutive calendar days; and 


WHEREAS, Modification Nos. | to 8 increased the contract amount by $692,427 and 
increased the contract duration by 325 consecutive calendar days to adjust bid item quantities to 
match actual quantities completed, for a total contract amount of $4,979,202, and a total contract 
duration of 685 consecutive calendar days; and 


WHEREAS, Staff recommends approval of Modification No. 9 (Final) to decrease the 
contract amount by $528,755, and increase the contract duration by 201 consecutive calendar 
days, to adjust bid item quantities to match actual quantities completed, for a total contract 


amount of $4,450,447 and a total contract duration of 886 consecutive calendar days; and 


WHEREAS, The contractor has made a good faith effort to comply with the CMD 
subcontracting goals of 20% LBE participation by achieving a final LBE participation of 
18.32%; and 


WHEREAS, Funds are available from SFPUC WWE R&R Project No. 10015663, 
Haight-Ashbury/Tenderloin/Diamond Heights Districts Sewer Replacement and SFPW Project 
No. 10002463, Haight-Ashbury/Tenderloin/Diamond Heights Districts Pavement Renovation; 
now, therefore, be it 


RESOLVED, That this Commission hereby accepts work performed by M. Hernandez 
Construction, Inc. for WWE, R&R and PW Pavement Renovation Program-funded Contract No. 
WW-622 Haight-Ashbury/ Tenderloin/Diamond Heights Districts Sewer Replacement and 
Paving Renovation, approves Modification No. 9 (Final), decreasing the contract amount by 
$528,755 for a total contract amount of $4,450,447, and increasing the duration by 201 calendar 
days, for a total contract duration of 886 consecutive calendar days, and authorizes final payment 
to the contractor. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of July 28, 2020. 


pllorna Mood 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0159 


WHEREAS, Construction has been completed for Wastewater Enterprise, Renewal and 
Replacement Program-funded Contract No. WW-646, As-Needed Spot Sewer Replacement No. 
36, by the contractor, J. Flores Construction, Inc.; and 


WHEREAS, On July 11, 2017, by Resolution No. 17-0165, this Commission awarded 
Contract No. WW-646, As-Needed Spot Sewer Replacement No. 36, in the amount of 
$7,796,038, to the lowest, qualified and responsible bidder, with the lowest responsive bid, J. 
Flores Construction, Inc.; and 


WHEREAS, The construction contract Notice To Proceed date was set for October 24, 
2017, with an original schedule of 400 consecutive calendar days and the contract work was 
completed in 400 consecutive calendar days on November 27, 2018; and 


WHEREAS, The original contract amount was for $7,796,038 and the original contract 
duration was 400 consecutive calendar days; and 


WHEREAS, Section 6.22(h) of the Administrative Code requires that any cumulative 
increase in contract amount or duration in excess of 10% of the original contract amount or 
duration be approved by the Commission; and 


WHEREAS, On August 28, 2018, per Resolution No. 18-0138, this Commission 
approved an increase of $779,000 to the contract amount contingency for a total contract not-to- 
exceed amount of up to $9,354,642; and 


WHEREAS, Modification Nos. 1 through 3 were issued for $1,558,604 to provide 
additional services in the contract, increasing the contract not-to-exceed amount to $9,354,642; 
and 


WHEREAS, The Contract Monitoring Division has determined that the contractor 
complied with the established Local Business Enterprise (LBE) subcontracting goal of 20% for 
this contract by achieving a final LBE participation of 11.39%; and 


WHEREAS, Funds are available from Project No. 10029247, As-Needed Spot Sewer 
Replacement No. 36; now, therefore, be it 


RESOLVED, That this Commission hereby accepts work performed by J. Flores 
Construction, Inc. for Wastewater Enterprise, Renewal and Replacement Program-funded 
Contract No. WW-646, As-Needed Spot Sewer Replacement No. 36, for a total contract amount 
of $9,354,642, and with a total contract duration of 400 consecutive calendar days, and 
authorizes final payment to the contractor. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of July 28, 2020. 


pllornr Mod 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0160 


WHEREAS, On April 23, 2019, per Resolution No. 19-077, this Commission approved 
the award of Wastewater Enterprise, Renewal and Replacement Program- funded Contract No. 
WW-655, As-Needed Main Sewer Replacement No. 7, and NTP for Contract No. WW-697 to 
Precision Engineering, Inc.; and 


WHEREAS, The construction contract Notice-to-Proceed date was June 10, 2019; and 


WHEREAS, The original contract amount was for $6,705,115 and the original contract 
duration was 400 consecutive calendar days; and 


WHEREAS, Section 6.22(h) of the San Francisco Administrative Code requires 
Commission approval for any cumulative increase in contract amount or duration in excess of 
10% of the original contract amount or duration; and 


WHEREAS, An increase of 140 calendar days to the contract duration contingency is 
being requested to allow Contractor to perform urgent as-needed main sewer replacement work, 
if needed, until January 2021, which is when staff anticipate being able to issue Notice to 
Proceed for Contract No. WW-697, As-Needed Main Sewer Replacement No. 8, subject to this 
Commission’s award of Contract No. WW-697, which is currently scheduled to be considered by 
this Commission in August 2020; and 


WHEREAS, CMD established a Local Business Enterprise (LBE) subcontracting 
participation of 14% for this contract, and the contractor committed to a LBE participation of 
14.17% with its bid submittal; and 


WHEREAS, Funds are available from Project No. 10015671, As-Needed Main Sewer 
Replacement No. 7; now, therefore be it 


RESOLVED, That this Commission hereby approves an increase of 140 calendar days to 
the existing contract duration contingency for Wastewater Enterprise, Renewal and Replacement 
Program-funded Contract No. WW-655, As-Needed Main Sewer Replacement No. 7, and NTP 
for Contract No. WW-697, for a total contract duration contingency amount of up to 180 
consecutive calendar days; and be it 


FURTHER RESOLVED, That this Commission hereby authorizes the General Manager, 
or his or her designee, to consider, and, if appropriate, to approve any future modifications to the 
contract for a total contract duration of up to 580 consecutive calendar days, with no change to 
the contract amount. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of July 28, 2020. 


Plone Med 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0161 


WHEREAS, The City and County of San Francisco issued a “Shelter-in-Place” order for 
residents of San Francisco as a result of COVID-19; and 


WHEREAS, COVID-19 is causing and is expected to continue to cause serious negative 
impacts on the local economy and financial impacts to residents, including the substantial loss of 
income due to loss of compensable work hours or wages, layoffs, and business closures; and 


WHEREAS, Loss of income as a result of the global COVID-19 pandemic may inhibit 
San Francisco residents and businesses from fulfilling their financial obligations including public 
utility payments such as electricity charges; and 


WHEREAS, Low-income residential and small commercial customers are experiencing 
increased economic hardship during this time; and 


WHEREAS, Offering one-time customer assistance bill credits to CleanPower SF single 
family residential customers, multi-family residential customers, and non-profit small 
commercial customers enrolled in the California Alternate Rates for Energy (CARE) or Family 
Electric Rate Assistance (FERA) programs would help alleviate economic hardship by reducing 
these customers’ energy costs; and 


WHEREAS, The eligibility criteria and program rules are set forth in the document titled 
“Program Rules for Customer Assistance Bill Credit for CleanPowerSF Low-Income 
Customers,” a copy of which is attached hereto and on file with the Commission Secretary; and 


WHEREAS, CleanPower SF staff proposes to implement the one-time discount in 
October 2020 and estimates the total value of credits to be issued to customers under this one- 
time Program would be $3,221,050; and 


WHEREAS, Pursuant to Charter Section 4.104, a notice of public hearing was posted on 
the SFPUC website, as required, on July 14, 2020; now, therefore, be it 


RESOLVED, That this Commission hereby authorizes CleanPowerSF to implement in 
October 2020 a one-time customer assistance bill credit for the following types of CleanPowerSF 
customers who are enrolled in the California Alternate Rates for Energy (CARE) or Family 
Electric Rate Assistance (FERA) low-income programs by September 30, 2020: (1) a credit of 
$50 for single-family residential customers, (2) a credit of $3,000 for multi-family residential 
customers, and (3) a credit of $750 for non-profit small-commercial customers, in accordance 
with the Program Rules attached hereto. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of July 28, 2020. 


pllornn Med 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0162 


WHEREAS, California Government Code Sections 8550 et seq., San Francisco Charter 
Section 3.100(14) and Chapter 7 of the San Francisco Administrative Code empower the Mayor 
to proclaim the existence of a local emergency, subject to concurrence by the Board of 
Supervisors as provided in the Charter, in the case of an emergency threatening the lives, 
property or welfare of the City and County or its citizens; and 


WHEREAS, On February 25, 2020, the Mayor issued a Proclamation (the 
“Proclamation”) declaring a local emergency to exist in connection with the imminent spread 
within the City of a novel (new) coronavirus (“COVID-19”): and 


WHEREAS, On March 3, 2020, the Board of Supervisors concurred in the Proclamation 
and in the actions taken by the Mayor to meet the emergency; and 


WHEREAS, On March 4, 2020, Governor Gavin Newsom proclaimed a state of 
emergency to exist within the State due to the threat posed by COVID-19; and 


WHEREAS, On March 6, 2020, the Local Health Officer declared a local health 
emergency under Section 101080 of the California Health and Safety Code, and the Board of 
Supervisors concurred in that declaration on March 10, 2020; and 


WHEREAS, On March 6, 2020, the City issued public health guidance to encourage 
social distancing to disrupt the spread of COVID-19 and protect community health; and 


WHEREAS, On March 13, 2020, Mayor London Beed issued the Second Supplement to 
the Mayoral Proclamation of a Local Emergency, which, among other things did the following: 


1. Suspended for 60 days the following five rules of the San Francisco Public Utilities 
Commission (SFPUC): (a) the discontinuation or shut off of water service for residents 
and businesses in the City for non-payment of water and sewer bills, (b) the imposition of 
late payment penalties or fees for delinquent water and/or sewer bills, (c) the 
discontinuation or shut off of power service for SFPUC Hetch Hetchy Power Customers 
in San Francisco for non-payment of power bills, (d) the imposition of late payment 
penalties or fees for delinquent Hetch Hetchy Power Customer accounts, and (e) the 
return of delinquent CleanPowerSF Customers to PG&E generation service for failure to 
pay CleanPowerSF charges (referred to cumulatively herein as “Suspended SFPUC Shut 
Off Rules and Penalties’); and 


2. Sections 150.4, 150.5, and 150.6 of the Public Works Code regarding the initiation of lien 
proceedings for delinquent water and sewer bills are suspended for the duration of the 
local emergency; and 


WHEREAS, On March 16, 2020, the City’s Health Officer issued a stay safe at home 
order, Health Officer Order No. C19-07 (the “Stay Safe At Home Order”), requiring most people 
to remain in their homes subject to certain exceptions including obtaining essential goods such as 
food and necessary supplies, and requiring the closure of nonessential businesses and the Health 
Officer has amended the Stay Safe At Home Order to modify the ongoing restrictions; and 


WHEREAS, On May 11, 2020, Mayor London Breed issued the Thirteenth Supplement 
to the Mayoral Proclamation of a Local Emergency, extending for an additional 60 days, through 
July 11, 2020, the Suspended SFPUC Shut Off Rules and Penalties; and 


WHEREAS, On June 29, 2020, Mayor London Breed issued the Twenty-First 
Supplement to the Mayoral Proclamation of a Local Emergency, extending for an additional 30 
days, through August 10, 2020, the Suspended SFPUC Shut Off Rules and Penalties; and 


WHEREAS, The Mayoral Proclamation, Supplements to the Proclamation, and Health 
Orders issued during this emergency have all been issued because of the propensity of the virus 
to spread person to person and also because the virus physically is causing property loss or 
damage due to its proclivity to attach to surfaces for prolonged periods of time; and 


WHEREAS, Loss of income as a result of the global COVID-19 pandemic may inmbit 
San Francisco residents and businesses from fulfilling their financial obligations, including 
public utility payments such as water, sewer, and electricity charges; and 


WHEREAS, Ensuring that all people in San Francisco continue to have access to running 
water during this public health crisis to enable people to regularly wash their hands and maintain 
access to clean drinking water will help to prevent the spread of COVID-19 and prevent or 
alleviate illness or death due to the virus; and 


WHEREAS, Ensuring that all customers in San Francisco that receive power services 
from the SFPUC continue to have access to electricity so they are able to receive important 
COVID-19 information, keep critical medical equipment functioning, and utilize power as 
needed will help to prevent the spread of COVID-19 and prevent or alleviate illness or death due 
to the virus; and 


WHEREAS, Section D, Rules 4 and 5 of the Rules and Regulations Governing Water 
Service To Customers, established by Resolution No. 19-786, passed December 15, 1959, and 
last amended December 10, 2019, detail the rules for the discontinuation or shut off of water 
service for residents and businesses in the City for non-payment of water and sewer bills; and 


WHEREAS, Schedule W-44 of the Water Rate Schedules details the rules governing the 
imposition of Late Payment Penalties for delinquent water and/or sewer bills; and 


WHEREAS, Rule X of the Rules and Regulations Governing Electric Service, Effective 
May 9, 2017, details the Discontinuance and Restoration of Hetch Hetchy Power Service and 
Rule VIII of the Rules and Regulations Governing Electric Service, Effective May 9, 2017, 
details Penalties of Late Payment for Hetchy Power Service; and 


WHEREAS, The CleanPowerSF Delinquent Accounts, Bad Debt and Collections Policy, 
authorized by the General Manager on January 17, 2017, details the process for Delinquent 
Accounts, and dictates that the SFPUC return delinquent CleanPowerSF Customers to PG&E for 
failure to pay CleanPowerSF charges; now, therefore, be it 


RESOLVED, That this Commission hereby authorizes the General Manager to 
temporarily suspend through January 15, 2021 the following: (a) the provisions in Section D, 
Rules 4 and 5 of the Rules and Regulations Governing Water Service To Customers governing 
the discontinuation or shut off of water service for residents and businesses in the City for non- 
payment of water and sewer bills, (b) the imposition of Late Payment Penalties for delinquent 
water and/or sewer bills set forth in Schedule W-44 of the Water Rate Schedules, (c) Rule X of 


the Rules and Regulations Governing Electric Service, Effective May 9, 2017, regarding the 
Discontinuance and Restoration of Hetch Hetchy Power Service for SFPUC Hetch Hetchy Power 
Customers in San Francisco for non-payment of power bills, (d) Rule VII of the Ru/es and 
Regulations Governing Electric Service, Effective May 9, 2017, governing Penalties of Late 
Payment for Hetchy Power Service for delinquent Hetch Hetchy Power Customer accounts, and 
(e) the provisions in the CleanPowerSF Delinquent Accounts, Bad Debt and Collections Policy 
governing the return of delinquent CleanPowerSF Customers to PG&E generation service for 
failure to pay CleanPowerSF charges; and be it 


FURTHER RESOLVED, This temporary suspension shall remain in effect until January 
15, 2021 unless terminated sooner by action of this Commission. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of July 28, 2020. 


(flonan blood 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0163 


WHEREAS, The San Francisco Public Utilities Commission (SFPUC) advertised 
Wastewater Enterprise, Sewer System Improvement Program funded, Contract No. WW-662R, 
Southeast Water Pollution Control Plant Power Feed and Primary Switchgear Upgrades, on 
February 20, 2020; and 


WHEREAS, The Engineer’s Estimate is $34,000,000 for this construction contract work 
to upgrade the existing primary switchgear, substations and related electrical system at the 
Southeast Water Pollution Control Plant and nearby facilities; and 


WHEREAS, The contract duration is 1,170 consecutive calendar days; and 
WHEREAS, Two (2) bids were received and opened publicly on May 28, 2020; and 


WHEREAS, San Francisco Public Utilities Commission (SFPUC) staff and Contract 
Monitoring Division (CMD) review of the bids for qualifications, responsibility, responsiveness 
and application of bid preferences resulted in the establishment of Blocka Construction, Inc. as 
the responsible bidder with the lowest responsive bid; and 


WHEREAS, CMD established a Local Business Enterprise (LBE) subcontracting 
participation of 8% for this contract, and the contractor committed to a LBE participation of 
11.38% with its bid submittal; and 


WHEREAS, The firm being awarded a contract by the SFPUC must be in compliance 
with the Equal Benefits Provisions of Chapter 12B of the City’s Administrative Code either at 
the time of the award, or within 2 weeks of the date of the Commission award; failure of the 
bidder to obtain compliance certification from CMD may result in award of the contract to the 
responsible bidder submitting the next lowest responsive bid, or re-bidding of the contract at the 
discretion of the City; and 


WHEREAS, Funds are available from Project No. CWWSIPSE10, SEP Power Feed and 
Primary Switchgear Upgrade; and 


WHEREAS, On February 22, 2018, the Planning Department determined that the 
proposed project is categorically exempt from the California Environmental Quality Act (CEQA) 
under Section 15303, Class 3 (New Construction or Conversion of Small Structure); now, 
therefore be it 


RESOLVED, That this Commission hereby approves the plans and specifications and 
awards Wastewater Enterprise, Sewer System Improvement Program-funded Contract No. WW- 
662R, Southeast Water Pollution Control Plant Power Feed and Primary Switchgear Upgrades, 
in the amount of $30,744,200, for a duration of 1,170 consecutive calendar days, to the 
responsible bidder submitting the lowest responsive bid, Blocka Construction, Inc. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 


Commission at its meeting of July 28, 2020. 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0164 


WHEREAS, On January 22, 2019, per Resolution No. 19-0015, this Commission 
approved the award of Wastewater Enterprise, Capital Improvement Program-funded Contract 
No. WW-682R, Southeast Community Center at 1550 Evans to Charles Pankow Builders, Inc.; 
and 


WHEREAS, The construction contract Notice-to-Proceed date was January 13, 2020; and 


WHEREAS, The original contract amount was for $71,181,253 and the original contract 
duration was 1,157 consecutive calendar days; and 


WHEREAS, Section 6.22(h) of the San Francisco Administrative Code requires 
Commission approval for any cumulative increase in contract amount or duration in excess of 
10% of the original contract amount or duration; and 


WHEREAS, An increase of $6,140,764 to the contract cost contingency is being 
requested to complete the award of subcontracting trade packages; and 


WHEREAS, Contract Monitoring Division established a Local Business Enterprise 
(LBE) subcontracting participation of 20% for this contract, and the contractor committed to a 
LBE participation of 20% with its bid submittal; and 


WHEREAS, Funds are available from Project No. CWWFAC03, Southeast Community 
Center at 1550 Evans; and WHEREAS, On October 30, 2018, the Planning Department 
determined that the Southeast Community Center Project No. CWWFAC03, is exempt from the 
California Environmental Quality Act (CEQA) under the CEQA Guidelines Section 15061(b)(3), 
General Rule Exclusion; now, therefore be it 


RESOLVED, That this Commission hereby approves an increase of $6,140,764 to the 
existing contract cost contingency for Wastewater Enterprise, Capital Improvement Program 
funded Contract No. WW-682R, Southeast Community Center at 1550 Evans, for a total contract 
cost contingency amount of up to $13,258,889; and be it 


FURTHER RESOLVED, That this Commission hereby authorizes the General Manager, 
or his or her designee, to consider, and, if appropriate, to approve any future modifications to the 
contract amount for a total contract amount of up to $84,440,142, with no change to the contract 
duration. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of July 28, 2020. 


pllorna Mood 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0165 


WHEREAS, Wastewater Enterprise, Renewal and Replacement Program funded, 
Contract No. WW-693, As-Needed Spot Sewer Replacement No. 40, was advertised on March 9, 
2020; and 


WHEREAS, The Engineer’s Estimate is $9,097,525 for this construction contract work to 
replace sections of existing sewer piping, on an as-needed basis, at locations to be determined 
throughout the City of San Francisco; and 


WHEREAS, The contract duration is 400 consecutive calendar days; and 
WHEREAS, One (1) bid was received and opened publicly on May 7, 2020; and 


WHEREAS, SFPUC staff and Contract Monitoring Division (CMD) review of the single 
bid received for qualifications, responsibility, responsiveness and application of bid preferences 
resulted in the establishment of J. Flores Construction Company, Inc. as the sole responsible 
bidder; and =f 


WHEREAS, Pursuant to the San Francisco Administrative Code, Chapter 6.23(c)(2), San 
Francisco Public Utilities Commission (SFPUC) conducted an analysis of the level of contract 
outreach and a review of the scope of work in the contract documents in order to determine 
whether (A) further outreach efforts would result in more than one Bid and/or (B) removal or 
modification of certain requirements in the Contract would result in more than one Bid, and 
based on that analysis, the General Manager determined that neither step (A) nor (B), above, 
would likely result in more than one Bid at bid prices substantially lower than the bid price 
received, and the General Manager therefore seeks Commission approval to negotiate with the 
sole bidder, J. Flores Construction Company, Inc.; and 


WHEREAS, CMD established a Local Business Enterprise (LBE) subcontracting 
participation of 7% for this contract, and the contractor committed to a LBE participation of 
7.21% with its bid submittal; and 


WHEREAS, The firm being awarded a contract by the SFPUC must be in compliance 
with the Equal Benefits Provisions of Chapter 12B of the City’s Administrative Code either at 
the time of the award, or within 2 weeks of the date of the Commission award; failure of the 
bidder to obtain compliance certification from CMD may result in award of the contract to the 
responsible bidder submitting the next lowest responsive bid, or re-bidding of the contract at the 
discretion of the City; and 


WHEREAS, Funds are available from Project No. 10034355, As-Needed Spot Sewer 
Replacement No. 40; and 


WHEREAS, This contract does not constitute a project under California Environmental 
Quality Act Guidelines Section 15378 because there would be no physical change in the 
environment; therefore now be it 


RESOLVED, That this Commission hereby authorizes the General Manager to negotiate 
a contract for an amount not to exceed $9,689,823 with the sole qualified, responsible and 
responsive bidder, J. Flores Construction Company, Inc., for WWE, R&R Program-funded 
Contract No. WW-693, As-Needed Spot Sewer Replacement No. 40; and be it 


FURTHER RESOLVED, That upon successful negotiations, this Commission hereby 
approves the plans and specifications and awards Wastewater Enterprise, Renewal and 
Replacement Program-funded Contract No. WW-693, As-Needed Spot Sewer Replacement No. 
40, in the amount of $ 9,689,823, for a duration of 400 consecutive calendar days, to the sole 
qualified, responsible and responsive bidder, J. Flores Construction Company, Inc.. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of July 28, 2020. 


lloras Absod 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0166 


WHEREAS, The San Francisco Board of Supervisors established a Community Choice 
Aggregation (CCA) program in 2004 (Ordinance 86-04) and has implemented the program, 
called CleanPowerSF, through the work of the San Francisco Public Utilities Commission in 


consultation with the San Francisco Local Agency Formation Commission (Ordinances 146-07, 
147-07, and 232-09); and 


WHEREAS, The Energy Council is a joint powers agency comprised of Alameda County 
and all cities in Alameda County and was formed to seek funding to develop and implement 
programs and policies that reduce energy demand, increase energy efficiency, advance the use of 
clean, efficient and renewable resources, and help create climate resilient communities; and 


WHEREAS, Installation of heat pump water heaters (HPWH) in residential settings as 
soon as practical is essential to reducing greenhouse gases, and the urgent and immediate 
reduction of those emissions will reduce the long term, cumulative impacts of these pollutants on 
the environment; and 


WHEREAS, The Energy Council is administering the Bay Area Regional Heat Pump 
Water Heater Contractor Incentive Program using funding provided under this Cooperative 
Agreement by participating agencies; and 


WHEREAS, Services under the Cooperative Agreement are anticipated to begin in 
August, 2020 and will end no later than March 31, 2023, for a total contract duration of 32 
months; and 


WHEREAS, The fiscal impact to participate in the program is expected to not exceed 
$450,000 for the duration of this agreement; now, therefore, be it 


RESOLVED, That this Commission hereby authorizes the General Manager of the San 
Francisco Public Utilities Commission to execute a Cooperative Agreement with The Energy 
Council in the form on file with the Commission Secretary for an amount not-to-exceed 
$450,000 for the 32-month program duration, terminating March 31, 2023, and authorizing the 
General Manager to approve modifications to the Cooperative Agreement that do not materially 
change the benefits to or obligations of the SFPUC under the agreement. ~ 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting July 28, 2020. 


plore Mted- 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0167 


WHEREAS, The City and County of San Francisco (City), through its Public Utilities 
Commission (SFPUC), owns an 80-foot wide easement (Easement), designated as SFPUC 
Parcel 205-A, in Mountain View, California, that was acquired from the Southern Pacific 
Railroad Company (Grantor) in 1950; and 


WHEREAS, The Peninsula Corridor Joint Powers Board (JPB), as successor-in-interest 
to Grantor under the Easement Deed, currently owns the underlying fee interest in the Easement 
Area; and 


WHEREAS, Pursuant to the Easement Deed, the SFPUC has the right to construct, 
operate, and maintain four water pipelines within the Easement Area, subject to the requirement 
that SFPUC must pay for any cost and expense JPB may sustain from the SFPUC’s use of the 
Easement and/or the construction, maintenance, use, and/or location of the SFPUC facilities; and 


WHEREAS, The SFPUC Water Enterprise currently operates two pipelines — Bay 
Division Pipeline Nos. 3 and 4 - within the Easement Area; and 


WHEREAS, The Easement Deed and WHEREAS, The Easement Deed does not 
preclude JPB from installing any planned improvements within the same Easement Area; and 


WHEREAS, JPB’s Peninsula Corridor Electrification Project (Project), seeks to install 
infrastructure needed to electrify JPB’s commuter rail system and towards that end, JPB planned 
to install two electrical power poles with significant footings within SFPUC Parcel No. 205A; 
and 


WHEREAS, SFPUC staff concluded that the installation of the two electrical poles 
would severely restrict the SFPUC from installing any additional pipelines in the Easement Area; 
and 


WHEREAS, After a thorough analysis by the SFPUC’s engineers, SFPUC staff asked 
JPB to relocate the two electrical poles outside of the Easement Area in order to protect the 
SFPUC’s ability to install future pipelines in the Easement Area; and 


WHEREAS, JPB agreed to relocate the two planned electrical poles outside the 
Easement, provided that City reimburses JPB for its following costs (Redesign and Relocation 
Costs): (a) the costs to redesign the installation of the two planned electrical poles outside of the 
Easement Area; (b) any JPB staff oversight costs involved in the re-design; and (c) the increased 
costs, if any, above the original estimate provided by JPB, to install the two planned electrical 
poles outside of the Easement Area; and 


WHEREAS, As of November 19, 2019, JPB estimated that the Redesign and Relocation 
Costs will be $216,132; and 


WHEREAS, City, through the SFPUC, and JPB now desire to enter into a Redesign, 
Relocation, and Reimbursement Agreement (Reimbursement Agreement) to document City’s 
agreement to reimburse JPB for the redesign and relocation of the two planned electrical poles 
outside of the Easement Area; and 


WHEREAS, The Reimbursement Agreement provides that if the final Redesign and 
Installation Costs are higher than the Cost Estimate of $216,132, City will reimburse JPB for the 
final documented sum of the Redesign and Installation Costs (True-Up Payment), subject to 
Commission approval; and 


WHEREAS, The Reimbursement Agreement further provides that if the final Redesign 
and Installation Costs are lower than the amounts paid by City pursuant to the Cost Estimate, 
JPB will repay City the difference between the amounts paid by City and the final Redesign and 
Installation Costs no later than 120 days following completion of the Redesign and Installation; 
and 


WHEREAS, The SFPUC has reviewed the Final Environmental Impact Report (FEIR) 
for the Peninsula Corridor Electrification Project (State Clearinghouse Number 2013012079) and 
determined that SFPUC’s authorization of the Reimbursement Agreement to fund the redesign - 
and relocation work required to relocate the subject electrical poles outside of SFPUC Right of 
Way (ROW) is within the scope of the Project’s prior CEQA approval, and that these documents 
are adequate for SFPUC’s use in approving the Reimbursement Agreement with the JPB; and 


WHEREAS, JPB’s approval of the Project and the FEIR and other Project materials are 
part of the record of this approval and are available for public review at the SFPUC offices, Real 
Estate Services Division, 525 Golden Gate Avenue, 10th Floor, San Francisco, CA; and 


WHEREAS, Since the JPB approved the Project, there have been no substantial changes 
in the Project or changes in Project circumstances that would result in new significant 
environmental effects or an increase in the severity of previously identified significant impacts, 
and there is no new information of substantial importance that would change the conclusions set 
forth in the FEIR; and 


WHEREAS, The JPB has adopted the mitigation measures included in the FEIR and set 
forth in the Mitigation Monitoring and Reporting Program and assumed responsibility for their 
implementation, including any mitigation measures that apply to the design and relocation work 
described in the Reimbursement Agreement. The SFPUC has no direct authority or responsibility 
with respect to the Project other than its action to enable the Project Sponsor to carry out a minor 
component of the Project by approving the Reimbursement Agreement and the reimbursement of 
specified redesign and relocation costs. None of the mitigation measures included in the Final 
EIR and set forth in the Mitigation Monitoring and Reporting Program that apply to the redesign 
and relocation work are within the SFPUC’s jurisdiction or control; now, therefore, be it 


RESOLVED, The SFPUC adopts the findings contained in the recitals set forth above as 
if set forth fully herein, and also adopts the findings required by Section 15091 of the CEQA 
Guidelines that the JPB has previously adopted in conjunction with the JPB’s approval of the 
Project; and be it 


FURTHER RESOLVED, That this Commission hereby approves the terms and 
conditions of the Reimbursement Agreement; and, be it 


FURTHER RESOLVED, That this Commission hereby ratifies, approves, and authorizes 
all actions heretofore taken by any City official in connection with the Reimbursement 
Agreement; and, be it 


FURTHER RESOLVED, That this Commission hereby authorizes and directs the 
SFPUC General Manager to execute the Reimbursement Agreement; and, be it 


FURTHER RESOLVED, That this Commission herby authorizes the SFPUC General 
Manager to enter into any amendments or modifications to the Reimbursement Agreement 
including, without limitation, the exhibits, that the General Manager determines, in consultation 
with the City Attorney, are in City’s best interest; do not materially increase City’s obligations 
or liabilities; are necessary or advisable to effectuate the purposes and intent of the 
Reimbursement Agreement or this resolution; and are in compliance with all applicable laws, 
including the City Charter. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities Commission at 


its meeting of July 28, 2020 


Secretary, Public Utilities Commission 



































hades 
| dogatroxnudimia Al —— 
fm) Jooywruiedt ade of the Radecgn aad Total Linkin rue ' 
(ae aan “Bite wANiveriuk ydotod: eek c vi K 1088s aH 
af ae a mea ee EY PHSEROE RRR | 
erty A oil} rer 
Tritt nue nraeriben ish Set aft fi tins ere 
ottesiienida vii {zn teens PS uanhhA Wh srt? SAE He” ES Sob OBE 
~anoiteciide a’ WiD szsnont ylleinsmen ton ob steorsttt rit 2 ve at on agate nO 
ot “tonuratel dre rypcoqwege elt: atsutoabie, a) Ty NORAZ2 OE 
veel sidasiiqqa Us mn “nal ong 9x be 0a gl 0 IarBITY 
unt inai SUPE auiherention of ihe Reimharnement Ags it: 
af -viecation work roquued te nulécaie the sublet ciscuieal poten crisnloot SEROUS 
Mer ROW in Within the re f the Peoject's yor! FQOA approcal, soo 
aa woveaiee be, pd had betabsrninattaleags quvenarst AIG 
it 4h . HOE "8 ial 
WHEPRTAS, IPB sone ¢ ibe Project and the FL and other Project, nate in 
. part v1 a wcord oF Mis a navak and are aveite ide (iar ens te “view om the SFPUIC off ey I a 
se. Oth Floor, San Prancisod, ae : 


re at 
og 







Pate Serwiees Divina nr. - 






Wi MORE. AS, Svan i ‘i hon fs He <t. thewe heve hos fad ieutventaals ig _: 
ip in Poy eet NON J Si swe ane i vould gesult in new sige Tica.» 
ineaniental ofits: oncwac bir fe Severity of previogshy idteitied significge tis 


eas! 
wh J cous Pap rouation of seteideiiead ampovtance thal would chung Fee, sans rt) . na 


= ee 





? jAm The IPR rue acdionl-ie ane ue measirt éweladed rn A - 
oy Ncw yitear ii | a Meagan sie : Prog n ane assumed responsivity fe 
abit 1h mie ace mares that apply toshe design ant rota 1 

nba. ret Aqprotant. Phe SFPLIC has me direct authartyid {punts a ‘ 


et oie ilo/agtiond Tes y wolils io Project Spameor 16 SAY Tah = 
mat ny appro ee sinh vrsemvont Agrscrepat and thie reign rn 
peer val ee scankes cue Some of the mitigation meaeanes inchwihed tp the i i 

. _ w Vigaien Muaguiring and Reporting Prograrts that “ign 

. , w SPPTYs wisdiction wf eanitedl: new, 

: s te iterielichic ee tere 
ees Pe Pe atoll ngs i he fe 29“. 
ae wey. ee ond ie dp dings quid by Seution Seca ae 
nae | hes greedy adapted ia cngee ri | 

di Yosd Wi aie ae 
ie RESOLVED. That this. Cor cr hereby Pe Ne f 
iv « . conn mitered! eens and, oe = 


y 
- i Sk) 
oe 
aia o 
‘ ' 
7 
7 
@ : ia 
x 


San Francisco 
Water Power Sewer 


Services of the San Francisco Public Utilities Commission 


S 





SAN FRANCISCO PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


London N. Breed 
Mayor 


CANCELLATION NOTICE 


THE SFPUC REGULAR MEETING SCHEDULED FOR 
Tuesday, August 11, 2020 
1:30 P.M. 


HAS BEEN CANCELLED 


Commissioners 
Ann Moller Caen, President 
Francesca Vietor, Vice President 
Anson Moran 
Sophie Maxwell 
Tim Paulson 


Harlan L. Kelly, Jr. 
General Manager 


Donna Hood 
Secretary 





San Francisco Public Utilities Commission 
525 Golden Gate Avenue, 13! Floor 
San Francisco, CA 94102 


San Francisco 


Services of the San Francisco Public Utilities Commission 






SAN FRANCISCO PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


London N. Breed 
Mayor 


REGULAR MEETING AGENDA 
Tuesday, August 25, 2020 
1:30 P.M. 


This meeting is being held by Teleconference Pursuant to the Governor’s Executive Order N- 
29-20 and the Twelfth Supplement to Mayoral Proclamation Declaring the Existence of a Local 
Emergency Dated February 25, 2020 


WATCH LIVE: 
https://www.sfgovtv.org/sfpuc 


PUBLIC COMMENT CALL-IN: 
1 (415) 665-0001 / MEETING ID: 146 136 9319 # # 


During the Coronavirus Disease (COVID-19) emergency, the San Francisco Public Utilities 
Commission’s (SFPUC) regular meeting room, City Hall, Room 400, is closed. Commissioners 
and SFPUC staff will convene Commission meetings remotely by teleconference. 


Commissioners 
Ann Moller Caen, President 
Francesca Vietor, Vice President 
Anson Moran 
Sophie Maxwell 
Tim Paulson 


Harlan L. Kelly, Jr. 
General Manager 


Donna Hood 
Secretary 





Accessible Meeting Policy: To obtain meeting materials in alternative format, please contact the Commission Secretary at 
415-554-2165 or via email at Commission@sfwater.org. Providing at least 72 hours notice will help to ensure availability. 
Written reports or background materials for calendar items are available on-line at 
http://www.sfwater.org/index.aspx?page=167. 


Know Your Rights Under the Sunshine Ordinance: Government's duty is to serve the public, reaching its decision in full 
view of the public. Commissions, boards, councils and other agencies of the City and County exist to conduct the people's 
business. This ordinance assures that deliberations are conducted before the people and that City operations are open to 
the people's review. For more information on your rights under the Sunshine Ordinance or to report a violation of the 
ordinance, contact Administrator, by mail to Sunshine Ordinance Task Force, 1 Dr. Carlton B. Goodlett Place, Room 244, 
San Francisco, CA 94102.4689; by phone at 554.7724; by fax at 554.7854; or by email at sotf@sfgov.org. Copies of the 
Sunshine Ordinance can be obtained from the Clerk of the Sunshine Task Force, the San Francisco Public Library and on 
the City’s website at http://www.sfgov.org. : 





311 Free Lanquage Assistance: #718 = #48) / Ayuda gratuita con el idioma / BecnaTrHad NOMOUb MepeBosyHKos / 
Tro gitip Thong dich Mién phi / Assistance linguistique gratuite / #££}0 Sas te / PE 104 / AF! / ao“uad aaa 
w'va"s “lan tat’ a’ aarteaa ra / Libreng tulong para sa wikang Tagalog suuaa 





Lobbyist Registration and Reporting Requirements: Individuals and entities that influence or attempt to influence local 
legislative or administrative action may be required by the San Francisco Lobbyist Ordinance [SF Campaign & Governmental 
Conduct Code §2.100] to register and report lobbying activity. For more information about the Lobbyist Ordinance, please 
contact the San Francisco Ethics Commission at 25 Van Ness Avenue, Suite 220, San Francisco, CA 94102; telephone (415) 
252-3100; fax (415) 252-3112; web site at www.sfgov.org/ethics. 





CEQA Appeal Rights under Chapter 31 of the San Francisco Administrative Code: If the Commission’s action on a 
project constitutes the Approval Action for that project (as defined in S.F. Administrative Code Chapter 31, as amended, Board 
of Supervisors Ordinance Number 161-13), then the CEQA determination prepared in support of that Approval Action is 
thereafter subject to appeal within the time frame specified in S.F. Administrative Code Section 31.16. Typically, an appeal 
must be filed within 30 calendar days of the Approval Action for a project that has received an exemption or negative 
declaration pursuant to CEQA. For information on filing an appeal under Chapter 31, contact the Clerk of the Board of 
Supervisors at City Hall, 1 Dr. Carlton B. Goodlett Place, Room 244, San Francisco, CA 94102, or call (415) 554-5184. Ifthe 
Planning Department's Environmental Review Officer has deemed a project to be exempt from further environmental review, 
an exemption determination has been prepared and can be obtained on-line at http://www.sf- 
planning.org/index.aspx?paqge=3447.Under CEQA, in a later court challenge, a litigant may be limited to raising only those 
issues previously raised at a hearing on the project or in written correspondence delivered to the Board of Supervisors, 
Planning Commission, Planning Department or San Francisco Public Utilities Commission at, or prior to, such hearing, or as 
part of the appeal hearing process on the CEQA decision. 





ORDER OF BUSINESS 

1. Call to Order 

2. Roll Call 

3. Approval of the Minutes of July 28, 2020 


4. General Public Comment 
Members of the public may address the Commission on matters that are within the 
Commission’s jurisdiction and are not on today’s agenda 


5. Communications (discussion only) 
a) Contract Advertisement Report 
) Correspondence Log 
) Quarterly Audit and Performance Review Report 
) Sewer Inspection and Replacement Program Update 
) Water Pipeline Assessment 
f) Water System Improvement Program Status of Construction Change Orders 
g) Water Supply Conditions Update 


6. Report of the General Manager (discussion only) 
a) Update on SFPUC Operations During COVID-19 Emergency 
b) Quarterly Budget Status Report 
c) Hetch Hetchy Capital Improvement Program Quarterly Reports 
i. Third Quarter 
li. Fourth Quarter 
d) Water System Improvement Program Quarterly Reports 
|. Local Reports (Third Quarter and Fourth Quarter) 
li. Regional Reports (Third Quarter and Fourth Quarter) 
e) Bay Delta Voluntary Agreement Update 
f) SFPUC Regional Water System Water Budget Worksheet 
g) Power Enterprise Operations During Extreme Heat Event 
h) Report on Recent San Francisco Public Utilities Commission Activities, Events and 
Announcements 


7. Commissioner Bond Disclosure Responsibility Training: Presentation advising the 
Commission on its responsibilities under federal securities laws with respect to the San 
Francisco Public Utilities Commission issuance of public debt, including discussion of 
Preliminary and Official Statements and related topics. (discussion only) (Blake) 


8. New Commission Business (discussion only) 
CONSENT CALENDAR 
9. All matters listed hereunder constitute a Consent Calendar, are considered to be routine 


by the San Francisco Public Utilities Commission and will be acted upon by a single 
vote of the Commission. There will be no separate discussion of these items unless a 


member of the Commission or the public so requests, in which event the matter will be 
removed from the Calendar and considered as a separate item. 


a) 


290169 


Approve the terms and conditions of, and authorize the General Manager to 
execute, an eight-year license between Joaquin Bear, LLC, as licensor, and the 
City and County of San Francisco, through the SFPUC, as licensee, to use 
approximately eight square feet of space within an existing equipment building and 
certain space on the existing Cedar Ridge communications tower located at 16601 
White Fang Drive in Sonora, California for the installation, operation, maintenance, 
repair, and replacement of radio equipment for the Water Enterprise Radio 
Replacement Project, at an initial monthly rent in the amount of $2,432.83 ($29,182 
per year), with three-percent annual increases. (Carlin) 


Approve an increase in the amount of $377,000 to the existing contract cost 
contingency, and an increase of 60 consecutive calendar days (two months) to the 
existing contract duration contingency for Contract No. HH-1001, Moccasin 
Reservoir Perimeter Security Fence, and authorize the General Manager to 
approve future modifications to the contract, for a total contract amount of up to 
$1,877,719 and a total contract duration of up to 338 consecutive calendar days 
(approximately 11 months). (How) 


Accept work performed by Sierra Mountain Construction, Inc. for Contract No. HH- 


-998E, Emergency Repairs to Hetch Hetchy Water and Power Facilities Following 


the March 2018 Storm Event — Phase 2, for a total contract amount of $10,453,868, 
and a total contract duration of 607 consecutive calendar days (approximately one 
year and eight months); and authorize final payment to the contractor. (How) 


Approve the selection of Westland Management Solutions, Inc. (WMS); award 
Agreement No. PRO.0144, Capital Project Control Systems Integration and 
Support Services, to provide San Francisco Public Utilities Commission with 
specialized support services utilizing Primavera based Program Control system 
administration and integration tools for both SFPUC’s capital improvement 
programs and projects; and authorize the General Manager to negotiate and 
execute a professional services agreement with WMS, for an amount not-to-exceed 
$4,750,000, and with a duration of five years. (How) 


Approve the selection of Langan Engineering and Environmental Services, Inc. 
(Langan); award Agreement No. PRO.0170, SFPUC Stormwater Charge Billing 
Project, to design, code, implement, and manage a new Stormwater Data 
Management System, modify the Customer Care and Billing system, and provide 
integration services to implement the Stormwater charge; and authorize the 
General Manager to negotiate and execute a professional services agreement with 
Langan for an amount not-to-exceed $5,000,000, and with a duration of seven 
years, with an option to extend the agreement duration three years. (Sandler) 


Accept work performed by P&J Utility Co. for Contract No. WD-2742, 16-Inch 
Ductile Iron Water Main Replacement on 7th Street from Townsend to 16th Street; 
approve Final Modification No. 5, increasing the contract amount by $20,395, fora 
total contract amount of $2,201,676, and increasing the contract duration by 29 


200175 


consecutive calendar days, for a total contract duration of 451 consecutive calendar 
days (approximately one year and three months); and authorize final payment to 
the contractor. (How) 


Approve the plans and specifications, and award Contract No. WD-2842, 8-Inch 
Ductile Iron Water Main Replacement on Casitas Avenue from Lansdale Avenue to 
Yerba Buena Avenue and on Dalewood Way from Lansdale to Sherwood Court, in 
the amount of $3,891,709, and with a duration of 436 consecutive calendar days 
(approximately one year and two months), to the responsible bidder submitting the 
lowest responsive bid, Cratus, Inc., to replace and install approximately 7,400 feet 
of ductile iron water conveyance pipe and ancillary water service pipe, restore 
pavement, construct curb ramps, and install drainage improvements to ensure 
reliable water delivery and replacement of aging infrastructure within San 
Francisco. This action constitutes the Approval Action for the project for the 
purposes of CEQA, pursuant to Section 31.04(h) of the San Francisco 
Administrative Code. (How) 


Accept work performed by D’Arcy and Harty Construction, Inc. for Contract No. 
WW-624, Casitas Avenue Easement Sewer Main Rehabilitation; approve Final 
Modification No. 1, decreasing the contract amount by $1,504, for a total contract 
amount of $555,836, with no change to the agreement duration; and authorize final 
payment to the contractor. (How) 


Approve an increase of 180 consecutive calendar days (six months) to the contract 
duration contingency for Contract No. WW-651, Griffith Pump Station 
Improvements, with Western Water Contractors, Inc.; and authorize the General 
Manager to approve future modifications to the contract for a total contract duration 
up to 1,200 consecutive calendar days (approximately three years and four 
months), with no change to the contract amount. (How) 


Ratify correction to Resolution No. 20-0160 approved on the July 28, 2020 to 
increase the duration contingency for Wastewater Enterprise, Renewal and 
Replacement Program-funded Contract No. WW-655, As-Needed Main Sewer 
Replacement No. 7 (and not approve a Notice to Proceed for Contract No. WW- 
697) for a total contract duration contingency of 580, with no change to contract 
amount. (How) 


Approve the plans and specifications, and award Contract No. WW-697, As- 
Needed Main Sewer Replacement No. 8, in the amount of $7,373,000, and with a 
duration of 400 consecutive calendar days (approximately one year and one 
month), to the responsible bidder submitting the lowest responsive bid, JDB & Sons 
Construction, Inc. to perform as-needed manhole-to-manhole segment main sewer 
replacements on short notice in locations to be determined throughout San 
Francisco. (How) 


Approve the specifications, and award Contract No. WW-700, As-Needed Sewer 
Cleaning and Inspection (FY21), in the amount of $1,849,059, and with a duration 
of 570 consecutive calendar days (approximately one year and six months), to the 
responsible bidder submitting the lowest responsive bid, Pipe and Plant Solutions, 


£0018) 


Inc., to clean and inspect existing sewers, on an as-needed basis, at locations to be 
determined throughout San Francisco. (How) 


m) Approve the plans and specifications, and award Contract No. WW-703, Mission 


Street, 16'" to Cesar Chavez, Brick Sewer Rehabilitation, in the amount of 
$6,337,350, with a duration of 360 consecutive calendar days (approximately one 
year), to the responsible bidder submitting the lowest responsive bid, Cratus, Inc., 
to rehabilitate existing sewers, relocate auxiliary water supply lines, and construct 
transit improvements on Mission Street, between 16" and Cesar Chavez Streets. 
This action constitutes the Approval Action for the project for the purposes of 
CEQA, pursuant to Section 31.04(h) of the San Francisco Administrative Code. 
(How) 


REGULAR CALENDAR 


10. 
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12: 
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13: 


ike): 
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Approve CleanPowerSF’s Integrated Resource Plan (IRP) Compliance Filing and 
authorize the General Manager to submit the IRP Compliance Filing to the California 
Public Utilities Commission. (Hale) 


Discussion and possible action to authorize the issuance of up to $600 million of the 
2020 Series ABCD Water Revenue Bonds. (Sandler) 


Discussion and possible action to authorize the issuance of up to $850 million of the 
2020 Series EFGH Taxable Water Revenue Bonds to advance refund all or a 
portion of the outstanding Series 2011D, 2012A, 2012B, 2012C, 2015A, 2017A, 
2017B and 2017C Water Revenue Bonds to achieve debt service savings. (Sandler) 


Approve the extension to the Temporary Emergency Customer Assistance 
Program for COVID-19 Relief (currently scheduled to end on September 4, 2020). 
The program for single-family residential customers who have been financially 
impacted by the COVID-19 pandemic currently provides eligible residential customers 
with a bill discount of 15% on water, 35% on sewer, and 30% on Hetch Hetchy Power 
bills for a period of sixth months, retroactive to March 4, 2020. An approval of this 
extension would provide current enrollees discounts through December 31, 2020. New 
enrollees beginning September 5, 2020 or later would receive discounts from the date 
they apply to December 31, 2020 but would not receive retroactive discounts. 
(Sandler) 


Adopt the 2019 San Francisco Bay Area Integrated Regional Water Management 

Plan. This action constitutes the Approval Action for the project for the purposes of 

CEQA, pursuant to Section 31.04(h) of the San Francisco Administrative Code. 
(Ritchie) 


Approve the Water Supply Assessment for the proposed Transbay Block 4 Project, 
which would develop a 1.04-acre vacant site formerly occupied by the Temporary 
Transbay Terminal with a mixed-use development including 950,731 gross square foot 
(gsf) of residential uses (683 units) and 8,225 gsf retail uses, pursuant to the State of 
California Water Code Section 10910 et seq., California Environmental Quality Act 
(CEQA) Section 21151.9, and CEQA Guidelines Section 15155. (Ritchie) 


16. 


200188 


Asi 
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18. 


ith 


Approve Amendment No. 2 to Agreement No. PRO.0101, Tunnel Engineering 
Services for the Folsom Area Stormwater Improvement Project, with McMillen Jacobs 
Associates/Stantec, Joint Venture; and authorize the General Manager to negotiate 
and execute Amendment No. 2, increasing the agreement amount by $4,000,000, 
and extending the term by one year, two months, for a total not-to-exceed agreement 
amount of $9,700,000 and a total agreement duration of three years. (How) 


Approve the terms and conditions of, and authorize the General Manager to execute, 
a Utility Agreement between the City and County of San Francisco acting by and 
through its Public Utilities Commission, and the Alameda County Transportation 
Commission, a California joint powers authority (Alameda CTC), for the purpose of 
relocating certain SFPUC water lines affected by Alameda CTC’s proposed 
improvements to the State Route 84 (“SR-84”) and Interstate 680 (“I-680”) Interchange 
in Sunol, California, at a cost to City of $1.3 million. (Carlin) 


Public comment on matters to be addressed during Closed Session 


Motion on whether to assert the attorney-client privilege regarding the matters listed 
below as Conference with Legal Counsel 


The Commission will go into Closed Session to discuss the following items: 


CLOSED SESSION 


20. 


Conference with Legal Counsel — Pursuant to California Government Code, Section 
54956.9(a), and San Francisco Administrative Code, Section 67.10(d)(1) 
(discussion only) (Mueller) 


Conferring with, or receiving advice from, the City Attorney regarding the following 
existing litigation in which the City is a petitioner and Pacific Gas & Electric Company 
is an adverse party: In re: PG&E Corporation and Pacific Gas & Electric Company, 
United States Bankruptcy Court, Northern District of California, Case No. 9-30088-DM, 
filed January 29, 2019; Federal Energy Regulatory Commission Case No. EL 19-38- 
000, filed January 28, 2019; Federal Energy Regulatory Commission Case No. ER18- 
1482-000, filed April 30, 2018; Federal Energy Regulatory Commission Case No. 
ER18-1102-000, filed March 15, 2018; Federal Energy Regulatory Commission Case 
No. ER18-790-000, filed, February 2, 2018; Federal Energy Regulatory Commission 
Case No. ER18-768-000, filed January 31, 2018; Federal Energy Regulatory 
Commission Case No. ER18-198-000, filed October 31, 2017; Federal Energy 
Regulatory Commission Case No. ER17-2406-000, filed August 31, 2017; Federal 
Energy Regulatory Commission Case No. ER17-2181-000, filed July 31, 2017; 
Federal Energy Regulatory Commission Case No. ER17-2204, filed July 31, 2017; 
Federal Energy Regulatory Commission Case No. ER17-1509-000, filed May 1, 2017; 
Federal Energy Regulatory Commission Case No. ER17-910-000, filed January 31, 
2017; Federal Energy Regulatory Commission Case No. EL 15-3-000, filed October 
10, 2014; Federal Energy Regulatory Commission Case No. ER15-702-000, filed 
December 23, 2014; Federal Energy Regulatory Commission Case No. ER15-703- 
000, filed December 23, 2014; Federal Energy Regulatory Commission Case No. 
ER15-704-000, filed December 23, 2014; Federal Energy Regulatory Commission 


Zila 
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22: 
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20: 


24. 


Pao 


Case No. ER15-705-000, filed December 23, 2014; Federal Energy Regulatory 
Commission Case No. ER15-735-000, filed December 23, 2014; California Public 
Utilities Commission Case No. 1.15-08-019, filed February 25, 2015; California Public 
Utilities Commission Case No. R.18-10-007, filed October 25, 2018; California Public 
Utilities Commission Case No. R.19-01-006, filed January 10, 2019; and California 
Public Utilities Commission Case No. R.19-09-016, filed January 10, 2019 


Conference with Legal Counsel — Pursuant to California Government Code Section 

54965.9 (d)(1) and San Francisco Administrative Code Section 67.10 (d)(1) 
(Gessner) 

Existing Litigation 

Federal Insurance Company, as subrogee of CCT Enterprises LLC v. CCSF 

San Francisco Superior Court Case No. CGC-19-579231 

Date Filed: September 12, 2019 


Conference with Legal Counsel — Pursuant to California Government Code Section 

54965.9 (d)(1) and San Francisco Administrative Code Section 67.10 (d)(1) 
(Gessner) 

Existing Litigation 

Federal Insurance Company, as subrogee of GSFC LLC, et al. v. CCSF 

San Francisco Superior Court No. CGC-19-579235 

Date Filed: September 12, 2019 


Following Closed Session, the Commission will reconvene in Open Session 
Announcement following Closed Session 


Motion regarding whether to disclose the discussions during Closed Session pursuant 
to San Francisco Administrative Code Section 67.12(a) 


Adjournment 
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. Call to Order 
President Caen called the meeting to order at 1:33 PM 


. Roll Call 
Present: Caen, Vietor, Moran, Maxwell and Paulson 


. Approval of the Minutes of July 28, 2020 
On motion to approve the Minutes of July 28, 2020 


Ayes: Caen, Vietor, Moran, Maxwell, and Paulson 
No public comment. 


. General Public Comment 

e Eric Brooks requested a hearing be called on local resilience and discussed the 
benefits of local resilience. 

e Francisco DaCosta stated there are problems with communication and that millions 
of community benefits dollars have been wasted. 

e Alita Dupree asked why only half of the Sunset Reservoir is covered with Solar and 
discussed solar placement on other city buildings. She encouraged more use of 
electricity and less fossil fuel. 


. Communications 


a) Contract Advertisement Report 

b) Correspondence Log 

c) Quarterly Audit and Performance Review Report 
Eric Sandler, Assistant General Manager (AGM) Business Services responded to a 
question from President Caen as to why audits have been postponed. 

d) Sewer Inspection and Replacement Program Update 
Greg Norby, AGM Wastewater, responded to a question from President Caen as to 
why there is a budget shortfall, clarifying that the information is incorrect and that 
there is no shortage. He responded to a question from Commissioner Moran 
regarding led testing in schools. 

e) Water Pipeline Assessment 
AGM Ritchie responded to a question from President Caen regarding the make-up 
of the “unknown service material” in pipes. 

f) Water System Improvement Program Status of Construction Change Orders 
AGM How responded to a question from President Caen regarding CUW27401 
Calaveras Dam Replacement Project. 


g) Water Supply Conditions Update 


Public Comment 

e Francisco DaCosta stated that a lead pipe assessment needs to be conducted. 
He indicated that outside water fountains should not be accessible to children as 
they have an adverse impact to children if wildlife also use the fountains to drink. 
He disused the amount of money spent on the Calaveras Dam and stated that 
the dirt removal was not properly done. 

e Dave Warner thanked President Caen for her questions to staff. 





6. Report of the General Manager (GM) 
a) Update on SFPUC Operations During COVID-19 Emergency 

GM Kelly provided an update on SFUC operations during COVID-19 emergency, 
stating there continues to be a pause on reopening. The SFPUC is following all 
guidelines and supports the City’s response efforts. He indicated the Emergency 
Operations Center is staffed Monday through Friday, with some SFPUC employees 
on long-term assignment. GM Kelly stated students have returned to school which 
presents challenges for employees and caregivers. He discussed a recent agency- 
wide meeting with employees where flexible work schedules and options were 
discussed. He stressed the importance for a health work-life balance and for 
providing options for employees to request flexile schedules. He stated at this time 
non-essential employees will continue to work remotely through at least June 2021 
and that workforce assessments for bringing employees back to work on-site will be 
conducted. However, no more than 20% of workforce should be on-site at any time. 
He updated the Commission on application requests for the COVID-19 Customer 
Assistance Programs and concluded with a discussion of the virtual tours that have 
been conducted, noting their popularity. 


Public Comment 

e Francisco DaCosta said there is a piping defect in the Southeast sector that 
allows raw sewage to accumulate and that the stench that can be smelled for two 
miles. He indicated he has emailed key people asking the situation be 
addressed. He said the Alice Griffith housing complex does not have proper 
ventilation and the smell comes into the building. 

e Alita Dupree expressed appreciation for keeping staff safe. She suggested that 
methods be developed so customers can make payments where physical 
transfer of cash is not required. 


At the request of President Caen, AGM Norby addressed Mr. DaCosta’s remarks 
regarding the odor. He indicated he has received communication from the 
Regional Water Quality Control Board regarding a complaint made by a non- 
profit. He indicated field investigations and water quality tests have taken place 
and there is no indication of a sewage spill in the area. 


b) Quarterly Budget Status Report 
Laura Bush stating that there were positive net results projected for all enterprises; 
lower retail revenues for Water, Wastewater, and Power; and that CleanPowerSF 
revenues were up. She noted mid-year rebalancing cuts of $40M to offset COVID-19 
related revenue losses, and that financial results projected to exceed or meet policy 
targets for coverage and reserves. Ms. Bush discussed FY2019-20 mid-year cuts, 
indicating each enterprise provided cuts to offset COVID-19 revenue impacts, with 
the $40M in cuts from 50% revenue-funded capital and 50% from operating 
expenditures. She stated there would be not service impacts. 


Ms. Bush discussed budget variances for (1) Water net operating result +$36.9M; (2) 
Wastewater net operating result +$15M; (3) Power net operating result +$19M; and 





(4) CleanPowerSF net operating result +$36.1M. She concluded with a review of key 
financial ratios. 


No public comment. 


c) Hetch Hetchy Capital Improvement Program (HCIP) Quarterly Reports 


i. Third Quarter 

ii. Fourth Quarter 
Katie Miller, Acting Director Water Capital Programs, provided the third and fourth 
quarter HCIP Quarterly Reports. She indicated that for the third quarter HCIP had 
expended $164M and was 26% complete, and for the fourth quarter HCIP had 
expended $171M and was 28% complete. 


She reviewed progress on the Mountain Tunnel Improvements, Moccasin Reservoir 
Perimeter Security Fence Project, Warnerville Substation Rehabilitation, Holm and 
other Powerhouse Projects, and 2018 March Storm Event Emergency Repairs and 
Interim Improvements. 


Acting Director Miller responded to a question from President Caen regarding the 
Moccasin fencing materials and placement. 


No public comment. 


Water System Improvement Program (WSIP) Quarterly Reports 
i. Local Reports (Third Quarter and Fourth Quarter) 


ll. Regional Reports (Third Quarter and Fourth Quarter) 
Acting Director Miller provided the third and fourth quarter WSIP Quarterly Reports. 


She indicated that for the third quarter WSIP had expended $4,535M and was 99% 
complete, and for the fourth quarter WSIP had expended $4,550M and was 99% 
complete. 


She reviewed progress on the Alameda Creek Recapture Project, Regional 
Groundwater Storage and Recovery, Fish Passage at Alameda Creek Diversion 
Dam, San Joaquin Regional Closeout Project, Sunol Valley Reginal Closeout 
Project, Bay Division Regional Closeout Project, Peninsula Regional Closeout 
Project, and Calaveras Dam Replacement Project. 


No public comment. 


Bay Delta Voluntary Agreement (VA) Update 
Michael Carlin, Deputy General Manager (DGM), stated that the SFPUC has been in 


contact with state and are engaged in conversations regarding the VA to see if there 
can be agreement regarding milestones to submit to State Board for consideration. 
He stated discussion are making progress but there are issues as to how much flow 
is required by the state. 









DGM Carlin responded to a question from VP Vietor regarding unimpaired flow 
requirements and the proposed flow. Brief discussion ensued. 


Public Comment 

e Francisco DaCosta state indigenous people need to be brought into the 
conversation for their opinion. 

e Dave Warner thanked DGM Carlin for the presentation and VP Vietor for their 
comments. 


VP Vietor departed the meeting at 3:00 PM. 


SFPUC Regional Water System Water Budget Worksheet 
AGM Ritchie began with a review of the Water System Improvement Program 


(WSIP) 2008 Level-of-Service and of water supply planning (challenges and 
process). He discussed the purpose of the worksheet, which is to be an interactive 
tool that communicates information and provides dialogue about Regional Water 
System demand projections, Regional Water System Yield related to Design 
Drought, various Alternative Water Supply options, different contributions to 
Tuolumne River Instream Flows, and different policy options and their impacts. He 
stated the Regional Water System Yield is described in three parts (1) firm yield, (2) 
rationing policy, and (3) total system yield. He reviewed worksheet mechanics and 
concluded with next steps. 


At the request of Commissioner Paulson, AGM Ritchie provided examples of 
“increase water supply’. 


Commissioner Moran disused the worksheet and the need for distinction between 
firm yield and total system yield. He noted the policy choices and emphasized the 
need for caution. Brief discussion ensued. 


Public Comment 

e Jom Francis, BAWSCA, read a statement regarding the SFPUC’s draft water 
system yield worksheet. The full statement was submitted for the record. 

@ Dave Warner thanked staff for the presentation and for the worksheet which 
helps to understand scenarios and cost-benefit analysis. He asked that the 
worksheet be to expand to include design drought scenarios. 


Power Enterprise Operations During Extreme Heat Event 
Barbara Hale, AGM Power discussed the current heatwave and stated that on 


August 14 and 15" the California Independent System Operation declared a stage 
three electrical emergency followed by a state of emergency proclamation by the 
Governor. She discussed what a stage three emergency means, how it works, and 
the operational response made by the Power Enterprise to assist. AGM Hale 
thanked the Power team for their work. 


AGM Hale responded to a question from President Caen regarding the evacuation of 
Moccasin and if there were problems with generation during that time. 
i —. 





Public Comment 

e Alita Dupree stated she is running a swamp cooler to remain cool and to 
conserve. She noted the importance of region-wide communication. She asked 
that work continue on storage and resiliency and stressed the need to 
communicate with those without personal devices. 


h) Report on Recent San Francisco Public Utilities Commission Activities, Events and 
Announcements 
AGM Ritchie updated the Commission regarding the condition of (1) fires near Sunol 
Valley Water Treatment Plant, (2) Moc (Moccasin) Fire, (3) SCU Complex Fires 
(Alameda, San Joaquin and Alameda Counties), and (3) CZU Complex Fires 
(Southern San Mateo and Santa Cruz area). 


No public comment. 


. Commissioner Bond Disclosure Responsibility Training: Presentation advising the 
Commission on its responsibilities under federal securities laws with respect to the San 
Francisco Public Utilities Commission issuance of public debt, including discussion of 
Preliminary and Official Statements and related topics. 

Mark Blake, Deputy City Attorney, stated that the SFPUC Debt Policy requires periodic 
training for Commissioners regarding obligations under the Federal Securities Laws 
when voting to authorize the issuance of bonds, and that guidance must be provided on 
the discharge of those obligations. He indicated a detailed memo and slide presentation 
was provided to the Commission for their reference. Mr. Blake introduced Steve Spitz, 
Disclosure Counsel from Orrick Herrington & Sutcliffe. 


Mr. Spitz began with a discussion as to the purpose of disclosure. He noted the SFPUC 
is not required to be registered with the Secunties and Exchange Commission, but 
antifraud provisions of the securities law apply. He indicated disclosures are made when 
bonds are issued and as part of the bond approval process Commissioners are given a 
Form of Preliminary Official Statement, which is used for offering the bonds. He 
discussed the Commission’s discharge of duties and obligations and referenced the 
SFPUC Debt Policy and disclosure process and practices. He stated it is important that 
individual Commissioners focus on disclosure items under which they have personal 
knowledge and perspective and that concerns should be brought to staff. 


AGM Sandler responded to a question from Commissioner Maxwell regarding what 
prompted the presentation. 


No public comment. 


. New Commission Business 
None. 


The Commission recessed at 4:00 PM and was called back to order at 4:16 PM. 





9. Consent Calendar 


a) 


d) 


Approve the terms and conditions of, and authorize the General Manager to 
execute, an eight-year license between Joaquin Bear, LLC, as licensor, and the 
City and County of San Francisco, through the SFPUC, as licensee, to use 
approximately eight square feet of space within an existing equipment building and 
certain space on the existing Cedar Ridge communications tower located at 16601 
White Fang Drive in Sonora, California for the installation, operation, maintenance, 
repair, and replacement of radio equipment for the Water Enterprise Radio 
Replacement Project, at an initial monthly rent in the amount of $2,432.83 ($29,182 


per year), with three-percent annual increases. (Resolution 20-0169) 


Approve an increase in the amount of $377,000 to the existing contract cost 
contingency, and an increase of 60 consecutive calendar days to the existing 
contract duration contingency for Contract No. HH-1001, Moccasin Reservoir 
Perimeter Security Fence, and authorize the General Manager to approve future 
modifications to the contract, for a total contract amount cf up to $1,877,719 anda 


total contract duration of up to 338 consecutive calendar days. (Resolution 20- 
0170) 


Accept work performed by Sierra Mountain Construction, Inc. for Contract No. HH- 
998E, Emergency Repairs to Hetch Hetchy Water and Power Facilities Following 
the March 2018 Storm Event — Phase 2, for a total contract amount of $10,453,868, 
and _a total contract duration of 607 consecutive calendar days; and authorize final 
payment to the contractor. (Resolution 20-0171) 


Approve the selection of Westland Management Solutions, Inc. (WMS); award 
Agreement No. PRO.0144, Capital Project Control Systems Integration and Support 
services, to provide San Francisco Public Utilities Commission with specialized 
support services utilizing Primavera based Program Control system administration 
and integration tools for both SFPUC’s capital improvement programs and projects: 
and authorize the General Manager to negotiate and execute a professional 
services agreement with WMS, for an amount not-to-exceed $4,750,000, and witha 
duration of five years. (Resolution 20-0172) 


Approve the selection of Langan Engineering and Environmental Services, Inc. 
(Langan); award Agreement No. PRO.0170, SFPUC Stormwater Charge Billing 
Project, to design, code, implement, and manage a new Stormwater Data 
Management System, modify the Customer Care and Billing system, and provide 
integration services to implement the Stormwater charge; and authorize the 
General Manager to negotiate and execute a professional services agreement with 
Langan for an amount not-to-exceed $5,000,000, and with a duration of seven 


years, with an option to extend the agreement duration three years. (Resolution 20- 
04173) 


Accept work performed by P&J Utility Co. for Contract No. WD-2742, 16-Inch 
Ductile lron Water Main Replacement on 7th Street from Townsend to 16th Street: 
approve Final Modification No. 5, increasing the contract amount by $20,395, fora 
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total contract amount of $2,201,676, and increasing the contract duration by 29 
consecutive calendar days, for a total contract duration of 451 consecutive calendar 
days; and authorize final payment to the contractor. (Resolution 20-0174) 


g) Approve the plans and specifications, and award Contract No. WD-2842, 8-Inch 
Ductile Iron Water Main Replacement on Casitas Avenue from Lansdale Avenue to 
Yerba Buena Avenue and on Dalewood Way from Lansdale to Sherwood Court, in 
the amount of $3,891,709, and with a duration of 436 consecutive calendar days, to 
the responsible bidder submitting the lowest responsive bid, Cratus, Inc., to replace 
and install approximately 7,400 feet of ductile iron water conveyance pipe and 
ancillary water service pipe, restore pavement, construct curb ramps, and install 
drainage improvements to ensure reliable water delivery and replacement of aging 
infrastructure within San Francisco. This action constitutes the Approval Action for 
the project for the purposes of CEQA, pursuant to Section 31.04(h) of the San 


Francisco Administrative Code. (Resolution 20-0175) 


h) Accept work performed by D’Arcy and Harty Construction, Inc. for Contract No. 


WW-624, Casitas Avenue Easement Sewer Main Rehabilitation; approve Final 
Modification No. 1, decreasing the contract amount by $1,504, for a total contract 


amount of $555,836, with no change to the agreement duration: and authorize final 
payment to the contractor. (Resolution 20-0176) 


i) Approve an increase of 180 consecutive calendar days to the contract duration 
contingency for Contract No. WW-651, Griffith Pump Station Improvements, with 
Western Water Contractors, Inc.; and authorize the General Manager to approve 
future modifications to the contract for a total contract duration up to 1,200 


consecutive calendar days, with no change to the contract amount. (Resolution 20- 
0177) 


j) Ratify correction to Resolution No. 20-0160 approved on the July 28, 2020 to 


increase the duration contingency for Wastewater Enterprise, Renewal and 


Replacement Program-funded Contract No. WW-655, As-Needed Main Sewer 
Replacement No. 7 (and not approve a Notice to Proceed for Contract No. WW- 


697) for a total contract duration contingency of 580, with no change to contract 
amount. (Resolution 20-0178) 


k) Approve the plans and specifications, and award Contract No. WW-697, As- 
Needed Main Sewer Replacement No. 8, in the amount of $7,373,000, and with a 
duration of 400 consecutive calendar days, to the responsible bidder submitting the 
lowest responsive bid, JDB & Sons Construction, Inc. to perform as-needed 
manhole-to-manhole segment main sewer replacements on short notice in locations 
to be determined throughout San Francisco. (Resolution 20-0179) 


|!) Approve the specifications, and award Contract No. WW-700, As-Needed Sewer 
Cleaning and Inspection (FY21), in the amount of $1,849,059, and with a duration 
of 570 consecutive calendar days, to the responsible bidder submitting the lowest 
responsive bid, Pipe and Plant Solutions, Inc., to clean and inspect existing sewers, 





on an as-needed basis, at locations to be determined throughout San Francisco. 
(Resolution 20-0180) 


m) Approve the plans and specifications, and award Contract No. WW/-703, Mission 
Street, 16" to Cesar Chavez, Brick Sewer Rehabilitation, in the amount of 
$6,337,350, with a duration of 360 consecutive calendar days, to the responsible 
bidder submitting the lowest responsive bid, Cratus, Inc., to rehabilitate existing 
sewers, relocate auxiliary water supply lines, and construct transit improvements on 
Mission Street, between 16" and Cesar Chavez Streets. This action constitutes the 
Approval Action for the project for the purposes of CEQA, pursuant to Section 
31.04(h) of the San Francisco Administrative Code. (Resolution 20-0181) 








Kathy How, AGM Infrastructure, requested pull item 9h for further discussion. 


No public comment. 


On motion to approve Consent Calendar items 9a through 9g, and 9i through 9m: 
Ayes: Caen, Moran, Maxwell, and Paulson 


AGM How stated that the number of contract days referenced in the third Whereas 
Clause for item 9h should be corrected to read “92” rather than “102” days. 


On motion to approve Consent Calendar item 9h as amended: 
Ayes: Caen, Moran, Maxwell, and Paulson 


10. Approve CleanPowerSF’s (CPSF) Integrated Resource Plan (IRP) Compliance Filing 
and authorize the General Manager to submit the IRP Compliance Filing to the 
California Public Utilities Commission. (Resolution 20-0182) 

Mike Hyams began with a review of key terms included in the CPSF’s IRP (portfolio, 
preferred portfolio, scenario and sensitivity analysis). He indicated that staff 
recommends that the SFUC adopt the proposed Accelerated Case Portfolio as 
CPSF’s preferred portfolio in the 2020 IRP. 


He continue with a discussion of (1) what is an IRP, (2) CPSF IRP Modeling: four 
portfolios, (3) CPSF Modeling: sensitivity analysis, (4) CPSF portfolio evaluation, (5) 
Results: comparison of total portfolio energy supply by resource type (Base Case 
2030, Accelerated Case 2030, and Time Coincident Case 2030, (6) Results: 
comparison of New Resource Capacity Build (MW), (7) Results: local investment (all 
portfolios feature 81MW of local solar and 27 MW of local battery storage), (8) 
Results: job-year estimates under each portfolio; (9) Results: portfolio costs 2021- 
2038; (10) Results: average portfolio costs; and (11) Recommendations: staff 
recommended the Commission adopt the Accelerated Case Portfolio because it best 
balances CPSF program goals (affordable, reliable, cleaner, supports local 
investment, and supports rate and financial stability). 





Mr. Hyams responded to a question from Commissioner Maxwell regarding the Time 
Coincident Case. Commissioner Moran asked that Mr. Hyams describe the physical 
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differences between the cases, and what are microgrids and what is good and bad 
about them. Discussion ensued. 


Mr. Hyams responded to a question from Commissioner Maxwell as to how San 
Francisco Is different from Sydney. 


Public Comment 

e Alita Dupree advocated for the Accelerated Case and stated that once 100% is 
achieved it can be refined along the way. 

e Eric Brooks, Californians for Energy Choice, and Our City San Francisco, stated he 
submitted written comments to the Commission. He indicated the California Public 
Utilities Commission’s delay resulted in only one week to provide responses. He 
indicated there are advocates that don’t support the staff recommendation but 
support the Time Coincident Case for resiliency and jobs. 

e Jenny (inaudible), Banner, expressed support for the Accelerated Case. She noted 
some sections of the plan could be strengthened with additional details, including 
the timeline for rollout of programs. She asked that and addendum be considered 
to allow for conservation of all comments submitted. 


Mr. Hyams responded to a question from Commissioner Maxwell regarding the 
opportunity for an addendum or other options which may be available. 


Mr. Hyams responded to a question from Commissioner Paulson regarding jobs. 


Commissioner Moran noted the next report is due in two years and that the current 
report reflects a “point-in-time”. Mr. Hyams provided response. Brief discussion 
ensued. 


On motion to approve item 10: 
Ayes: Caen, Moran, Maxwell, and Paulson 


The Commission Secretary called items 11 and 12 together. 


Discussion and possible action to authorize the issuance of up to $600 million of the 
2020 Series ABCD Water Revenue Bonds. (Resolution 20-0183) 


Discussion and possible action to authorize the issuance of up to $850 million of the 
2020 Series EFGH Taxable Water Revenue Bonds to advance refund all or a portion 
of the outstanding Series 2011D, 2012A, 2012B, 2012C, 2015A, 2017A, 2017B and 


2017C Water Revenue Bonds to achieve debt service savings. (Resolution 20-0184) 
Rich Morales, Debt Manager, indicated the 2020 Series ABCD Water Revenue Bonds 


provide up to $600M of new money, tax exempt bonds with approximately $229M of 
proceeds to pay off Commercial Paper. The 2020 Series EFGH Water Revenue 
Bonds provide up to $850M taxable advance refunding, which can only be done on a 
taxable basis. The taxable interest rates are low resulting in approximately $105M of 
ratepayer savings. He stated the expected date of sale for the 2020 Series ABCD is 
e 





indicated they will be sold on a negotiated basis. He reviewed the Disclosure Q&As, 
noting they are included in with the staff report. 


No public comment. 


On motion to approve item 11 
Ayes: Caen, Moran, Maxwell, and Paulson 


On motion to approve item 12 
Ayes: Caen, Moran, Maxwell, and Paulson 


13. Approve the extension to the Temporary Emergency Customer Assistance Program 
for COVID-19 Relief (currently scheduled to end on September 4, 2020). The program 
for single-family residential customers who have been financially impacted by the 
COVID-19 pandemic currently provides eligible residential customers with a bill 
discount of 15% on water, 35% on sewer, and 30% on Hetch Hetchy Power bills fora 
period of sixth months, retroactive to March 4, 2020. An approval of this extension 
would provide current enrollees discounts through December 31, 2020. New enrollees 
beginning September 5, 2020 or later would receive discounts from the date they 
apply to December 31, 2020 but would not receive retroactive discounts. (Resolution 
20-0185) 

Erin Franks introduced the item and requested approval. 


No public comment. 


On motion to approve item 13 
Ayes: Caen, Moran, Maxwell, and Paulson 


14. Adopt the 2019 San Francisco Bay Area Integrated Regional Water Management Plan 
(IRWMP). This action constitutes the Approval Action for the project for the purposes 


of CEQA, pursuant to Section 31.04(h) of the San Francisco Administrative Code. 
(Resolution 20-0186) 


AGM Ritchie stated the IRWMP includes an amendment to the plan which was first 
approved in 2006 and modified in 2013. 


No public comment. 


On motion to approve item 14 
Ayes: Caen, Moran, Maxwell, and Paulson 


15. Approve the Water Supply Assessment for the proposed Transbay Block 4 Project, 
which would develop a 1.04-acre vacant site formerly occupied by the Temporary 
Transbay Terminal with a mixed-use development including 950,731 gross square foot 
(gsf) of residential uses (683 units) and 8,225 qsf retail uses, pursuant to the State of 
California Water Code Section 10910 et seg., California Environmental Quality Act 
(CEQA) Section 21151.9, and CEQA Guidelines Section 15155. (Resolution 20-0187) 


AGM Ritchie introduced the item and requested approval. 
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No public comment. 


On motion to approve item 15 
Ayes: Caen, Moran, Maxwell, and Paulson 


16. Approve Amendment No. 2 to Agreement No. PRO.0101, Tunnel Engineering 
Services for the Folsom Area Stormwater Improvement Project, with McMillen Jacobs 
Associates/Stantec, Joint Venture; and authorize the General Manager to negotiate 
and_ execute Amendment No. 2, increasing the agreement amount by $4,000,000, 
and extending the term by one year, two months, for a total not-to-exceed agreement 


amount of $9,700,000 and a total agreement duration of three years. (Resolution 20- 
0188) 


AGM How introduced the item and requested approval. 
No public comment. 


On motion to approve item 16 
Ayes: Caen, Moran, Maxwell, and Paulson 


17. Approve the terms and conditions of, and authorize the General Manager to execute, 
a Utility Agreement between the City and County of San Francisco acting by and 
through its Public Utilities Commission, and the Alameda County Transportation 
Commission, a California joint powers authority (Alameda CTC), for the purpose of 
relocating certain SFPUC water lines affected by Alameda CTC’s proposed 
improvements to the State Route 84 (“SR-84") and Interstate 680 (“I-680”) Interchange 
in Sunol, California, ata cost to City of $1.3 million. (Resolution 20-0189) 


AGM How introduced the item and requested approval. 
No public comment. 


On motion to approve item 17 
Ayes: Caen, Moran, Maxwell, and Paulson 


18. Public comment on matters to be addressed during Closed Session 
None. 


19. Motion on whether to assert the attorney-client privilege regarding the matters listed 


below as Conference with Legal Counsel 
On motion to assert the attorney-client privilege 


Ayes: Caen, Moran, Maxwell, and Paulson 


The Commission entered Closed Session at 5:33 PM. 


20. Conference with Legal Counsel — Pursuant to California Government Code, Section 
54956.9(a), and San Francisco Administrative Code, Section 67.10(d)(1) 
Conferring with, or receiving advice from, the City Attorney regarding the following 
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is an adverse party: In re: PG&E Corporation and Pacific Gas & Electric Company, 
United States Bankruptcy Court, Northern District of California, Case No. 9-30088-DM, 
filed January 29, 2019; Federal Energy Regulatory Commission Case No. EL 19-38- 
000, filed January 28, 2019; Federal Energy Regulatory Commission Case No. ER18- 
1482-000, filed April 30, 2018; Federal Energy Regulatory Commission Case No. 
ER18-1102-000, filed March 15, 2018; Federal Energy Regulatory Commission Case 
No. ER18-790-000, filed, February 2, 2018; Federal Energy Regulatory Commission 
Case No. ER18-768-000, filed January 31, 2018; Federal Energy Regulatory 
Commission Case No. ER18-198-000, filed October 31, 2017; Federal Energy 
Regulatory Commission Case No. ER17-2406-000, filed August 31, 2017; Federal 
Energy Regulatory Commission Case No. ER17-2181-000, filed July 31, 2017; 
Federal Energy Regulatory Commission Case No. ER17-2204, filed July 31, 2017; 
Federal Energy Regulatory Commission Case No. ER17-1509-000, filed May 1, 2017; 
Federal Energy Regulatory Commission Case No. ER17-910-000, filed January 31, 
2017; Federal Energy Regulatory Commission Case No. EL 15-3-000, filed October 
10, 2014; Federal Energy Regulatory Commission Case No. ER15-702-000, filed 
December 23, 2014; Federal Energy Regulatory Commission Case No. ER15-703- 
000, filed December 23, 2014; Federal Energy Regulatory Commission Case No. 
ER15-704-000, filed December 23, 2014; Federal Energy Regulatory Commission 
Case No. ER15-705-000, filed December 23, 2014; Federal Energy Regulatory 
Commission Case No. ER15-735-000, filed December 23, 2014; California Public 
Utilities Commission Case No. 1.15-08-019, filed February 25, 2015; California Public 
Utilities Commission Case No. R.18-10-007, filed October 25, 2018; California Public 
Utilities Commission Case No. R.19-01-006, filed January 10, 2019; and California 
Public Utilities Commission Case No. R.19-09-016, filed January 10, 2019 


Conference with Legal Counsel — Pursuant to California Government Code Section 
54965.9 (d)(1) and San Francisco Administrative Code Section 67.10 (d)(1) 
Existing Litigation 

Federal Insurance Company, as subrogee of CCT Enterprises LLC v. CCSF 

San Francisco Superior Court Case No. CGC-19-579231 

Date Filed: September 12, 2019 

(Resolution 20-0190) 


Conference with Legal Counsel — Pursuant to California Government Code Section 
54965.9 (d)(1) and San Francisco Administrative Code Section 67.10 (d)(1) 
Existing Litigation 

Federal Insurance Company, as subrogee of GSFC LLC, et al. v. CCSF 

San Francisco Superior Court No. CGC-19-579235 

Date Filed: September 12, 2019 

(Resolution 20-0191) 


The Commission exited Closed Session at 6:53 PM. 


Announcement following Closed Session 
President Caen announced that the Commission recommends item 21 and 22 for 





24. Motion regarding whether to disclose the discussions during Closed Session pursuant 
to San Francisco Administrative Code Section 67.12(a) 
On motion to assert the attorney-client privilege 


Ayes: Caen, Vietor, Moran, Maxwell, and Paulson 


25. Adjournment 
President Caen adjourned the meeting at 6:54 PM. 





PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0169 


WHEREAS, The San Francisco Public Utilities Commission (SFPUC) Water Enterprise 
currently operates a low-band voice radio system for communications across its seven-county, 
2,400-square mile coverage area; and 


WHEREAS, The SFPUC Commission on September 12, 2017 pursuant to SFPUC 
Resolution No. 17-0195 approved the SFPUC Water Enterprise - Water Radio Replacement 
Project (Project); and 


WHEREAS, The Project seeks to replace the outdated and insufficient low-band Water 
Enterprise voice radio system with a modern, digital communications system that is portable, 
easy to use, improves coverage, enhances safety, and provides wider coverage for business and 
disaster communications; and» 


WHEREAS, The SFPUC seeks radio site locations to install radio communications 
equipment to meet coverage requirements and provide sufficient communications coverage 
throughout the Water Enterprise communications coverage area; and 


WHEREAS, The SFPUC selected the Cedar Ridge radio communications site to install 
radio communications equipment that will provide key radio coverage for Water Enterprise’s 
maintenance and service crews for Tuolumne and San Joaquin Counties and, more specifically, 
from Sonora to Tracy; and 


WHEREAS, The City and County of San Francisco (City), through the SFPUC, as 
licensee, desires to enter into an eight-year license (License) with Joaquin Bear, LLC, a 
California limited liability company (Licensor), as licensor, to use approximately eight square 
feet of space within an existing equipment building and certain space on the existing Cedar 
Ridge communications tower located a 16601 White Fang Drive in Sonora (Premises) for the 
installation, operation, maintenance, repair, and replacement of SFPUC radio equipment at an 
itial rental rate of $2,432.83 per month ($29,182 per year), with annual three-percent increases; 
and 


WHEREAS, Funding is available from the Fiscal Year 2020-21 budget from the 
WTROI01I — Water Administration, Account 53000 for Rents & Leases-Buildings & Structures 
COA: Fund/Dept/Auth/Proj/Acct (25940/232396/10000/10029994/0010); and 


WHEREAS, Issuance of this license does not constitute a project under California 
Environmental Quality Act Guidelines Section 15378 because there would be no physical change 
in the environment, now, therefore, be it 


RESOLVED, That this Commission hereby approves the terms and conditions of this 
License; and, be it 


FURTHER RESOLVED, That this Commission hereby authorizes and directs the 
SFPUC General Manager to execute the License; and, be it 


FURTHER RESOLVED, That this Commission hereby ratifies, approves and authorizes 
all actions heretofore taken by any City official in connection with this License; and, be it 


FURTHER RESOLVED, That this Commission herby authorizes the SFPUC General 
Manager to enter into any amendments or modifications to this License, including without 
limitation, the exhibits, that the General Manager determines, in consultation with the City 
Attorney, are in the best interest of the City; do not materially increase the obligations or 
liabilities of the City; are necessary or advisable to effectuate the purposes and intent of the 
License this resolution; and are in compliance with all applicable laws, including the City 
Charter. 


[ hereby certify that the foregoing resolution was adopted by the Public Utilities Commission at 


its meeting of August 25, 2020 } 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0170 


WHEREAS, On May 12, 2020, per Resolution No. 20-0083, this Commission approved 
the award of Hetchy Capital Improvement Projects-funded Contract No. HH-1001, Moccasin 
Reservoir Perimeter Security Fence to Mountain Method, Inc., and 


WHEREAS, The construction contract Notice-to-Proceed date was June 22, 2020; and 


WHEREAS, The original contract amount was for $1,364,290 and the original contract 
duration was 253 consecutive calendar days; and 


WHEREAS, Section 6.22(h) of the San Francisco Administrative Code requires 
Commission approval for any cumulative increase in contract amount or duration in excess of 10% 
of the original contract amount or duration; and 


WHEREAS, City and County of San Francisco Health Officer Directive No. 2020-04, 
issued on May 5, 2020, requires the contractor to implement and adhere to the Public Works 
Project Safety Protocol for COVID-19, and the Planning Department required that the original 
specification for a galvanized steel fence be changed to a dark green or brown color as part of the 
historic preservation evaluation for the California Environmental Quality Act (CEQA) review; and 


WHEREAS, An increase of $377,000 to the existing contract cost contingency and an 
increase of 60 calendar days to the existing contract duration contingency are being requested to 
cover additional requirements according to City and County of San Francisco Health Officer 
Directive No. 2020-04 on COVID-19 and the fence color requirement by the Planning Department 
as part of its historic preservation evaluation for CEQA; and 


WHEREAS, The Contract Monitoring Division established a Local Business Enterprise 
(LBE) subcontracting participation of 9% for this contract, and the contractor committed to a LBE 
participation of 9% with its bid submittal; and 


WHEREAS, Funds are available from Project No. HH-1001, Moccasin Reservoir 
Perimeter Security Fence; and 


WHEREAS, on April 24, 2020 the Planning Department determined, that the proposed project 
is categorically exempt from the California Environmental Quality Act (CEQA) Guidelines under 
Section 15302, Class | (Existing Facilities); Section 15302, Class 2 (Replacement or Reconstruction), 
and Section 15303, Class 3 (New Construction or Conversion of Small Structures; now, therefore be 
it 

RESOLVED, That this Commission hereby approves an increase in the amount of 
$377,000 to the existing contract cost contingency and an increase of 60 calendar days to the 
existing contract duration contingency, for Hetchy Capital Improvement Projects- funded Contract 
No. HH-1001, Moccasin Reservoir Perimeter Security Fence, for a total contract cost contingency 
amount of up to $513,429 and a total contract duration contingency of 85 consecutive calendar 
days; and be it 
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FURTHER RESOLVED, That this Commission hereby authorizes the General Manager, 
or his or her designee, to consider, and, if appropriate, to approve any future modifications to the 
contract amount for a total contract amount of up to $1,877,719, and a total contract duration of 
up to 338 consecutive calendar days. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of August 25, 2020. 


pllorna Mbted 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0171 


WHEREAS, Construction has been completed for Contract No. HH-998E, Emergency 
Repairs to Hetch Hetchy Water and Power Facilities Following the March 2018 Storm Event — 
Phase 2, by the contractor, Sierra Mountain Construction, Inc.; and 


WHEREAS, On March 23, 2018, the San Francisco Public Utilities Commission 
(SFPUC) General Manager declared an emergency under Section 6.60 of the Administrative 
Code resulting from a March 22, 2018 storm event at the Moccasin Dam and surrounding 
facilities; and 


WHEREAS, On March 29, 2018, the Mayor issued a Declaration of Emergency in 
connection with the flooding from the March 22, 2018 storm at Moccasin; and 


WHEREAS, On April 3, 2018, the San Francisco Board of Supervisors, by Motion No. 
M18-041, concurred with the Mayor’s Declaration of Emergency issued on March 29, 2018; and 


WHEREAS, The Board of Supervisors further concurred with the Mayor’s Declaration of 
Local Emergency through August 16, 2018, by approving Motion Nos. M18-063, M18-077, 
M18-092, and M18-097; and 


WHEREAS, On August 16, 2018, the Mayor issued a Second Declaration of Local 
Emergency; and 


WHEREAS, On September 4, 2018, the Board of Supervisors approved Motion No. 
M18-0116 to concur with the Mayor’s Second Declaration of Local Emergency, and concurred 
with SFPUC’s actions to address the emergency, including the execution of contracts 
cumulatively totaling not-to-exceed $25,000,000; and 


WHEREAS, Pursuant to his emergency authority under Chapter 6.60 of the 
Administrative Code, the General Manager authorized Contract No. HH-998E with a 
construction contract work authorization date of August 23, 2018, and an original contract 
amount of $6,638,200 and an original contract duration of 190 consecutive calendar days; and 


WHEREAS, Modifications Nos. 1 - 10 were issued increasing the contract duration by 
417 consecutive calendar days and increasing the contract amount by $4,085,268; and 


WHEREAS, The Contract Monitoring Division has determined that the Contractor 
complied with the Chapter 14B Local Business Enterprise subcontracting requirements and 
concurs with the closeout of the contract; and 


WHEREAS, Funds are available from Project No. 10033233, Moccasin Storm Event 
Water Project; now, therefore, be it 


RESOLVED, That this Commission hereby accepts work performed by Sierra Mountain 
Construction, Inc. for Water Enterprise Hetch Hetchy Capital Improvement Projects-funded 
Contract No. HH-998E Emergency Repairs to Hetch Hetchy Water and Power Facilities 
Following the March 2018 Storm Event — Phase 2, for a total contract amount of $10,453,868 
and a total contract duration of 607 consecutive calendar days; and authorizes final payment to 


the contractor. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of August 25, 2020 


pllorn \Mocd 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0172 


WHEREAS, The San Francisco Public Utilities Commission (SFPUC) requires the 
Program Control Group, a part of the PUC Infrastructure Division, to be responsible for the 
development of a capital planning, construction management, project management systems, of 
customized dashboards to track project costs and schedule and also to support PUC’s capital 
planning; and 


WHEREAS, The primary role of the Consultant will be to provide specialized support 
services utilizing Primavera-based Program Control system administration and integration tools 
for both PUC’s capital improvement programs and projects, and other Program Control related 
services; and 


WHEREAS, It is necessary to procure the services of qualified Primavera-based program 
control system administration firm to provide specialized cost control, systems integration and 
support services to supplement SFPUC staff; and 


WHEREAS, The estimated cost of services for this agreement is $4,750,000; and 


WHEREAS, SFPUC advertised a Request for Proposals for specialized cost control, 
systems integration and support services on February 11, 2020; and 


WHEREAS, Services are anticipated to begin in October 2020 and end in October 2025 
and the duration of this agreement is five years; and 


WHEREAS, SFPUC and Contract Monitoring Division (CMD) staff, upon review of the 
proposal scores, determined that Westland Management Solutions is the top ranked firm based 
on the established scoring criteria; and 


WHEREAS, CMD established a 17% Local Business Enterprise (LBE) subconsultant 
participation requirement for this agreement, and Westland Consulting Solutions has committed 
to an LBE subconsultant participation of 17%, and 


WHEREAS, Failure to reach successful agreement on contract terms and conditions 
within 30 days of the date of the Commission award may result in award of the contract to the 
next highest ranked proposer, or re-advertising and re-selecting consultants at the discretion of 
the City; and 


WHEREAS, The firms being awarded a contract by the SFPUC must be in compliance 
with the Equal Benefits Provisions of Chapter 12B of the City’s Administrative Code either at 
the time of the award, or within two (2) weeks of the date of the Commission award; failure of 
the bidder to obtain compliance certification from CMD may, in the General Manager’s sole 
discretion, result in award of the agreement to the next highest ranked proposer, or re-advertising 
and re-selecting consultants at the discretion of the City; and 


WHEREAS, Funds for Agreement No. PRO.0144, Capital Project Control Systems 
Integration and Support Services, will be available at the time of award of the agreement from 
various SFPUC Capital Improvement programs and projects including the Sewer System 
Improvement Program and the Hetch Hetchy Capital Improvement projects.; now, therefore, be 
it 


RESOLVED, That this Commission hereby approves the selection of Westland 
Management Solutions, Inc. (WMS); awards Capital Improvement programs and projects funded 
Agreement No. PRO.0144, Capital Project Control Systems Integration and Support Services, to 
WMS, to provide specialized cost control, systems integration and support services; and 
authorizes the General Manager to negotiate and execute a professional services agreement with 
WMS, for an amount not-to-exceed $4,750,000, and with a duration of five years. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting August 25, 2020. 


pllonnn Abed 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0173 


WHEREAS, The San Francisco Public Utilities Commission’s (SFPUC) is updating the 
way it bills for sewer service charges; and 


WHEREAS, Procuring the services of qualified software engineering and GIS database 
consultant to provide specialized system development, implementation and managed services to 
supplement SFPUC staff is necessary to effectuate the updates; and 


WHEREAS, The estimated cost of services is $5,000,000; and 
WHEREAS,:The Request for Proposals was advertised on December 3, 2019; and 


WHEREAS, Services are anticipated to begin in September 2020 and end in August 2027 
and the duration of this agreement is 7 years, with an option to extend the contract duration for 
three years; and 


WHEREAS, SFPUC staff and Contract Monitoring Division (CMD) review of the 
proposals resulted in the establishment of Langan Engineering and Environmental Services, Inc. 
as the best qualified consulting firms; and 


WHEREAS, CMD has waived the Local Business Enterprise subconsulting requirement 
for this agreement; and 


WHEREAS, Failure to reach successful agreement on contract terms and conditions 
within 30 days of the date of the Commission award may result in re-advertising and re-selecting 
consultants at the discretion of the City; and 


WHEREAS, The firm being awarded a contract by the SFPUC must be in compliance 
with the Equal Benefits Provisions of Chapter 12B of the City’s Administrative Code either at 
the time of the award, or within 2 weeks of the date of the Commission award; failure of the 
bidder to obtain compliance certification from CMD may, in the General Manager’s sole 
discretion, result in award of the agreement to the next highest ranked proposer, or re-advertising 
and re-selecting consultants at the discretion of the City; and 


WHEREAS, Funds for this agreement will be available at the time of award of the 
agreement from Customer Billing System - 10029727; now, therefore, be it 


RESOLVED, That this Commission hereby approves the selection of Langan 
Engineering and Environmental Services, Inc. (Langan); awards Wastewater Enterprise CPF- 
funded Agreement No. PRO.0170, SFPUC Stormwater Charge Billing Project, to design, code, 
implement, and manage a new Stormwater Data Management System, modify the Customer 
Care and Billing system, and provide integration services to implement the Stormwater charge; 
and authorizes the General Manager to negotiate and execute a professional services agreement 
with Langan for an amount not-to-exceed $5,000,000, and with a duration of seven years, with 
an option to extend the contract duration for three years. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of August 25, 2020. 


plormr Mtod- 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0174 


WHEREAS, Contractor P&J Utility Co. has completed its work for Water Enterprise Local 
Conveyance/Distribution System Program-funded Contract No. WD-2742, 16-Inch Ductile Iron 
Water Main Replacement on 7th Street from Townsend to 16th Street; and 


WHEREAS, On October 24, 2017, by Resolution No. 17-0216, this Commission awarded 
Contract No. WD-2742, 16-Inch Ductile Iron Water Main Replacement on 7th Street from 
Townsend to 16th Street, in the amount of $1,986,746, to the responsible bidder, submitting the 
lowest responsive bid, P&J Utility Co.; and 


WHEREAS, The construction contract Notice To Proceed date was set for February 5, 
2018; and 


WHEREAS, The original contract amount was for $1,986,746 and the original contract 
duration was 260 consecutive calendar days; and 


WHEREAS, Section 6.22(h) of the Administrative Code requires that any cumulative 
increase in contract amount or duration in‘excess of 10% of the original contract amount or 
duration be approved by the Commission; and 


WHEREAS, Modification Nos. 1 to 2 increased the contract amount by $192,768 and 
increased the contract duration by 26 consecutive calendar days to reflect costs associated with 
installation of a pipe joint wrap system to satisfy state requirements for separation distance 
between water and sewer pipelines, to increase bid item quantities associated with unforeseen 
conditions, and to account for delays associated with unforeseen field conditions, for a total 
contract amount of $2,179,514, and a total contract duration of 286 consecutive calendar days; and 


WHEREAS, On February 12, 2019, by Resolution No. 19-0026, this Commission 
approved an increase to the contract duration contingency in the amount of 136 calendar days for 
a total revised contract duration up to 422 consecutive calendar days; and 


WHEREAS, Modification Nos. 3 to 4 increased the contract amount by $1,767 and 
increased the contract duration by 136 consecutive calendar days to increase the asphalt restoration 
quantities, delete unused bid item quantities, install an 8-inch manifold in lieu of a 16-inch pipeline 
due to unforeseen field conditions, account for delays associated with pre-construction potholing 
for soil profile and analysis, pre- and post-construction survey monument work, removal of 
unforeseen subsurface obstacles, and additional connection and chlorination work needed to 
accommodate existing water main configuration, for a total contract amount of $2,181,281, and a 
total contract duration of 422 consecutive calendar days; and 


WHEREAS, Staff recommends the Commission adopt this Final Modification No. 5 to 
increase the contract amount by $20,395, and increase the contract duration by 29 consecutive 
calendar days, to delete contract work that was performed by the City and increase the asphalt 
restoration quantities, for a total contract amount of $2,201,676 and a total contract duration of 
451 consecutive calendar days; and 


WHEREAS, The Contract Monitoring Division has determined that the contractor 
complied with the established Local Business Enterprise (LBE) subcontracting goal of 20% for 
this contract by achieving a final LBE participation of 35.80%; and 


WHEREAS, Funds are available from Project No. CUW280PR99, WD-2742, 16-Inch 
Ductile Iron Water Main Replacement on 7th Street from Townsend to 16th Street; now, therefore, 
be it 

RESOLVED, That this Commission hereby accepts work performed by P&J Utility Co. 
for Water Enterprise Local Conveyance/Distribution System Program-funded Contract No. WD- 
2742, 16-Inch Ductile Iron Water Main Replacement on 7th Street from Townsend to 16th Street; 
approves Final Modification No. 5, for an increase of $20,395, for a total contract amount of 
$2,201,676, and a duration increase of 29 consecutive calendar days, for a total contract duration 
of 451 consecutive calendar days; and authorizes final payment to the contractor. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of August 25, 2020. 


Horn \Mlood- 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0175 


WHEREAS, San Francisco Public Utilities Commission (SFPUC) Water Enterprise, Local 
Conveyance/Distribution System Program; San Francisco Public Works Street Resurfacing 
Program; and San Francisco Municipal Transportation Agency Sustainable Streets Program- 
funded, Contract No. WD-2842, 8-Inch Ductile Iron Water Main Replacement on Casitas Avenue 
from Lansdale Avenue to Yerba Buena Avenue and on Dalewood Way from Lansdale to 
Sherwood Court, was advertised on March 24, 2020; and 


WHEREAS, The Engineer’s Estimate is $3,870,022 for this construction contract work to 
replace and install approximately 7,400 feet of ductile iron water conveyance pipe and ancillary 
water service pipe, pavement restoration, curb ramp construction, and drainage improvements to 
ensure reliable water delivery and replacement of aging infrastructure within San Francisco; and 


WHEREAS, The contract duration is 436 consecutive calendar days; and 
WHEREAS, Six (6) bids were received and opened publicly on May 21, 2020; and 


WHEREAS, SFPUC staff and Contract Monitoring Division (CMD) review of the bids for 
qualifications, responsibility, responsiveness and application of bid preferences resulted in the 
establishment of Cratus, Inc. as the responsible bidder with the lowest responsive bid; and 


WHEREAS, CMD established a Local Business Enterprise (LBE) subcontracting 
participation of 20% for this contract, and the contractor committed to an LBE participation of 
22.76% with its bid submittal; and 


WHEREAS, The firm being awarded a contract by the SFPUC must be in compliance with 
the Equal Benefits Provisions of Chapter 12B of the City’s Administrative Code either at the time 
of the award, or within 2 weeks of the date of the Commission award; failure of the bidder to obtain 
compliance certification from CMD may result in award of the contract to the responsible bidder 
submitting the next lowest responsive bid, or re-bidding of the contract at the discretion of the 
City; and 


WHEREAS, On April 30, 2019, the Planning Department determined that the water 
replacement work is categorically exempt from the California Environmental Quality Act (CEQA) 
under CEQA Guidelines Section 15302, Class 2 (Replacement or Reconstruction), and On October 
5, 2015, the Planning Department determined that the pavement renovation work is categorically 
exempt from CEQA under Section 15301, Class 1(Existing Facilities); and 


WHEREAS, Funds are available from SFPUC Project No. 10032578, Water Enterprise, 
Local Conveyance/Distribution System Program; Public Works Street Resurfacing Program; and 
San Francisco Municipal Transportation Agency Sustainable Streets Program; now, therefore, be 
it 


RESOLVED, That this Commission hereby approves the plans and specifications and 
awards San Francisco Public Utilities Commission (SFPUC) Water Enterprise, Local 


Conveyance/Distribution System Program; San Francisco Public Works Street Resurfacing 
Program; and San Francisco Municipal Transportation Agency Sustainable Streets Program- 
funded Contract No. WD-2842, 8-Inch Ductile Iron Water Main Replacement on Casitas Avenue 
from Lansdale Avenue to Yerba Buena Avenue and on Dalewood Way from Lansdale to 
Sherwood Court, in the amount of $3,891,709, and for a duration of 436 consecutive calendar 
days, to the responsible bidder submitting the lowest responsive bid, Cratus, Inc. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 


Commission at its meeting of August 25, 2020. 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0176 


WHEREAS, Contractor D’Arcy and Harty Construction, Inc. has completed its work on 
the Wastewater Enterprise, Renewal and Replacement Program-funded Contract No. WW-624, 
Casitas Avenue Easement Sewer Main Rehabilitation; and 


WHEREAS, On March 12, 2019, by Resolution No. 19-0039, this Commission awarded 
Contract No. WW-624, Casitas Avenue Easement Sewer Main Rehabilitation, in the amount of 
$557,340, to the responsible bidder submitting the lowest responsive bid, D’Arcy and Harty 
Construction, Inc.; and 


WHEREAS, The construction contract Notice To Proceed date was set for May 20, 2019 , 
with an original contract duration of 102 consecutive calendar days, and the contractor completed 
the contract work in 102 consecutive calendar days on August 20, 2019; and 


WHEREAS, The original contract amount was for $557,340; and 


WHEREAS, Staff recommends the Commission adopt this Final Modification No. 1 to 
decrease the contract value by $1,504 to adjust bid item quantities to match actual quantities 
completed, for a total contract amount of $555,836; and 


WHEREAS, The Contract Monitoring Division has determined that contractor complied 
with the established Local Business Enterprise (LBE) subcontracting goal of 10% LBE by 
achieving a final LBE participation of 7.97%; and 


WHEREAS, Funds are available from Project No. 10030786 —Casitas Avenue Easement 
Sewer Rehabilitation; now, therefore, be it 


RESOLVED, That this Commission hereby accepts work performed by D’Arcy and Harty 
Construction, Inc. for Wastewater Enterprise, Renewal and Replacement Program-funded 
Contract No. WW-624, Casitas Avenue Easement Sewer Main Rehabilitation; approves Final 
Modification No. 1, for a decrease of $1,504, for a total contract amount of $555,836, and with a 
total contract duration of 102 consecutive calendar days; and authorizes final payment to the 
contractor. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 


Commission at its meeting of 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0177 


WHEREAS, On July 11, 2017, per Resolution No. 17-0152, this Commission approved 
the award of Sewer System Improvement Program (SSIP) funded Contract No. WW-651, Griffith 
Pump Station Improvements, to Western Water Contractors Inc.; and 


WHEREAS, The construction contract Notice-To-Proceed date was set for October 16, 
2017; and 


WHEREAS, The original contract amount was for $10,941,000 and the original contract 
duration was 600 consecutive calendar days; and 


WHEREAS, Section 6.22(h) of the San Francisco Administrative Code requires 
Commission approval for any cumulative increase in contract amount or duration in excess of 10% 
of the original contract amount or duration; and 


WHEREAS, On October 9, 2018, per Resolution No. 18-0164, this Commission approved 
an increase to the contract duration contingency of up to 275 consecutive calendar days; and 
authorized the General Manager or his designee, to consider and, if appropriate, approve future 
modifications to the contract duration up to 875 consecutive calendar days; and 


WHEREAS, On April 14, 2020, per Resolution No. 20-0061, this Commission approved 
an additional increase to the contract duration contingency of up to 145 consecutive calendar days; 
and authorized the General Manager or his designee, to consider and, if appropriate, approve future 
modifications to the contract duration up to 1,020 consecutive calendar days; and 


WHEREAS, An increase of 180 consecutive calendar days to the contract duration 
contingency is being requested for additional time needed for the contractor to perform contract 
work due to PG&E and COVID-19 related delays; and 


WHEREAS, Contract Monitoring Division established a Local Business Enterprise (LBE) 
subcontracting participation requirement of 8.00% participation for this contract and the contractor 
committed to a LBE participation of 8.75% with its bid submittal; and 


WHEREAS, Funds are available from Project No. CWWSIPCSPS06, Griffith Pump 
Station Improvements; now, therefore, be it 


RESOLVED, That this Commission hereby approves an increase of 180 consecutive 
calendar days to the contract duration contingency for SSIP funded Contract No. WW-651, Griffith 
Pump Station Improvements, for a total contract duration contingency amount of up to 600 
consecutive calendar days; and be it 


FURTHER RESOLVED, That this Commission hereby authorizes the General Manager, 
or his or her designee, to consider, and, if appropriate, to approve any future modifications to the 
contract duration up to 1,200 consecutive calendar days, with no changes to the contract amount. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of August 25, 2020. 


pllorna Mboed 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0178 


WHEREAS, On April 23, 2019, per Resolution No. 19-0077, this Commission approved 
the award of Wastewater Enterprise, Renewal and Replacement Program- funded Contract No. 
WW-655, As-Needed Main Sewer Replacement No. 7 to Precision Engineering, Inc. with an 
original contract amount of $6,705,115 and a contract duration of 400 consecutive calendar days; 
and 


WHEREAS, On July 28, 2020, this Commission adopted Resolution 20-0160 to increase 
the existing 40-day contract duration contingency by 140 calendar days for a total contract 
duration contingency of 180 consecutive calendar days; and 


WHEREAS, Resolution 20-0160 incorrectly stated that a Notice to Proceed (NTP) for 
Contract No. WW-697 As-Needed Main Sewer Replacement No. 8 was also approved when in 
fact the award of Contract No. WW-697 As-Needed Main Sewer Replacement No. 8 is pending 
action by this Commission; and 


WHEREAS, Funds are available from Project No. 10015671, As-Needed Main Sewer 
Replacement No. 7; now, therefore be it 


RESOLVED, That this Commission hereby ratifies the correction of the contract duration 
contingency approved in Resolution No. 20-0160, to state that the contract duration contingency 
for Wastewater Enterprise, Renewal and Replacement Program-funded Contract No. WW-655, 
As-Needed Main Sewer Replacement No. 7 is increased by 140 calendar days, for a total 
contract duration contingency of 180 consecutive calendar days, with no change to the contract 
amount, and removes approval of NTP for Contract No. WW-697 As-Needed Main Sewer 
Replacement No. 8. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of August 25, 2020. 


pllorar Bbtod- 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0179 


WHEREAS, Wastewater Enterprise, Renewal and Replacement Program-funded, Contract 
No. WW-697, As-Needed Main Sewer Replacement No. 8, was advertised on February 26, 2020; 
and 


WHEREAS, The Engineer’s Estimate is $7,150,000 for this construction contract work to 
perform as-needed manhole-to-manhole segment main sewer replacements on short notice in 
locations to be determined throughout San Francisco; and 


WHEREAS, The contract duration is 400 consecutive calendar days; and 
WHEREAS, Two (2) bids were received and opened publicly on May 28, 2020; and 


WHEREAS, San Francisco Public Utilities Commission (SFPUC) staff and Contract 
Monitoring Division (CMD) review of the bids for qualifications, responsibility, responsiveness 
and application of bid preferences resulted in the establishment of JOB & Sons Construction, Inc. 
as the responsible bidder with the lowest responsive bid; and 


WHEREAS, CMD established a Local Business Enterprise (LBE) subcontracting 
participation of 14% for this contract, and the contractor committed to an LBE participation of 
21.47% with its bid submittal; and 


WHEREAS, The firm being awarded a contract by the SFPUC must be in compliance with 
the Equal Benefits Provisions of Chapter 12B of the City’s Administrative Code either at the time 
of the award, or within two (2) weeks of the date of the Commission award; failure of the bidder 
to obtain compliance certification from CMD may result in award of the contract to the responsible 
bidder submitting the next lowest responsive bid, or re-bidding of the contract at the discretion of 
the City; and 


WHEREAS, Funds are available from Project No. 10034813, As-Needed Main Sewer 
Replacement No. 8; and 


WHEREAS, Award of this contract not fall within the definition of a project under 
California Environmental Quality Act Guidelines Section 15378(b)(4) related to the creation of 
government funding mechanisms which do not involve any commitment to any specific project 
which may result in a potentially significant impact on the environment and _ no task order will 
be issued for construction under this contract until appropriate environmental review under the 
California Environmental Quality Act (CEQA) is completed; and 


RESOLVED, That this Commission hereby approves the plans and specifications and 
awards Wastewater Enterprise, Renewal and Replacement Program funded Contract No. WW- 
697, As-Needed Main Sewer Replacement No. 8, in the amount of $7,373,000, for a duration of 


400 consecutive calendar days, to the responsible bidder submitting the lowest responsive bid, 
JDB & Sons Construction, Inc. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of August 25, 2020. 


llorma Mod 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0180 


WHEREAS, Wastewater Enterprise (WWE), Renewal and Replacement (R&R) Program- 
funded, Contract No. WW-700, As-Needed Sewer Cleaning and Inspection (FY21), was 
advertised on April 7, 2020; and 


WHEREAS, The Engineer’s Estimate is $2,300,150 for this construction contract work to 
clean and inspect existing sewers, on an as-needed basis, at locations to be determined throughout 
San Francisco; and 


WHEREAS, The contract duration is 570 consecutive calendar days; and 
WHEREAS, Two (2) bids were received and opened publicly on May 28, 2020; and 


WHEREAS, San Francisco Public Utilities Commission (SFPUC) staff and Contract 
Monitoring Division (CMD) review of the bids for qualifications, responsibility, responsiveness 
and application of bid preferences resulted in the selection of Pipe and Plant Solutions, Inc. as the 
responsible bidder with the lowest responsive bid; and 


WHEREAS, CMD established a Local Business Enterprise (LBE) subcontracting 
participation of ten percent (10%) for this contract, and the contractor committed to an LBE 
participation of 10.33% with its bid submittal; and 


WHEREAS, The firm being awarded a contract by the SFPUC must be in compliance with 
the Equal Benefits Provisions of Chapter 12B of the City’s Administrative Code either at the time 
of the award, or within two (2) weeks of the date of the Commission award; failure of the bidder 
to obtain compliance certification from CMD may result in award of the contract to the responsible 
bidder submitting the next-lowest responsive bid, or re-bidding of the contract at the discretion of 
the City; and 


WHEREAS, approval of as-needed contracts or other funding mechanisms for the repair 
or replacement of linear assets do not fall within the definition of a project under California 
Environmental Quality Act (CEQA) Guidelines Section 15378(b)(4) related to the creation of 
government funding mechanisms which do not involve any commitment to any specific project 
which may result in a potentially significant impact on the environment; and 


WHEREAS, Funds are available from Project No. 10034829, As-Needed Sewer Cleaning 
and Inspection (FY21); now, therefore, be it 


RESOLVED, That this Commission hereby approves the specifications and awards WWE, 
R&R Program-funded Contract No. WW-700, As-Needed Sewer Cleaning and Inspection (FY21), 
in the not-to-exceed amount of $1,849,059, for a duration of 570 consecutive calendar days, to the 
responsible bidder submitting the lowest responsive bid, Pipe and Plant Solutions, Inc. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of August 25, 2020. 


llorar Med 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0181 


WHEREAS, San Francisco Public Utilities Commission (SFPUC) Wastewater Enterprise 
Sewer System Improvement Program (SSIP) and Water Enterprise Earthquake Safety and 
Emergency Response (ESER) Bond Program-funded Contract No. WW-703 Mission Street, 16th 
to Cesar Chavez, Brick Sewer Rehabilitation, was advertised on May 14, 2020; and 


WHEREAS, The Engineer’s Estimate is $7,200,000 for this construction contract work to 
rehabilitate the existing sewers, relocate auxiliary water supply system pipelines, and construct 
transit improvements on Mission Street, between 16th and Cesar Chavez Streets in San 
Francisco; and 


WHEREAS, The contract duration is 360 consecutive calendar days (approximately one 
year) to final completion; and 


WHEREAS, Six (6) bids were received and opened publicly on June 25, 2020; and 


WHEREAS, SFPUC staff and Contract Monitoring Division (CMD) review of the bids 
for qualifications, responsibility, responsiveness and application of bid preferences resulted in 
the establishment of Cratus, Inc. as the lowest, qualified, responsible and responsive bidder; and 


WHEREAS, CMD established a Local Business Enterprise (LBE) subcontracting 
participation of 6.00% for this contract, and the contractor committed to an LBE participation of 
11.60% with its submittal; and 


WHEREAS, The firm being awarded a contract by the SFPUC must be in compliance 
with the Equal Benefits Provisions of Chapter 12B of the City’s Administrative Code either at 
the time of the award, or within 2 weeks of the date of the Commission award; failure of the 
bidder to obtain compliance certification from CMD may result in award of the contract to the 
next lowest, responsible and responsive bidder, or re-bidding of the contract at the discretion of 
the City; and 


WHEREAS, SFPUC funds are available from SSIP Project No. 10033745 in the amount 
of $5,400,459, and from the Water Enterprise ESER Bond Program in the amount of $261,539; 
and 

WHEREAS, Additional funds are available from the San Francisco Municipal 
Transportation Authority in the amount of $675,352 for the approved transit improvements, and 

WHEREAS, On May 7, 2020, the Planning Department determined that this project is 


categorically exempt from the California Environmental Quality Act (CEQA) under CEQSection 
15302, Class 2 (Replacement or Reconstruction); now, therefore, be it 


RESOLVED, That this Commission hereby approves the plans and specifications and 
awards Wastewater Enterprise Sewer System Improvement Program, and Water Enterprise 
Earthquake Safety and Emergency Response Bond Program-funded Contract No. WW-703, 
Mission Street, 16" to Cesar Chavez, Brick Sewer Rehabilitation, in the amount of $6,337,350, 
with a duration of 360 consecutive calendar days, to the responsible bidder submitting the lowest 
responsive bid, Cratus, Inc. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of August 25, 2020. 


Allornn Mboed 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


RESOLUTION NO.: 20-0182 


WHEREAS, The San Francisco Board of Supervisors established a Community Choice 
Aggregation (CCA) program in 2004 (Ordinance 86-04) and has implemented the program, called 
CleanPowerSF, through the work of the SFPUC in consultation with the San Francisco Local 
Agency Formation Commission (Ordinances 146-07, 147-07, and 232-09); and 


WHEREAS, The San Francisco Public Utilities Commission has adopted program goals 
for CleanPowerSF that guide CleanPowerSF’s procurement planning, including leading with 
affordable and reliable service, providing cleaner electricity alternatives, and investing in local 
renewable projects and jobs while providing for long-term rate and financial stability; and 


WHEREAS, California Public Utilities Code Section 454.52 requires CCAs to prepare and 
file an Integrated Resource Plan (IRP) for review by the California Public Utilities Commission 
(CPUC); and 


WHEREAS, An IRP is a process engaged in by a retail seller to identify an optimal mix of 
energy resources needed to serve its customers’ electricity supply needs while meeting goals of 
reliability, affordability, GHG-reductions and renewable energy targets, and economic 
development; and 


WHEREAS, The CPUC requires CCAs and other retail sellers to file individual IRPs with 
the CPUC every two years with the second IRP Filing due on September 1, 2020; and 


WHEREAS, the CPUC has established instructions for how CCAs should prepare and file 
their IRPs, including the use of CPUC-specified inputs and assumptions and IRP Compliance 
Filing templates; and 


WHEREAS, The SFPUC retained a technical consultant to support the development of the 
IRP; and 


WHEREAS, The SFPUC analyzed a Base Case that achieves a GHG-free power portfolio 
by 2030, an Accelerated Case that achieves a GHG-free power portfolio by 2025, a Time 
Coincident Case that achieves a GHG-free power portfolio by 2030 and renewable generation 
supply that meets customer demand on an hour-by-hour basis, and a CPUC-required 46 MMT 
Case, as possible power portfolios; and 


WHEREAS, The IRP serves as a planning document that will be updated as needed to 
reflect changing regulatory and market conditions as well as City policy preferences; and 


WHEREAS, CleanPowerSF staff have prepared an IRP Compliance Filing in accordance 
with CPUC guidelines and CleanPowerSF program goals by using the CPUC’s templates and 
following CPUC instructions; now therefore be it 


RESOLVED, that the Commission adopts the Accelerated Case as CleanPowerSF’s 
preferred portfolio under the 38 MMT scenario and the 46 MMT Case as CleanPowerSF’s 
preferred portfolio under the 46 MMT scenario; and be it 


FURTHER RESOLVED, That the Commission approves the CleanPowerSF IRP 
Compliance Filing; and be it 


FURTHER RESOLVED, That the Commission authorizes the General Manager to make 
necessary changes to finalize the compliance filing that are non-material to its conclusions and 
recommendations; and be it 


FURTHER RESOLVED, That the Commission directs the General Manager to submit 
CleanPowerSF’s IRP Compliance Filing to the CPUC on or before the September Ist deadline 
for submission. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of August 25, 2020. 


plonnr bbed 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0183 


WHEREAS, At a duly called and held election on November 5, 2002, a majority of voters 
voting on the measure approved Proposition E (“Proposition E of 2002”) which, among other 
things, amended the Charter of the City and County of San Francisco (“City”) to authorize the 
Public Utilities Commission (“Commission”) of the City to issue revenue bonds, including notes, 
commercial paper or other forms of indebtedness, when authorized by ordinance approved by a 
two-thirds vote of the Board of Supervisors of the City (“Board”), for the purpose of 
reconstructing, replacing, expanding, repairing or improving water facilities under the jurisdiction 
of the Commission, subject to satisfaction of certain conditions; and 


WHEREAS, The authority to issue revenue bonds pursuant to Proposition E of 2002 is 
expressly notwithstanding, and in addition to, the authority granted to the Board under 
Section 9.107 of the City Charter (“Charter”), which provides for the issuance of revenue bonds of 
the City upon the assent of a majority of the voters upon any proposition for the issuance of 
revenue bonds; and 


WHEREAS, At the duly called and held revenue bond election on November 5, 2002, a 
majority of voters voting on the measure further approved, under the authority of Charter 
Section 9.107, Proposition A (“Proposition A of 2002”) which, among other things, authorized the 
Commission to issue its revenue bonds and/or other forms of revenue financing in a principal 
amount not to exceed $1,628,000,000 (such authorized amount being subject to reduction to the 
extent projects designed and intended in substantial part to improve the reliability of the City’s 
regional water system are issued by the San Francisco Bay Area Regional Water System Financing 
Authority) for the purpose of financing the costs of acquisition and construction of improvements 
to the City’s water system, capitalized interest and all costs and expenses incidental to such 
improvements, including but not limited to engineering, inspection, auditing, legal and fiscal agent 
fees and costs of issuance; and 


WHEREAS, Pursuant to Proposition E of 2002 and various ordinances and resolutions 
adopted by the Board and this Commission thereunder, there has been authorized $4,269,957,818 
aggregate principal amount of water revenue bonds or other forms of indebtedness, including 
notes, commercial paper and other short-term indebtedness (not counting refunding bonds), of 
which authorization $3,640,881,000 aggregate principal amount has been utilized; and 


WHEREAS, Pursuant to Proposition A of 2002 and various ordinances and resolutions 
adopted by the Board and this Commission thereunder (Proposition E of 2002, Proposition A of 
2002, and the various ordinances and resolutions adopted by the Board and this Commission 
thereunder being referred to herein as the “New Money Authorizing Legislation’’), there has been 
authorized $1,628,000,000 aggregate principal amount of water revenue bonds or other forms of 
indebtedness, including notes, commercial paper and other short-term indebtedness (not counting 
refunding bonds), of which authorization $1,534,555,000 aggregate principal amount has been 
utilized; and 


WHEREAS, Pursuant to the applicable New Money Authorizing Legislation, Article V of 
Chapter 43 of Part I of the San Francisco Administrative Code, and various other ordinances and 
resolutions adopted by the Board and the Commission, an interim funding program for the Water 
Enterprise has been established in an aggregate principal amount not to exceed $500,000,000 (the 
“Authorized Short-term Indebtedness”), consisting of a $400,000,000 authorization for 
commercial paper (“CP Notes”) and a $100,000,000 authorization for short-term, direct purchase 
revolving obligations, and as of July 1, 2020, approximately $362,441,000 aggregate principal 
amount of such Authorized Short-term Indebtedness has been issued or incurred; and 


WHEREAS, The Commission finds that it would be financially advantageous to refinance 
certain CP Notes with bonds (“CP Refinancing Bonds”); and 


WHEREAS, As of July 1, 2020, pursuant to the New Money Authorizing Legislation, not 
counting refunding bonds, there are authorized but unissued water revenue bonds or other forms of 
indebtedness, including notes, commercial paper and other short-term indebtedness in an aggregate 
principal amount of $722,521,818 (which amount assumes State revolving fund loan amounts are 
incurred for the full not to exceed amount of $186,220,000); and 


WHEREAS, Under the authority granted or proposed to be granted under the New Money 
Authorizing Legislation, it is proposed that the Commission issue one or more series or subseries 
of water revenue bonds in an aggregate principal amount not to exceed $600,000,000 (the “2020 
New Money Bonds”) for the principal purpose of financing or refinancing (through the retirement 
of commercial paper) certain capital projects and improvements (hereinafter described) to or 
benefitting the City’s Water Enterprise, all pursuant to the Amended and Restated Indenture, dated 
as of August 1, 2002 (as the same has been further amended and supplemented, the “Indenture”), 
by and between the Commission and U.S. Bank National Association, as trustee (the “Trustee”), 
and one or more supplemental indentures, between the Commission and the Trustee, as herein 
provided; and 


WHEREAS, It is proposed that the 2020 New Money Bonds be sold in one or more series or 
subseries by competitive sale pursuant to one or more official notices of sale (each, an “Official 
Notice of Sale”) and a corresponding notice of intention to sell bonds (each, a “Notice of Intention to 
Sell”), or in a negotiated sale pursuant to one or more Bond Purchase Contracts (each, a “Bond 
Purchase Contract”), or in some combination of competitive and negotiated sales; and 


WHEREAS, It is proposed that one or more preliminary official statements for the 2020 New 
Money Bonds (each a “Preliminary Official Statement”) and one or more final official statements for 
the 2020 New Money Bonds (each an “Official Statement”) be used in connection with the offering 
and sale of the 2020 New Money Bonds from time to time; and 


WHEREAS, It is proposed that one or more continuing disclosure certificates (each a 
“Continuing Disclosure Certificate”) be executed and delivered with respect to the 2020 New 
Money Bonds in order to assist the underwriters thereof in complying with Securities and 
Exchange Commission Rule 15¢2-12 (“Rule 15c2-12”); and 


WHEREAS, The voters of the City approved Proposition P in November 2002 
(“Proposition P”), pursuant to which this resolution and the 2020 New Money Bonds are subject to 


the provisions of Section 5A.30 et seq. (“Public Utilities Revenue Bond Oversight Committee”) of 
Chapter V of the San Francisco Administrative Code, including the requirement that, to the extent 
permitted by law and to the extent not already paid from the proceeds of any previous issue of 
commercial paper or water revenue bonds, one-twentieth of one percent (0.05%) of the gross 
proceeds of the 2020 New Money Bonds shall be deposited in a fund established by the Office of 
the Controller of the City (“Controller’s Office”) and appropriated by the Board at the direction of 
the Public Utilities Revenue Bond Oversight Committee to cover the costs of said committee; and 


WHEREAS, The Commission has been presented with and has examined proposed forms of 
Supplemental Indentures for each series of 2020 New Money Bonds, and forms of Official Notice 
of Sale, Notice of Intention to Sell, Bond Purchase Contract, Preliminary Official Statement and 
Continuing Disclosure Certificate; and 


WHEREAS, Subject to the requirements set forth in the New Money Authorizing 
Legislation and the requirements of the Indenture, the Commission will be duly authorized and 
empowered, pursuant to each and every requirement of law, to authorize the foregoing transactions 
and issue the 2020 New Money Bonds and to authorize the execution and delivery (as applicable) 
of one or more Official Notices of Sale, one or more Notices of Intention to Sell, one or more 
Bond Purchase Contracts, one or more Preliminary Official Statements, one or more final Official 
Statements, one or more Continuing Disclosure Certificates and related documents, each as 
appropriate for the issuance of the 2020 New Money Bonds, for the purposes, in the manner and 
upon the terms provided herein; and 


WHEREAS, A consulting engineer has issued or will issue a certificate to the Board in 
satisfaction of the requirements of clause (a) of Section 8B.124 of Proposition E, all in furtherance 
of the sale of water revenue bonds and other forms of indebtedness; and 


WHEREAS, With regard to the use of Bond proceeds to finance or refinance improvements 
and capital projects under the WSIP, a Final Program EIR ("PEIR") was prepared for the WSIP 
and certified by the Planning Commission on October 30, 2008 by Motion No. 17734; and 
thereafter, this Commission approved the WSIP and adopted findings and a Mitigation Monitoring 
and Reporting Program (MMRP) as required by the California Environmental Quality Act 
("CEQA") on October 30, 2008 by Resolution No. 08-200, and the PEIR has been made available 
for review by the Commission and the public, and is part of the record before this Commission; 
and 


WHEREAS, This Commission has reviewed and considered WSIP project specific Final 
ERs ("FEIRs") and Mitigated Negative Declarations ("MNDs") and adopted CEQA findings and 
MMRPs for the projects listed in Exhibit A, which are on file with the Commission Secretary, and 
finds that the PEIR, FEIRs and MNDs are adequate for its use as the decision making body for the 
actions taken herein, and hereby reaffirms the previously adopted CEQA findings, including the 
Statements of Overriding Considerations and the MMRPs and incorporates the same herein as part 
of this Resolution by this reference thereto; and 


WHEREAS, For the WSIP projects, the Environmental Review Officer issued Proposition 
E CEQA Certificates (“Certificates”) required under Charter section 8B.124 in (1) June4, 2012, 
related to Ordinance No. 113-12, and part of file number 120467 on file with the Clerk of the 
Board; (ii) July 7, 2014, related to Ordinance No. 108-14, and part of file number 140484 on file 


with the Clerk of the Board; (ii1) September 12, 2017, related to Ordinance No. 112-16, as 
amended, and part of file number 160472 on file with the Clerk of the Board, and iv) June 26, 
2018, related to Ordinance No. 143-18 and part of file number 180451 on file with the Clerk of the 
Board; and 


WHEREAS, The aforementioned CEQA Certificates also included proposed improvements 
to the SFPUC’s non-WSIP capital projects and the Hetch Hetchy Improvements in Exhibit A to the 
Certificates that are proposed to be funded using Bond proceeds; should additional projects be 
included that are not identified in Exhibit A to the Certificates, issuance of a subsequent Certificate 
by the Environmental Review Officer would be required prior to the issuance of the Bonds for 
purposes of financing or refinancing improvements and capital projects included in the non-WSIP 
Capital Program and the Hetch Hetchy Improvements; and 


WHEREAS, The Projects to be funded with proceeds of the Bonds, (a) comply with 
applicable requirements of CEQA, or (b) are not considered to be projects under CEQA at this 
time and will undergo CEQA review if and when they are defined, pursuant to the provisions of 
Chapter 31 of the San Francisco Administrative Code; and 


WHEREAS, Some projects listed in Appendix A have not yet been approved, and this 
resolution does not constitute project approval or approval of expenditure of Bond funds for. 
project construction, and projects that have not yet been approved will be subject to this 
Commission’s review and consideration of completed environmental documentation prior to 
approval of the expenditure of funds for construction; and 


WHEREAS, any additional projects which are not listed in Appendix A will comply with 
applicable CEQA requirements prior to project approval or any expenditure of Bond funds to 
finance the acquisition or construction of such projects following project approval by the 
Commission; and ; 


WHEREAS, Prior to the issuance of the CP Refinancing Bonds, the General Manager will 
file with the Clerk of the Board any required updates to the certificates referenced in the two prior 
paragraphs, including a certificate of a consulting engineer in satisfaction of the requirements of 
clause (a)(2) of Section 8B.124 of Proposition E; and 


WHEREAS, In compliance with California Government Code’ Section 5852.1, the 
Commission has obtained from Montague DeRose and Associates, LLC, one of the municipal 
advisors to the Commission with respect to the 2020 New Money Bonds, good faith estimates of 
the following information: (a) the true interest cost of the 2020 New Money Bonds, (b) the sum of 
all fees and charges paid to third parties with respect to the 2020 New Money Bonds, (c) the 
amount of proceeds of the 2020 New Money Bonds expected to be received net of the fees and 
charges paid to third parties and any reserves or capitalized interest paid or funded with proceeds 
of the 2020 New Money Bonds, and (d) the sum total of all debt service payments on the 2020 
New Money Bonds calculated to the final maturity of the 2020 New Money Bonds plus the fees 
and charges paid to third parties not paid with the proceeds of the 2020 New Money Bonds, and 
such estimates are disclosed and set forth in the staff report provided to the Commission in 
connection with this resolution; now, therefore, be it 


RESOLVED by the Public Utilities Commission of the City and County of San Francisco, 
as follows: 


Section 1. Issuance of the 2020 New Money Bonds. The issuance of the 2020 New Money 
Bonds, as currently anticipated in four subseries (2020 Sub-Series A Bonds (WSIP), 2020 Sub- 
Series B Bonds (Regional Water), 2020 Sub-Series C Bonds (Local Water) and 2020 Sub-Series D 
Bonds (Hetch Hetchy Water), one or more of which subseries may be issued as green bonds), or in 
such other or additional series or subseries as may be determined by the General Manager (all 
references in this resolution to the General Manager of the Commission to include any authorized 
designee thereof pursuant to Section 12 hereof) and on one or more dates, in an aggregate principal 
amount not exceeding $600,000,000, is hereby authorized and approved by the Commission, 
subject to the limitations and conditions provided herein. 


The 2020 New Money Bonds may be issued for the purpose of providing funds (a) for the 
refinancing of all or a portion of the Outstanding CP Notes, (b) to pay for certain capital projects 
and improvements (1) under the Water Enterprise’s Water System Improvement Program 
(“WSIP”) capital program, (ii) under its non-WSIP capital program (which constitutes the 
Regional Water Program and Local Water Program), (iii) to the Water Enterprise-related 
infrastructure of the Hetch Hetchy Water and Power System), and (iv) certain further 
improvements and other capital projects to or for the benefit of the Water Enterprise, (c) to pay 
capitalized interest on the 2020 New Money Bonds and (d) to pay the costs of issuance of the 2020 
New Money Bonds. If determined to be beneficial to the Commission by the General Manager, 
with the advice of Montague DeRose and Associates, LLC and Backstrom McCarley Berry & Co., 
LLC, the municipal advisors to the Commission with respect to the 2020 New Money Bonds 
(together, the “Municipal Advisors”), the 2020 New Money Bonds may also be issued for the 
secondary purposes of providing funds to pay for (1) any credit enhancement of any 2020 New 
Money Bonds (including without limitation bond insurance policies and/or reserve fund surety 
bonds or insurance policies) and (i1) the funding of debt service reserves for the 2020 New Money 
Bonds or for other bonds issued under the Indenture. 


The General Manager is hereby authorized and directed to determine the aggregate principal 
amount of 2020 New Money Bonds to be issued from time to time (subject to the maximum 
amounts and further limitations and conditions set forth herein) and to determine the various titles 
and series designations of the 2020 New Money Bonds. The 2020 New Money Bonds may be 
issued as obligations the interest on which is or is not subject to federal income tax. The forms of 
the 2020 New Money Bonds, in substantially the forms set forth in the forms of the Supplemental 
Indentures presented to this meeting, are hereby approved. The General Manager of the 
Commission is hereby authorized and directed to approve and to execute the 2020 New Money 
Bonds by manual or facsimile signature, and the Secretary of the Commission is hereby authorized 
and directed to attest, by manual or facsimile signature, with such changes, additions, amendments 
or modifications thereto which they may approve with the advice of the City Attorney, such 
approval to be conclusively evidenced by the issuance of the 2020 New Money Bonds, subject to 
the limitations set forth in 0 hereof. 


Section 2. Sale of 2020 New Money Bonds. The sale of the 2020 New Money Bonds, in one 
or more series or subseries and on one or more dates, is hereby authorized and approved by the 
Commission, subject to the limitations and conditions provided herein. The Commission delegates 


to the General Manager the authority to determine, with the advice of the Municipal Advisors, 
whether to sell the 2020 New Money Bonds from time to time by negotiated sale or competitive 
sale, provided that the General Manager shall not approve the sale of the 2020 New Money Bonds 
on a negotiated basis until he determines, upon consultation with the Municipal Advisors, that 
(i) the sale of the 2020 New Money Bonds through a negotiated process is likely to enhance the 
ability of the Commission to timely sell the 2020 New Money Bonds or to achieve a lower overall 
cost to the Commission, or both, and (ii) the requirements of the Commission’s Debt Management 
Policies and Procedures, as the same may have been amended and in effect at the time of such 
determination, have been satisfied. Subject to the other limitations provided herein, the interest 
rate or rates on the 2020 New Money Bonds shall not exceed twelve percent (12%) and the final 
maturity of any 2020 New Money Bonds shall not exceed 40 years from their date of issuance. 


Section 3. Disposition of Revenues; Rate Covenant. Section 5.01(b) of the Indenture which 
sets forth the disposition of Revenues (as defined in the Indenture) applicable to the Commission’s 
Water Enterprise Bonds is hereby confirmed by the Commission and the Commission further 
confirms, pledges and covenants with the holders of the 2020 New Money Bonds that the 
Revenues shall be appropriated and expended in the order of priority set forth in Section 5.01(b) of 
the Indenture, as the same may be amended from time to time. This Commission also declares that 
the Commission will comply with all of the terms, provisions and covenants contained in the 
Indenture, as the same may be amended from time to time, including the covenants to establish, 
fix, prescribe and collect rates, fees and charges sufficient to enable the Commission to comply 
with the terms, conditions and covenants of the Indenture. 


Section 4. Supplemental Indentures. The proposed forms of Supplemental Indentures for 
each series of 2020 New Money Bonds submitted to this Commission, and the terms and 
conditions thereof, are hereby approved. The General Manager of the Commission is hereby 
authorized and directed to execute and deliver and the Secretary of the Commission or the 
Secretary’s designee is authorized to attest to one or more Supplemental Indentures in such form or 
forms, with such additions thereto or changes therein which they may approve with the advice of 
the City Attorney, such approval to be conclusively evidenced by the execution and delivery of 
such Supplemental Indentures. The Secretary of the Commission is directed to file a copy of each 
form of Supplemental Indenture with the minutes of this meeting. Subject to the further limitations 
hereof, the principal amount, date, maturity date or dates, maximum interest rate or rates, series 
designation, interest payment dates, forms, registration privileges, place or places of payment, 
terms of redemption, insurance provisions and other terms of the 2020 New Money Bonds shall be 
as provided in the Indenture. 


Section 5. Preliminary Official Statement and Official Statement. One or more Preliminary 
Official Statements, in substantially the form submitted to the Commission, is hereby approved, 


and the General Manager is hereby authorized to certify from time to time, for and on behalf of the 
Commission, that such Preliminary Official Statement, with such changes, additions and 
supplements as they may deem necessary or appropriate in the interest of the Commission, in 
consultation with the City Attorney, is deemed final as of its date, within the meaning of Rule 
15c2-12 (except for the omission of certain final pricing, rating and related information as 
permitted by Rule 15c2-12). Such Preliminary Official Statement is hereby authorized to be used 
from time to time in connection with the marketing of the 2020 New Money Bonds. In connection 
with the sale of all or a portion of the 2020 New Money Bonds, the General Manager is hereby 


authorized and directed, for and on behalf of the Commission, to execute one or more final Official 
Statements for such 2020 New Money Bonds in substantially the form of such Preliminary Official 
Statement, and to cause the delivery of such Official Statement to the underwriters or successful 
bidders for the 2020 New Money Bonds for distribution to purchasers of such 2020 New Money 
Bonds. Notwithstanding the foregoing authorization, Commission staff is hereby directed to return 
to the Commission for authorization of any Preliminary Official Statement or Official Statement to 
be used in connection with any sale of 2020 New Money Bonds that is to occur more than ninety 
(90) days following the date hereof. 


Section 6. Competitive Sale; Official Notice of Sale. If the General Manager determines to 
sell all or a portion of the 2020 New Money Bonds by competitive sale from time to time, the 
proposed form of Official Notice of Sale inviting bids for such 2020 New Money Bonds, 
submitted to this Commission, is hereby approved, and the Municipal Advisors are hereby 
authorized and directed to disseminate the Official Notice of Sale to prospective bidders in 
connection with each sale of such 2020 New Money Bonds, with such additions, changes and 
corrections thereto as the General Manager shall approve with the advice of the City Attorney, 
such approval to be conclusively evidenced by the dissemination thereof to prospective bidders. In 
a competitive sale, electronic proposals shall be received on such date or dates as shall be selected 
and changed as necessary by the General Manager for the purpose of the sale of the 2020 New 
Money Bonds, in accordance with the terms and conditions of the applicable Official Notice of 
Sale. In a competitive sale, the General Manager is hereby authorized to award the 2020 New 
Money Bonds of each series or subseries (or in any aggregate thereof) to be sold to the best 
responsible bidder whose bid represents the lowest true interest cost to the Commission with 
respect to such series or subseries, and provided, such bid shall provide a true interest cost to the 
Commission of not to exceed twelve percent (12%) per annum, and the price to be paid to the 
Commission for such series or subseries of 2020 New Money Bonds (or aggregate thereof) shall 
not be less than ninety-five percent (95%) of the par value thereof. If such true interest cost and 
price are acceptable to the General Manager and satisfy the foregoing criteria, the General 
Manager is hereby authorized and directed to accept, on behalf of the Commission, the best 
responsive bid for such 2020 New Money Bonds. The Secretary of the Commission is directed to 
file a copy of the proposed form of Official Notice of Sale with the minutes of this meeting. 


Section 7. Notice of Intention to Sell. The proposed form of Notice of Intention to Sell 
submitted to this Commission is hereby approved. If the General Manager determines to sell all or 
a portion of the 2020 New Money Bonds by competitive sale, the General Manager is hereby 
authorized and directed to cause a Notice of Intention to Sell, subject to such corrections, revisions 
or additions as may be approved by the General Manager (such approval to be conclusively 
evidenced by the publication thereof), to be published once at least five (5) days before the date of 
sale of the applicable series or subseries of 2020 New Money Bonds in a financial newspaper of 
general circulation in the City and in a financial publication generally circulated throughout the 
state or reasonably expected to be disseminated among prospective bidders for the 2020 New 
Money Bonds. The Secretary of the Commission is directed to file a copy of said form of Notice 
of Intention to Sell with the minutes of this meeting. 


Section 8. Negotiated Sale; Bond Purchase Contract. If the General Manager determines to 
sell all or a portion of the 2020 New Money Bonds by negotiated sale from time to time pursuant 
to the authority granted in Section 2 hereof, for such 2020 New Money Bonds, the General 


Manager is hereby authorized to select and appoint one or more underwriters (each, an 
“Underwriter” and, collectively, the “Underwriters”) from the Commission’s or the City’s pool of 
prequalified underwriters in accordance with the City’s policies and procedures with respect 
thereto, subject to the limits on underwriter compensation set forth below. The General Manager is 
hereby authorized and directed, for and on behalf of and in the name of the Commission, to sell 
such 2020 New Money Bonds at one or more negotiated sales in such principal amount as the 
General Manager may determine, subject to the further limitations and conditions hereof. The 
General Manager is hereby authorized to enter into one or more Bond Purchase Contracts with one 
or more of the Underwriters, individually or collectively as the General Manager deems 
appropriate, substantially in the form presented at this meeting and on file with the Secretary of the 
Commission, with such changes and additions as the General Manager may approve upon 
consultation with the City Attorney, such approval to be evidenced conclusively by the execution 
and delivery of each such Bond Purchase Contract; provided, however, that the total compensation 
to the Underwriters shall not exceed three tenths percent (0.3%) of the par value of the 2020 New 
Money Bonds to be sold pursuant to any such Bond Purchase Contract. 2020 New Money Bonds 
sold in a negotiated sale shall be delivered to the Underwriters upon payment of the purchase price 
agreed upon in the applicable Bond Purchase Contract, together with accrued interest, if any. 


Section 9. Continuing Disclosure Certificate. The proposed form of Continuing Disclosure 
Certificate for the 2020 New Money Bonds, submitted to this Commission, is hereby approved. 
The General Manager is hereby authorized and directed to execute one or more Continuing 
Disclosure Certificates for the 2020 New Money Bonds from time to time, substantially in the 
form submitted to this Commission, with such additions, changes and corrections thereto as the 
General Manager shall approve with the advice of the City Attorney, such approval to be 
conclusively evidenced by the execution and delivery of such Continuing Disclosure Certificate. 
The Secretary of the Commission is directed to file a copy of said form of Continuing Disclosure 
Certificate with the minutes of this meeting. 


Section 10. Proposition P. Pursuant to Proposition P, this resolution and the CP Refinancing 
Bonds are subject to, and incorporate by reference, the requirements of Proposition P. Pursuant to 
Proposition P, to the extent permitted by law and to the extent not already paid from the proceeds 
of any previous issue of commercial paper or bonds, one- twentieth of one percent (0.05%) of the 
gross proceeds of the 2020 New Money Bonds shall be deposited in a fund established by the 
Controller’s Office and appropriated by the Board at the direction of the Public Utilities Revenue 
Bond Oversight Committee established by Proposition P to cover the costs of said committee. 


Section 11. General Authority. The General Manager, the Deputy General Manager and 
Chief Operating Officer and the Assistant General Manager, Business Services and Chief Financial 
Officer, of the Commission and the officers of the City are hereby authorized and directed, each 
acting alone, for and in the name and on behalf of this Commission, to execute and deliver any and 
all documents, certificates and representations, including, but not limited to, signature certificates, 
no-litigation certificates, tax certificates, letters of representation relating to book-entry 
registration, custody agreements, filing agent agreements, listing agreements and certificates 
concerning the contents of any Official Statement and any Preliminary Official Statement, to 
contract for municipal bond insurance for all or a portion of the 2020 New Money Bonds if 
determined by the General Manager, with the advice of the Municipal Advisors, to be beneficial to 
the Commission, to contract for one or more surety bonds or insurance policies for the debt service 


reserves for the 2020 New Money Bonds if determined by the General Manager, with the advice of 
the Municipal Advisors, to be beneficial to the Commission, to do any and all things and take any 
and all actions which may be necessary or advisable, in their discretion, to accomplish the intent 
and purposes of this resolution including the issuance and sale of the 2020 New Money Bonds, the 
financing or refinancing of the projects, the retirement of the CP Notes, and the other actions 
which the Commission has approved in this resolution. The General Manager is authorized to 
delegate any of the responsibilities or duties set forth in this resolution to the Deputy General 
Manager and Chief Operating Officer or to the Assistant General Manager, Business Services and 
Chief Financial Officer, of the Commission each of which is an authorized designee for purposes 
of this Resolution. The other officers of the Commission are hereby authorized to delegate any of 
the actions on their behalf set forth herein to another officer or employee of the Commission. 


Section 12. Ratification. All actions heretofore taken by the officers, employees and agents 
of the Commission with respect to the authorization, sale and issuance of the 2020 New Money 
Bonds prior to the date hereof and in accordance with the provisions hereof are hereby approved, 
confirmed and ratified. 


Section 13. Effective Date. This resolution shall take effect from and after its adoption. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities Commission at its 


meeting of August 25, 2020 


Secretary, Public Utilities Commission 


Westeehhioibititee. 
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PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0184 





WHEREAS, At a duly called and held election on November 5, 2002, a majority of 
voters voting on the measure approved Proposition E (“Proposition E of 2002”) which, 
among other things, amended the Charter of the City and County of San Francisco (“City”) to 
authorize the Public Utilities Commission (“Commission”) of the City to issue revenue 

bonds, including notes, commercial paper or other forms of indebtedness, when authorized 
by ordinance approved by a two-thirds vote of the Board of Supervisors of the City 
(“Board”), for the purpose of reconstructing, replacing, expanding, repairing or improving 
water facilities under the jurisdiction of the Commission, subject to satisfaction of certain 
conditions: and 


WHEREAS, The authority to issue revenue bonds pursuant to Proposition E of 2002 is 
expressly notwithstanding, and in addition to, the authority granted to the Board under 
Section 9.107 of the City Charter (“Charter”), which provides for the issuance of revenue 
bonds of the City upon the assent of a majority of the voters upon any proposition for the 
issuance of revenue bonds; and 


WHEREAS, At the duly called and held revenue bond election on November 5, 2002, 
a majority of voters voting on the measure further approved, under the authority of Charter 
Section 9.107, Proposition A (“Proposition A of 2002”) which, among other things, 
authorized the Commission to issue its revenue bonds and/or other forms of revenue 
financing in a principal amount not to exceed $1,628,000,000 (such authorized amount being 
subject to reduction to the extent projects designed and intended in substantial part to 
improve the reliability of the City’s regional water system are issued by the San Francisco 
Bay Area Regional Water System Financing Authority) for the purpose of financing the costs 
of acquisition and construction of improvements to the City’s water system, capitalized 
interest and all costs and expenses incidental to such improvements, including but not limited 
to engineering, inspection, auditing, legal and fiscal agent fees and costs of issuance; and 


WHEREAS, Pursuant to Proposition E of 2002 and various ordinances and resolutions 
adopted by the Board and this Commission thereunder, there has been authorized 
$4,269,957,818 aggregate principal amount of water revenue bonds or other forms of 
indebtedness, including notes, commercial paper and other short-term indebtedness (not 
counting refunding bonds), of which authorization $3,640,881,000 aggregate principal 
amount has been utilized; and 


WHEREAS, Pursuant to Proposition A of 2002 and various ordinances and resolutions 
adopted by the Board and this Commission thereunder, there has been authorized 
$1,628,000,000 aggregate principal amount of water revenue bonds or other forms of 
indebtedness, including notes, commercial paper and other short-term indebtedness (not 
counting refunding bonds), of which authorization $1,534,555,000 aggregate principal 
amount has been utilized; and 


WHEREAS, Charter Section 9.109 authorizes the Board to provide for the issuance of 
revenue refunding bonds, for which no voter approval is required, for the purpose of 
refunding any outstanding revenue bonds of the City provided such refunding bonds are 
expected to result in net debt service savings to the City on a present value basis, calculated 
as provided by ordinance; and 


WHEREAS, Pursuant to Charter Section 9.109 and a related ordinance regarding debt 
service savings proposed to be adopted by the Board, the Commission expects to be 
authorized to issue refunding water revenue bonds without limitation as to principal amount, 
so long as such refunding bonds comply with Section 9.109 of the Charter and, among other 
conditions, the refunding results in at least 3% net present value debt service savings; and 


WHEREAS, It is proposed, conditioned on adoption by the Board of the proposed 
ordinance described in the preceding clause, that the Commission issue, subject to the other 
limitations as provided herein, one or more series of taxable or tax-exempt water revenue 
refunding bonds (“2020 Refunding Bonds”) for the principal purpose of refunding for debt 
service savings outstanding water revenue bonds in an aggregate principal amount not to 
exceed $850,000,000, pursuant to the terms of the Indenture and one or more supplemental 
indentures, between the Commission and the Trustee, as herein provided; and 


WHEREAS, The refunding of certain of the Commission’s outstanding water revenue 
bonds as proposed will be accomplished by depositing proceeds of the 2020 Refunding 
Bonds and certain other amounts in one or more irrevocable escrow funds, each established 
and held in trust by the trustee for the bonds to be refunded (the “Refunded Bonds”) pursuant 
to one or more escrow agreements between the Commission and said trustee (collectively, 
the “Escrow Agreements”), which moneys and the investment income thereon are to be 
applied to pay the principal of and the interest and redemption premium, if any, on the 
applicable Refunded Bonds as provided therein; and 


WHEREAS, The Indenture permits amounts in such irrevocable escrow funds to be 
invested in Federal Securities (as defined in the Indenture) or general obligation bonds of the 
State of California; and 


WHEREAS, It is proposed that the 2020 Refunding Bonds be sold in one or more 
series or subseries by competitive sale pursuant to one or more official notices of sale (each, 
an “Official Notice of Sale”) and a corresponding notice of intention to sell bonds (each, a 
“Notice of Intention to Sell”), or in a negotiated sale pursuant to one or more Bond Purchase 
Contracts (each, a “Bond Purchase Contract”), or in some combination of competitive and 
negotiated sales; and 


WHEREAS, It is proposed that one or more preliminary official statements for the 2020 
Refunding Bonds (each a “Preliminary Official Statement”) and one or more final official 
statements for the 2020 Refunding Bonds (each an “Official Statement”) be used in connection 
with the offering and sale of the 2020 Refunding Bonds from time to time; and 


WHEREAS, It is proposed that one or more continuing disclosure certificates (each a 
“Continuing Disclosure Certificate”) be executed and delivered with respect to the 2020 


Refunding Bonds in order to assist the underwriters thereof in complying with Securities and 
Exchange Commission Rule 15c2-12 (“Rule 15c2-12”); and 


WHEREAS, The Commission has been presented with and has examined proposed 
forms of Supplemental Indentures for each series of 2020 Refunding Bonds, and forms of 
Official Notice of Sale, Notice of Intention to Sell, Bond Purchase Contract, Escrow 
Agreement, Preliminary Official Statement and Continuing Disclosure Certificate; and 


WHEREAS, Subject to the requirements set forth in applicable Board resolutions and 
ordinances, Section 9.109 of the Charter and the related proposed ordinance described above, 
and the requirements of the Indenture, the Commission will be duly authorized and 
empowered, pursuant to each and every requirement of law, to authorize the foregoing 
transactions and issue the 2020 Refunding Bonds and to authorize the execution and delivery 
(as applicable) of one or more Official Notices of Sale, one or more Notices of Intention to 
Sell, one or more Bond Purchase Contracts, one or more Preliminary Official Statements, one 
or more final Official Statements, one or more Escrow Agreements, one or more Continuing 
Disclosure Certificates and related documents, each as appropriate for the issuance of the 
2020 Refunding Bonds, for the purposes, in the manner and upon the terms provided herein; 
and 


WHEREAS, In compliance with California Government Code Section 5852.1, the 
Commission has obtained from Montague DeRose and Associates, LLC, one of the 
municipal advisors to the Commission with respect to the 2020 Refunding Bonds, good faith 
estimates of the following information: (a) the true interest cost of the 2020 Refunding 
Bonds, (b) the sum. of all fees and charges paid to third parties with respect to the 2020 
Refunding Bonds, (c) the amount of proceeds of the 2020 Refunding Bonds expected to be 
received net of the fees and charges paid to third parties and any reserves or capitalized 
interest paid or funded with proceeds of the 2020 Refunding Bonds, and (d) the sum total of 
all debt service payments on the 2020 Refunding Bonds calculated to the final maturity of the 
2020 Refunding Bonds plus the fees and charges paid to third parties not paid with the 
proceeds of the 2020 Refunding Bonds, and such estimates are disclosed and set forth in the 
staff report provided to the Commission in connection with this resolution; and 


WHEREAS, On September 1, 2016, the Environmental Review Officer issued a 
certificate to the Board in satisfaction of the requirements of clause (b) of Section 8B.124 of 
Proposition E with respect to the projects financed with the proceeds of the CP Notes to be 
refinanced with CP Refinancing Bonds; and 


NOW THEREFORE, BE IT RESOLVED by the Public Utilities Commission of the 
City and County of San Francisco, as follows: 


Section 1. Issuance of the 2020 Refunding Bonds. The issuance of the 2020 
Refunding Bonds, as currently anticipated in four subseries (2020 Sub-Series E Bonds 
(Refunding — Federally Taxable) (WSIP) (Green Bonds), 2020 Sub-Series F Bonds 
(Refunding — Federally Taxable) (Non-WSIP), 2020 Sub-Series G Bonds (Refunding — 
Federally Taxable) (Local Water) and 2020 Sub-Series G Bonds (Refunding — Federally 
Taxable) (Hetch Hetchy Water), one or more of which subseries may be issued as green 


bonds), or in such other or additional series or subseries as may be'determined by the General 
Manager (all references in this resolution to the General Manager of the Commission to 
include any authorized designee thereof pursuant to Section 12 hereof) and on one or more 
dates, in an aggregate principal amount not exceeding $850,000,000 is hereby authorized and 
approved by the Commission, subject to the limitations and conditions provided herein. 


The issuance of the 2020 Refunding Bonds is authorized and approved subject to the 
limitations and conditions of Section 9.109 of the Charter and a related ordinance regarding 
debt service savings proposed to be adopted by the Board and the requirements of the 
Indenture, including without limitation Section 3.04, Section 3.05 and 3.06 of the Indenture 
and the applicable requirements of the Commission’s policies and procedures for refunding 
bonds. The Refunded Bonds shall be selected by the General Manager, in consultation with 
Montague DeRose and Associates, LLC and Backstrom McCarley Berry & Co., LLC, the 
municipal advisors to the Commission with respect to the 2020 Refunding Bonds (together, 
the “Municipal Advisors”), upon a determination that the refunding meets the requirements 
described in the preceding sentence and would be financially advantageous to the 
Commission and its operations. The proceeds of the 2020 Refunding Bonds shall be applied 
(a) to retire the Refunded Bonds and (b) to pay the costs of issuance of the 2020 Refunding 
Bonds. 


The General Manager is hereby authorized and directed to determine the aggregate 
principal amount of 2020 Refunding Bonds to be issued from time to time (subject to the 
maximum amounts and further limitations and conditions set forth herein) and to determine 
the various titles and series designations of the 2020 Refunding Bonds. The 2020 Refunding 
Bonds may be issued as obligations the interest on which is or is not subject to federal 
income tax. The forms of the 2020 Refunding Bonds, in substantially the forms set forth in 
the forms of the Supplemental Indentures presented to this meeting, are hereby approved. 
The General Manager of the Commission is hereby authorized and directed to approve and to 
execute the 2020 Refunding Bonds by manual or facsimile signature, and the Secretary of the 
Commission is hereby authorized and directed to attest, by manual or facsimile signature, 
with such changes, additions, amendments or modifications thereto which they may approve 
with the advice of the City Attorney, such approval to be conclusively evidenced by the 
issuance of the 2020 Refunding Bonds, subject to the limitations set forth in 0 hereof. 


Section 2. Sale of 2020 Refunding Bonds. The sale of the 2020 Refunding Bonds, in 
one or more series or subseries and on one or more dates, is hereby authorized and approved 
by the Commission, subject to the limitations and conditions provided herein. The 
Commission delegates to the General Manager the authority to determine, with the advice of 
the Municipal Advisors, whether to sell the 2020 Refunding Bonds from time to time by 
negotiated sale or competitive sale, provided that the General Manager shall not approve the 
sale of the 2020 Refunding Bonds on a negotiated basis until he determines, upon 
consultation with the Municipal Advisors, that (1) the sale of the 2020 Refunding Bonds 
through a negotiated process is likely to enhance the ability of the Commission to timely sell 
the 2020 Refunding Bonds or to achieve a lower overall cost to the Commission, or both, and 
(ii) the requirements of the Commission’s Debt Management Policies and Procedures, as the 
same may have been amended and in effect at the time of such determination, have been 
satisfied. Subject to the other limitations provided herein, the interest rate or rates on the 


2020 Refunding Bonds shall not exceed twelve percent (12%) and the final maturity of any 
2020 Refunding Bonds shall not exceed 40 years from their date of issuance. 


Section 3. Escrow Agreement. The proposed form of Escrow Agreement submitted to 
this Commission, and the terms and conditions thereof, is hereby approved. In order to 
implement any refunding authorized herein, the General Manager is hereby authorized to 
enter into one or more Escrow Agreements with the trustee of the Refunded Bonds, 
substantially in the form presented to this meeting and on file with the Secretary of the 
Commission, with such changes and additions as the General Manager may approve upon 
consultation with the City Attorney, each such approval to be evidenced conclusively by the 
delivery to the trustee of such Escrow Agreement. The Secretary of the Commission is directed 
to file a copy of said form of Escrow Agreement with the minutes of this meeting. 


Section 4. Disposition of Revenues: Rate Covenant. Section 5.01(b) of the Indenture 
which sets forth the disposition of Revenues (as defined in the Indenture) applicable to the 
Commission’s Water Enterprise Bonds is hereby confirmed by the Commission and the 
Commission further confirms, pledges and covenants with the holders of the 2020 Refunding 
Bonds that the Revenues shall be appropriated and expended in the order of priority set forth 
in Section 5.01(b) of the Indenture, as the same may be amended from time to time. This 
Commission also declares that the Commission will comply with all of the terms, provisions 
and covenants contained in the Indenture, as the same may be amended from time to time, 
including the covenants to establish, fix, prescribe and collect rates, fees and charges 
sufficient to enable the Commission to comply with the terms, conditions and covenants of 
the Indenture. 


Section 5. Supplemental Indentures. The proposed forms of Supplemental Indentures 
for each series of 2020 Refunding Bonds submitted to this Commission, and the terms and 
conditions thereof, are hereby approved. The General Manager of the Commission is hereby 
authorized and directed to execute and deliver and the Secretary of the Commission or the 
Secretary’s designee is authorized to attest to one or more Supplemental Indentures in such 
form or forms, with such additions thereto or changes therein which they may approve with 
the advice of the City Attorney, such approval to be conclusively evidenced by the execution 
and delivery of such Supplemental Indentures. The Secretary of the Commission is directed 
to file a copy of each form of Supplemental Indenture with the minutes of this meeting. 
Subject to the further limitations hereof, the principal amount, date, maturity date or dates, 
maximum interest rate or rates, series designation, interest payment dates, forms, registration 
privileges, place or places of payment, terms of redemption, insurance provisions and other 
terms of the 2020 Refunding Bonds shall be as provided in the Indenture. 


Section 6. Preliminary Official Statement and Official Statement. One or more 
Preliminary Official Statements, in substantially the form submitted to the Commission, is 


hereby approved, and the General Manager is hereby authorized to certify from time to time, 
for and on behalf of the Commission, that such Preliminary Official Statement, with such 
changes, additions and supplements as they may deem necessary or appropriate in the interest 
of the Commission, in consultation with the City Attorney, is deemed final as of its date, 
within the meaning of Rule 15c2-12 (except for the omission of certain final pricing, rating 
and related information as permitted by Rule 15c2-12). Such Preliminary Official Statement 


is hereby authorized to be used from time to time in connection with the marketing of the 
2020 Refunding Bonds. In connection with the sale of all or a portion of the 2020 Refunding 
Bonds, the General Manager is hereby authorized and directed, for and on behalf of the 
Commission, to execute one or more final Official Statements for such 2020 Refunding 
Bonds in substantially the form of such Preliminary Official Statement, and to cause the 
delivery of such Official Statement to the underwriters or successful bidders for the 2020 
Refunding Bonds for distribution to purchasers of such 2020 Refunding Bonds. 
Notwithstanding the foregoing authorization, Commission staff is hereby directed to return to 
the Commission for authorization of any Preliminary Official Statement or Official 
Statement to be used in connection with any sale of 2020 Refunding Bonds that is to occur 
more than ninety (90) days following the date hereof. 


Section 7. Competitive Sale: Official Notice of Sale. If the General Manager 
determines to sell all or a portion of the 2020 Refunding Bonds by competitive sale from 
time to time, the proposed form of Official Notice of Sale inviting bids for such 2020 
Refunding Bonds, submitted to this Commission, is hereby approved, and the Municipal 
Advisors are hereby authorized and directed to disseminate the Official Notice of Sale to 
prospective bidders in connection with each sale of such 2020 Refunding Bonds, with such 
additions, changes and corrections thereto as the General Manager shall approve with the 
advice of the City Attorney, such approval to be conclusively evidenced by the dissemination 
thereof to prospective bidders. In a competitive sale, electronic proposals shall be received 
on such date or dates as shall be selected and changed as necessary by the General Manager 
for the purpose of the sale of the 2020 Refunding Bonds, in accordance with the terms and 
conditions of the applicable Official Notice of Sale. In a competitive sale, the General 
Manager is hereby authorized to award the 2020 Refunding Bonds of each series or subseries 
(or in any aggregate thereof) to be sold to the best responsible bidder whose bid represents 
the lowest true interest cost to the Commission with respect to such series or subseries, and 
provided, such bid shall provide a true interest cost to the Commission of not to exceed 
twelve percent (12%) per annum, and the price to be paid to the Commission for such series 
or subseries of 2020 Refunding Bonds (or aggregate thereof) shall not be less than ninety- 
five percent (95%) of the par value thereof. If such true.interest cost and price are acceptable 
to the General Manager and satisfy the foregoing criteria, the General Manager is hereby 
authorized and directed to accept, on behalf of the Commission, the best responsive bid for 
such 2020 Refunding Bonds. The Secretary of the Commission is directed to file a copy of 
the proposed form of Official Notice of Sale with the minutes of this meeting. 


Section 8. Notice of Intention to Sell. The proposed form of Notice of Intention to 
Sell submitted to this Commission is hereby approved. If the General Manager determines to 
sell all or a portion of the 2020 Refunding Bonds by competitive sale, the General Manager 
is hereby authorized and directed to cause a Notice of Intention to Sell, subject to such 
corrections, revisions or additions as may be approved by the General Manager (such 
approval to be conclusively evidenced by the publication thereof), to be published once at 
least five (5) days before the date of sale of the applicable series or subseries of 2020 
Refunding Bonds in a financial newspaper of general circulation in the City and in a financial 
publication generally circulated throughout the state or reasonably expected to be 
disseminated among prospective bidders for the 2020 Refunding Bonds. The Secretary of 


the Commission is directed to file a copy of said form of Notice of Intention to Sell with the 
minutes of this meeting. 


Section 9. Negotiated Sale; Bond Purchase Contract. If the General Manager 
determines to sell all or a portion of the 2020 Refunding Bonds by negotiated sale from time 
to time pursuant to the authority granted in Section 2 hereof, for such 2020 Refunding Bonds, 
the General Manager is hereby authorized to select and appoint one or more underwriters 
(each, an “Underwriter” and, collectively, the “Underwriters”) from the Commission’s or the 
City’s pool of prequalified underwriters in accordance with the City’s policies and 
procedures with respect thereto, subject to the limits on underwriter compensation set forth 
below. The General Manager is hereby authorized and directed, for and on behalf of and in 
the name of the Commission, to sell such 2020 Refunding Bonds at one or more negotiated 
sales in such principal amount as the General Manager may determine, subject to the further 
limitations and conditions hereof. The General Manager is hereby authorized to enter into 
one or more Bond Purchase Contracts with one or more of the Underwriters, individually or 
collectively as the General Manager deems appropriate, substantially in the form presented at 
this meeting and on file with the Secretary of the Commission, with such changes and 
additions as the General Manager may approve upon consultation with the City Attorney, 
such approval to be evidenced conclusively by the execution and delivery of each such Bond 
Purchase Contract; provided, however, that the total compensation to the Underwriters shall 
not exceed three-tenths percent (0.3%) of the par value of the 2020 Refunding Bonds to be 
sold pursuant to any such Bond Purchase Contract. 2020 Refunding Bonds sold in a 
negotiated sale shall be delivered to the Underwriters upon payment of the purchase price 
agreed upon in the applicable Bond Purchase Contract, together with accrued interest, if any. 


Section 10. Continuing Disclosure Certificate. The proposed form of Continuing 
Disclosure Certificate for the 2020 Refunding Bonds, submitted to this Commission, is 
hereby approved. The General Manager is hereby authorized and directed to execute one or 
more Continuing Disclosure Certificates for the 2020 Refunding Bonds from time to time, 
substantially in the form submitted to this Commission, with such additions, changes and 
corrections thereto as the General Manager shall approve with the advice of the City 
Attorney, such approval to be conclusively evidenced by the execution and delivery of such 
Continuing Disclosure Certificate. The Secretary of the Commission is directed to file a copy 
of said form of Continuing Disclosure Certificate with the minutes of this meeting. 


Section 11. General Authority. The General Manager, the Deputy General Manager 
and Chief Operating Officer and the Assistant General Manager, Business Services and Chief 
Financial Officer, of the Commission and the officers of the City are hereby authorized and 
directed, each acting alone, for and in the name and on behalf of this Commission, to execute 
and deliver any and all documents, certificates and representations, including, but not limited 
to, signature certificates, no-litigation certificates, tax certificates, letters of representation 
relating to book-entry registration, custody agreements, filing agent agreements, listing 
agreements and certificates concerning the contents of any Official Statement and any 
Preliminary Official Statement, to contract for municipal bond insurance for all or a portion 
of the 2020 Refunding Bonds if determined by the General Manager, with the advice of the 
Municipal Advisors, to be beneficial to the Commission, to contract for one or more surety 
bonds or insurance policies for the debt service reserves for the 2020 Refunding Bonds if 


determined by the General Manager, with the advice of the Municipal Advisors, to be 
beneficial to the Commission, to do any and all things and take any and all actions which 
may be necessary or advisable, in their discretion, to accomplish the intent and purposes of 
this resolution including the issuance and sale of the 2020 Refunding Bonds, the refunding of 
Refunded Bonds and the other actions which the Commission has approved in this resolution. 
The General Manager is authorized to delegate any of the responsibilities or duties set forth 
in this resolution to the Deputy General Manager and Chief Operating Officer or to the 
Assistant General Manager, Business Services and Chief Financial Officer, of the 
Commission, each of which is an authorized designee for purposes of this Resolution. The 
other officers of the Commission are hereby authorized to delegate any of the actions on their 
behalf set forth herein to another officer or employee of the Commission. 


Section 12. Ratification. All actions heretofore taken by the officers, employees and 
agents of the Commission with respect to the authorization, sale and issuance of the 2020 
Refunding Bonds prior to the date hereof and in accordance with the provisions hereof are 
hereby approved, confirmed and ratified 


Section 13. Effective Date. This resolution shall take effect from and after its adoption. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 


Commission at its meeting of August 25, 2020 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0185 


WHEREAS, On February 25, 2020, the Mayor issued a Proclamation (the Proclamation) 
declaring a local emergency to exist in connection with the imminent spread within the City of a 
novel (new) coronavirus (COVID-19); and 


WHEREAS, On March 3, 2020, the Board of Supervisors concurred in the Proclamation 
and in the actions taken by the Mayor to meet the emergency; and 


WHEREAS, On March 4, 2020, Governor Gavin Newsom proclaimed a state of 
emergency to exist within the State due to the threat posed by COVID-19; and 


WHEREAS, On March 13, 2020, the Mayor issued a second supplement to the 
Proclamation, suspending shutoffs of water and power service by the San Francisco Public 
Utilities Commission (SFPUC) for delinquent water, power, and/or sewer bills, and prohibiting 
the imposition of late penalties and fees for non-payment of utility bills; and 


WHEREAS, On March 16, 2020, the City’s Health Officer issued a stay safe at home 
order, Health Officer Order No. C19-07 (the Stay Safe At Home Order), requiring most people to 
remain in their homes subject to certain exceptions including obtaining essential goods such as 
food and necessary supplies, and requiring the closure of nonessential businesses; the Health 
Officer has extended the Stay Safe At Home Order until further notice; and 


WHEREAS, On May 26, 2020, the San Francisco Public Utilities Commission approved 
the Temporary Emergency Customer Assistance Program for COVID-19 Relief (Resolution No. 
20-0099) to provide up to six (6) months of bill discounts to qualifying customers who have lost 
income due to COVID-19 or the shelter-in-place orders; and 


WHEREAS, COVID-19 has caused and is expected to continue to cause serious negative 
impacts to the local economy and financial impacts to residents, including the substantial loss of 
income due to loss of compensable work hours or wages, layoffs, and business closures; and 


WHEREAS, Loss of income as a result of the global COVID-19 pandemic continues to 
inhibit San Francisco residents and businesses from fulfilling their financial obligations 
including public utility payments such as water, sewer, and Hetch Hetchy power charges; and 


WHEREAS, The SFPUC’s existing Customer Assistance Program applies to low-income 
residents only, and requires applicants to submit significant income documentation, such as 
income tax filings, which would not reflect recent impacts of COVID-19, and are not currently 


accessible to middle-income San Franciscans who may be suffering from reduced hours or job 
loss for a portion of their household; and 


WHEREAS, The SFPUC General Manager desires to extend the temporary discount rate 
program for residential customers who have been financially impacted by COVID-19 and whose 
pre-COVID-19 maximum gross household income, before taxes and deductions, is below 200% 
of the San Francisco Area Median Income, and to allow new customers to continue to apply for 
such a discount by self-certifying their eligibility via an online application form; and 


WHEREAS, The discounts to be provided on bills would continue to be 15% for water, 
35% for sewer, and 30% for Hetch Hetchy Power; and 


WHEREAS, Eligible customers who apply on or before September 4, 2020 would 
receive applicable bill discounts applied retroactively to March 4, 2020 and through December _ 
31, 2020, while eligible customers who submit an application after September 4, 2020 but before 
December 31, 2020 would receive applicable bill discounts beginning from the date their 
application 1s submitted until December 31, 2020; and 


WHEREAS, The eligibility criteria and program rules are set forth in the document titled 
“Program Rules for Temporary Emergency Customer Assistance Program for COVID-19 Relief” 
(“Program Rules”), a copy of which is attached hereto and on file with the Commission 
Secretary; and 


WHEREAS, Pursuant to Charter Section 4.104, a notice of public hearing was posted on 
the SFPUC website, as required, on August 14, 2020; now, therefore, be it 


RESOLVED, That this Commission hereby authorizes the General Manager to extend the 
Temporary Emergency Customer Assistance Program for COVID-19 Relief until December 31 
2020, allowing a maximum of nine (9) months and 27 days of bill discounts of 15% on water, 
35% on sewer, and 30% on Hetch Hetchy Power, for customers whose incomes have been 
impacted by COVID-19 or the shelter-in-place-order based on the eligibility criteria and discount 
parameters set forth in attached Program Rules; and be it 


FURTHER RESOLVED, The Temporary Emergency Customer Assistance Program for 
COVID-19 Relief shall expire automatically on December 31, 2020, absent further action by this 
Commission. 


I hereby certify that the foregoing was adopted by the Public Utilities Commission at its meeting 


of August 25, 2020. 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0186 


WHEREAS, the San Francisco Bay Area Integrated Regional Water Management 
(“IRWM7”) Plan, initially prepared in 2006 and subsequently updated in 2013, is an effort across 
nine-counties to coordinate and improve water supply reliability, protect water quality, manage 
flood protection, maintain public health standards, protect habitat and watershed resources, and 
enhance the overall health of the San Francisco Bay; and 


WHEREAS, the San Francisco Public Utilities Commission (“SFPUC”) is participating 
in this Bay Area effort along with other water and wastewater utilities, flood control districts, 
state agencies, non-governmental organizations, and other stakeholders throughout the Bay Area: 
and 


WHEREAS, the State electorate has approved multiple statewide bond measures since 
2000 to fund water and natural resource projects and programs, including $4 billion under 2014’s 
Proposition 1, of which $510 million has been devoted to projects that are part of an Integrated 
Regional Water Management Plan; and 


WHEREAS, integrated planning for water resources management activities increases 
efficiency and effectiveness, enhanced collaboration across agencies and stakeholders, and 
improved responsiveness to regional needs and priorities; and 


WHEREAS, on April 22, 2014, through Resolution No. 14-0059, this Commission 
adopted the 2013 Bay Area IRWM Plan; and 


WHEREAS, the San Francisco Bay Area Region’s IRWM Coordinating Committee 
prepared the 2019 Bay Area IRWM Plan to meet the new requirements in the California 
Department of Water Resources (“DWR”) 2016 updated standards for IRWM Plans and 
maintain the Bay Area Region’s funding eligibility; and 


WHEREAS, the San Francisco Bay Area Region’s IRWM Coordinating Committee 
posted online and distributed the 2019 Bay Area IRWM Plan for public comment from 
September 16, 2019 through October 11, 2019 and approved the document with unanimous 
consent on October 28, 2019; and 


WHEREAS, DWR approved the 2019 Bay Area IRWM Plan on April 14, 2020; and 


WHEREAS, State statute and guidelines require that before grant funds will be provided 
for water management projects that are part of the 2019 Bay Area IRWM Plan, the governing 
boards of participating agencies must adopt the 2019 Bay Area IRWM Plan; and 


WHEREAS, the SFPUC is one of several participating agencies in the Bay Area IRWM 
Region that have jointly submitted an IRWM grant application for State consideration where one 
condition requires the 2019 Bay Area IRWM Plan to be adopted before funds are awarded; and 


WHEREAS, adoption of the 2019 Bay Area IRWM Plan does not entail a direct 
commitment of resources, and implementation of each project will be the responsibility of the 
project proponent and any applicable project partners, and there is no joint commitment or 


responsibility by the 2019 Bay Area IRWM Plan participants to implement any, or all of the 
projects; and 


WHEREAS, on July 15, 2020, the Planning Department determined that the proposed 
action is statutorily exempt from environmental review under the California Environmental 
Quality Act (CEQA) Guidelines Section 15262 (Feasibility and Planning Studies); and 


WHEREAS, the 2019 Bay Area IRWM Plan is meant to be complementary to 
participating agencies’ individual plans and programs, and does not supersede such plans and 
programs, and adoption of the 2019 Bay Area IRWM Plan does not prohibit nor affect in any 
way a participating agency’s planning efforts separate from the 2019 Bay Area IRWM Plan; 
now, therefore be it 


RESOLVED, that the San Francisco Public Utilities Commission does hereby adopt 
the 2019 Bay Area Integrated Regional Water Management Plan. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of August 25, 2020. 


Pllorna Mod 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0187 


WHEREAS, Under the California Environmental Quality Act (“CEQA”) and State of 
California Water Code (Section 10910(g)(1)), the San Francisco Public Utilities Commission 
(“SFPUC”) is required to prepare and approve a Water Supply Assessment (“WSA”) for the 
cumulative water demands presented by the proposed Transbay Block 4 Project, which would 
develop a 1.04-acre vacant site formerly occupied by the Temporary Transbay Terminal with a 
mixed-use development including 950,731 gross square foot (“gsf’) of residential uses (683 
units) and 8,225 gsf retail uses; and 


WHEREAS, The Transbay Block 4 Project is required to comply with the City’s Non- 
potable Water Ordinance, Article 12C of the San Francisco Health Code, and as a result, the 
Project will offset its potable water use through the use of alternate water sources; and 


WHEREAS, A WSA is an informational document that assesses the adequacy of water 
supplies to serve a proposed project and is required to be prepared as part of the CEQA 
environmental review process; and 


WHEREAS, The water demand associated with the Transbay Block 4 Project is 
encompassed within the 2015 Urban Water Management Plan water demand projections; and 


WHEREAS, Approval, of a WSA as an informational document is not considered an 
approval action as defined in Section 15378 of the CEQA Guidelines; and 


WHEREAS, A WSA must be approved at a public meeting by the governing body of the 
public water supplier that would serve the proposed project; and 


WHEREAS, On December 12, 2018, the State Water Resources Control Board adopted 
an amendment to the Water Quality Control Plan for the San Francisco Bay/Sacramento-San 
Joaquin Delta Estuary (“Bay-Delta Plan Amendment”), which, if implemented in the future, 
would affect the Regional Water System supply and the SFPUC’s ability to meet the projected 
demands of existing and future retail customers, including the proposed project; and 


WHEREAS, Multiple lawsuits are pending challenging the Bay-Delta Plan Amendment, 
and the City is a party to one of those suits; and 


WHEREAS, In accordance with the State Water Resources Control Board’s instruction, 
on March 1, 2019, the SFPUC, in partnership with other key stakeholders, submitted a proposed 
“voluntary agreement” (“March Ist Proposed Voluntary Agreement”) for the State’s 
consideration as a substitute or replacement of the Bay-Delta Plan Amendment; and 


WHEREAS, On March 26, 2019, by Resolution No. 19-0057, this Commission endorsed 
the SFPUC’s continued participation in the voluntary agreement negotiation process and stated 
its intent that the terms of any final voluntary agreement would improve the health of the 
fisheries and maintain the reliability of its water supply including maintenance of its level of 
service (“LOS”) goal of no more than 20% system-wide rationing; and 


WHEREAS, Because implementation of the Bay-Delta Plan Amendment or an 
alternative Voluntary Agreement is uncertain at this time, the SFPUC staff prepared the attached 
WSA for the proposed Transbay Block 4 Project, analyzing water supply and demand under 
three scenarios: (1) No implementation of the Bay-Delta Plan Amendment or the March Ist 
Proposed Voluntary Agreement (“Scenario 1”), (2) Implementation of the March Ist Proposed 
Voluntary Agreement (“Scenario 2”), and (3) Implementation of the Bay-Delta Plan 
Amendment (“Scenario 3”); and 


WHEREAS, The WSA concludes that the SFPUC’s total projected water supplies 
through 2040 will (1) meet the demands of the proposed project in normal years under all three 
scenarios, (2) meet the demands of the proposed project in dry years without rationing beyond 
the SFPUC’s LOS goal of 20% system-wide rationing under Scenario 1, (3) meet the demands of 
the proposed project in dry years but require rationing closer to the LOS goal under Scenario 2, 
and (4) not reliably meet the demands of the proposed project without rationing at a level greater 
than that required to achieve the LOS goal under Scenario 3; now, therefore, be it 


RESOLVED, This Commission approves the attached Water Supply Assessment for the 
proposed Transbay Block 4 Project pursuant to the State of California Water Code Section 
10910(g). 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of August 25, 2020. 


ave Mod 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES 
COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0188 


WHEREAS, On September 25, 2018, pursuant to Resolution No. 18-0154, this 
Commission awarded Agreement No. PRO.0101, Tunnel Engineering Services for the Folsom 
Area Stormwater Improvement Project, to provide specialized and technical tunnel 
engineering services for the Folsom Area Stormwater Improvement Project (Project), and 
authorized the General Manager of the San Francisco Public Utilities Commission (SFPUC) to 
execute a professional services agreement with an amount not-to-exceed $5,700,000 and a 
duration of 18 months (one year, six months), with McMillen Jacobs Associates/Stantec, Joint 
Venture (JV); and 


WHEREAS, During the initial design process, the design team discovered previously 
unknown existing underground foundations that supported the US-101 freeway within the 
tunnel alignment; and 


WHEREAS, On May 19, 2020, pursuant to the authority granted by Resolution No. 09- 
0017, the General Manager issued Amendment No. 1, extending the agreement by 4 months, 
to allow the design team to explore and clarify the possible paths moving forward, begin 
evaluating the risks associated with the paths, and start preparing a more thorough second 
amendment to resolve the conflict with the foundations, extending the agreement duration to 
22 months, with no change to the agreement amount; and 


WHEREAS, Amendment No. 2 is being requested to increase the agreement amount 
by $4,000,000, and to extend the term of the agreement by 14 months (one year, two months), 
to account for unforeseen conflicts in the design, to evaluate two design alternatives based on 
their technical merits and expected risks, and allow McMillen Jacobs Associates/Stantec, JV, 
to continue with the tunnel design for the Project, increasing the total not-to-exceed agreement 
amount to $9,700,000 and extending the agreement duration to 36 months (three years); and 


WHEREAS, CMD established an 8% Local Business Enterprise (LBE) subconsultant 
participation requirement on this project and McMillen Jacobs Associates/Stantec JV 
committed to LBE subconsultant participation of 8.6%; and 


WHEREAS, Funds for Agreement No. PRO.0101, Tunnel Engineering Services for the 
Folsom Area Stormwater Improvement Project are available from SSIP-Funded Capital 
Project CWWSIPFCDB 14 - Folsom Area Stormwater Improvement Project; now, therefore, 
be it 

RESOLVED, That this Commission hereby approves Amendment No. 2 to Wastewater 
Enterprise, Sewer System Improvement Program-funded Agreement No. PRO.0101, Tunnel 
Engineering Services for the Folsom Area Stormwater Improvement Project, with McMillen 
Jacobs Associates and Stantec, Joint Venture, to continue to provide specialized tunnel 
engineering services; and be it 


FURTHER RESOLVED, That this Commission authorizes the General Manager of the 
San Francisco Public Utilities Commission to negotiate and execute Amendment No. 2, 
increasing the agreement amount by $4,000,000, and extending the agreement duration by 14 
months (one years, two months), for a total not-to-exceed agreement amount of $9,700,000, 
and a total agreement duration of 36 months (three years). 


| hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of August 25, 2020. 


plea Wake 


Secretary, Public Utilities Commission 








PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0189 


WHEREAS, The City and County of San Francisco (City) owns real property commonly 
known as Assessor’s Parcel Nos. 096-375-06-011 and 096-375-12-002, and known as SPUC 
Parcel 65 (City Property), located along State Route 84 (SR-84) and Interstate 680 (1-680) in the 
Town of Sunol, County of Alameda, State of California; and 


WHEREAS, A portion of the City Property contains subterranean SFPUC water lines 
(“SFPUC Facilities”) consisting of (a) two 12-inch lines (approximately 2,320 feet of a 12-inch 
raw water line, and.approximately 1,215 feet of a 12-inch potable water line) that cross I-680 just 
south of Calaveras Road and (b) approximately 1,500 feet of a 4-inch water line. 


WHEREAS, The California Department of Transportation (Caltrans), in cooperation with 
Alameda County Transportation Commission (Alameda CTC), proposes to widen and conform 
portions of SR-84 to expressway standards, improve the SR-84/I-680 interchange ramps, and 
extend the existing southbound I-680 HOV/express lane (Project); and 


WHEREAS, In connection with the Project, Alameda CTC proposes to relocate the SFPUC 
Facilities to locations elsewhere on the City Property, which relocation presents an opportunity to 
improve the SFPUC Facilities; and 


WHEREAS, The SFPUC and Alameda CTC desire to enter into an Agreement to provide 
for, and share the cost of, such relocation and improvement of the SFPUC Facilities (Agreement); 
and 


WHEREAS, Of the total estimated cost of $3,350,000 to relocate the SFPUC Facilities, 
the SFPUC is willing to contribute $1,300,000, which equates to the estimated costs of the 
proposed improvements to the SFPUC Facilities; and 


WHEREAS, Funds for the Agreement will be available at the time of execution of the 
agreement from Project No. 10033818- Town of Sunol Pipeline); and 


WHEREAS, Acting as the California Environmental Quality Act (“CEQA”) Lead Agency, 
Caltrans prepared the SR 84 Expressway Widening and SR 84/I-680 Interchange Improvements 
Project Final Environmental Impact Report (“FEIR”)/Environmental Assessment with Finding of 
No Significant Impact (FONSI), pursuant to the provisions of CEQA and the National 
Environmental Policy Act (NEPA), which was certified by Caltrans on May 30, 2018 (State 
Clearinghouse Number 2016052033) and prepared a NEPA/CEQA Revalidation Form on July 13, 
2020; and 


WHEREAS, City is a responsible agency under CEQA with respect to the Project; and 


WHEREAS, The SFPUC has reviewed the SR 84 Expressway Widening and SR 84/I-680 
Interchange Improvements Project Final Environmental Impact Report (FEIR)/Environmental 
Assessment with Finding of No Significant Impact (FONSI) (State Clearinghouse Number 
2016052033) and NEPA/CEQA Revalidation Form and determined that SFPUC’s authorization 
of the Utility Agreement to fund the pipeline relocation work is within the scope of the Project’s 
prior CEQA approval, and that these documents are adequate for SFPUC’s use in approving the 
Utility Agreement with the Alameda CTC; and 


WHEREAS, Caltrans’ approval of the action, the EIR/FONSI, the NEPA/CEQA 
Revalidation Form and other Project materials that are part of the record of this approval are 
available for public review at the SFPUC offices, Real Estate Services Division, 525 Golden Gate 
Avenue, 10th Floor, San Francisco, CA; and 


WHEREAS, Since Caltrans approved the project and completed the Revalidation of the 
EIR/FONSI, there have been no substantial changes in the Project or changes in Project 
circumstances that would result in new significant environmental effects or an increase in the 
severity of previously identified significant impacts, and there is no new information of substantial 
importance that would change the conclusions set forth in the FEIR/FONSI; and 


WHEREAS, Caltrans and the Alameda CTC has adopted the mitigation measures included 
in the FEIR and set forth in the Environmental Commitments Record and assumed responsibility 
for their implementation, including any mitigation measures that apply to the design and relocation 
work described in the Utility Agreement. The SFPUC has no direct authority or responsibility 
with respect to the Project other than its action to enable the Project Sponsor to carry out a minor 
component of the Project by approving the Utility Agreement and the reimbursement of specified 
relocation costs. None of the mitigation measures included in the Final EIR and set forth in the 
Mitigation Monitoring and Reporting Program that apply to the relocation work are within the 
SFPUC’s jurisdiction or control; now, therefore, be it 


RESOLVED, That the SFPUC adopts the responsible agency findings contained in the 
recitals set forth above and, be it 


FURTHER RESOLVED, That this Commission hereby approves the terms and conditions 
of the Agreement; and, be it 


FURTHER RESOLVED, That this Commission hereby authorizes and directs the SFPUC 
General Manager to execute the Agreement; and, be it 


FURTHER RESOLVED, That this Commission hereby ratifies, approves, and authorizes 
all actions heretofore taken by any City official in connection with the Agreement; and, be it 


FURTHER RESOLVED, That this Commission herby authorizes the SFPUC General 
Manager to enter into any amendments or modifications to the Agreement, including without 
limitation, the exhibits, that the General Manager determines, in consultation with the City 
Attorney, are in City’s best interest; do not materially increase City’s obligations or liabilities; are 
necessary or advisable to effectuate the purposes and intent of the Agreement or this resolution; 
and are in compliance with all applicable laws, including the City Charter. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities Commission at 


its meeting of August 25, 2020. 


Secretary, Public Utilities Commission 
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SAN FRANCISCO PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


London N. Breed 
Mayor 


REGULAR MEETING AGENDA 
Tuesday, September 8, 2020 
1:30 P.M. 


This meeting is being held by Teleconference Pursuant to the Governor’s Executive Order N- 
29-20 and the Twelfth Supplement to Mayoral Proclamation Declaring the Existence of a Local 
Emergency Dated February 25, 2020 


WATCH LIVE: 
https://www.sfgovtv.org/sfpuc 


PUBLIC COMMENT CALL-IN: 
1 (415) 655-0001 / MEETING ID: 146 087 5808 # # 


During the Coronavirus Disease (COVID-19) emergency, the San Francisco Public Utilities 
Commission’s (SFPUC) regular meeting room, City Hall, Room 400, is closed. Commissioners 
and SFPUC staff will convene Commission meetings remotely by teleconference. 


Commissioners 
Ann Moller Caen, President 
Francesca Vietor, Vice President 
Anson Moran 
Sophie Maxwell 
Tim Paulson 


Harlan L. Kelly, Jr. 
General Manager 


Donna Hood 
Secretary 





Accessible Meeting Policy: To obtain meeting materials in alternative format, please contact the Commission Secretary at 
415-554-2165 or via email at Commission@sfwater.org. Providing at least 72 hours notice will help to ensure availability. 
Written reports or background materials for calendar items are available on-line at 


http://www.sfwater.org/index.aspx?page=167. 


Know Your Rights Under the Sunshine Ordinance: Government's duty is to serve the public, reaching its decision in full 
view of the public. Commissions, boards, councils and other agencies of the City and County exist to conduct the people's 
business. This ordinance assures that deliberations are conducted before the people and that City operations are open to 
the people's review. For more information on your rights under the Sunshine Ordinance or to report a violation of the 
ordinance, contact Administrator, by mail to Sunshine Ordinance Task Force, 1 Dr. Carlton B. Goodlett Place, Room 244, 
San Francisco, CA 94102.4689; by phone at 554.7724; by fax at 554.7854; or by email at sotf@sfgov.org. Copies of the 
Sunshine Ordinance can be obtained from the Clerk of the Sunshine Task Force, the San Francisco Public Library and on 
the City’s website at http://www.sfgov.org. 








311 Free Lanquage Assistance: $¢ #385 Hi) / Ayuda gratuita con el idioma / BecnaaTHad NoMol{b MepeBogynKos / 
Tro gitip Thong dich Mién phi / Assistance linguistique gratuite / #24} Sas 2te / PE 104 / ALE / aa“uay sad 
wva“e “lad lue a’aartaa 14 / Libreng tulong para sa wikang Tagalog siiad 


Lobbyist Registration and Reporting Requirements: Individuals and entities that influence or attempt to influence local 
legislative or administrative action may be required by the San Francisco Lobbyist Ordinance [SF Campaign & Governmental 
Conduct Code §2.100] to register and report lobbying activity. For more information about the Lobbyist Ordinance, please 
contact the San Francisco Ethics Commission at 25 Van Ness Avenue, Suite 220, San Francisco, CA 94102; telephone (415) 
252-3100; fax (415) 252-3112; web site at www.sfgov.org/ethics. 





CEQA Appeal Rights under Chapter 31 of the San Francisco Administrative Code: If the Commission’s action on a 
project constitutes the Approval Action for that project (as defined in S.F. Administrative Code Chapter 31, as amended, Board 
of Supervisors Ordinance Number 161-13), then the CEQA determination prepared in support of that Approval Action is 
thereafter subject to appeal within the time frame specified in S.F. Administrative Code Section 31.16. Typically, an appeal 
must be filed within 30 calendar days of the Approval Action for a project that has received an exemption or negative 
declaration pursuant to CEQA. For information on filing an appeal under Chapter 31, contact the Clerk of the Board of 
Supervisors at City Hall, 1 Dr. Carlton B. Goodlett Place, Room 244, San Francisco, CA 94102, or call (415) 554-5184. If the 
Planning Department's Environmental Review Officer has deemed a project to be exempt from further environmental review, 
an exemption determination has been prepared and can be obtained on-line at http://www.sf- 
planning.org/index.aspx?page=3447.Under CEQA, in a later court challenge, a litigant may be limited to raising only those 
issues previously raised at a hearing on the project or in written correspondence delivered to the Board of Supervisors, 
Planning Commission, Planning Department or San Francisco Public Utilities Commission at, or prior to, such hearing, or as 
part of the appeal hearing process on the CEQA decision. 





d) 


200195 


e) 


200196 


f) 
200197 


Approve the plans and specifications, and award Contract No. WD-2861, Auxiliary 
Water Supply System Clarendon Supply 2019, in the amount of $2,685,720, and 
with a duration of 327 consecutive calendar days (approximately 11 months), to the 
responsible bidder submitting the lowest responsive bid, Mitchell Engineering, to 
install a new Emergency Firefighting Water System pipeline and valve assembly 
within the public right of way below Summit reservoir at the intersection of 
Clarendon Avenue and Dellbrook Avenue. This action constitutes the Approval 
Action for the project for the purposes of CEQA, pursuant to Section 31.04(h) of the 
San Francisco Administrative Code. (How) 


Approve an increase of 180 calendar days (six months) to the contract duration 
contingency for Contract No. WW-673, Oceanside Water Pollution Control Plant 
Door Assembly Upgrade, with Rubecon Builders; and authorize the General 
Manager to approve future modifications to the contract for a total contract duration 
of up to 840 consecutive calendar days (approximately two years and four months), 
with no change to the contract amount. (How) 


Accept work performed by Pipe and Plant Solutions, Inc. for Contract No. WW-676, 
As-Needed Sewer Cleaning and Inspection (FY19); approve Modification No. 2 
(Final), increasing the contract amount by $79,914, for a total contract amount of 
$2,252,221 with no change to the agreement duration; and authorize final payment 
to the contractor. (How) 


Approve an increase of up to $200,000 to the existing contract cost contingency 
and an increase of up to 120 consecutive calendar days to the existing duration 
contingency for Contract No. WW-683R, Sansome, 5th, 6th (North), and Division 
Streets Combined Sewer Discharge Rehabilitation and Backflow Prevention; and 
authorize the General Manager to approve future modifications to the contract for a 
total contract amount of up to $6,597,799 and a total duration of up to 561 
consecutive calendar days (approximately one year, seven months). (How) 


Accept work performed by Power Engineering Construction Company for Contract 
No. WW-688(E), Southeast Outfall Islais Creek Crossing — Emergency Bypass 
Project; approve Modification No. 2 (Final), increasing the contract duration by 24 
consecutive calendar days and decreasing the contract amount by $6,043, for a 
total contract duration of 449 consecutive calendar days (approximately one year, 
three months), and a total contract amount of $4,621,265; and authorize final 
payment to the contractor. (How) 


REGULAR CALENDAR 


9. Approve the terms and conditions and authorize the General Manager to execute 
Amendment No. 1 to the Office Lease dated January 12, 2016 between 150 
200 Hf Q 8 Executive Park, LLC, as landlord, and the City and County of San Francisco, through 
its Public Utilities Commission, as tenant, at 150 Executive Park, Suite 1300, San 
Francisco, California, extending the lease term by four years to January 31, 2025 for a 
total lease term of nine years, and with a new initial base annual rent of $120,339.60 
and a one-time rent increase on July 1, 2022 to $149,904 annually. (Carlin) 


ORDER OF BUSINESS 


il: 


Call to Order 


2. Roll Call 


oO! 


4, 


Approval of the Minutes of August 25, 2020 


General Public Comment 
Members of the public may address the Commission on matters that are within the 
Commission's jurisdiction and are not on today’s agenda 


. Communications (discussion only) 


a) Contract Advertisement Report 


e 


b 
Cc 
d 


Correspondence Log 


) 2009 Water Supply Agreement Update 


Annual Water System Improvement Program Report 
Water Supply Conditions Update 


. Report of the General Manager (discussion only) 


Update on SFPUC Operations During COVID-19 Emergency 


) Update on Moccasin, SCU Complex, and CZU Complex Fires 


Water Enterprise Capital Improvement Program Quarterly Report 

Southeast Area Major Projects Update 

Sewer System Improvement Program Quarterly Report 

Wastewater Enterprise Capital Improvement Program Quarterly Report 

Alternative Water Supply Planning Quarterly Report 

SFPUC Regional Water System Water Supply and Demand Worksheet 

Report on Recent San Francisco Public Utilities Commission Activities, Events and 
Announcements 


7. New Commission Business (discussion only) 


CONSENT CALENDAR 


8. All matters listed hereunder constitute a Consent Calendar, are considered to be routine 
by the San Francisco Public Utilities Commission and will be acted upon by a single 
vote of the Commission. There will be no separate discussion of these items unless a 
member of the Commission or the public so requests, in which event the matter will be 
removed from the Calendar and considered as a separate item. 


200132 


a) Approve the plans and specifications, and award Contract No. WD-2852R, San 
Francisco Westside Recycled Water Irrigation System Retrofits, in the amount of 
$2,483,525 and with a duration of 425 consecutive calendar days (approximately 
one year, two months), to the responsible bidder submitting the lowest 
responsive bid, Fontenoy Engineering, Inc., to construct irrigation system retrofits 
in Golden Gate Park and Lincoln Park Golf Course to bring the systems into 
compliance with recycled water regulations using State grant funds. 
(Ritchie) 


10. Authorize the General Manager to execute an Amended Memorandum of 
Understanding by and between the San Francisco Public Utilities Commission and 
990199 the San Francisco Recreation and Parks Department to allow the SFPUC to use State 
grant funds to construct irrigation system retrofits in Golden Gate Park and Lincoln 
Park Golf Course to support the SFPUC’s Westside Recycled Water Project. (How) 


11. Public comment on matters to be addressed during Closed Session 


12. Motion on whether to assert the attorney-client privilege regarding the matters listed 
below as Conference with Legal Counsel 


The Commission will go into Closed Session to discuss the following items: 


CLOSED SESSION 


13. Conference with Legal Counsel — Pursuant to California Government Code, Section 
54956.9(a), and San Francisco Administrative Code, Section 67.10(d)(1) 
(discussion only) (Mueller) 


Conferring with, or receiving advice from, the City Attorney regarding the following 
existing litigation in which the City is a petitioner and Pacific Gas & Electric Company 
is an adverse party: In re: PG&E Corporation and Pacific Gas & Electric Company, 
United States Bankruptcy Court, Northern District of California, Case No. 9-30088-DM, 
filed January 29, 2019; Federal Energy Regulatory Commission Case No. EL 19-38- 
000, filed January 28, 2019; Federal Energy Regulatory Commission Case No. ER18- 
1482-000, filed April 30, 2018; Federal Energy Regulatory Commission Case No. 
ER18-1102-000, filed March 15, 2018; Federal Energy Regulatory Commission Case 
No. ER18-790-000, filed, February 2, 2018; Federal Energy Regulatory Commission 
Case No. ER18-768-000, filed January 31, 2018; Federal Energy Regulatory 
Commission Case No. ER18-198-000, filed October 31, 2017; Federal Energy 
Regulatory Commission Case No. ER17-2406-000, filed August 31, 2017; Federal 
Energy Regulatory Commission Case No. ER17-2181-000, filed July 31, 2017; 
Federal Energy Regulatory Commission Case No. ER17-2204, filed July 31, 2017; 
Federal Energy Regulatory Commission Case No. ER17-1509-000, filed May 1, 2017; 
Federal Energy Regulatory Commission Case No. ER17-910-000, filed January 31, 
2017; Federal Energy Regulatory Commission Case No. EL 15-3-000, filed October 
10, 2014; Federal Energy Regulatory Commission Case No. ER15-702-000, filed 
December 23, 2014; Federal Energy Regulatory Commission Case No. ER15-703- 
000, filed December 23, 2014; Federal Energy Regulatory Commission Case No. 
ER15-704-000, filed December 23, 2014; Federal Energy Regulatory Commission 
Case No. ER15-705-000, filed December 23, 2014; Federal Energy Regulatory 
Commission Case No. ER15-735-000, filed December 23, 2014; California Public 
Utilities Commission Case No. 1.15-08-019, filed February 25, 2015; California Public 
Utilities Commission Case No. R.18-10-007, filed October 25, 2018; California Public 
Utilities Commission Case No. R.19-01-006, filed January 10, 2019; and California 
Public Utilities Commission Case No. R.19-09-016, filed January 10, 2019 


Following Closed Session, the Commission will reconvene in Open Session 


14. 


is). 


16. 


Announcement following Closed Session 


Motion regarding whether to disclose the discussions during Closed Session pursuant 
to San Francisco Administrative Code Section 67.12(a) 


Adjournment 
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MINUTES 
Tuesday, September 8, 2020 


1:30 P.M. 
(Approved September 22, 2020) 


This was held by Teleconference Pursuant to the Governor's Executive Order N-29-20 and the 
Twelfth Supplement to Mayoral Proclamation Declaring the Existence of a Local Emergency 
Dated February 25, 2020 


During the Coronavirus Disease (COVID-19) emergency, the San Francisco Public Utilities 
Commission’s (SFPUC) regular meeting room, City Hall, Room 400, is closed. Commissioners 
and SFPUC staff will convene Commission meetings remotely by teleconference. 


Commissioners 
Ann Moller Caen, President 
Francesca Vietor, Vice President 
Anson Moran 
Sophie Maxwell 
Tim Paulson 


Harlan L. Kelly, Jr. 
General Manager 


Donna Hood 
Secretary 





1. Call to Order 
President Caen called the meeting to order at 1:39 PM. 


2. Roll Call 
Present: Caen, Vietor, Moran, Maxwell and Paulson 


3. Approval of the Minutes of August 25, 2020 
On motion to approve the Minutes of August 25, 2020 | 


Ayes: Caen, Vietor, Moran, Maxwell, and Paulson 
No public comment. 


4. General Public Comment 

e Barry Nelson, Golden State Salmon Association, referenced a letter sent to the 
Commission regarding a Peer Review of Tuolumne River Fish Models and Proposed 
Voluntary Agreement (VA). He indicated the Peer Review raises important questions 
and it urges the Commission to withdraw the proposed VA and to cease making any 
claims of fishery benefits from the proposal. 

e Peter Drekmeier, Tuolumne River Trust, discussed the letter sent to the Commission 
regarding a Peer Review of Tuolumne River Fish Models and Proposed VA. He 
indicated there is misinformation and bogus science. He discussed “required” and 
“total discharge” in the VA and stated it has no back-up plan based on flow. 

e Alita Dupree expressed support for a San Francisco Municipal Utility District. She 
discussed the need for battery storage, solar panels, and renewables. 

e Chris Shutes, California Sport Fishing Protection Alliance, discussed the letter sent to 
the Commission regarding a Peer Review of Tuolumne River Fish Models and 
Proposed VA. He echoed the comments of Mr. Nelson and Mr. Drekmeier and 
discussed elements of the Peer Review. 


Vice President (VP) Vietor thanked the speakers. She expressed interest in hearing the 
results of the Peer Review. She asked that an update on battery storage be provided 
with the next CleanPowerSF update. 


Commissioner Maxwell expressed interest in receiving information on the Peer Review. 
Commissioner Paulson stated the felt there was no need to agendize the Peer Review 
but requested a written report. 


5. Communications 
a) Contract Advertisement Report 
b) Correspondence Log 
c) 2009 Water Supply Agreement Update 
d) Annual Water System Improvement Program Report 
e) Water Supply Conditions Update 
No public comment. 


The Commission Secretary announced that the Report of the General Manager covers 





stated that public comment would be heard at three separate points (after item 6c, 6f, 
and 6!) to allow public comment on each of the previous three topics covered. She 
indicated that speakers will be given two minutes per topic, for a maximum of up to six 
minutes, if all three items are addressed by a speaker. 


6. Report of the General Manager (GM) 
a) Update on SFPUC Operations During COVID-19 Emergency 

Harlan Kelly, Jr., GM, indicated that low-risk outdoor activities have resumed, with 
the possible re-opening of additional business/services soon. He stated the SFPUC 
continues to follow city and state guidelines and supports the overall response effort. 
He noted the Department Operations Center remains staffed with SFPUC personnel 
Monday through Friday. He stated that employees will continue to work remotely 
through June 2021 to help reduce the spread of COVID-19. He indicated that the 
Business Continuity Planning Committee is focusing on the health and safety of 
employees who are required to work on-site and is providing support for employees 
working remotely. 


GM Kelly stated the Residential Assistance COVID-19 Program currently has 6,000 
participants. He informed the Commission that it will be extended through December 
2020. He noted the summer virtual tour series has concluded. 


b) Update on Moccasin, SCU Complex, and CZU Complex Fires 
Steve Ritchie, Assistant General Manager (AGM) Water, provided an update on the 
Moccasin, SCU Complex, and CZU Complex Fires. He stated the Moccasin fire 
resulted in the evacuation of Moccasin for 45 hours and indicated water and power 
deliveries were not disrupted. The CSU Complex Fire had a large impact on the East 
Bay Watershed, burning more than 2/3 of the drainage basins, with no damage to 
facilities. Staff from Hetch Hetchy Water and Power, Natural Resources and Lands 
Management, and Water and Supply and Treatment did excellent work supporting 
CalFire defending our facilities and maintaining water deliveries. He stated he is 
expecting more fires as the peak season is typically in September and October. 


c) Water Enterprise Capital Improvement Program (WECIP) Quarterly Report 
Katie Miller, Acting Director Water Capital Programs, indicated the WECIP is 37% 
complete with $841M expended. Acting Director Miller provided highlights of the 
reporting period and noted that there are minor scheduling impacts to projects for 
contractors to update health and safety plans to address COVID-19. She provided 
brief updates for the Sunol Long Term Improvements (Alameda Creek Watershed 
Center), Sunol Valley Water Treatment Plant Ozone, San Andreas and Pilarcitos 
Dam Projects, San Andreas Pipeline No. 2 Lockbar Replacement, Local Water 
Conveyance/Distribution System — Water Main Replacement, San Francisco 
Groundwater Supply Phase 2 (Contract C), and San Francisco Westside Recycled 
Water. 


Acting Director Miller responded to a question from Commissioner Maxwell as to 
what the San Andreas and Pilarcitos Dam soil samples were for, and a question 
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from President Caen as to the expected duration of the Van Ness project. 
Commissioner Paulson discussed the magnitude of the Van Ness project. 


No public comment on items 6a, 6b, and 6c. 


d) Southeast Area Major Projects Update 
Stephen Robinson, Wastewater Enterprise Capital Programs Director, provided an 


update on the following projects: (1) Southeast Plant (SEP) Biosolids Digester 
Facilities Project: He noted the current project cost of $1,680.8M and reviewed 
project progress and status, (2) SEP New Headworks Facility Project: He noted the 
current project cost of $618.8M and reviewed project progress and status, and (3) 
Southeast Community Center 1550 Evans: He noted the current project cost of 
$109.5M and reviewed project progress and status. He presented the Jerrold 
Avenue closure re-route map. He concluded with a review of LBE and local hire 
requirements, noting the program exceeds requirements. He stated local artists have 
been hired to create public art murals at the site. : 


e) Sewer System Improvement Program Quarterly Report . 
Director Robinson discussed the program status as of June 2020. He stated that 


46% of Phase | Projects are completed with $2,978B expended. He reviewed the 
following for Phase I: Cost Summary, Schedule Summary, Cost Variance Themes, 
Largest Cost Increases, Schedule Variance Themes, and Largest Schedule 
Variance. He concluded with a review of project achievements. 


Director Robinson responded to a question from Commissioner Moran on how to 
best manage scope refinement. 


f) Wastewater Enterprise (WWE) Capital Improvement Program Quarterly Report 


Director Robinson stated the Sewer System Improvement Program (SSIP) is ° 
comprised of the WWE Capital Improvement Program, WWE Facilities and 
Infrastructure Program, and WWE Renewal and Replacement Program. He 
reviewed Facilities and Infrastructure Cost Variance and Schedule Variance. 


Director Robinson responded to a question from Commissioner Maxwell as to why 
there is a variance for Treasure Island Water Treatment Plant. 


Public Comment (items 6d, 6e, and 6f) 

e Francisco DaCosta spoke to items 6, 6e and 6f. He indicated the SSIP Task 
Force was created so the community has input. He discussed the increase in 
costs for the project and the cost and amount of energy required to run the 
digesters. He discussed the mural artwork and stated the money could have 
been used for community quality of life issues. He indicated there was a spill at 
the treatment plan and that the smell that adversely affects the community. 


g) Alternative Water Supply Planning Quarterly Report 
AGM Ritchie discussed the need for Alternative Water Supplies (dry-year needs and 


all-year needs). He reviewed the planning approach for the development of an 
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Alternative Water Supply Plan. He reviewed the project portfolio and schedule, 
noting key milestones scheduled in July 2023 and December 2028. He covered 
unique challenges and indicated alternative water supplies require a long-term 
planning horizon. 


AGM Ritchie discussed project planning highlights for the following: (1) Daly City 
Recycled Water Expansion Project (collaboration and cost-share), (2) Purified Water 
Projects (evaluate feasible alternatives and understand incremental benefit to 
SFPUC supplies), (3) Los Vaqueros Reservoir Expansion (Joint Powers Authority 
Agreement, Cost Share Agreement, First and Second Amendment to the Multi-party 
Agreement, and identify feasible conveyance), (4) Calaveras Reservoir Expansion 
(identify opportunities and constrains for expansion), and (5) Brackish Water 
Desalination (understand water rights and potential for exchanges). 


AGM Ritchie responded to a question from VP Vietor regarding the timeline for the 
South Bay Aqueduct. 


President Caen departed the meeting at 3:17 PM. VP Vietor assumed as Chair. 


h) SFPUC Regional Water System Water Supply and Demand Worksheet 
AGM Ritchie began with a review of the worksheet mechanics and displayed a “Draft 
SFPUC Water Supply and Demand Worksheet”. He discussed the extensive amount 
of data to be included in the worksheet and the time it will take to populate it. He 
indicated that staff has been working with Commissioner Moran on the worksheet. 
He discussed ways in which the data and the worksheet will be utilized. 


AGM Ritchie responded to a question from VP Vietor as to how the “moving parts” 
will fit together. 


Commissioner Maxwell thanked AGM Ritchie and stated she sees the worksheet as 
an organizing tool. Brief discussion ensued regarding the worksheet, as a working 
tool and how the data should be used and measured. 


i) Report on Recent San Francisco Public Utilities Commission Activities, Events and 
Announcements 


None. 


Public comment on items 6g and 6h 

e Peter Drekmeier, Tuolumne River Trust, spoke first to item 6g. He expressed 
appreciation for the report and stated he finds 98MGD absurd. He referenced his 
May 11 correspondence to the Commission for planning for future demand for 
climate change. He continued with comments on item 6h and said an important 
question is how the SFPUC determines “firm yield” and that it needs to be clear. 
He stated the Tuolumne River Trust has a simpler water supply calculator and 
that the results of the worksheet and their calculator be compared. 
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Commissioner Moran stated that items addressed by Mr. Drekmeier can be 
displayed in the worksheet. He discussed the “zeros” in the worksheet and how 
that can be addressed. He indicated that using current information is key and that 
information should be rigorously revised as soon as possible. Brief discussion 
ensued. 


President Caen returned to the meeting at 3:47 PM. 


7. New Commission Business 
Commissioner Maxwell asked about the status of the racial equity update and 
requested it be scheduled at the next meeting. 


Public Comment 

e Francisco DaCosta spoke to item 6h and expressed the need for real-time analysis. 
He stated millions of gallons of water is being wasted and asked what the impact of 
the fires on the watershed is. He stated the first people need to be brought into the 
discussions. 


The Commission recessed at 3:54 PM and reconvened at 4:09 PM. 


8. Consent Calendar 


a) Approve the plans and specifications, and award Contract No. WD-2852R, San 
Francisco Westside Recycled Water Irrigation System Retrofits, in the amount of 
2,483,525 and with a duration of 425 consecutive calendar days (approximatel 
one year, two months), to the responsible bidder submitting the lowest responsive 
bid, Fontenoy Engineering, Inc., to construct irrigation system retrofits in Golden 
Gate Park and Lincoln Park Golf Course to bring the systems into compliance with 
recycled water regulations using State grant funds. (Resolution 20-0192) 


b) Approve the plans and specifications, and award Contract No. WD-2861, Auxiliary 
Water Supply System Clarendon Supply 2019, in the amount of $2,685,720, and 
with a duration of 327 consecutive calendar days, to the responsible bidder 
submitting the lowest responsive bid, Mitchell Engineering, to install a new 
Emergency Firefighting Water System pipeline and valve assembly within the public 
right of way below Summit reservoir at the intersection of Clarendon Avenue and 
Dellbrook Avenue. This action constitutes the Approval Action for the project for the 


purposes of CEQA, pursuant to Section 31.04(h) of the San Francisco 
Administrative Code. (Resolution 20-0193) 


c) Approve an increase of 180 calendar days to the contract duration contingency for 
Contract No. WW-673, Oceanside Water Pollution Control Plant Door Assembly 
Upgrade, with Rubecon Builders; and authorize the General Manager to approve 
future modifications to the contract for a total contract duration of up to 840 
consecutive calendar days (approximately two years and four months), with no 


change to the contract amount. (Resolution 20-0194) 
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d) Accept work performed by Pipe and Plant Solutions, Inc. for Contract No. WW-676, 
As-Needed Sewer Cleaning and Inspection (FY19); approve Modification No. 2 
Final), increasing the contract amount by $79,914, for a total contract amount of 
2,252,221 with no change to the agreement duration: and authorize final payment 
to the contractor. (Resolution 20-0195) 


e) Approve an increase of up to $200,000 to the existing contract cost contingency 
and _ an increase of up to 120 consecutive calendar days to the existing duration 
contingency for Contract No. WW-683R, Sansome, 5th, 6th (North), and Division 
Streets Combined Sewer Discharge Rehabilitation and Backflow Prevention; and 
authorize the General Manager to approve future modifications to the contract for a 
total contract amount of up to $6,597,799 and a total duration of up to 561 
consecutive calendar days. (Resolution 20-0196) 


f) Accept work performed by Power Engineering Construction Company for Contract 
No. WW-688(E), Southeast Outfall Islais Creek Crossing — Emergency Bypass 
Project; approve Modification No. 2 (Final), increasing the contract duration by 24 
consecutive calendar days and decreasing the contract amount by $6,043, fora 
total contract duration of 449 consecutive calendar days, and a total contract 


amount of $4,621,265; and authorize final payment to the contractor. (Resolution 
20-0197) 


No public comment. 


On motion to approve Consent Calendar items 8a through 8f: 
Ayes: Caen, Vietor, Moran, Maxwell, and Paulson 


9. Approve the terms and conditions and authorize the General Manager to execute 
Amendment No. 1 to the Office Lease dated January 12, 2016 between 150 Executive 
Park, LLC, as landlord, and the City and County of San Francisco, through its Public 
Utilities Commission, as tenant, at 150 Executive Park, Suite 1300, San Francisco 
California, extending the lease term by four years to January 31, 2025 for a total lease 
term of nine years, and with a new initial base annual rent_of $120,339.60 and a one- 
time rent increase on July 1, 2022 to $149,904 annually. (Resolution 20-0198) 
Michael Carlin, Deputy General Manager (DGM) introduced the item and requested 
approval. 





No public comment. 


On motion to approve item 9: 
Ayes: Caen, Vietor, Moran, Maxwell, and Paulson 


10. Authorize the General Manager to execute an Amended Memorandum of 
Understanding by and between the San Francisco Public Utilities Commission and the 
San Francisco Recreation and Parks Department to allow the SFPUC to use State 
grant funds to construct irrigation system retrofits in Golden Gate Park and Lincoln 
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14 


2 


13% 


Park Golf Course to support the SFPUC’s Westside Recycled Water Project. 
(Resolution 20-0199) 


AGM Ritchie introduced the item and requested approval. 
No public comment. 


On motion to approve item 10: 
Ayes: Caen, Vietor, Moran, Maxwell, and Paulson 


Public comment on matters to be addressed during Closed Session 
None. 


Motion on whether to assert the attorney-client privilege regarding the matters listed 


below as Conference with Legal Counsel 
On motion to assert attorney-client privilege: 


Ayes: Caen, Vietor, Moran, Maxwell, and Paulson 


The Commission entered Closed Session at 4:16 PM. 


Conference with Legal Counsel — Pursuant to California Government Code, Section 
94956.9(a), and San Francisco Administrative Code, Section 67.10(d)(1) 

Conferring with, or receiving advice from, the City Attorney regarding the following 
existing litigation in which the City is a petitioner and Pacific Gas & Electric Company 
is an adverse party: In re: PG&E Corporation and Pacific Gas & Electric Company, 
United States Bankruptcy Court, Northern District of California, Case No. 9-30088-DM, 
filed January 29, 2019; Federal Energy Regulatory Commission Case No. EL 19-38- 
000, filed January 28, 2019; Federal Energy Regulatory Commission Case No. ER18- 
1482-000, filed April 30, 2018; Federal Energy Regulatory Commission Case No. 
ER18-1102-000, filed March 15, 2018; Federal Energy Regulatory Commission Case 
No. ER18-790-000, filed, February 2, 2018; Federal Energy Regulatory Commission 
Case No. ER18-768-000, filed January 31, 2018; Federal Energy Regulatory 
Commission Case No. ER18-198-000, filed October 31, 2017; Federal Energy 
Regulatory Commission Case No. ER17-2406-000, filed August 31, 2017; Federal 
Energy Regulatory Commission Case No. ER17-2181-000, filed July 31, 2017; 
Federal Energy Regulatory Commission Case No. ER17-2204, filed July 31, 2017; 
Federal Energy Regulatory Commission Case No. ER17-1509-000, filed May 1, 2017; 
Federal Energy Regulatory Commission Case No. ER17-910-000, filed January 31, 
2017; Federal Energy Regulatory Commission Case No. EL 15-3-000, filed October 
10, 2014; Federal Energy Regulatory Commission Case No. ER15-702-000, filed 
December 23, 2014; Federal Energy Regulatory Commission Case No. ER15-703- 
000, filed December 23, 2014; Federal Energy Regulatory Commission Case No. 
ER15-704-000, filed December 23, 2014; Federal Energy Regulatory Commission 
Case No. ER15-705-000, filed December 23, 2014; Federal Energy Regulatory 
Commission Case No. ER15-735-000, filed December 23, 2014: California Public 
Utilities Commission Case No. 1.15-08-019, filed February 25, 2015; California Public 
Utilities Commission Case No. R.18-10-007, filed October 25, 2018; California Public 








Utilities Commission Case No. R.19-01-006, filed January 10, 2019; and California 
Public Utilities Commission Case No. R.19-09-016, filed January 10, 2019 


The Commission exited Closed Session at 5:45 PM. 


14. Announcement following Closed Session 
President Caen announced no action was taken during Closed Session. 


15. Motion regarding whether to disclose the discussions during Closed Session pursuant 
to San Francisco Administrative Code Section 67.12(a) 


On motion not to disclose: 
Ayes: Caen, Vietor, Moran, Maxwell, and Paulson 


16. Adjournment 
President Caen adjourned the meeting at 5:47 PM. 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0192 


WHEREAS, State grant-funded-funded, Contract No. WD-2852R San Francisco Westside 
Recycled Water Irrigation System Retrofits, was advertised on February 27, 2020; and 


WHEREAS, The Engineer’s Estimate is $3,000,000 for this construction contract work to 
construct irrigation system retrofits in Golden Gate Park and Lincoln Park Golf Course to bring 
the systems into compliance with recycled water regulations using State grant funds; and 


WHEREAS, The contract duration is 425 consecutive calendar days: and 
WHEREAS, Two (2) bids were received and opened publicly on May 21, 2020; and 


WHEREAS, San Francisco Public Utilities Commission (SFPUC) staff and Contract 
Monitoring Division’s (CMD) review of the bids for qualifications, responsibility, responsiveness, 
and application of bid preferences resulted in the establishment of Fontenoy Engineering, Inc. as 
the responsible bidder with the lowest responsive bid; and 


WHEREAS, CMD established a Local Business Enterprise (LBE) subcontracting 
participation of 20% for this contract, and the contractor committed to a LBE participation of 
23.45% with its bid submittal; and 


WHEREAS, The firm being awarded a contract by the SFPUC must be in compliance with 
the Equal Benefits Provisions of Chapter 12B of the City’s Administrative Code either at the time 
of the award, or within 2 weeks of the date of the Commission award; failure of the bidder to obtain 
compliance certification from CMD may result in award of the contract to the responsible bidder 
submitting the next lowest responsive bid, or re-bidding of the contract at the discretion of the 
City; and 


WHEREAS, Funds are available from Water Enterprise Project No. CUW30201, San 
Francisco Westside Recycled Water Project; and 


WHEREAS, On July 11, 2017 by Resolution Nos. 17-0155 and 17-0159, this Commission 
approved a $171.2 million Clean Water State Revolving Fund loan and a $15 million Proposition 
1 grant to finance all eligible costs for this project in a combined amount not-to-exceed 
$186,220,000 and the grant funds will be used to fund this Contract No. WD-2852R; and 


WHEREAS, An Environmental Impact Report (EIR) as required by the California 
Environmental Quality Act (CEQA) was prepared for the San Francisco Westside Recycled Water 
Project and the Final EIR (FEIR) was certified by the San Francisco Planning Commission on 
September 3, 2015 (Planning Department File No. 2008.0091E) in its Motion No. M-19442. The 
FEIR prepared for the Project is tiered from the Water System Improvement Program 
Environmental Impact Report (PEIR) adopted by this Commission in Resolution No. 08-200 dated 
October 30, 2008, as authorized and in accordance with CEQA and CEQA Guidelines. On 
September 8, 2015, this Commission, by Resolution 15-0187, (1) approved the Project; and (2) 
adopted CEQA Findings, including a statement of overriding considerations, and a Mitigation 


Monitoring and Reporting Program (MMRP) required by CEQA; and (3) authorized the General 
Manager of the SFPUC to implement the Project, in compliance with the Charter and applicable 
law, and subject to subsequent Commission action and Board of Supervisors approval, where 
required. On September 3, 2015, On January 13, 2020, the Environmental Review Officer 
approved the Addendum that was prepared for the retrofit of existing irrigation systems in Golden 
Gate Park; now, therefore, be it 


RESOLVED, That this Commission hereby approves the plans and specifications and 
awards State grant-funded-funded Contract No. WD-2852R San Francisco Westside Recycled 
Water Irrigation System Retrofits, in the amount of $2,483,525, for a duration of 425 consecutive 
calendar days, to the responsible bidder submitting the lowest responsive bid, Fontenoy 
Engineering, Inc. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of September 8, 2020 


Nonna Med, 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0193 


WHEREAS, Earthquake Safety & Emergency Response (ESER) Bond Program-funded 
Contract No. WD-2861, Auxiliary Water Supply System Clarendon Supply 2019 was advertised 
on March 20, 2020; and 


WHEREAS, The Engineer’s Estimate is $3,500,000 for this construction contract work to 
install a new Emergency Firefighting Water System pipeline and valve assembly within the 
public right of way below Summit reservoir at the intersection of Clarendon Avenue and 
Dellbrook Avenue to provide a new fire suppression water supply of approximately 16,000 
gallons per minute; and 


WHEREAS, The contract duration is 327 consecutive calendar days; and 
WHEREAS, Five (5) bids were received and opened publicly on June 25, 2020; and 


WHEREAS, San Francisco Public Utilities Commission (SFPUC) staff and Contract 
Monitoring Division (CMD) review of the bids for qualifications, responsibility, responsiveness 
and application of bid preferences resulted in the establishment of Mitchell Engineering as the 
responsible bidder with the lowest responsive bid; and 


WHEREAS, CMD established a Local Business Enterprise (LBE) subcontracting 
participation of 10% for this contract, and the contractor committed to a LBE participation of 
18.39% within its bid submittal; and 


WHEREAS, The firm being awarded a contract by the SFPUC must be in compliance 
with the Equal Benefits Provisions of Chapter 12B of the City’s Administrative Code either at 
the time of the award, or within 2 weeks of the date of the Commission award; failure of the 
bidder to obtain compliance certification from CMD may result in award of the contract to the 
responsible bidder submitting the next lowest responsive bid, or re-bidding of the contract at the 
discretion of the City; and 


WHEREAS, Funds are available from Project No. 10029695, Clarendon Supply (ESER 
2014); and 


WHEREAS, On January 25,2019, the Planning Department determined that this project 
is categorically exempt from the California Environmental Quality Act (CEQA) Guidelines 
under Section 15303, Class 3 (New Construction); now, therefore be it 


RESOLVED, That this Commission hereby approves the plans and specifications and 
awards ESER Bond Program-funded Contract No. WD-2861, Auxiliary Water Supply System 


Clarendon Supply 2019, in the amount of $2,685,720, for a duration of 327 consecutive calendar 
days, to the responsible bidder submitting the lowest responsive bid, Mitchell Engineering. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 


Commission at its meeting of September 8, a | | 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0194 


WHEREAS, On August 28, 2018, per Resolution No. 18-0139, this Commission approved 
the award of Wastewater Enterprise, Renewal and Replacement Treatment Facilities Program- 
funded Contract No. WW-673, Oceanside Water Pollution Control Plant Door Assembly Upgrade 
to Rubecon Builders; and 


WHEREAS, The construction contract Notice-to-Proceed date was December 3, 2018; and 


WHEREAS, The original contract amount was for $1,981,334 and the original contract 
duration was 600 consecutive calendar days; and 


WHEREAS, Section 6.22(h) of the San Francisco Administrative Code requires 
Commission approval for any cumulative increase in contract amount or duration in excess of 10% 
of the original contract amount or duration; and 


WHEREAS, An increase of 180 calendar days to the contract duration contingency is being 
requested to account for current and projected long lead project material procurement delays 
related to COVID-19 and temporary stoppage of construction work due to City mandated Shelter 
in Place Orders and compliance with Public Health Directive No. 2020-04, for a total duration 
contingency of 240 calendar days; and 


WHEREAS, Contract Monitoring Division established a Local Business Enterprise (LBE) 
subcontracting participation of 10% for this contract, and the contractor committed to an LBE 
participation of 21.49% with its bid submittal; and 


WHEREAS, Funds are available from Project No. CWWRNRTF70, OSP Door Repair and 
Replacement; now, therefore, be it 


RESOLVED, That this Commission hereby approves an increase of 180 calendar days to 
the existing contract duration contingency for Wastewater Enterprise, Renewal and Replacement 
Treatment Facilities Program funded Contract No. WW-673, Oceanside Water Pollution Control 
Plant Door Assembly Upgrade, for a total contract duration contingency of up to 240 calendar 
days; and be it 


FURTHER RESOLVED, That this Commission hereby authorizes the General Manager, 
or his or her designee, to consider, and, if appropriate, to approve any future modifications to the 
contract duration for a total contract duration of up to 840 consecutive calendar days, with no 
change to the contract amount. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of September 8, 2020 


(Worn \Abood 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0195 


WHEREAS, Contractor Pipe and Plant Solutions, Inc. has completed its work for 
Wastewater Enterprise, Renewal and Replacement Program-funded Contract No. WW-676, As- 
Needed Sewer Cleaning and Inspection (FY19); and 


WHEREAS, On July 10, 2018, by Resolution No. 18-0120, this Commission awarded 
Contract No. WW-676, As-Needed Sewer Cleaning and Inspection (FY19), in the amount of 
$1,974,980, to the responsible bidder, submitting the lowest responsive bid, Pipe and Plant 
Solutions, Inc.; and 


WHEREAS, The construction contract Notice To Proceed date was set for November 5, 
2018, with an original schedule of 570 consecutive calendar days, and the contractor completed 
the contract work in 570 consecutive calendar days on May 27, 2020; and 


WHEREAS, The original contract amount was for $1,974,980 and the original contract 
duration was 570 consecutive calendar days; and 


WHEREAS, Section 6.22(h) of the Administrative Code requires that any cumulative 
increase in contract amount or duration in excess of 10% of the original contract amount or 
duration be approved by the Commission; and 


WHEREAS, Modification No. 1 increased the contract amount by $197,327 to adjust bid 
item quantity to match actual quantity completed, for a total contract amount of $2,172,307; and 


WHEREAS, Staff recommends the Commission adopt Modification No. 2 (Final) to 
increase the contract value by $79,914 to adjust bid item quantities to match actual final quantities 
completed, for a total contract amount of $2,252,221; and 


WHEREAS, The Contract Monitoring Division has determined that the contractor 
complied with the established Local Business Enterprise (LBE) subcontracting goal of 10% for 
this contract by achieving a final LBE participation of 7.14%; and 


WHEREAS, Funds are available from Project No. 10033119, As-Needed Sewer Cleaning 
and Inspection (FY19); now, therefore, be it 


RESOLVED, That this Commission hereby accepts work performed by Pipe and Plant 
Solutions, Inc. for Wastewater Enterprise, Renewal and Replacement Program-funded Contract 
No. WW-676, As-Needed Sewer Cleaning and Inspection (FY19), approves Modification No. 2 
(Final), increasing the contract amount by $79,914, for a total contract amount of $2,252,221, and 
a total contract duration of 570 consecutive calendar days, and authorizes final payment to the 
contractor. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of September 8, 2020. 


Nona Mtod, 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0196 


WHEREAS, On May 14, 2019, per Resolution No. 19-0192, this Commission approved 
the award of Wastewater Enterprise Sewer System Improvement (SSIP) Program-funded 
Contract No. WW-683R, Sansome, 5th, 6th (North), and Division Streets Combined Sewer 
Discharge Rehabilitation and Backflow Prevention to Trinet Construction, Inc.; and 


WHEREAS, The construction contract Notice-to-Proceed date was June 17, 2019: and 


WHEREAS, The original contract amount was for $4,907,090 and the original contract 
duration was 210 consecutive calendar days; and 


WHEREAS, Sections 6.22(h) of the San Francisco Administrative Code requires that any 
cumulative increase in contract amount or duration in excess of 10% of the original contract 
amount or duration be approved by the Commission; and 


WHEREAS, On January 28, 2020, per Resolution No. 20-0019, this Commission 
approved an increase of $1,000,000 to the contract cost contingency for a total contract amount 
limit of up to $6,397,799; and approved an increase of 210 consecutive calendar days to the 
contract duration contingency for a total duration limit of up to 441 consecutive calendar days; 
and 


WHEREAS, An increase of $200,000 to the contract cost contingency and an increase of 
120 calendar days to the contract duration contingency are being requested to address the newly 
exposed concrete and rebar corrosion damage by installing cathodic protection system and 
applying special corrosion resistant coating, for the Sansome CSD and attached pipe structures; 
and 


WHEREAS, The Contract Monitoring Division established a Local Business Enterprise 
(LBE) subcontracting participation of 6% for this contract, and the contractor committed to a 
LBE subcontracting participation of 6.11% with its bid submittal; and 


WHEREAS, Funds are available from SSIP. project CWWSIPCSCD03, Beach and 
Sansome Streets CSD Rehabilitation and CWWSIPCSCD05 5", 6" North, and Division Street 
CSD Rehabilitation; now, therefore, be it 


RESOLVED, That this Commission hereby approves an increase of $200,000 to the 
existing contract cost contingency and an increase of 120 calendar days to the existing contract 
duration contingency, for Wastewater Enterprise SSIP -funded Contract No. WW-683R, 
Sansome, 5th, 6th (North), and Division Streets Combined Sewer Discharge Rehabilitation and 
Backflow Prevention, for a total cost contingency of $1,690,709 and a total duration contingency 
of 351 consecutive calendar days; and be it 


FURTHER RESOLVED, That this Commission hereby authorizes the General Manager, 


or his or her designee, to consider, and, if appropriate, to approve any future modifications to the 


contract for a total contract amount of up to $6,597,799 and a total contract duration of up to 561 
consecutive calendar days. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of September 8, 2020 


Alona Mood - 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0197 


WHEREAS, Construction has been completed for Emergency Contract No. WW-688(E), 
Southeast Outfall Islais Creek Crossing — Emergency Bypass Project, in San Francisco, by the 
Contractor, Power Engineering Construction Company; and 


WHEREAS, On October 22, 2018, the San Francisco Public Utilities Commission 
(SFPUC) General Manager declared an emergency, approved by the Commission President , 
under Chapter 6, Section 6.60 of the Administrative Code to enter into emergency public works 
contracts, to bypass the existing outfall pipe by installing a new 36-inch diameter pipe with a 
valve at each end of the new bypass pipe and thereby protect the environment from discovery of 
a pipeline leak which conveys final treated effluent from Southeast Plant and pressurized by 
Booster Pump Station; and 


WHEREAS, On December 26, 2018, the SFPUC General Manager issued an update to 
the initial emergency declaration, approved by the Commission President , to authorize the 
declaration of emergency under both Administrative Code Section 6.60 and Chapter 21.15, and 
increase the anticipated not-to-exceed cost from $2 million to $5 million; and 


WHEREAS, On February 5, 2019, the Board of Supervisors adopted Resolution 59- 
19 to approve the General Manager’s December 26, 2018 emergency declaration to enter 
into an emergency contract to install an emergency bypass pipeline crossing Islais Creek to 
decommission the dilapidated 36” force main with a not-to-exceed contract amount of 
$4,912,000 under Administrative Code Chapter 6.60 and Chapter 21.15; and 


WHEREAS, On February 11, 2019, the SFPUC issued a work authorization letter to 
Power Engineering Construction Company to inspect the existing outfall pipe; perform any 
necessary surveys; provide design recommendations and plans for repairs; complete such 
repairs; and/or potentially bypass the existing outfall pipe by installing a new 36” diameter 
pipe with valves at each end, subject to the emergency provisions of Administrative Code 
Section 6.60, with a not-to-exceed contract amount of $2,500,000 and a contract duration of 
425 consecutive calendar days; and 


WHEREAS, On March 14, 2019, the SFPUC authorized Power Engineering 
Construction Company to commence Emergency Contract No. WW-688(E) Southeast 
Outfall Islais Creek Crossing — Emergency Bypass Project; and 


WHEREAS, On August 2, 2019, the SFPUC issued an Acknowledgement of Increase 
letter to increase the not-to-exceed amount by $1,500,000 for a total of $4,000,000 due to 
encountering poorer than anticipated soil conditions which necessitated the construction of 
water-tight cofferdams (an enclosure system within a body of water to allow water to be pumped 
out, creating a dry work environment) rather than portable cofferdams, which had been included 
in the original construction-budget. The cofferdam construction required specialized crane and 
barge configuration and the construction of a temporary seawall; and 


WHEREAS, On September 25, 2019, the SFPUC General Manager updated the 
December 26, 2018 declaration of emergency to increase the anticipated not-to-exceed estimate 
stated in the San Francisco Board of Supervisors Resolution No. 59-19 from of $4,912,000 to 
$6,250,000 based on active construction cost estimates; and 


WHEREAS, On October 9, 2019, Power Engineering Construction Company reached 
substantial completion and commissioned the emergency bypass which restored full functionality 
to the Southeast Treatment Plant and Booster Pump Station for a total contract amount of 
$4,621,265 and 


WHEREAS, On December 17, 2019, the Board of Supervisors adopted Resolution 546- 
19 to approve the General Manager’s updated emergency declaration issued on September 25, 
2019 to increase the total not-to-exceed value to $5,500,000 based on final confirmed 
construction costs; and 


WHEREAS, Modification No. 1 was issued for $627,308, to utilize modular barges to 
accommodate for limited site access by water through the non-functional Islais Creek Bridge, 
work cameras to illustrate and document construction constraints for permanent replacement 
project, vibration monitoring to prevent inadvertent construction impacts to existing facilities, 
project acceleration to complete project prior to official wet weather commencement, job site 
security due to remote staging location, new flange coupling to minimize risk of reusing existing 
dilapidated unit adapter, underwater dive inspection of the new 42” pipeline due to inittal 
settlement, and additional detailed bathymetric survey to document as-built conditions, for a total 
contract amount of $4,621,265; and 


WHEREAS, | Staff recommends the Commission approve Modification No. 2 (Final) to 
decrease the contract value by $6,043 for a total contract amount of $4,621,265 and to increase 
the contract duration by 24 consecutive calendar days to complete final site work and abandon 
vibration monitoring wells, for a total contract duration of 449 consecutive calendar days; and 


WHEREAS, The Contract Monitoring Division has determined that Power Engineering 
Construction Company has substantially complied with the Local Business Enterprise 
subcontracting requirement associated with this project; and 


WHEREAS, Funds are available from WWE Facilities and Infrastructure Project No. 
10015557; now, therefore, be it 


RESOLVED, That this Commission hereby accepts work performed by Power 
Engineering Construction Company for WWE Facilities and Infrastructure-funded Emergency 
Contract No. WW-688(E), Southeast Outfall Islais Creek Crossing — Emergency Bypass, 
approves Modification No. 2 (Final), increasing the contract duration by 24 consecutive calendar 
days and decreasing the contract value by $6,for a total contract duration of 449 consecutive 
calendar days and a total contract amount of $4,621,265, and authorizes final payment to the 
Contractor. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of September 8, 2020 


Sra 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0198 


WHEREAS, The City and County of San Francisco (City), through its Public Utilities 
Commission (SFPUC), operates the Contractors Assistance Center (Center) where the SFPUC 
provides technical assistance to small local contractors and consultants to access and compete for 
SFPUC contracting opportunities; and 


WHEREAS, The SFPUC provides training, workshops, and technical assistance to small 
local contractors and consultants regarding the City's contracting requirements and processes 
through the Center; and 


WHEREAS, By uits activities at the Center, the SFPUC strives to increase the pool of 
qualified local businesses responding to and satisfactorily performing on SFPUC contracting 
opportunities; and 


WHEREAS, The City, through the SFPUC, as tenant, entered into a five-year Office 
Lease dated January 12, 2016 (Lease) authorized by Commission Resolution No. 16-0008, with 
Executive Park Properties, LLC., as Landlord, for the use of approximately 4,164 rentable square 
feet of space located 150 Executive Park Blvd, Suite 1300, San Francisco, CA 94134, as office 
and training space for the Center; and 


WHEREAS, The initial term of the Lease expires on January 31, 2021, although the 
current Lease provides the City options to extend the Lease term by each of four consecutive 
one-year option terms; and 


WHEREAS, The SFPUC, desires to continue to use the Premises for the programs by 
offered by Workforce and Economic Program Services to meet the SFPUC’s goals of increasing 
the pool of qualified and interested Local Business Enterprises responding to SFPUC contracting 
opportunities and also to obtain an immediate, temporary reduction in current rent; and 


WHEREAS, The SFPUC desires to enter into Amendment No. | to the Lease, providing 
for the replacement of the four one-year option terms with a single four-year extension of the 
Lease term to January 31, 2025 at a reduced initial monthly rent of $10,028.30 per month, 
increasing once on July 1, 2022 to $12,492 per month for the remainder of the Lease term; and 


WHEREAS, Funding for the rent payments will be made from Infrastructures Operating 
Budget; now, therefore, be it , 


RESOLVED, That this Commission hereby approves the terms and conditions of the 
Amendment No. | to Office Lease; and, be it 


FURTHER RESOLVED, That this Commission hereby ratifies, approves, and authorizes 
all actions heretofore taken by any City official in connection with the Amendment No. 1 to 
Office Lease; and, be it 


FURTHER RESOLVED, That this Commission hereby authorizes and directs the 
General Manager of the SFPUC to execute the Amendment No. 1 to Office Lease; and, be it 


FURTHER RESOLVED, That this Commission herby authorizes the SFPUC General 
Manager to enter into any amendments or modifications to this Lease, including without 
limitation, the exhibits, that the General Manager determines, in consultation with the City 
Attorney, are in the best interest of the SFPUC and the City, do not materially decrease the 
benefits to the SFPUC or the City, do not materially increase the obligations or liabilities of the 
SFPUC or the City, are necessary or advisable to effectuate the purposes and intent of the Lease 
or this resolution, and are in compliance with all applicable laws, including the City Charter. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities Commission at 
its meeting of September &, 2020. 


vi 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0199 


WHEREAS, San Francisco Public Utilities Commission (SFPUC) staff developed a 
project description under the Water System Improvement Program (WSIP) for meeting water 
supply demands, otherwise known as Project No. CUW30201, San Francisco Westside Recycled 
Water Project (Recycled Water Project), in the City and County of San Francisco, California; 
and 


WHEREAS, The Recycled Water Project is a water supply project approved by the 
SFPUC as part of the WSIP; and 


WHEREAS, The objectives of the Recycled Water Project are to construct a new 
recycled water treatment facility, pump station, underground reservoir and associated pipelines 
and that would produce and delivery up to 2 million gallons per day of recycled water for 
irrigation, lake fill, and other non-potable uses, to diversify the SFPUC’s water supply portfolio 
and increase the use of local water supply sources; and 


WHEREAS, The California Health and Safety Code, Water Code, and California Code of 
Regulations Titles 22 and 17 include regulations related to the use of recycled water for 
irrigation and lake augmentation, and also set forth requirements for the protection of the public 
water supply from cross connection and modifications to the irrigation systems in Golden Gate 
Park and Lincoln Park are required to bring these systems into compliance with these 
regulations; and 


WHEREAS, The SFPUC proposes to use State grant funds to implement the irrigation 
system retrofits in Golden Gate Park and Lincoln Park to better coordinate with other aspects of 
the Westside Recycled Water Project, including regulatory permitting, and to ensure timely 
completion in accordance with the overall Project schedule; and 


WHEREAS, The SFPUC has identified the required modifications, and intends to 
implement them through State grant-funded Contract No. WD-2852R, San Francisco Westside 
Recycled Water Project, Irrigation Retrofits, if the Commission awards that contract; and 


WHEREAS, On January 14, 2014 by Resolution No. 14-0010, this Commission 
authorized the General Manager to enter into a Memorandum of Understanding (Original MOU) 
with the San Francisco Recreation and Parks Department (SFRPD) regarding the construction 
and operation of Phase One of the Groundwater Project; and 


WHEREAS, On June 14, 2016 by Resolution No. 16-0120, this Commission authorized 
the General Manager to enter into an Amended and Restated Memorandum of Understanding 
(Restated MOU) with SFRPD regarding each party’s obligations and responsibilities with 
respect to the construction and operation of the San Francisco Westside Recycled Water Project 
facilities and San Francisco Groundwater Supply Project Phase Two well facilities within 
Golden Gate Park on SFRPD property; and 


WHEREAS, SFPUC and SFRPD wish to amend the MOU to authorize SFPUC to enter 
upon SFRPD’s property to construct retrofits and related modifications of the irrigation systems 
in Golden Gate Park and Lincoln Park Golf Course to allow the use of recycled water at those 
properties, and copy of the proposed Amended MOU was presented to the Commission on 
September 8, 2020 and is on file with the Commission Secretary; and 


WHEREAS, If the Commission awards State grant-funded Contract No. WD-2852R San 
Francisco Westside Recycled Water Irrigation System Retrofits, the retrofits and related 
modifications of the irrigation systems will be performed under that contract by Fontenoy 
Engineering Inc; and 


WHEREAS, Water Enterprise Project No. CUW30201, San Francisco Westside 
Recycled Water Project is financed through a Clean Water State Revolving Fund (CWSRF) loan 
as approved by this Commission on July 11, 2017 by Resolution Nos. 17-0155 and 17-0159 and 
the CWSRF agreement, executed in September 2017, provides for a $15 million Proposition 1 
grant and a $171.2 million loan, and the improvements to be constructed under Contract No. 
WD-2852R will be funded by that grant; and 


WHEREAS, An Environmental Impact Report (EIR) as required by the California 
Environmental Quality Act (CEQA) was prepared for the San Francisco Westside Recycled 
Water Project and the Final EIR (FEIR) was certified by the San Francisco Planning 
Commission on September 3, 2015 (Planning Department File No. 2008.0091E) in its Motion 
No. M-19442. The FEIR prepared for the Project is tiered from the Water System Improvement 
Program Environmental Impact Report (PEIR) adopted by this Commission in Resolution No. 
08-200 dated October 30, 2008, as authorized and in accordance with CEQA and CEQA 
Guidelines. On September 8, 2015, this Commission, by Resolution 15-0187, (1) approved the 
Project; and (2) adopted CEQA Findings, including a statement of overriding considerations, and 
a Mitigation Monitoring and Reporting Program (MMRP) required by CEQA; and (3) authorized 
the General Manager of the SFPUC to implement the Project, in compliance with the Charter and 
applicable law, and subject to subsequent Commission action and Board of Supervisors approval, 
where required. On September 3, 2015, On January 13, 2020, the Environmental Review Officer 
approved the Addendum that was prepared for the retrofit of existing irrigation systems in 
Golden Gate Park; now, therefore, be it 


RESOLVED, That this Commission hereby authorizes the General Manager, or his 
designee, to enter into the Amended Memorandum of Understanding (Amended MOU) with the 
San Francisco Recreation and Parks Department (SFRPD) on file with the Commission Secretary 
to allow the SFPUC, through its State grant-funded Contract No. WD-2852R, to construct 
irrigation system retrofits in Golden Gate Park and Lincoln Park Golf Course to facilitate the 
SFPUC’s Westside Recycled Water Project; and be it 


FURTHER RESOLVED, That this Commission hereby authorizes the General Manager 
or his designee, to enter into any additions, amendments or other modifications to the Amended 
MOU that the General Manager in consultation with the City Attorney détermines are in the best 
interests of the SFPUC, do not materially decrease the benefits to the SFPUC, do not materially 
increase the obligations or liabilities of the SFPUC, or materially decrease the public benefits 
accruing to the SFPUC, and are necessary or advisable to complete the transaction contemplated 
and effectuate the purpose and intent of this Resolution. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of September 8, 2020 


pllorna Abed 


Secretary, Public Utilities Commission 
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SAN FRANCISCO PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


London N. Breed 
Mayor 


REGULAR MEETING AGENDA 
Tuesday, September 22, 2020 
1:30 P.M. 


This meeting is being held by Teleconference Pursuant to the Governor’s Executive Order N- 
29-20 and the Twelfth Supplement to Mayoral Proclamation Declaring the Existence of a Local 
Emergency Dated February 25, 2020 


WATCH LIVE: 
httos://www.sfgovtv.org/sfouc 


PUBLIC COMMENT CALL-IN: 
1 (415) 655-0001 / MEETING ID: 146 500 3304 ## 


During the Coronavirus Disease (COVID-19) emergency, the San Francisco Public Utilities 
Commission’s (SFPUC) regular meeting room, City Hall, Room 400, is closed. Commissioners 
and SFPUC staff will convene Commission meetings remotely by teleconference. 


Commissioners 
Ann Moller Caen, President 
Anson Moran 
Sophie Maxwell 
Tim Paulson 


Harlan L. Kelly, Jr. 
General Manager 


Donna Hood 
Secretary 





Accessible Meeting Policy: To obtain meeting materials in alternative format, please contact the Commission Secretary at 
415-554-2165 or via email at Commission@sfwater.org. Providing at least 72 hours notice will help to ensure availability. 
Written reports or background materials for calendar items are available on-line at 

http:/Awww.stwater. org/index.aspx?page=167. 


Know Your Rights Under the Sunshine Ordinance: Government's duty is to serve the public, reaching its decision in full 
view of the public. Commissions, boards, councils and other agencies of the City and County exist to conduct the people's 
business. This ordinance assures that deliberations are conducted before the people and that City operations are open to 
the people's review. For more information on your rights under the Sunshine Ordinance or to report a violation of the 
ordinance, contact Administrator, by mail to Sunshine Ordinance Task Force, 1 Dr. Carlton B. Goodlett Place, Room 244, 
San Francisco, CA 94102.4689; by phone at 554.7724: by fax at 554.7854; or by email at sotf@sfgov.org. Copies of the 
Sunshine Ordinance can be obtained from the Clerk of the Sunshine Task Force, the San Francisco Public Library and on 
the City’s website at http:/Avww.sfgov.org. 








311 Free Lanquage Assistance: $@37%8 & 48) / Ayuda gratuita con el idioma / BecnaTHaa MOMOLIb TepeBOAYHKOB / 
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Lobbyist Registration and Reporting Requirements: Individuals and entities that influence or attempt to influence local 
legislative or administrative action may be required by the San Francisco Lobbyist Ordinance [SF Campaign & Governmental 
Conduct Code §2.100] to register and report lobbying activity. For more information about the Lobbyist Ordinance, please 
contact the San Francisco Ethics Commission at 25 Van Ness Avenue, Suite 220, San Francisco, CA 94102: telephone (415) 
292-3100; fax (415) 252-3112; web site at www.sfgov.org/ethics. 


CEQA Appeal Rights under Chapter 31 of the San Francisco Administrative Code: If the Commission’s action on a 
project constitutes the Approval Action for that project (as defined in S.F. Administrative Code Chapter 31, as amended, Board 
of Supervisors Ordinance Number 161-13), then the CEQA determination prepared in support of that Approval Action is 
thereafter subject to appeal within the time frame specified in S.F. Administrative Code Section 31.16. Typically, an appeal 
must be filed within 30 calendar days of the Approval Action for a project that has received an exemption or negative 
declaration pursuant to CEQA. For information on filing an appeal under Chapter 31, contact the Clerk of the Board of 
Supervisors at City Hall, 1 Dr. Carlton B. Goodlett Place, Room 244, San Francisco, CA 94102, or call (415) 554-5184. Ifthe 
Planning Department's Environmental Review Officer has deemed a project to be exempt from further environmental review, 
an exemption determination has been prepared and can be obtained on-line at http:/Avww.sf- 

planning. org/index.aspx?paqe=3447. Under CEQA, in a later court challenge, a litigant may be limited to raising only those 
issues previously raised at a hearing on the project or in written correspondence delivered to the Board of Supervisors, 
Planning Commission, Planning Department or San Francisco Public Utilities Commission at, or prior to, such hearing, or as 
part of the appeal hearing process on the CEQA decision. 





single vote of the Commission. There will be no separate discussion of these items 
unless a member of the Commission or the public so requests, in which event the 
matter will be removed from the Calendar and considered as a separate item. 


a) Approve Amendment No. 2 to Agreement No. CS-366, Emergency Planning, 


200200 


Technical Assistance, and Training Support, with AECOM Technical Services, Inc., 
to provide continuing emergency operations planning, training, and exercises for all 
SFPUC enterprises and bureaus; and authorize the General Manager to execute 
this amendment extending the agreement duration by two years, for a total 
agreement duration of eight years, with no change to the agreement amount. 
(Carlin) 


b) Accept work performed by A. Ruiz Construction for Contract No. WD-2783, As- 


200201 


Needed Water Main Replacement at Various Locations, for a total contract amount 
of $8,596,901, and with a total contract duration of 1,052 consecutive calendar days 
(approximately two years and 11 months); and authorize final payment to the 
contractor. (How) 


c) Approve an increase in the amount of $1,942,300 to the existing contract cost 


200202 


contingency and an increase of 90 calendar days to the existing duration 
contingency for Contract No. WD-2820R, San Francisco Local Water As-Needed 
Paving (FY16-19); and authorize the General Manager to approve future 
modifications to the contract for a total contract amount of up to $19,077,000 and a 
total contract duration of up to 1,294 consecutive calendar days (approximately 
three years, seven months). (How) 


d) Accept work performed by Blocka Construction, Inc., for Contract No. WW-570, 


2002 03 Oceanside Water Pollution Control Plant and Westside Pump Station HVAC 
oli Upgrades; approve Modification No. 3 (Final), decreasing the contract amount by 
$60,218 for a total contract amount of $6,264,356, with no change to the agreement 
duration; and authorize final payment to the contractor. (How) 
REGULAR CALENDAR 
13. Approve proposed modifications to the San Francisco Public Utilities Commission 


200204 


Floodwater Management Grant Assistance Program Grant Requirements and 
Terms as follows: (1) for owner-occupied, residential property owners who 
demonstrate financial hardship (a) provide up-front payment of up to $1,000 for 
contractor deposits to secure work and (b) allow reimbursement for the final 
installment payment to be based on invoice only (not proof of payment); (2) for small 
businesses and non-profit organizations with a maximum of 50 full-time employees (a) 
provide up-front payment for contractor deposits, (b) allow reimbursement for the final 
installment payment based on invoice only (not proof of payment) and (c) reduce the 
grantee cost-share from 20% to 0%; and (3) remove existing eligibility criterion 
requiring proof of prior flooding and replace with approximately 6 inches of flooding in 
a 100-Year Storm. (Norby) 


ORDER OF BUSINESS 


a 


2. 


) 


Call to Order 


Roll Call 


. Commissioner Vacancy and Possible Election of New Vice-President: 


(a) Possible Motion to Suspend Rule 6 of the Rules of Order of the San Francisco 
Public Utilities Commission with regard to electing a new Vice President to fill the 
recent vacancy of that position due to resignation 

(b) If Motion under (a) fails, action to elect a new Vice-President of the San Francisco 
Public Utilities Commission to serve until the October 2020 officer elections as per 
Rule 6 (Caen) 


Approval of the Minutes of September 8, 2020 


General Public Comment 
Members of the public may address the Commission on matters that are within the 
Commission’s jurisdiction and are not on today’s agenda 


Communications (discussion only) 
a) Correspondence Log 

b) 2020 OneWaterSF Brochure 

c) CleanPowerSF Update 

d) Water Supply Conditions Update 


. Report of the General Manager (discussion only) 


a) Update on SFPUC Operations During COVID-19 Emergency 

b) Non-potable Water Ordinance Update 

c) Update on Voluntary Agreement Negotiations Regarding the Water Quality Control 
Plan for the San Francisco Bay/Sacramento—San Joaquin Delta Estuary (Bay-Delta 
Plan) 

b) Report on Recent San Francisco Public Utilities Commission Activities, Events and 
Announcements 


Results and follow-up actions for COVID-19 Employee Pulse Survey #2, which includes 
content related to COVID-19 response and recovery, and Diversity, Equity, Inclusion, 
and Belonging (discussion only) (Kelly, Jr.) 


Workforce Diversity and Equity Update (discussion only) (Ritchie) 


10.Bay Area Water Supply and Conservation Agency Update (discussion only) 


(Sandkulla) 


11.New Commission Business (discussion only) 


CONSENT CALENDAR 


12. All matters listed hereunder constitute a Consent Calendar, are considered to be 


routine by the San Francisco Public Utilities Commission and will be acted upon by a 


14. 


tS: 


16. 


Discussion and possible action to establish performance goals for Fiscal Year 2020- 
21 for the General Manager pursuant to the General Manager’s employment contract 
and San Francisco Charter Section 8B.126(a). (Kelly, Jr.) 
Public comment on matters to be addressed during Closed Session 


Motion on whether to assert the attorney-client privilege regarding the matters listed 
below as Conference with Legal Counsel 


The Commission will go into Closed Session to discuss the following items: 


CLOSED SESSION 


Te 


200295 


18. 


Conference with Legal Counsel - Pursuant to California Government Code Section 
54956.9 (d) (2) and San Francisco Administrative Code Section 67.10 (d) (2) 
(action item) (Gessner) 


Existing Litigation 

James Neidel v. City and County of San Francisco 

Unlitigated Claim No.: 20-01268 / Date Filed: December 11, 2019 

Proposed settlement of unlitigated claim with claimant’s release of all claims and the 
City to pay claimant $67,917. 


Conference with Legal Counsel — Pursuant to California Government Code, Section 
54956.9(a), and San Francisco Administrative Code, Section 67.10(d)(1) 
(discussion only) (Mueller) 


Conferring with, or receiving advice from, the City Attorney regarding the following 
existing litigation in which the City is a petitioner and Pacific Gas & Electric Company 
is an adverse party: In re: PG&E Corporation and Pacific Gas & Electric Company, 
United States Bankruptcy Court, Northern District of California, Case No. 9-30088-DM, 
filed January 29, 2019; Federal Energy Regulatory Commission Case No. EL 19-38- 
000, filed January 28, 2019; Federal Energy Regulatory Commission Case No. ER18- 
1482-000, filed April 30, 2018; Federal Energy Regulatory Commission Case No. 
ER18-1102-000, filed March 15, 2018; Federal Energy Regulatory Commission Case 
No. ER18-790-000, filed, February 2, 2018; Federal Energy Regulatory Commission 
Case No. ER18-768-000, filed January 31, 2018; Federal Energy Regulatory 
Commission Case No. ER18-198-000, filed October 31, 2017; Federal Energy 
Regulatory Commission Case No. ER17-2406-000, filed August 31, 2017; Federal 
Energy Regulatory Commission Case No. ER17-2181-000, filed July 31, 2017; 
Federal Energy Regulatory Commission Case No. ER17-2204, filed July 31, 2017; 
Federal Energy Regulatory Commission Case No. ER17-1509-000, filed May 1, 2017; 
Federal Energy Regulatory Commission Case No. ER17-910-000, filed January 31, 
2017; Federal Energy Regulatory Commission Case No. EL 15-3-000, filed October 
10, 2014; Federal Energy Regulatory Commission Case No. ER15-702-000, filed 
December 23, 2014; Federal Energy Regulatory Commission Case No. ER15-703- 
000, filed December 23, 2014; Federal Energy Regulatory Commission Case No. 
ER15-704-000, filed December 23, 2014; Federal Energy Regulatory Commission 
Case No. ER15-705-000, filed December 23, 2014; Federal Energy Regulatory 
Commission Case No. ER15-735-000, filed December 23, 2014; California Public 


Utilities Commission Case No. 1.15-08-019, filed February 25, 2015; California Public 
Utilities Commission Case No. R.18-10-007, filed October 25, 2018; California Public 
Utilities Commission Case No. R.19-01-006, filed January 10, 2019; and California 
Public Utilities Commission Case No. R.19-09-016, filed January 10, 2019 
Following Closed Session, the Commission will reconvene in Open Session 

19. Announcement following Closed Session 


20. Motion regarding whether to disclose the discussions during Closed Session pursuant 
to San Francisco Administrative Code Section 67.12(a) 


21. Adjournment 


San Francisco 
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SAN FRANCISCO PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


London N. Breed 
Mayor 


Approved Minutes 
(as amended) 
Tuesday, September 22, 2020 
1:30 P.M. 


This meeting was held by Teleconference Pursuant to the Governor's Executive Order N-29- 
20 and the Twelfth Supplement to Mayoral Proclamation Declaring the Existence of a Local 
Emergency Dated February 25, 2020 


Commissioners 
Ann Moller Caen, President 
Anson Moran 
Sophie Maxwell 
Tim Paulson 


Harlan L. Kelly, Jr. 
General Manager 


Donna Hood 
Secretary 





1. Call to Order 
Chair Moran called the meeting to order at 1:30 PM. 


2. Roll Call 
Present: Moran, Maxwell and Paulson 
Excused: Caen 


3. Commissioner Vacancy and Possible Election of New Vice-President: 

(a) Possible Motion to Suspend Rule 6 of the Rules of Order of the San Francisco 
Public Utilities Commission with regard to electing a new Vice President to fill the 
recent vacancy of that position due to resignation 

(b) If Motion under (a) fails, action to elect a new Vice-President of the San Francisco 


Public Utilities Commission to serve until the October 2020 officer elections as per 
Rule 6 


Francesca Gessner, Deputy City Attorney, discussed Rule 6 of the Commission 
Rules of Order and the need for the Commission to consider the possible election of 
a new vice president due to the resignation of Vice President Francesca Vietor. She 
presented the two options for consideration. 


On motion to Suspend Rule 6 of the Rules of Order of the San Francisco Public 
Utilities Commission with regard to electing a new Vice President to fill the recent 
vacancy of that position due to resignation: 


Ayes: Moran, Maxwell, and Paulson 

No Public Comment. 

Chair Moran acknowledged the service of Commissioner Caen, noting her longevity 
and significant contributions to the Commission during her tenure. He recognized 
Commissioner Vietor’s service and read her resignation letter. He indicated a formal 


recognition will take place at a future date. 


Commissioner Maxwell read a statement provided by Francesca Vietor. She 
thanked both Commissioners for their service. 


Commissioners Paulson thanked Commissioner Caen for her years of leadership, 
service, and guidance and for her many contributions to the SFPUC. He thanked 
Commissioner Vietor for her service and dedication to the Commission. 


No public comment. 


4. Approval of the Minutes of September 8, 2020 
On motion to approve the Minutes of September 8, 2020 


Ayes: Moran, Maxwell, and Paulson 


No public comment. 


—— —— ——E —- — 
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5. General Public Comment 
e Peter Drekmeier, Tuolumne River Trust, expressed disappointment that 
Commissioner Vietor resigned and noted her strong advocacy and voice for the 
environment. He presented thoughts on the reasons for her resignation. He indicated 
there is a lack of response to his requests. 
e Alita Dupree discussed the power sources she utilizes. She encouraged 
electrification of “heavy load” and the need to use more electricity and less fossil fuel. 


6. Communications 


a) Correspondence Log 

b) 2020 OneWaterSF Brochure 

c) CleanPowerSF Update 

d) Water Supply Conditions Update 


Public Comment 

e Alita Dupree expressed appreciation for the CleanPowerSF update. She asked that 
heat pump water heating and energy efficiency be discussed. She encouraged new 
CleanPowerSF customers to enroll in SuperGreen. 


The Commission Secretary announced that public comment on the General Manager's 
Report would be heard at two separate points, after item 6b, and 6d, to allow public 
comment on each of the previous topics covered. 


7. Report of the General Manager (GM) 


a) Update on SFPUC Operations During COVID-19 Emergency 
Harlan Kelly, Jr., GM, indicated that San Francisco continues the reopening process 


and that the SFPUC Is following city and state guidelines and supports the city’s 
overall response efforts. He noted the SFPUC staff continue to support the 
Emergency Operations Center. He indicated non-essential workers will continue to 
work remotely through June 2021. He provided an update on the customer financial 
assistance programs noting more than 6,000 residential customers are participating. 


b) Non-potable Water Ordinance Update 
Paula Kehoe, Water Resources Division Manager, provided an update for the Non- 


potable Water Ordinance (NPO), which applies to new buildings and development 
projects 250,000 gross feet or greater; requirement to treat and reuse graywater, 
rainwater, and foundation drainage to meet toilet flushing and irrigation demands 
onsite; and is applicable city-wide. She presented examples of NPO projects and 
reviewed the proposed NOP amendments. 


Ms. Kehoe continued with an update to the Recycled Water Ordinance which has 
been in effect since 1991 and applies to new, remodeled buildings over 40,000 
square feet, new and existing irrigation over 10,000 square feet, designated recycled 
water use areas, and requires installation of dual plumbing. She discussed planning 
for recycled water in San Francisco and centralized recycled water and the proposal 
to rescind the Recycled Water Ordinance. 


Ben Nee 
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Public Comment — Items 7a and 7b 

e Alita Dupree (7a) expressed appreciation for the continued focus on COVID-19. 
She stated the opportunity to work remotely should be the new normal as 
employees are more productive and that it saves money. She stated there needs 
to be ways for customers to pay bills without in-person contact. 

e Alita Dupree (7b) expressed advocacy for conservation. She thinks the affordable 
housing and health care exemptions need to be examined as those entities 
should be able to participate. 


c) Update on Voluntary Agreement Negotiations Regarding the Water Quality Control 
Plan for the San Francisco Bay/Sacramento—San Joaquin Delta Estuary (Bay-Delta 
Plan) 

Michael Carlin, Deputy General Manager (DGM) began by thanking Commissioners 
Caen and Vietor for their service. 


He provided an update on meetings with the state team and on discussions 
concerning habitat restoration, predator control, gravel augmentation, and woody 
debris. He noted discussions are occurring regarding critical year water. 


DGM Carlin responded to a question from Commissioner Maxwell regarding the 
discrepancy on the amount of restoration. 


d) Report on Recent San Francisco Public Utilities Commission Activities, Events and 
Announcements 


GM Kelly expressed appreciation for the service of Commissioners Caen and Vietor 
and spoke to his relationship with them. He thanked them for their service. 


Public Comment — Items 7c and 7d 

e Peter Drekmeier, Tuolumne River Trust (7c), discussed the letter provided to the 
Commission by environmental and fishery groups regarding the peer review of the 
fish model. He requested that additional discussions take place. 


8. Results and follow-up actions for COVID-19 Employee Pulse Survey #2, which includes 
content related to COVID-19 response and recovery, and Diversity, Equity, Inclusion, 
and Belonging 
Justine Hinderlitner, Chief People Officer, thanked Alyssa Vu and Jenny Rice for their 
work on the Pulse Survey #2. 


She presented (1) Survey goals and timeline, (2) Actions since the Pulse Survey #1 in 
May (all employees, onsite employees and remote employees), (3) Results trends and 


highlights (safety, communication, employee wellbeing, onsite and remote employee 
challenges), (4) Equity Pillar in Business Continuity Plan, (5) Overall SEPUC results in 
Diversity, Equity, Inclusion, and Belonging (DEIB), (6) Ethnicity differences in survey 
items, (7) Gender differences in DEIB items, (8) Onsite/ remote differences in COVID 


items, and (9) In-progress and next steps. 
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The Commissioners thanked Ms. Hinderlitner for a job well done and for a thorough 
presentation and thought process. 


No public comment. 


9. Workforce Diversity and Equity Update 
Justine Hinderlitner presented the update: (1) Human Resources Services (HRS) 
current approach to discipline (new supervisor training, process for when new 
disciplinary issues are brought for HRS for inquiry, public sector disciplinary process 
protections, competency model framework, ongoing advice and consolation to 
guide/coach supervisors and managers). She reviewed HRS plan for discipline 
(probationary period performance management framework, case management system 
for holistic analysis, and develop more specific tools/procedures), (2) Current on-going 
approach to managemenv leadership development and retention, and (3) 
Management/eadership development and retention plans. 


Ms. Hinderlitner responded to a question from Commissioner Paulson as to whether the 
information provided is being shared with union representatives as related to collective 
bargaining. 


Ms. Hinderlitner responded to a question from Commissioner Maxwell as to whether 
everybody has an opportunity to be heard. 


Steve Ritchie, Assistant General Manager (AGM) Water, discussed City Distribution 
Division (CDD) safety culture and workplace conduct. He reviewed CDD safety, job site 
traffic control, workplace conduct expectations (developed by CDD staff), and efforts 
moving forward on workforce diversity and equity. 


No public comment. 


10. Bay Area Water Supply and Conservation Agency (BAWSCA) Update 
Nicole Sandkulla, BAWSCA CEO, discussed AGM Ritchie’s update to the BAWSCA 
Board regarding the new Alternative Water Supply Planning Program. She noted the 
Board's interest in the program. She stated the Board discussed their continued 
participation in the Los Vaqueros Reservoir Expansion Project. She indicated the 
Contra Costa County Water District, who owns the Reservoir, is asking the existing 
partner agencies in the Los Vaqueros project to adopt a second amendment to the 
multi-party agreement, which will enable further planning work through December 2021. 
She noted BAWSCAs intent to acquire additional dry year supplies, which will be 
supplemental to SFPUC dry year supplies. She indicated the BAWSCA board decided 
not to move forward independently in the Los Vaqueros expansion project, and she 
detailed reasons for the decision. She noted BAWSCA’s continued support for the 
expansion project. She said BAWSCA strongly urges the SFPUC to remain engaged in 
the expansion project. 


She extended her appreciation to Commissioners Caen and Vietor for their service to 
customers, both in San Francisco and to the wholesale customers. 
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No public comment. 


11.New Commission Business 
None. 


12. Consent Calendar: 


a) Approve Amendment No. 2 to Agreement No. CS-366, Emergency Planning, 
Technical Assistance, and Training Support, with AECOM Technical Services, Inc.., 
to provide continuing emergency operations planning, training, and exercises for all 
SFPUC enterprises and bureaus; and authorize the General Manager to execute 
this amendment extending the agreement duration by two years, fora total 


agreement duration of eight years, with no change to the agreement amount. 
(Resolution 20-0200) 


b) Accept work performed by A. Ruiz Construction for Contract No. WD-2783, As- 
Needed Water Main Replacement at Various Locations, for a total contract amount 
of $8,596,901, and with a total contract duration of 1,052 consecutive calendar 
days; and authorize final payment to the contractor. (Resolution 20-0201) 


c) Approve an increase in the amount of $1,942,300 to the existing contract cost 
contingency and an increase of 90 calendar days to the existing duration 
contingency for Contract No. WD-2820R, San Francisco Local Water As-Needed 
Paving (FY16-19); and authorize the General Manager to approve future 
modifications to the contract for a total contract amount of up to $19,077,000 and a 


total contract duration of up to 1,294 consecutive calendar days. (Resolution 20- 
0202) 


d) Accept work performed by Blocka Construction, Inc., for Contract No. WW-570, 
Oceanside Water Pollution Control Plant and Westside Pump Station HVAC 
Upgrades: approve Modification No. 3 (Final), decreasing the contract amount b 
$60,218 for a total contract amount of $6,264,356, with no change to the agreement 
duration; and authorize final payment to the contractor. (Resolution 20-0203) 


No public comment. 


On motion to approve Consent Calendar items 12a through 12d 
Ayes: Moran, Maxwell, and Paulson 


13. Approve proposed modifications to the San Francisco Public Utilities Commission 
Floodwater Management Grant Assistance Program Grant Requirements and Terms 
as follows: (1) for owner-occupied, residential property owners who demonstrate 
financial hardship (a) provide up-front payment of up to $1,000 for contractor deposits 
to secure work and (b) allow reimbursement for the final installment payment to be 
based on invoice only (not proof of payment): (2) for small businesses and non-profit 
organizations with a maximum of 50 full-time employees (a) provide up-front payment 
for contractor deposits, (b) allow reimbursement for the final installment payment 


based on invoice only (not proof of payment) and (c) reduce the grantee cost-share 
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from 20% to 0%; and (3) remove existing eligibility criterion requiring proof of prior 
flooding and replace with approximately 6 inches of flooding in a 100-Year Storm. 
(Resolution 20-2004) 

Greg Norby, AGM Wastewater, provided brief background and general information on 
the Floodwater Grant Program, challenges faced, and feedback received from the 
public. He turned the presentation over to Sarah Minick who discussed specific 
changes in the grant program requirements. 


Ms. Minick discussed the purpose of the grant program and the efforts to make the 
grant program more accessible to low-income residents. She discussed the changes: 
(1) provide up-front funding so low-income participants can secure a contractor to start 
work. She noted that those who show they are in a hardship will get 10% or $1,000 up 
front (whichever is less) to secure a contractor to begin work, (2) She discussed the 
desire of non-profits and small businesses to participate in the grant program as they 
have the same difficulty with up-front payment, and indicated that those organizations 
have now been included in the program, and (3) to reduce grantee cost-share from 
20% to 0% in hardship situations. 


Commissioner Maxwell thanked staff for their work. 


Commissioner Moran discussed a proposed amendment to introduce eligibility criteria. 
At the request of the Commission Secretary, Ms. Minick read the amendments that 
were made to the resolution. 


Commissioner Moran responded to a question from Commissioner Maxwell as to why 
there is a one-year limit (sunset). 


No public comment. 


On motion to approve Item 13 as amended: 
Ayes: Moran, Maxwell, and Paulson 


Discussion and possible action to establish performance goals for Fiscal Year 2020-21 
for the General Manager pursuant to the General Manager’s employment contract and 
San Francisco Charter Section 8B.126(a). 

GM Kelly discussed his proposed work plan and performance goals for FY 2020-21. 
He indicated that outcomes will be submitted to the Commission for evaluation at the 
end of the fiscal year. He indicated his last submission of performance goals was in 
FY 2018-19, but due to competing priorities that year the goals were not evaluated 
and new goals were not approved. 


He noted five major areas of responsibility as per his employment contract: (1) 
General Management, (2) Policy Implementation, (3) Audit Response, (4) 
Transparency, and (5) Year-Specific Goals. He indicated that President Caen 
requested that goals related to the Sewer Inspection Improvement Program be added 
to section five. GM Kell read the addition of 5.9 “Continue to execute the Biosolids and 
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engagement”. He indicated the are five sub-sections to 5.9, which he provided, along 
with associated due dates. 


Commissioner Moran noted a numbering problem under section #2. 


Commissioner Moran requested the following additions: 
e 5.2- Alternative Water Supplies: Substantially complete feasibility studies for at 


least 3 water supply projects, and a general plan for meeting consumptive and 
environmental demands through 2050. 

e 5.3—Power- Hetch Hetchy: Continue to work to obtain reasonable access to 
distribution services for our new and existing customers through negotiation and, 
as necessary, litigation with PG&E and through strategic investment in PUC- 
owned distribution, as we improve our operational readiness to won, operate, 
and maintain distribution services and grow our customer base and provide & an 


update to the Power Enterprise Business Plan. 


Public comment 

e Dick Allen asked for goals related to the Lake Merced Watershed Report, Lake 
Merced Memorandum of Understanding with the San Francisco Recreation and Park 
Department (RPD), RPD issuance of the 2015 Lake Merced RFP, and the Tuolumne 
River ecosystem and habitat. 


At the request of Commissioner Maxwell, GM Kelly responded to Mr. Allen’s 
comments. Commissioner Moran provided additional comment as to the development 
of the Performance Goals. Brief discussion ensued. 


On motion to approve Item 14 as amended: 
Ayes: Moran, Maxwell, and Paulson 


Public comment on matters to be addressed during Closed Session 
None. 


Motion on whether to assert the attorney-client privilege regarding the matters listed 


below as Conference with Legal Counsel 
On motion to assert attorney-client privilege 


Ayes: Moran, Maxwell, and Paulson 


The Commission entered Closed Session at 4:30 PM. 


Item 17 Attendees: 

Commissioners Anson Moran, Sophie Maxwell, Tim Paulson 

Staff: Harlan Kelly, Jr., General Manager; Michael Carlin, Deputy General Manager; 
Eric Sandler, CFO, AGM Business Services; Francesca Gessner, Deputy City 
Attorney, Lee Sayao, !T Engineer Technical Services; Donna Hood, Commission 
Secretary 








17. Conference with Legal Counsel - Pursuant to California Government Code Section 
94956.9 (d) (2) and San Francisco Administrative Code Section 67.10 (d) (2) 
Existing Litigation 
James Neidel v. City and County of San Francisco 
Unlitigated Claim No.: 20-01268 / Date Filed: December 11, 2019 
Proposed settlement of unlitigated claim with claimant's release of all claims and the 


City to pay claimant $67,917. 
(Resolution 20-0205) 


Item 18 Attendees: 

Commissioners Anson Moran, Sophie Maxwell, Tim Paulson 

Staff; Harlan Kelly, Jr., General Manager; Michael Carlin, Deputy General Manager; 
Barbara Hale, AGM Power Enterprise; Eric Sandler, CFO, AGM Business Services; 
Deputy City Attorney Teresa Mueller, Deputy City Attorney; Lee Sayao, IT Engineer 
Technical Services; Donna Hood, Commission Secretary 


18. Conference with Legal Counsel — Pursuant to California Government Code, Section 
94956.9(a), and San Francisco Administrative Code, Section 67.10(d)(1) 
Conferring with, or receiving advice from, the City Attorney regarding the following 
existing litigation in which the City is a petitioner and Pacific Gas & Electric Company 
is an adverse party: In re: PG&E Corporation and Pacific Gas & Electric Company, 
United States Bankruptcy Court, Northern District of California, Case No. 9-30088-DM, 
filed January 29, 2019; Federal Energy Regulatory Commission Case No. EL 19-38- 
000, filed January 28, 2019; Federal Energy Regulatory Commission Case No. ER18- 
1482-000, filed April 30, 2018; Federal Energy Regulatory Commission Case No. 
ER18-1102-000, filed March 15, 2018; Federal Energy Regulatory Commission Case 
No. ER18-790-000, filed, February 2, 2018; Federal Energy Regulatory Commission 
Case No. ER18-768-000, filed January 31, 2018; Federal Energy Regulatory 
Commission Case No. ER18-198-000, filed October 31, 2017; Federal Energy 
Regulatory Commission Case No. ER17-2406-000, filed August 31, 2017; Federal 
Energy Regulatory Commission Case No. ER17-2181-000, filed July 31, 2017; 
Federal Energy Regulatory Commission Case No. ER17-2204, filed July 31, 2017; 
Federal Energy Regulatory Commission Case No. ER17-1509-000, filed May 1, 2017; 
Federal Energy Regulatory Commission Case No. ER17-910-000, filed January 31, 
2017; Federal Energy Regulatory Commission Case No. EL 15-3-000, filed October 
10, 2014: Federal Energy Regulatory Commission Case No. ER15-702-000, filed 
December 23, 2014; Federal Energy Regulatory Commission Case No. ER15-703- 
000, filed December 23, 2014; Federal Energy Regulatory Commission Case No. 
ER15-704-000, filed December 23, 2014; Federal Energy Regulatory Commission 
Case No. ER15-705-000, filed December 23, 2014; Federal Energy Regulatory 
Commission Case No. ER15-735-000, filed December 23, 2014; California Public 
Utilities Commission Case No. 1.15-08-019, filed February 25, 2015; California Public 
Utilities Commission Case No. R.18-10-007, filed October 25, 2018; California Public 
Utilities Commission Case No. R.19-01-006, filed January 10, 2019; and California 
Public Utilities Commission Case No. R.19-09-016, filed January 10, 2019 


The Commission exited Closed Session at 4:57 PM. 
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19. Announcement following Closed Session 
Chair Moran announced that the Commission recommends sending item 17 to the 


Board of Supervisors for consideration. No other action was taken. 


20. Motion regarding whether to disclose the discussions during Closed Session pursuant 
to San Francisco Administrative Code Section 67.12(a) 


On motion not to disclose discussions. 
Ayes: Moran, Maxwell, and Paulson 


21. Adjournment 
Adjourned the meeting at 4:58 PM. 





PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0200 


WHEREAS, On January 13th, 2015, pursuant to Resolution No. 15-0012, this 
Commission awarded Agreement No. CS-366, Emergency Planning, Technical Assistance and 
Training Support, and authorized the General Manager of the San Francisco Public Utilities 
Commission (SFPUC) to negotiate and execute a professional services agreement with an 
amount not-to-exceed $2,000,000, and with a duration of four years, with AECOM Technical 
Services, Inc. (AECOM); and 


WHEREAS, On July 24, 2018, pursuant to Resolution No. 18-0122, this Commission 
approved Amendment No. 1, extending the agreement by two years, to continue to perform and 
complete emergency planning and training support, for a total agreement duration of six years, 
with no change to the agreement amount; and 


WHEREAS, Amendment No. 2 is being requested to extend the agreement term by two 
years, to continue to perform and complete emergency planning and training support, for a total 
agreement duration of eight years, with no change to the agreement amount; and 


WHEREAS, The Contract Monitoring Division (CMD) established a Local Business 
Enterprise subconsulting goal of 10% participation (of the total value of services to be provided) 
for this agreement and AECOM committed to a LBE subconsultant participation of 14% with its 
proposal; and 

WHEREAS, Funds for this agreement are available from the Water, Wastewater, and 
Hetchy Operating budgets along with the General Manager’s Operating budget; now, therefore, 
be it 

RESOLVED, That this Commission hereby approves Amendment No. 2 to Agreement 
No. CS-366, Emergency Planning, Technical Assistance and Training Support, with AECOM, to 


continue to provide emergency operations planning, training and exercises for all SFPUC 
enterprises and bureaus; and be it 


FURTHER RESOLVED, That this Commission authorizes the General Manager of the 
SFPUC to execute this Amendment No. 2, extending the agreement duration by two years, for a 
total agreement duration of eight years, with no change to the agreement amount. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of September 22, 2020 


pllorna Mood 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0201 


WHEREAS, Construction has been completed for Water Enterprise FY 16/17 Capital 
Improvement Program (CIP) - funded Contract No. WD-2783, As-Needed Water Main 
Replacement at Various Locations, by the contractor, A, Ruiz Construction; and 


WHEREAS, On April 14, 2015, by Resolution No. 15-0086, this Commission awarded 
Contract No. WD-2783, As-Needed Water Main Replacement at Various Locations, in the amount 
of $6,976,992, to the lowest, qualified and responsible bidder, with the lowest responsive bid, A. 
Ruiz Construction; and 


WHEREAS, The construction contract Notice To Proceed date was set for July 1, 2015, 
with an original schedule of 957 consecutive calendar days and the contract work was completed 
in 1052 consecutive calendar days on May 18, 2018; and 


WHEREAS, The original contract amount was for $6,976,992 and the original contract 
duration was 957 consecutive calendar days; and 


WHEREAS, Section 6.22(h) of the Administrative Code requires that any cumulative 
increase in contract amount or duration in excess of 10% of the original contract amount or 
duration be approved by the Commission; and 


WHEREAS, On March 8, 2016, per Resolution No. 16-0042, this Commission approved 
an increase of $2,773,008 to the contract amount contingency for a total contract amount of up to 
$9,750,000 and no change in the duration contingency; and 


WHEREAS, Modification Nos. 1-3 were issued increasing the contract amount by 
$1,619,909, per Resolution No. 16-0042, and increasing the contract duration by 95 calendar days 
(within the 10% contingency) to anticipate additional work, account for delay in the Notice to 
Proceed of new As-Needed Main Replacement Contract, and for a deductive change order, for a 
total contract amount to $8,596,901, and a total contract duration of 1052 consecutive calendar 
days; and 


WHEREAS, The Contract Monitoring Division (CMD) established a Local Business 
Enterprise (LBE) goal of 15% for this contract. The contractor committed to a LBE participation 
of 15.05% with its bid submittal. CMD has determined that the contractor made a good faith 
effort to comply with its LBE subcontracting requirement by achieving a final LBE participation 
of 5.32% for this contract due to some LBE subcontractors’ non-availability. In good faith, the 
Prime Contractor added two more LBE subcontractors to this project; and 


WHEREAS, Funds are available from Project No. CUW280PR78 — Water Enterprise 
Local Conveyance/Distribution System Project; now, therefore, be it 


RESOLVED, That this Commission hereby accepts work performed by A. Ruiz 
Construction for Water Enterprise FY 16/17 Capital Improvement Program-funded Contract No. 
WD-2783, As-Needed Water Main Replacement at Various Locations, for a total contract amount 
of $8,596,901, and with a total contract duration of 1,052 consecutive calendar days, and 
authorizes final payment to the contractor. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of September 22, 2020. 


Alora Mboed 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0202 


WHEREAS, On May 9, 201, per Resolution No. 17-0109, this Commission approved the 
award of Water Enterprise Local Conveyance/Distribution System Program-funded Contract No. 
WD-2820R, San Francisco Local Water As-Needed Paving (FY 16-19) to A. Ruiz Construction 
Co. & Assoc., Inc.; and 


WHEREAS, The construction contract Notice-to-Proceed date was June 26, 2017; and 


WHEREAS, The original contract amount was for $15,577,000 and the original contract 
duration was 1,095 consecutive calendar days; and 


WHEREAS, Sections 6.22(h) of the San Francisco Administrative Code requires that any 
cumulative increase in contract amount or duration in excess of 10% of the original contract 
amount or duration be approved by the Commission; and 


WHEREAS, The contract has previously been amended within the 10% contingencies to 
increase the contract amount by $1,500,000 and increase the duration by 100 consecutive 
calendar days; and 


WHEREAS, An increase of $1,942,300 to the contract cost contingency and an increase 
of 90 calendar days to the contract duration contingency is being requested to allow the 
continuation of as-needed paving work for the Water Enterprise in San Francisco ; and 


WHEREAS, The Contract Monitoring Division established a Local Business Enterprise 
(LBE) subcontracting participation of 8% for this contract, and the contractor committed to a 
LBE subcontracting participation of 8.54% with its bid submittal; and 


WHEREAS, Funds are available from Project No. CUW280PRB1, San Francisco Local 
Water As-Needed Paving (FY 16-19); now, therefore, be it 


RESOLVED, That this Commission hereby approves an increase of $1,942,300 to the 
existing contract cost contingency and an increase of 90 calendar days to the existing contract 
duration contingency, for Water Enterprise Local Conveyance/Distribution System Program- 
funded Contract No. WD-2820R San Francisco Local Water As-Needed Paving (FY16-19), for a 
total cost contingency of $3,500,000 and a total duration contingency of 199 consecutive 
calendar days; and be it 


FURTHER RESOLVED, That this Commission hereby authorizes the General Manager, 
or his or her designee, to consider, and, if appropriate, to approve any future modifications to the 
contract amount for a total contract amount of up to $19,077,000, and a total contract duration of 
up to 1,294 consecutive calendar days. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities Commission at 


its meeting of September 22, 2020. 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0203 


WHEREAS, Contractor Blocka Construction, Inc., has completed its work for 
Wastewater Enterprise (WWE), Sewer System Improvement Program (SSIP)-funded Contract 
No. WW-570, Oceanside Water Pollution Control Plant and Westside Pump Station HVAC 
Upgrades; and 


WHEREAS, On May 10, 2016, per Resolution No. 16-0082, this Commission awarded 
Contract No. WW-570, Oceanside Water Pollution Control Plant and Westside Pump Station 
HVAC Upgrades, in the amount of $ 6,138,000, to the responsible bidder, submitting the lowest 
and responsive bid, Blocka Construction, Inc.; and 


WHEREAS, The construction contract Notice-To-Proceed date was set for July 25, 2016, 
with an original schedule of 570 consecutive calendar days, and the contractor completed the 
contract work in 1,345.consecutive calendar days on March 30, 2020: and 


WHEREAS, The original contract amount was $6,138,000; and 


WHEREAS, Section 6.22(h) of the Administrative Code requires that any cumulative 
increase in contract amount or duration in excess of 10% of the original contract cost or duration 
be approved by the Commission; and 


WHEREAS, On April 24, 2018, per Resolution No. 18-0065, this Commission approved 
an increase to the duration contingency in the amount of 93 consecutive calendar days for a total 
revised contract duration contingency up to 720 consecutive calendar days; and 


WHEREAS, Modification No. 1 increased the contract amount by $69,996 (within the 
10% contingency) and increased the contract duration by 150 consecutive calendar days, to 
account for additional motor starters, duct work and digital sensors in the Bioassay room, for a 
total contract amount of $6,207,996 and a total contract duration of 720 consecutive calendar 
days; and 


WHEREAS, On April 14, 2020, per Resolution No. 20-0066, this Commission approved 
an increase to the duration contingency in the amount of 625 consecutive calendar days for a 
total revised contract duration contingency up to 1,345 consecutive calendar days; and 


WHEREAS, Modification No. 2 increased the contract amount by $116,578 (within the 
10% contingency) and increased the contract duration by 625 consecutive calendar days, to 
complete HVAC equipment start-up, testing and integration into the BMS at Oceanside 
Treatment Plant (OSP) existing control system, for a total revised contract amount of $6,324,574 
and a total revised contract duration of 1,345 consecutive calendar days; and 


WHEREAS, Staff recommends the Commission adopt the Final Modification No. 3 to 
decrease the contract amount by $60,218 to reconcile the remaining bid item quantities and 
allowances to reflect the actual quantities used, for a final contract amount of $6,264,356 and 
with no change in contract amountg; and 


WHEREAS, The Contract Monitoring Division established a Local Business Enterprise 
(LBE) subcontracting requirement of 20% for this contract, and the final LBE contract 
participation was 29.56%; and 


WHEREAS, Funds are available from Project No. CWWSIPTPOP05S — OSP Condition 
Assessment Repairs; now, therefore, be it 

RESOLVED, That this Commission hereby accepts work performed by Blocka 
Construction, Inc., for WWE, SSIP-funded Contract No. WW-570, Oceanside Water Pollution 
Control Plant and Westside Pump Station HVAC Upgrades, approves Modification No. 3 
(Final), decreasing the contract amount by $60,218 for a total contract amount of $6,264,356 and 
a total contract duration of 1,345 calendar days, and authorizes final payment to the Contractor. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of September 22, 2020. 


Honan Ato 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0204 


WHEREAS, The San Francisco Public Utilities Commission (SFPUC) has a program to 
minimize the risk of stormwater flooding, through the Floodwater Management Grant Assistance 
Program; and 


WHEREAS, On June 11, 2013, per Resolution No. 13-0098, this Commission approved 
the Floodwater Management Grant Program ("Grant Program") and authorized the General 
Manager or his designee to execute Grant Agreements with San Francisco property owners for 
grant assistance to install specified improvements to their properties to lower their risk of 
damage/harm due to flooding caused by rainstorms, subject to the availability of funding; and 


WHEREAS, The original budget allocation was $250,000 from the Fiscal Year 2014 
Wastewater Enterprise (WWE) budget, with future funding to be re-evaluated and separately 
approved; and 


WHEREAS, On July 14, 2015, per Resolution No. 15-0158, this Commission approved 
modifications to the Grant Program, including expanding eligible project types and increasing the 
overall program budget allocation; and 


WHEREAS, Grant applications have been accepted since July 2013 and will continue to 
be awarded on a first-come-first-served basis; and 


WHEREAS, SFPUC staff has widely promoted this Grant Program through outreach 
and intends to continue outreach; and 


WHEREAS, On December 12, 2017, per Resolution 17-0249, this Commission expanded 
the types of projects eligible for grant funding, increased the allowable grant funds from $30,000 
to $100,000 per property, approved providing grant funding to grantees in installment payments, 
increased the SEPUC's cost-share from 80% to 90% for owner-occupied homes and from 80% to 
100% for homeowners. demonstrating financial hardship, and increased technical and 
administrative assistance to applicants; and 


WHEREAS, Financial hardship eligibility is determined by a form approved by the 
Commission and attached to the Grant Requirements and Terms and includes those that receive 
government assistance from established Federal, State, and municipal assistance programs; and 


WHEREAS, Wastewater Enterprise staff now recommends modifying the Grant 
Requirements and Terms as follows: (1) for owner-occupied, residential property owners who 
demonstrate financial hardship (a) provide up-front payment of up to $1,000 for contractor 
deposits to secure work and (b) allow reimbursement for the final installment payment to be based 
on invoice only (not proof of payment); and (2) for small businesses and non-profit organizations 
with a maximum of 50 full-time employees (a) provide up-front for contractor deposits, (b) allow 
reimbursement for the final installment payment based on invoice only (not proof of payment) and 
(c) reduce the grantee cost-share from 20% to 0%; and 


WHEREAS, A copy of the proposed modifications to the Grant Requirements and Terms 
and the Variance Process is on file with the Commission Secretary and was presented to the 
Commission at its September 22, 2020 meeting; and 


WHEREAS, At its meeting on September 22, 2020, the Commission amended the 
proposed modifications to the Grant Requirements and Terms and the Variance Process on file 
with the Commission Secrteary to remove the proposed changes to the eligibility criteria for the 
program based on flooding ina 100-year storm; and 


WHEREAS, This action does not constitute a Project under California Environmental 
Quality Act (CEQA) Guidelines Section 15378(b)(4) because the proposed modifications to the 
Grant Program creates a government funding mechanism which does not involve a commitment 
to any specific project which may result in a potentially significant physical impact on the 
environment. At present, it is not possible to identify specific projects that may qualify for 
grants. Projects will be subject to environmental review during the grant application and building 
permit application review process. Under the Grant Requirements and Terms, final grant 
approval will not occur until compliance with CEQA is achieved; now, therefore, be it 


RESOLVED, The Commission hereby approves the proposed modifications to the Grant 
Requirements and Terms on file with the Commission Secretary, as amended by the Commission 
at its September 22, 2020 meeting to remove the proposed changes to the eligibility criteria, and 
authorizes the General Manager or his designee to execute Grant Agreements consistent with the 
approved modified Requirements and Terms with property owners who have active SFPUC 
accounts for wastewater services, subject to the availability of funding; and be it 


FURTHER RESOLVED, That the modivications to the Grant Requirements and Terms 
approved hereunder shall expire one year from the date of this resolution. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of September 22, 2020. 


Honan Mod 


Secretary, Public Utilities Commission 


SQ) San Francisco 
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SAN FRANCISCO PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


London N. Breed 
Mayor 


REGULAR MEETING AGENDA 
Tuesday, October 13, 2020 
1:30 P.M. 


This meeting is being held by Teleconference Pursuant to the Governor's Executive Order N- 
29-20 and the Twelfth Supplement to Mayoral Proclamation Declaring the Existence of a Local 
Emergency Dated February 25, 2020 


WATCH LIVE: 
https://Awww.sfgovtv.org/stpuc 


PUBLIC COMMENT CALL-IN: 
1 (415) 655-0001 / MEETING ID: 146 534 1295 ## 


During the Coronavirus Disease (COVID-19) emergency, the San Francisco Public Utilities 
Commission's (SFPUC) regular meeting room, City Hall, Room 400, is closed. Commissioners 
and SFPUC staff will convene Commission meetings remotely by teleconference. 


Commissioners 
Anson Moran 
Sophie Maxwell 
Tim Paulson 
Ed Harrington 


Harlan L. Kelly, Jr. 
General Manager 


Donna Hood 
Secretary 





Accessible Meeting Policy: To obtain meeting materials in alternative format, please contact the Commission Secretary at 


415-554-2165 or via email at Commission@sfwater.org. Providing at least 72 hours’ notice will help to ensure availability. 
Written reports or background materials for calendar items are available on-line at 


http:/Avww.sfwater.org/index.aspx?paqge=167. 





Know Your Rights Under the Sunshine Ordinance: Government's duty is to serve the public, reaching its decision in full 
view of the public. Commissions, boards, councils and other agencies of the City and County exist to conduct the people's 
business. This ordinance assures that deliberations are conducted before the people and that City operations are open to 
the people's review. For more information on your rights under the Sunshine Ordinance or to report a violation of the 
ordinance, contact Administrator, by mail to Sunshine Ordinance Task Force, 1 Dr. Carlton B. Goodlett Place, Room 244, 
San Francisco, CA 94102.4689; by phone at 554.7724; by fax at 554.7854: or by email at sotf@sfgov.org. Copies of the 
Sunshine Ordinance can be obtained from the Clerk of the Sunshine Task Force, the San Francisco Public Library and on 
the City’s website at http:/Awww.sfgov.org. 


311 Free Lanquage Assistance: $758 a ti) / Ayuda gratuita con el idioma / BecnmaTHaa NOMOLb NepeBosYHKoB / 
Tro gitp Thong dich Mién phi / Assistance linguistique gratuite / ££} Sié sce / Pe 01 / AA / arses swuaa 
n“9n‘te “Tag luc a’artaa 14 / Libreng tulong para sa wikang Tagalog glvaa 








Lobbyist Registration and Reporting Requirements: Individuals and entities that influence or attempt to influence local 
legislative or administrative action may be required by the San Francisco Lobbyist Ordinance [SF Campaign & Governmental 
Conduct Code §2.100] to register and report lobbying activity. For more information about the Lobbyist Ordinance, please 
contact the San Francisco Ethics Commission at 25 Van Ness Avenue, Suite 220, San Francisco, CA 94102: telephone (415) 
252-3100; fax (415) 252-3112; web site at www.sfgov.org/ethics. 








CEQA Appeal Rights under Chapter 31 of the San Francisco Administrative Code: If the Commission’s action on a 
project constitutes the Approval Action for that project (as defined in S.F. Administrative Code Chapter 31, as amended, Board 
of Supervisors Ordinance Number 161-13), then the CEQA determination prepared in support of that Approval Action is 
thereafter subject to appeal within the time frame specified in S.F. Administrative Code Section 31.16. Typically, an appeal 
must be filed within 30 calendar days of the Approval Action for a project that has received an exemption or negative 
declaration pursuant to CEQA. For information on filing an appeal under Chapter 31, contact the Clerk of the Board of 
Supervisors at City Hall, 1 Dr. Carlton B. Goodlett Place, Room 244, San Francisco, CA 94102, or call (415) 554-5184. If the 
Planning Department's Environmental Review Officer has deemed a project to be exempt from further environmental review, 
an exemption determination has been prepared and can be obtained on-line at http:/Avww.st- 

planning. org/index.aspx?paqe=3447. Under CEQA, in a later court challenge, a litigant may be limited to raising only those 
issues previously raised at a hearing on the project or in written correspondence delivered to the Board of Supervisors, 
Planning Commission, Planning Department or San Francisco Public Utilities Commission at, or prior to, such hearing, or as 
part of the appeal hearing process on the CEQA decision. 


ORDER OF BUSINESS 


1. Call to Order 
2. Roll Call 
3. Annual Election of Officers: As per the San Francisco Public Utilities Commission Rules 
of Order, Rule No. 6, discussion and possible action to elect a President and Vice 
President of the Commission, each to serve a one-year term. (action item) 
4. Approval of the Minutes of September 22, 2020 
5. General Public Comment 
Members of the public may address the Commission on matters that are within the 
Commission’s jurisdiction and are not on today’s agenda 
6. Communications (discussion only) 
a) Contract Advertisement Report 
b) Correspondence Log 
c) Water Supply Conditions Update 
7. Citizens’ Advisory Committee Annual Report (discussion only) (Ekanem) 
8. Report of the General Manager (discussion only) 
a) Update on SFPUC Operations During COVID-19 Emergency 
b) Southeast Area Major Projects Update 
c) Report on Recent San Francisco Public Utilities Commission Activities, Events and 
Announcements 
9. New Commission Business (discussion only) 
CONSENT CALENDAR 
10. All matters listed hereunder constitute a Consent Calendar, are considered to be 


290206 


79020! 


routine by the San Francisco Public Utilities Commission and will be acted upon by a 
single vote of the Commission. There will be no separate discussion of these items 
unless a member of the Commission or the public so requests, in which event the 
matter will be removed from the Calendar and considered as a separate item. 


a) Approve Modification No. 1 to Job Order Contract (JOC), JOC-63, General 
Building (B-License) for San Francisco, San Mateo, Santa Clara and Alameda 
Counties, with Angotti & Reilly, Inc., to complete ongoing facility and asset 
improvements, increasing the contract duration by one year, for a total contract 
duration of five years, in accordance with San Francisco Administrative Code 6.62, 
with no change to the contract amount. (How) 


b) Approve the plans and specifications, and award Contract No. WD-2858R, Sunol 
Valley Water Treatment Plant Water Quality Modular Office, in the amount of 
$1,096,200 and with a duration of 220 consecutive calendar days (approximately 


seven months), to the responsible bidder submitting the lowest responsive bid, Alta 
Group, Inc., to furnish and install trailers and construct associated work. This action 
constitutes the Approval Action for the project for the purposes of CEQA, pursuant 
to Section 31.04(h) of the San Francisco Administrative Code. (How) 


c) Accept work performed by JMB Construction, Inc., for Contract No. WW-625, 


790208 


Oceanside Water Pollution Control Plant Flare Control and Stack Upgrade; approve 
Modification No. 5 (Final), decreasing the contract amount by $104,418 for a total 
contract amount of $3,521,702 with no change to the total contract duration of 880 
consecutive calendar days (approximately two years and five months); and 
authorize final payment to the contractor. (How) 


REGULAR CALENDAR 
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Approve Amendment No. 4 to Agreement No. CS-200, Right of Way Services, with 
Associated Right of Way Services, Inc., to continue to provide right-of-way services for 
San Francisco Public Utilities Commission capital program and other projects; and 
authorize the General Manager to execute this amendment, extending the agreement 
duration by 11 months, for a total duration of nine years and 11 months, with no 
change to the agreement amount. (Carlin) 


Approve the plans and specifications, and award Contract No. HH-1000R, Mountain 
Tunnel Improvements Project, in the amount of $138,973,189 and with a duration of 
2,160 consecutive calendar days (approximately five years and 11 months), to the 
responsible bidder submitting the lowest responsive bid, Michels Tunneling, to 
rehabilitate and make improvements to the existing tunnel. (How) 


Authorize submittal of an application to the U.S. Department of Interior Bureau of Land 
Management, in coordination with the National Park Service, to correct the mapped 
boundary of the Canyon Power Tunnel and Aqueduct right-of-way over federal 
lands in Yosemite National Park to reflect the as-built condition of the Canyon Tunnel 
under 43 CFR part 2807.11(e); and authorize the General Manager to seek Board of 
Supervisors approval of the acceptance of the corrected right-of-way under Charter 
Section 9.118. (Carlin) 


Discussion and possible action to authorize the General Manager to execute an 
Installment Sale Agreement to secure a Clean Water State Revolving Fund Loan for 
the Wastewater Enterprise Southeast Treatment Plant New Headworks Replacement 
Project in an amount not-to-exceed $112,036,181, and with a 30-year term and an 
interest rate of 1.10%. (Sandler) 


Approve the award of a five-year lease to the Central Network Retail Group, a 
Delaware limited liability company doing business as Outdoor Supply Hardware, for 
use of an approximately 35,962 square-foot retail store plus an adjacent fenced yard, 
loading dock area, and a common area parking lot at 900 El Camino Real, in Millbrae, 
California at an initial annual Base Rent of $188,000, with two months’ initial free rent, 
and 3% annual Base Rent increases, and Additional Rent consisting of 5% of the 
tenant’s annual gross revenues above $12 million. The proposed lease includes three, 
one-year options to extend the term subject to certain conditions and subject to 


iG 
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approval by the SFPUC and Board of Supervisors under Charter Section 9.118(c), for 
a total potential lease term of eight years. (Carlin) 


Public comment on matters to be addressed during Closed Session 


Motion on whether to assert the attorney-client privilege regarding the matters listed 
below as Conference with Legal Counsel 


The Commission will go into Closed Session to discuss the following items: 


CLOSED SESSION 


18. 


ep 


Conference with Legal Counsel - Pursuant to California Government Code Section 
54956.9 (d) (1) and San Francisco Administrative Code Section 67.10 (d) (1) 
(discussion only) (Whipps) 


Existing Litigation 

State Water Board Cases, Sacramento Superior Court, JCCP No. 5013 (originally filed 
on January 10, 2019 in Tuolumne Superior Court as San Joaquin Tributaries 
Authority, et al v. California State Water Resources Control! Board, Case No. 
CU62094) 


Conference with Legal Counsel — Pursuant to California Government Code, Section 
54956.9(a), and San Francisco Administrative Code, Section 67.10(d)(1) 
(discussion only) (Mueller) 


Conferring with, or receiving advice from, the City Attorney regarding the following 
existing litigation in which the City is a petitioner and Pacific Gas & Electric Company 
is an adverse party: In re: PG&E Corporation and Pacific Gas & Electric Company, 
United States Bankruptcy Court, Northern District of California, Case No. 9-30088-DM, 
filed January 29, 2019; Federal Energy Regulatory Commission Case No. EL 19-38- 
000, filed January 28, 2019; Federal Energy Regulatory Commission Case No. ER18- 
1482-000, filed Apri! 30, 2018; Federal Energy Regulatory Commission Case No. 
ER18-1102-000, filed March 15, 2018; Federal Energy Regulatory Commission Case 
No. ER18-790-000, filed, February 2, 2018; Federal Energy Regulatory Commission 
Case No. ER18-768-000, filed January 31, 2018; Federal Energy Regulatory 
Commission Case No. ER18-198-000, filed October 31, 2017; Federal Energy 
Regulatory Commission Case No. ER17-2406-000, filed August 31, 2017; Federal 
Energy Regulatory Commission Case No. ER17-2181-000, filed July 31, 2017; 
Federal Energy Regulatory Commission Case No. ER17-2204, filed July 31, 2017; 
Federal Energy Regulatory Commission Case No. ER17-1509-000, filed May 1, 2017; 
Federal Energy Regulatory Commission Case No. ER17-910-000, filed January 31, 
2017; Federal Energy Regulatory Commission Case No. EL 15-3-000, filed October 
10, 2014; Federal Energy Regulatory Commission Case No. ER15-702-000, filed 
December 23, 2014; Federal Energy Regulatory Commission Case No. ER15-703- 
000, filed December 23, 2014; Federal Energy Regulatory Commission Case No. 
ER15-704-000, filed December 23, 2014; Federal Energy Regulatory Commission 
Case No. ER15-705-000, filed December 23, 2014; Federal Energy Regulatory 
Commission Case No. ER15-735-000, filed December 23, 2014; California Public 


Utilities Commission Case No. 1.15-08-019, filed February 25, 2015; California Public 
Utilities Commission Case No. R.18-10-007, filed October 25, 2018; California Public 
Utilities Commission Case No. R.19-01-006, filed January 10, 2019; and California 
Public Utilities Commission Case No. R.19-09-016, filed January 10, 2019 

Following Closed Session, the Commission will reconvene in Open Session 


20. Announcement following Closed Session 


21. Motion regarding whether to disclose the discussions during Closed Session pursuant 
to San Francisco Administrative Code Section 67.12(a) 


22. Adjournment 
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Emergency Dated February 25, 2020 


Commissioners 
Anson Moran 
Sophie Maxwell 
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Donna Hood 
Secretary 





. 


2: 


4. 


Call to Order 
Chair Moran called the meeting to order at 1:30 PM. 


Roll Call 
Present: Moran, Maxwell, Paulson and Harrington 


Annual Election of Officers: As per the San Francisco Public Utilities Commission Rules 
of Order, Rule No. 6, discussion and possible action to elect a President and Vice 
President of the Commission, each to serve a one-year term. 


Public Comment — Election of President 

e Francisco Da Costa stated the Commission is at a crossroad and astute and stellar 
leadership is needed. He proposed Commissioner Harrington be nominated as 
President and Commissioner Moran be nominated as Vice President. 


Chair Moran discussed the process and stated that nominations for the position of — 
President would take place first followed by nominations for Vice President. 


Commissioner Harrington nominated Commissioner Maxwell for President. No other 
nominations received. 


On motion to elect Commissioner Maxwell as President: 
Ayes: Maxwell, Moran, Paulson and Harrington 
Nay: Paulson 


Public Comment — Election of Vice President 

e Francisco Da Costa stated the Commission is at a crossroad and astute and stellar 
leadership is needed. He proposed Commissioner Harrington be nominated as 
President and Commissioner Moran be nominated as Vice President. Commissioner 


President Maxwell thanked the Commission for the nomination. She expressed 
gratitude to former Commissioner Caen for her devotion and service to the Commission 
and the City. 


No Public Comment on Election of Vice President. 


President Maxwell asked for nominations for the position of Vice President. 
Commissioner Harrington nominated Commissioner Moran for Vice President. 


On motion to elect Commissioner Moran as Vice President: 


Ayes: Maxwell, Moran, Paulson and Harrington 
Nay: Paulson 


Approval of the Minutes of September 22, 2020 


Public Comment 





e David Pilpel stated that attendees in Closed Session need to be added to the 
minutes. 


On motion to approve the Minutes of September 22, 2020, as amended 
Ayes: Maxwell, Moran, Paulson and Harrington 


5. General Public Comment 

e Francisco DaCosta stated there is a cloud hanging over the SFPUC. He discussed 
the Sewer System Improvement Project (SS/IP) budget and said transparency and 
accountability is needed. 

e David Pilpel welcomed Commissioner Harrington and congratulated the new Officers. 
He expressed appreciation to former Commissioners Caen and Vietor for their 
service. He asked when he can pay his outstanding SFPUC bill in person and obtain 
receipt, noted the good work on infrastructure maintenance, and recognized the 
passing of former SFPUC employee Jim Salerno. He stated that he feels heard at 
SFPUC meetings. 

e Alita Dupree discussed CleanPowerSF and the Power Content Label. She discussed 
increasing renewable energy percentage, value proposition, and power storage. 

e Peter Drekmeier, Tuolumne River Trust, congratulated the new officers and 
welcomed Commissioner Harrington. He discussed the Modesto Irrigation District 
and Tuolumne Irrigation District petition to the Federal Energy Regulatory 
Commission to waive the State’s authority to show water quality certification in the 
dam licensing process and asked for the SFPUC’s position. 


6. Communications 
a) Contract Advertisement Report (CAR) 
General Manager Kelly responded to a question from Commissioner Harrington 
regarding the Bay Ridge Trail and the ability to fight fires. 
b) Correspondence Log 
c) Water Supply Conditions Update 


Public Comment 

e Francisco DaCosta requested that the Commission address trails, and the 
expense of water considering the fires and conduct a needs assessment on the 
toxicity and adverse impacts on water, forests, and watershed. 


7. Citizens’ Advisory Committee (CAC) Annual Report 
Anietie Ekanem, CAC Chair, congratulated President Maxwell and Commissioner 
Moran. He congratulated Commissioner Harrington for his appointment and that he 
looks forward to working with the Commission. He thanked former Commissioners Caen 
and Vietor for their work. 


On behalf of the CAC, he thanked the Commission for approving the customer 
assistance programs that help San Franciscans during COVID. He indicated the CAC 
works in the community and helped to spread the word. He stated that customers are 
appreciative of the Commission’s work. 
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He reviewed the work of the CAC, highlighting their work around (1) emergency relief 
bill program; (2) improved groundwater, (3) air quality impacts especially around the 
Southeast Plant; (4) equity, (5) infrastructure projects; and (6) people and progress. He 
stated the CAC is a partner and wants to work collaboratively with the Commission. 


President Maxwell and Commissioner Paulson thanked Chair Ekanem and the CAC for 
their commitment and good work. 


Public Comment 
e Francisco DaCosta stated the CAC should address imperial data for discharges at 
the Phelps Treatment Plant. 


Report of the General Manager (GM) 


a) Update on SFPUC Operations During COVID-19 Emergency 
Harlan Kelly, GM, welcomed Commissioner Harrington and congratulated the new 


officers. He thanked Commissioner Paulson for his continued work. He stated that 
President Maxwell was taken to the Jerrold Street Closure and other southeast sites 
to see how construction is proceeding during COVID and observe precautions and 
steps being taking place to protect employees. 

b) Southeast Area Major Projects Update 
Stephen Robinson, Director, Wastewater Capital Programs, indicated the update is 
being provided at the request of the Commission. He introduced Masood Ordikhani 
who provided the presentation: 


SSI/P Overall: Local Hire — Individual Workers: (1) City Local Hire Ordinance 
requirement of 20%-30%, with SSIP Local Hire Participation at 33%; (2) $19M 
wages and benefits earned by San Francisco Residents, with District 10 (D10) 
residents working 29% of all hours and $4.97M in wages and benefits earned; and 
(3) City Local Hire Ordinance Requirement for Apprenticeships 50%, with SSIP 
apprentice participation at 63%, and D10 Residents working 37% of apprentice 
hours. 


SS/P Overall: Local Business Enterprise (LBE) — Contractors: (1) 211 LBEs awarded 
445 contracts, with 88 D10 LBEs awarded 206 contracts; and (2) $318.2M awarded 


to LBEs, with D10 LBEs awarded $159.9M. 


Biosolids Digester Facility Project: Local Hire — Individual Workers: (1) City Local 
Hire Ordinance requirement of 30%. Without applying any of the pipeline and 


retention compliance mechanisms, project Local Hire Participation at 40%; (2) City’s 
Local Hiring Ordinance requirement for apprentices is 50%. Without applying any of 
the pipeline and retention compliance mechanisms, project Local Apprentice 
participation is 78%; and (3) D10 residents worked 47% of all hours worked by San 
Francisco residents, and D10 apprentices worked 30% of all hours worked by San 
Francisco resident apprentices. 


Biosolids Digester Facility Project: SSIP Overall: LBEs — Contractors: (1) Project 





37 contracts, with 15 D10 LBEs awarded 21 contracts; and (3) $38M awarded to 
LBEs, with $29.3M awarded to D10 LBEs. 


Southeast Plant New Headworks Facility Project: Local Hire — Individual Workers: 
(1) City Local Hire Ordinance requirement of 30%. Without applying any of the 
pipeline and retention compliance mechanisms, project Local Hire Participation at 
30%; (2) City’s Local Hiring Ordinance requirement for apprentices is 50%. Without 
applying any of the pipeline and retention compliance mechanisms, project Local 
Apprentice participation is 50%; and (3) D10 residents worked 33% of all hours 
worked by San Francisco residents, and D10 apprentices worked 34% of the hours 
worked by San Francisco residence apprentices. 


Southeast Plant New Headworks Facility Project : LBEs — Contractors: (1) Project 
LBE requirement of 15%, with current LBE participation 17.9%; (2) 36 LBEs 
awarded 67 contracts, with 22 D10 LBEs awarded 45 contracts; and (3) $45.1M 
awarded to LBEs with $35.5M awarded to D10 LBEs. 


Southeast Community Center: Local Hire — Individual Workers: (1) City Local Hire 
Ordinance requirement of 30%. Without applying any of the pipeline and retention 
compliance mechanisms, project Local Hire Participation at 45%; (2) City’s Local 
Hiring Ordinance requirement for apprentices is 50%. Without applying any of the 
pipeline and retention compliance mechanisms, project Local Apprentice 
participation is 73%; and (3) D10 residents worked 40% of all hours worked by San 
Francisco residents, and D10 apprentices worked 26% of all hours worked by San 
Francisco residence apprentices. 


Southeast Community Center: SS/P Overall: LBEs — Contractors: (1) Project LBE 
requirement of 20%, with current LBE participation 31%; (2) 24 LBEs awarded 28 


contracts, with 16 D10 LBEs awarded 17 contracts; and (3) $198M awarded to LBEs 
with $14.9M awarded to D10 LBEs. 


Mr. Ordikhani displayed a video highlighting several employees and their words 
describing the impacts of the project on their lives. 


Commissioner Paulson thanked Mr. Ordikhani for his presentation. He noted all the 
work is done under a Project Labor Agreement (PLA) that guarantees good wages, 
training, and benefits. He noted the SFPUC is a model for building infrastructure with 
public funds. 


President Maxwell encouraged the Commission to go to the worksite and described 
her COVID screening prior to going into the site. She discussed her experience 
meeting the employees and the SFPUC’s commitment to Black and Brown lives. 


Commissioner Harrington echoed President Maxwell and Commissioner Paulson’s 
statements. He noted the amount of time and work that has gone into the project 
and thanked staff. 
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c) Report on Recent San Francisco Public Utilities Commission Activities, Events and 
Announcements 


None. 


Public Comment 
Francisco DaCosta referenced an audit conducted by Harvey Rose’s office on 
workforce training in the City. He discussed the increase of the SSIP budget and 
indicated a needs assessment needs to be conducted. He discussed Mlok 
Consulting, staff reassignments, apprentices, and PLAs. 
9. New Commission Business 
None. 


10. Consent Calendar 


a) Approve Modification No. 1 to Job Order Contract (JOC), JOC-63, General Building 
(B-License) for San Francisco, San Mateo, Santa Clara and Alameda Counties, 
with Angotti & Reilly, Inc., to complete ongoing facility and asset improvements, 
increasing the contract duration by one year, for a total contract duration of five 
years, in accordance with San Francisco Administrative Code 6.62, with no change 
to the contract amount. (Resolution 20-0206) 


b) Approve the plans and specifications, and award Contract No. WD-2858R, Sunol 
Valley Water Treatment Plant Water Quality Modular Office, in the amount of 
1,096,200 and with a duration of 220 consecutive calendar days (approximate! 
seven months), to the responsible bidder submitting the lowest responsive bid, Alta 
Group, Inc., to furnish and install trailers and construct associated work. This action 
constitutes the Approval Action for the project for the purposes of CEQA, pursuant 
to Section 31.04(h) of the San Francisco Administrative Code. (Resolution 20-0207) 


c) Accept work performed by JMB Construction, Inc., for Contract No. WW-625, 
Oceanside Water Pollution Control Plant Flare Control and Stack Upgrade; approve 
Modification No. 5 (Final), decreasing the contract amount by $104,418 for a total 
contract amount of $3,521,702 with no change to the total contract duration of 880 


consecutive calendar days; and authorize final payment to the contractor. 
(Resolution 20-0208) 


No public comment. 


On motion to approve Consent Calendar items 10a through 10c 
Ayes: Maxwell, Moran, Paulson and Harrington 


11. Approve Amendment No. 4 to Agreement No. CS-200, Right of Way Services, with 
Associated Right of Way Services, Inc., to continue to provide right-of-way services for 
San Francisco Public Utilities Commission capital program and other projects; and 
authorize the General Manager to execute this amendment, extending the agreement 
duration by 11 months, for a total duration of nine years and 11 months, with no 
change to the agreement amount. (Resolution 20-0209) 





Michael Carlin, Deputy General Manager (DGM), introduced the item and requested 
approval. 


No public comment. 


On motion to approve item 11 
Ayes: Maxwell, Moran, Paulson and Harrington 


12. Approve the plans and specifications, and award Contract No. HH-1000R, Mountain 
Tunnel Improvements Project, in the amount of $138,973,189 and with a duration of 
2,160 consecutive calendar days, to the responsible bidder submitting the lowest 


responsive bid, Michels Tunneling, to rehabilitate and make improvements to the 
existing tunnel. (Resolution 20-0210) 


Kathy How, Assistant General Manager (AGM), Infrastructure, introduced the item and 
requested approval. 


AGM How responded to a question from Commissioner Paulson as to whether the 
contract is under the Water System Improvement Program. 


AGM How responded to a question from Commissioner Harrington as to why the final 
bids were down to two, after six pre-qualifications and four original bids were received. 


AGM How responded to a question from President Maxwell regarding the discrepancy 
in the amount of the bids received. 


Public Comment 
e Nicole Sandkulla, BAWSCA CEO, expressed support for the Mountain Tunnel and 
the project and requested approval. 


On motion to approve item 12 
Ayes: Maxwell, Moran, Paulson and Harrington 


13. Authorize submittal of an application to the U.S. Department of Interior Bureau of Land 
Management, in coordination with the National Park Service, to correct the mapped 
boundary of the Canyon Power Tunnel and Aqueduct right-of-way over federal lands 
in Yosemite National Park to reflect the as-built condition of the Canyon Tunnel under 
43 CFR part 2807.11(e); and authorize the General Manager to seek Board of 


Supervisors approval of the acceptance of the corrected right-of-way under Charter 
Section 9.118. (Resolution 20-0211) 


DGM Carlin introduced the item and requested approval. 
None. 


On motion to approve item 13 
Ayes: Maxwell, Moran, Paulson and Harrington 
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14. Discussion and possible action to authorize the General Manager to execute an 
Installment Sale Agreement to secure a Clean Water State Revolving Fund (SRF) 
Loan for the Wastewater Enterprise (WWE) Southeast Treatment Plant New 
Headworks Replacement Project in an amount not-to-exceed $112,036,181, and with 
a 30-year term and an interest rate of 1.10%. (Resolution 20-0212) 

Rich Morales, SFPUC Debt Manager, provided background information on the SRF 
Loan. He reviewed the proposed new SRF Loan of $112,036,181 to fund WWE SSIP 
Headworks Project. He indicated it pairs with $318M federal WIFIA loan to provide 
low-cost funding for 64% of $618M total project cost. The SRF has a loan rate of 
1.10% for 30 years, which compares favorably against 3.50% Revenue Bond 30-year 
rate. He concluded with a review of the sources of funding for the Headworks Project 
(SRF Loan, WIFIA Loan and Revenue Bonds). 


Mr. Morales responded to a question from President Maxwell regarding the SRF 
reimbursement. 


Commissioner Harrington thanked Mr. Morales for the positive news on the low 
interest rate. He asked Mr. Morales to prepare a report to address the expanded 
Charter authority (8b.124) to allow for the issuance of debt in a more flexible way to 
include non-traditional infrastructure activities. 


No public Comment. 


On motion to approve item 14 
Ayes: Maxwell, Moran, Paulson and Harrington 


15. Approve the award of a five-year lease to the Central Network Retail Group, a 
Delaware limited liability company doing business as Outdoor Supply Hardware, for 
use of an approximately 35,962 square-foot retail store plus an adjacent fenced yard, 
loading dock area, and a common area parking lot at 900 El Camino Real, in Millbrae, 
California at an initial annual Base Rent of $188,000, with two months’ initial free rent 
and 3% annual Base Rent increases, and Additional Rent consisting of 5% of the 
tenant’s annual gross revenues above $12 million. The proposed lease includes three 
one-year options to extend the term subject to certain conditions and subject to 
approval by the SFPUC and Board of Supervisors under Charter Section 9.118(c), for 


a total potential lease term of eight years. (Resolution 20-0213) 
DGM Carlin discussed the history of the item and requested approval. 


DGM Carlin and Deputy City Attorney Gessner responded to a question from 
Commissioner Paulson as to whether staff has investigated whether the company 
pays prevailing wages (minimum compensation ordinance). 


No public comment. 


On motion to approve item 15 
Ayes: Maxwell, Moran, Paulson and Harrington 
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16. Public comment on matters to be addressed during Closed Session 
None. 


17. Motion on whether to assert the attorney-client privilege regarding the matters listed 


below as Conference with Legal Counsel 
On motion to assert the attorney-client privilege 


Ayes: Maxwell, Moran, Paulson and Harrington 


The Commission entered Closed Session at 3:23 PM. 


18. Conference with Legal Counsel - Pursuant to California Government Code Section 
54956.9 (d) (1) and San Francisco Administrative Code Section 67.10 (d) (1 
Existing Litigation 
State Water Board Cases, Sacramento Superior Court, JCCP No. 5013 (originally filed 
on January 10, 2019 in Tuolumne Superior Court as San Joaquin Tributaries 
Authority, et al v. California State Water Resources Control Board, Case No. 
CU62094) 


19. Conference with Legal Counsel — Pursuant to California Government Code, Section 
04956.9(a), and San Francisco Administrative Code, Section 67.10(d)(1) 
Conferring with, or receiving advice from, the City Attorney regarding the following 
existing litigation in which the City is a petitioner and Pacific Gas & Electric Company 
is an adverse party: In re: PG&E Corporation and Pacific Gas & Electric Company, 
United States Bankruptcy Court, Northern District of California, Case No. 9-30088-DM, 
filed January 29, 2019: Federal Energy Regulatory Commission Case No. EL 19-38- 
000, filed January 28, 2019; Federal Energy Requlatory Commission Case No. ER18- 
1482-000, filed April 30, 2018; Federal Energy Requlatory Commission Case No. 
ER18-1102-000, filed March 15, 2018; Federal Energy Regulatory Commission Case 
No. ER18-790-000, filed, February 2, 2018; Federal Energy Requlatory Commission 
Case No. ER18-768-000, filed January 31, 2018; Federal Energy Regulatory 
Commission Case No. ER18-198-000, filed October 31, 2017; Federal Energy 
Regulatory Commission Case No. ER17-2406-000, filed August 31, 2017; Federal 
Energy Requlatory Commission Case No. ER17-2181-000, filed July 31, 2017; 
Federal Energy Requlatory Commission Case No. ER17-2204, filed July 31, 2017; 
Federal Energy Regulatory Commission Case No. ER17-1509-000, filed May 1, 2017; 
Federal Energy Regulatory Commission Case No. ER17-910-000, filed January 31, 
2017; Federal Energy Regulatory Commission Case No. EL 15-3-000, filed October 
10, 2014: Federal Energy Requlatory Commission Case No. ER15-702-000, filed 
December 23, 2014; Federal Energy Requlatory Commission Case No. ER15-703- 
000, filed December 23, 2014; Federal Energy Regulatory Commission Case No. 
ER15-704-000, filed December 23, 2014; Federal Energy Regulatory Commission 
Case No. ER15-705-000, filed December 23, 2014; Federal Energy Requlatory 
Commission Case No. ER15-735-000, filed December 23, 2014: California Public 
Utilities Commission Case No. 1.15-08-019, filed February 25, 2015; California Public 
Utilities Commission Case No. R.18-10-007, filed October 25, 2018: California Public 
Utilities Commission Case No. R.19-01-006, filed January 10, 2019; and California 

Public Utilities Commission Case No. R.19-09-016, filed January 10, 2019 
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The Commission exited Closed Session at 3:59 PM. 


20. Announcement following Closed Session 
President announced that no action was taken during Closed Session. 


21. Motion regarding whether to disclose the discussions during Closed Session pursuant 
to San Francisco Administrative Code Section 67.12(a) 


Ayes. Maxwell, Moran, Paulson and Harrington 


22. Adjournment 
President Maxwell adjourned the meeting at 4:00 PM. 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0206 


WHEREAS, On September 13, 2016, per Resolution No. 16-0177, this Commission 
approved the award of Job Order Contract (JOC) JOC-63, General Building (B-License) for San 
Francisco, San Mateo, Santa Clara and Alameda Counties to Angotti & Reilly, Inc.; and 


WHEREAS, The Notice-to-Proceed date was November 28, 2016; and 


WHEREAS, The original contract amount was for not-to-exceed $5,000,000 and the 
original contract duration was four years; and 


WHEREAS, Section 6.22(h) of the San Francisco Administrative Code requires that any 
cumulative increase in contract amount or duration in excess of 10% of the original contract 
amount or duration be approved by the Commission; and 


WHEREAS, Modification No. | is being requested to increase the contract duration by one 
year, to complete ongoing facility and asset improvements such as Carpentry, Cabinetry, 
Millwork, Concrete, Construction Traffic Control Services, Demolition, Drywall, Electrical, 
Elevator Installation & Repair, Fire Protection, Flooring, General Engineering, Hazardous 
Materials Abatement, Mechanical, Painting/Waterproofing, Plumbing, Roofing, Solar 
Installation, Tile Installation, Trucking & Hauling, and Welding for the San Francisco Public 
Utilities Commission’s (SFPUC) Operations and Bureaus, for a total contract duration of five 
years, with no change to the contract amount, as allowed under the San Francisco Administrative 
Code Chapter 6.62; and 


WHEREAS, The Contract Monitoring Division established a Local Business Enterprise 
(LBE) subcontracting requirement of 20% for this construction contract, and the contractor has 
committed to a LBE subcontracting participation of 25.5% in its bid submittal; and 


WHEREAS, Funds will be available from various SFPUC Enterprise funds when Task 
Orders are issued; now, therefore, be it 


RESOLVED, That this Commission hereby approves Modification No. 1 for JOC-63, 
General Building (B-License) for San Francisco, San Mateo, Santa Clara and Alameda Counties, 
with Angotti & Reilly, Inc., increasing the contract duration by one year, for a total contract 
duration of five years), with no change to the contract amount. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of October 13, 2020. 


pllorna Mood 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0207 


WHEREAS, Water Enterprise Capital Improvement Program-funded, Contract No. WD- 
2858R, Sunol Valley Water Treatment Plant Water Quality Modular Office, was advertised on 
July 27, 2020; and 


WHEREAS, The Engineer’s Estimate is $1,069,600 for this construction contract work to 
construct modular offices and perform associated work in the Sunol Valley; and 


WHEREAS, The contract duration is 220 consecutive calendar days; and 
WHEREAS, Five (5) bids were received and opened publicly on August 25, 2020; and 


WHEREAS, San Francisco Public Utilities Commission (SFPUC) staff and Contract 
Monitoring Division’s (CMD) review of the bids for qualifications, responsibility, responsiveness, 
and application of bid preferences resulted in the establishment of Alta Group, Inc. as the 
responsible bidder with the lowest responsive bid; and 


WHEREAS, CMD established a Local Business Enterprise (LBE) subcontracting 
participation of 11% for this contract, and the contractor committed to a LBE participation of 
35.31% with its bid submittal; and 


WHEREAS, The firm being awarded a contract by the SFPUC must be in compliance with 
the Equal Benefits Provisions of Chapter 12B of the City’s Administrative Code either at the time 
of the award, or within 2 weeks of the date of the Commission award; failure of the bidder to obtain 
compliance certification from CMD may result in award of the contract to the responsible bidder 
submitting the next lowest responsive bid, or re-bidding of the contract at the discretion of the 
City; and 


WHEREAS, Funds are available from Water Enterprise Project No. CUW2770301, Sunol 
Valley Water Treatment Plant Water Quality Modular Office Project; and 


WHEREAS, On October 19, 2019, the Planning Department determined that the Project is 
categorically exempt from the California Environmental Quality Act (CEQA) under CEQA 
Guidelines Section 15311, Class 11 (Accessory Structures; now, therefore be it 


RESOLVED, That this Commission hereby approves the plans and specifications and 
awards Water Enterprise Capital Improvement Program-funded Contract No. WD-2858R, Sunol 
Valley Water Treatment Plant Water Quality Modular Office, in the amount of $1,096,200, with 
a duration of 220 consecutive calendar days, to the responsible bidder submitting the lowest 
responsive bid, Alta Group, Inc. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of October 13, 2020 


Mri schalele 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0208 


WHEREAS, JMB Construction, Inc. has completed its work for Wastewater Enterprise 
(WWE), Renewal and Replacement (R&R)-funded Contract No. WW-625, Oceanside Water 
Pollution Control Plant Flare Control and Stack Upgrade; and 


WHEREAS, On August 9, 2016, by Resolution No. 16-0161, this Commission awarded 
Contract No. WW-625, Oceanside Water Pollution Control Plant Flare Control and Stack Upgrade, 
in the amount of $3,437,000, to the responsible bidder, submitting the lowest responsive bid, JMB 
Construction, Inc.; and 


WHEREAS, The construction contract Notice-to-Proceed date was set for October 17, 2016, 
with an original schedule of 600 consecutive calendar days and the contractor completed the work in 
880 consecutive calendar days on March 15, 2019; and 


WHEREAS, The original contract amount was for $3,437,000 and the original contract 
duration was 600 consecutive calendar days; and 


WHEREAS, Section 6.22(h) of the Administrative Code requires that any cumulative 
increase in contract amount or duration in excess of 10% of the original contract amount or duration 
be approved by the Commission; and 


WHEREAS, Modification Nos. 1-2 increased the contract amount by $65,995 and increased 
the contract duration by 59 consecutive calendar days to perform additional rebar and concrete work, 
installation of additional conduits, and delays associated with wet weather, for a total contract 
amount of $3,502,995, and a total contract duration of 659 consecutive calendar days; and 


WHEREAS, On June 12, 2018, by Resolution No. 18-0096, this Commission approved an 
increase to the duration contingency in the amount of 90 consecutive calendar days for a total 
revised contract duration up to 750 consecutive calendar days; and 


WHEREAS, Modification No. 3 increased the contract amount by $97,599 and increased the 
contract duration by 91 consecutive calendar days to replace existing iron sponge media in digester 
building 620 and electrical modifications to the flare control panels, for a total contract amount of 
$3,600,594, and a total contract duration of 750 consecutive calendar days; and 


WHEREAS, On January 22, 2019, by Resolution No. 18-0096, this Commission approved an 
increase to the duration contingency in the amount of 130 consecutive calendar days for a total 
revised contract duration up to 880 consecutive calendar days; and 


WHEREAS, Modification No. 4 increased the contract amount by $25,526 and increased the 
contract duration by 130 consecutive calendar days to address control panel modifications, for a total 
contract amount of $3,626,120, and a total contract duration of 880 consecutive calendar days; and 


WHEREAS, Modification No. 5 (Final) is being requested to decrease the contract amount 
by $104,418 to reconcile the remaining bid item quantities and allowances to reflect the actual 
quantities used, for a final contract amount of $3,521,702 and no change in contract duration; and 


WHEREAS, The Contract Monitoring Division has determined that the contractor complied 
with the established Local Business Enterprise (LBE) subcontracting goal of 20% for this contract 
by achieving a final LBE participation of 27.56%; and 






































EP OOLY bie, Teer teehee nan 
wuts Wacew fenrhe whipersinty ew 
\ wile a’ a) Terwtriyest tharty Spare HL fevdisick 
dias ST 2 erementive gerard sy aren 

oeingnodnih rolgwarReW ict vhow wi batelqmo asd d | 

roe csneapiaee 2%)-WW .of lominoD rhe dl momeoslaas bas | 
fhe nly c2rwly thar the nhl naman oot , Nasr nai 

vot Sabine AMEAU NOS SPP RSLAa EE BLO prerey vase my 






sberq!) Aset2 bas love ssafT inal? louneD aditullod 1918W 
GML .bid svienoqen eswol ol? gaitimdue ; He Ae RS fh 
BIOS V1 r9daiaO rGt t9e ae oteb Bee wei vantenos anf 2AaAE a a 

ni Arow sorlt iatsaiiies yoloBUNo»> od) bra 2¥vab isbrelns sviavssettos 008 To ina iw 
bane C108 21 dows no eiysb wsbosiss 2 1Wosenos 


aie lsnizino od bis 000 hat Tot 28W Iivemp Jontitoo lonigino oT: 2a 
brie :eysb asbnolssoviiiosenoo alii 


syidalicsiines' you ent eniupst sboD sviteveivinbA ori to (ayeea noitoe2 Ada 
notimwb 16 saone roetieS lsnigito off to 8°01 Yo 2esox9 ni noite Ww Invoms foetied A tes 8S ro 
bes :noizzimuna orl! yd by" c 


bozsotani bas 200.202 yd Inworne jpen09 oi} bozextoni S-f 20 noiteoitiboM preemie. oan 

how aisi2009 bi: eds Lanoitibba mdi, ot aveb tebsisiso, sviquosencs 0% yd notiewh Jostinoa say 
jogos lalot a wt .orltnow fow diiw betsivoezn evalsb bre 2tiubries lsnoifibbs ‘to aoiteallatant 

. bre jeveb isbasles sviftuseenus O20 to noite wb fominos lato & bas 200,502.£2'to tn 00 


is bovoigas nvlevimmnoa’) zidy, OCO0-81 .oV noitulogeA yd 810f £1 saul 1O 2AtATHW 
isto! s 101 2¥8h irbrslee syiuogenos OC to Imvome odi ai yoneyniinos noitewhb stl oF 
-beé j2veb isboslie svivosenos 02° of qu mottewb soto t 


oft beescon! bas 06%,%02 yd Travers Jostitos od? byessonl €.07A noileoitiboM 2c 
osuib oi siborn senoge moti. gateixe Sunlqat ot 2yib tsbnsiso svituosenna [@ yd peg rm 
io Jnvodw jominos istor.s 161 ,2lsnaq formes swell oly of 2uoitsaitibom lssintosle bas-090 ¢ 

brig teyeb isbaolns sviuoeenos et to nottinub jortirios Inét s bas 


ne bevorgegs natnettintolh zidt 000-31 .of softuloedA vd 2 TOS SS yreunal nO ASAT! 
iso} 6 101 2znb iebrvlso sviegenoo OF! ‘to tnuvere edt ni yonoyniinos notmub, oft of 
bns :zvsb 1sbrsiao sviiosene> 084 of qu coiterub Founimoa be 


ott bezesrani bite 0C2.2°2 vd tnvoms Jostitios orf boeswani # of noimanibol pect : 
[slot 6 401 .2nonnottibom lorieq lotinns «enbbe of eysh wbnoles svituosenos OFT yd pine 
‘bas :2¢6b iabislus avituosenos 088 to noltmub jonvintos Larot & baie Off O89.E8 Io i 


invorns Jomincy 9A} 9269199b.01 baroupsr anisd. at (lami) ¢ on noitnsitiboM oe 
autos ad? Joofte: a) esonswolls bas zoititneyp moti bid gninibmmes sei oh 81460 
bas :novewb Josino9 ni ognaslo on bas COT. 122,02 to inverts Josie. [sail # 108 J 


| beilqmos wwioetinos set 1813 baninnatsb eed noizivid goinosinol wm ot 
roeiinos ziif} wi oF to mas gnivemnoodia yeni - . 


WHEREAS, Funds are available from Project No. CWWRNRTF46, OSP Flare Control and Stack 
Upgrade; now, therefore, be it 


RESOLVED, That this Commission hereby accepts work performed by JMB Construction, 
Inc. WWE, R&R-funded Contract No. WW-625, Oceanside Water Pollution Control Plant Flare 
Control and Stack Upgrade, approves Modification No. 5 (Final) for a decrease of $104,418, for a 
total contract amount of $3,521,702, and with a total contract duration of 880 consecutive calendar 
days, and authorizes final payment to the contractor. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of October 13, 2020. 


: 
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Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


RESOLUTION NO. 20-0209 


WHEREAS, On February 14, 2012, pursuant to Resolution No. 12-0015, this 
Commission awarded Agreement No. CS-200, Right of Way Services, and authorized the 
General Manager of the San Francisco Public Utilities Commission (SFPUC) to negotiate and 
execute a professional services agreement, with an amount not-to-exceed $3,500,000, and with a 
term of four (4) years seven (7) months, with Associated Right of Way Services, Inc. (ARWS); 
and 


WHEREAS, On April 26, 2016, by Resolution No. 16-0060, this Commission authorized 
Amendment No. 1, extending the agreement duration by two (2) years, to allow for continued 
Right of Way (ROW) services, for a total term of six (6) years and seven (7) months, with no 
change to the agreement amount; and 


WHEREAS, On February 13, 2018, by Resolution No. 18-0026, this Commission 
authorized Amendment No. 2, extending the duration by two (2) years five (5) months, to allow 
for continued Right of Way (ROW) services, for a total term of nine (9) years, with no change to 
the agreement amount; and 


WHEREAS, On December 11, 2018, by Resolution No. 18-0206, this Commission 
authorized Amendment No. 3, adding to the scope of services right-of-way (ROW) services to 
support Real Estate Services Division (RES), Natural Resources/Lands Management Division 
(NRLM), and City Distribution Division (CDD) projects and to evaluate and analyze third-party 
projects on or about the SFPUC ROW, consistent with the terms of the Request for Proposals 
(RFP) for the agreement, with no change to the agreement amount or duration; and 


WHEREAS, Amendment No. 4 is being requested to extend the agreement duration by 
eleven (11) months, to allow ARWS to continue providing critical ROW services for several on- 
going and planned projects for Sewer System Improvement Program (SSIP), Water System 
Improvement Program (WSIP) and other programs while SFPUC staff issues a RFP for a new 
agreement, for a total term of nine (9) years and eleven (11) months, with no change to the 
agreement amount; and 


WHEREAS, The Contract Monitoring Division (CMD) established a Local Business 
Enterprise (LBE) subconsultant participation requirement of 9% for this agreement, and ARWS 
committed to a LBE subconsultant participation of 13.06% with their proposal, and this remains 
unchanged; and 


WHEREAS, Funding for this agreement is available from SSIP and WSIP Capital 
Improvement Programs, and from RES, NRLM, and CDD funding; now, therefore, be it 


RESOLVED, That this Commission hereby approves Amendment No. 4 to Agreement 
No. CS-200, Right of Way Services, with ARWS, to continue providing critical ROW services 
for several on-going and planned projects; and be it 

FURTHER RESOLVED, That this Commission authorizes the General Manager to 
execute Amendment No. 4, extending the duration by eleven (11) months, for a total agreement 
duration of nine (9) years and eleven (11) months, with no change to the agreement amount. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting October 13, 2020. 


lloras Mod 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0210 


WHEREAS, Hetch Hetchy Capital Improvement Program-funded Contract No. HH- 
1000R Mountain Tunnel Improvements Project was advertised on March 18, 2020; and 


WHEREAS, The Engineer’s Estimate is $142,820,000 for this construction contract work 
to rehabilitate the raw water Mountain Tunnel and make improvements for better water flow 
control and water quality, and safer maintenance access; and 


WHEREAS, The contract duration is a total of 2,160 consecutive calendar days; and 
WHEREAS, Two (2) bids were received and opened publicly on August 27, 2020; and 


WHEREAS, San Francisco Public Utilities Commission (SFPUC) staff and Contract 
Monitoring Division (CMD) review of the bids for qualifications, responsibility, and 
responsiveness resulted in the establishment of Michels Tunneling as the responsible bidder with 
the lowest responsive bid; and 


WHEREAS, CMD established a Local Business Enterprise (LBE) subcontracting 
participation of 3% for this contract, and the contractor committed to a LBE participation of 
5.347% with its bid submittal; and 


WHEREAS, The firm being awarded a contract by the SFPUC must be in compliance 
with the Equal Benefits Provisions of Chapter 12B of the City’s Administrative Code either at 
the time of the award, or within 2 weeks of the date of the Commission award; failure of the 
bidder to obtain compliance certification from CMD may result in award of the contract to the 
next lowest, responsible and responsive bidder, or re-bidding of the contract at the discretion of 
the City; and 


WHEREAS, Funds are available from Project No. CUH10221 Mountain Tunnel 
Improvements; and 


WHEREAS, On November 12, 2019, via Resolution No. 19-0213, this Commission 
adopted the Final Mitigated Negative Declaration, the Mitigation Monitoring and Reporting 
Program, and the Findings as required by the California Environmental Quality Act (CEQA) for 
the Mountain Tunnel Improvements Project (Project), and approved Hetch Hetchy Enterprise’s 
Project No. CUH10221, Mountain Tunnel Improvements, and authorized the General Manager 
to advertise plans and specifications for construction of the Project; now therefore, be it 


RESOLVED, That this Commission hereby approves the plans and specifications and 
awards Hetch Hetchy Capital Improvement Program-funded Contract No. HH-1000R Mountain 
Tunnel Improvements Project, in the amount of $138,973,189, for a duration of 2,160 


consecutive calendar days, to the responsible bidder with the lowest responsive bid, Michels 
Tunneling. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 


Commission at its meeting of October 13, 2020. 


Secretary, Public Utilities Commission 























OLS it 

nh Sce VED hai thas: emery OT 

AE OM rohit Db banat ati? 
Taree ts 7 HEE beck 


“how fou isi Teel WOO.G DL8, SA TR eine Sahin 
; pein fihngncse yolsd OH eiesatavorgini ‘bole Bit le arty T role 
é nin | ere mir he ih 


bas sevsb isbnistss sviluseenoo 041,° lo lato ¢ 2i noitewb ti a 


brig -OSOS VS seaigurh, 80 \efoildug bonago bas bovigosn oY ebid (9) 1k dis soo ee HW. = Ni 
Joanined: ria Late: ( “GH ioiveimnoe) eit sildu4 preci mee Adit — 7 
bee Jztilidienoqesi; .2noiesiilsup 6) ebid of) Yo woiver pare Bice grtizo 1s 
itive rebbid aldienoqest stl 26 gnilsams! elatiail to insenrleildates evanvie ff 


Mae TLAA ? VA ¢ 9 yienonpen see 
\pilinanadiion (GHD) sehen aasnieutt” Is Ison of bodeileates MD PASI 
lo novsqivinng 4 & ot battiminos torMseipeesey bat yomdios balk FP WEA holtenionne 
bas :tuttieneug bid ett iv VBE 


a ni orl Sauer OU ot yd somos & bobiswe ynisd anit stl @ASASHW 7 ‘ 
is torltis abo ovitee\nimbA e°ytiD ons to ACl toad Io eeneiverT 2iiensd [supa arti fi 
ol) to swiisl :binwa soleeimono dt To oth sili to adloow © nitiiw io taewe of) 1 at 
gf! of t2eINe9 Odi to biawe ni tyes van GMD mott noitesitifias soneiiqmos nisido of 1 
to nounseib of) is tani off to gnibbid-o7 1 -abbid ovienogest bare a a zs 
lonawT mivtayoM (CSOFHUD .of iosici'l mot sidstiave se ebm - ae 
bas *phevarnie , 
noizzinnme) ais .€FS0-01 -off goimlozs? aiv R10f £1 wdinsyald nO exbeasiet™ ae 
gninoqes bis grivolinuM aoitegiilt ont .nelieelosG ovifsgo bolas Innit ont bog abs 
101 (ADD) 19A wileuO lainsammotyed nietite) ont yd boilupan ee pit aie s ni 
zseniqrind ydstoH dots bevorqqs bas <Jusjort) fosiott ainemoverqral loam ¢ eel) 
TteyeneM isisas0 orl} boxtrodtun bas aromorordial tenn) nino A ESO1NID 0 
19d s1dlyiorls wort :ioujorT oelt to MofsumeNoD 161 enodsoitioagé bas art 





"eee 
bns enoilavitivege ~ anulq ot eavoriqes vdorsrl aoizaiamno’) eid? sent Preeti -fm 


ekwawel, S0001-HH .off teetne? bebrayl-mergerd Se eee 
UOt.S lo neitewh 6 iol SF ETC RE12 Io invomm oft ni 


aleoiM .bid ovienoqzn teowol ont diiw rabbi sidiznoqess oe, a} eeab a 2 
255MIU aids aris 4 Reinibe ar Be nowulozs) pniogsicl 6 Ad dent ai A 
SOS EL r9d0i20 to groom a 


¥ Meg ie 





NHolzeimmod esti aNdud weiss - ; ra 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


RESOLUTION NO. 20-0211 


WHEREAS, In May 1961, the Secretary of Interior approved a right-of-way grant to the 
City and County of San Francisco (“City”) by the U.S. Department of the Interior under the 1913 
Raker Act (38 Stat. 232) for the Canyon Power Project on federal lands; and 


WHEREAS, The right-of-way grant was based on City Public Utility Commission Map 
R-527, Revision 1, and filed as amended Application Sacramento Serial No. 010130 (“Amended 
Application No. 010130”); and 


WHEREAS, Recent SFPUC surveys disclose that the surveyed as-built location of the 
Canyon Tunnel and appurtenant facilities deviate from the approved boundary of the right-of- 
way shown on Map R-527, Revision | and granted under Amended Application No. 010130; and 


WHEREAS, Under 43 Code of Federal Regulations 2807.11(e), a grant holder must 
contact the Bureau of Land. Management (“BLM”) to identify and correct discrepancies or 
inconsistencies in a grant; and 


WHEREAS, The Hetch Hetchy Water and Power (“HHWP”) Division prepared 
Application Map CT-17027-00 in relation to the approved right-of-way boundary location shown 
on Map R-527 to accurately portray the as-built locations of the Canyon Tunnel and related 
appurtenant facilities in Yosemite National Park used by the City to construct, operate, and 
maintain this infrastructure since the 1961 approval of Amended Application No. 010130 by the 
Secretary of Interior; and 


WHEREAS, Commission approval of an application to correct the discrepancy between 
the approved and as-built boundary of the right-of-way granted under Amended Application No. 
010130 is consistent with past practice of creating an official record of actions taken under the 
Raker Act; and 


WHEREAS, With the BLM acceptance and approval of Application Map CT-17027-00 
showing as-built facilities as the approved right-of-way boundary location, the City will abandon 
the portions of the Amended Application No. 010130 right-of-way that are inconsistent with the 
as-built alignment and not necessary for the operation and maintenance of the Canyon Tunnel; 
and 


WHEREAS, Adoption of this Resolution does not constitute a “project” under California 
Environmental Quality Act Guidelines Section 15378 because there would be no physical change 
in the environment, now, therefore be it 


RESOLVED, That the Commission authorizes HHWP Division staff to submit an 
application to the BLM to correct the Canyon Tunnel right-of-way boundary granted under the 
Raker Act grant under right-of-way as required under 43 Code of Federal Regulations part 
2807.11(e), with the revised boundary to include all Federal lands in Yosemite National Park 
necessary for the continued operation and maintenance of the Canyon Tunnel and appurtenant 
facilities, as shown in Attachment C to the staff report for this agenda item on file with the 
Commission Secretary; and be it 


FURTHER RESOLVED, That the Commission delegates to the General Manager or his 
designee the authority to accept the revised right-of-way boundary following issuance of a 
decision document by BLM, and to seek Board of Supervisors (“BOS”) approval under San 
Francisco Charter Section 9.118 without further Commission action, unless the Department of 
the Interior proposes modifications to existing stipulations for the right-of-way that would have a 
material impact on SFPUC’s utility operations or would impose new obligations or liabilities on 
SFPUC, in which case staff shall return to the Commission for direction prior to seeking BOS 
approval; and be it 


FURTHER RESOLVED, That this Commission herby authorizes the General Manager to 
enter into any amendments or modifications to revised right-of-way boundary that the General 
Manager determines, in consultation with the City Attorney, are in the best interest of the City, 
do not materially increase the obligations or liabilities of the City, are necessary or advisable to 
effectuate the purposes and intent of the revised right-of-way boundary or this resolution, and are 
in compliance with all applicable laws, including the City Charter. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities Commission at 


its meeting of October 13, 2020 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0212 


WHEREAS, on November 5, 2002, the voters of the City and County of San Francisco 
(the “City”) approved Proposition E, codified as Article VHIB of the Charter of the City (the 
“Charter”), which, among other things, authorized the Public Utilities Commission of the City 
and County of San Francisco (the “Public Utilities Commission”) to issue revenue bonds, 
including notes, commercial paper or other forms of indebtedness, when authorized by ordinance 
approved by a two-thirds vote of the Board of Supervisors of the City and County of San 
Francisco (the “Board of Supervisors”), for the purpose of reconstructing, replacing, expanding, 
repairing or improving water facilities or clean water facilities, or combinations of water and 
clean water facilities under the jurisdiction of the Public Utilities Commission, subject to the 
provision of certain certifications of an independent engineer retained by the Public Utilities 
Commission and certain certifications by the San Francisco Planning Department (the “Planning 
Department”), which certifications shall make the findings and determinations set forth in 
Charter Section 8B.124; and 


WHEREAS, on June 12, 2012, the Board of Supervisors adopted Ordinance No. 115-12, 
signed by the Mayor of the City (the “Mayor’”) on June 18, 2012, to, among other matters, 
authorize the issuance of up to $522,810,000 of Wastewater Revenue Bonds to finance projects 
benefiting the Wastewater Enterprise (as defined in that certain Indenture, dated as of January 1, 
2003, by and between the Public Utilities Commission and U.S. Bank National Association, as 
trustee, as amended and supplemented (the “Indenture”’); and 


WHEREAS, on June 24, 2014, the Board of Supervisors adopted Ordinance No. 107-14, 
signed by the Mayor on July 2, 2014, to, among other matters, authorize the issuance of up to 
$819,035,941 of Wastewater Revenue Bonds to finance projects benefiting the Wastewater 
Enterprise; and 


WHEREAS, on March 10, 2015, the Public Utilities Commission adopted Resolution No. 
15-0069, to approve the execution and delivery of certain installment sales agreements, by and 
between the California State Water Resources Control Board (the “State Water Resources 
Control Board”) and the Public Utilities Commission to finance a portion of the projects 
benefiting the Wastewater Enterprise; and 


WHEREAS, on June 9, 2015, the Board of Supervisors adopted Ordinance No. 89-15, 
signed by the Mayor on June 18, 2015, to amend and supplement Ordinance No. 107-14 in order 
to provide for the execution and delivery of certain installment sales agreements entered into by 
the Public Utilities Commission and State Water Resources Control Board to secure state 
revolving loans (“SRF Loans”) made by the State Water Resources Control Board to the Public 
Utilities Commission in an aggregate principal amount not to exceed $819,035,941 to finance 
projects benefiting the Wastewater Enterprise; and 


WHEREAS, on June 14, 2016, the Board of Supervisors adopted Ordinance No. 111-16, 
signed by the Mayor on June 24, 2016, to, among other matters, authorize the issuance of not to ~ 
exceed $1,112,601,280 of Wastewater Revenue Bonds, and other forms of indebtedness 
(including, installment sales agreements) to finance projects benefiting the Wastewater 
Enterprise and to declare, on behalf of the Public Utilities Commission, pursuant to Internal 
Revenue Service Treasury Regulation Section 1.150-2, the official intent of the Public Utilities 
Commission to the use of proceeds of such installment sales agreements for reimbursement 
purposes; and 


WHEREAS, on June 12, 2018, the Board of Supervisors adopted Ordinance No. 144-18, 
signed by the Mayor on June 20, 2018, to, among other matters, authorize the issuance of not to 
exceed $987,414,494 of Wastewater Revenue Bonds, and other forms of indebtedness 
(including, installment sales agreements) to finance projects benefiting the Wastewater 
Enterprise, and to declare, on behalf of the Public Utilities Commission, pursuant to Internal 
Revenue Service Treasury Regulation Section 1.150-2, the official intent of the Public Utilities 
Commission to the use of proceeds of such installment sales agreements for reimbursement 
purposes; and 


WHEREAS, Article VIIIB of the Charter (Section 8B.124) allows for the issuance of 
revenue bonds and other forms of indebtedness, subject to the provision of certain certifications 
of an independent engineer retained by the Public Utilities Commission and certain certifications 
by the San Francisco Planning Department, which certifications make the findings and 
determinations set forth in Section 8B.124: and 


WHEREAS, on December 19, 2016, the Planning Department reviewed and considered a 
Final Mitigated Negative Declaration (FMND) for Project No. CWWSIPSE02, SEP New 
Headworks Facility Project, and among other things, found that the contents of the FMND and 
the procedures through which the FMND was prepared, publicized and reviewed complied with 
the provisions of the California Environmental Quality Act (“CEQA”), the CEQA Guidelines 
and Chapter 31 of the San Francisco Administrative Code, and approved the completed FMND 
in compliance with CEQA and the CEQA Guideline; and on February 28, 2017, this 
Commission adopted the FMND, the Mitigation and Monitoring Reporting Program (MMRP) 
and CEQA findings in Resolution No. 17-0043; and on March 7, 2019, the Planning Department 
issued an addendum to the FMND for the Modified Project; and on October 8, 2019, this 
Commission approved modifications to Project No. CWWSIPSE02, SEP New Headworks 
Facility Project in Resolution No. 19-0195; and 

WHEREAS, pursuant to Section 1 of Resolution No. 15-0069 and Section 2 of Ordinance 
Nos. 111-16 and 144-18, the Public Utilities Commission is required to present the terms and 
form of any installment sales agreements authorized therein for prior approval by the Public 
Utilities Commission; and 


WHEREAS, the table attached hereto as Exhibit A provides a list of state loans 
previously made or expected to be made by the State Water Resources Control Board to the 
Public Utilities Commission, and such table reflects the previously authorized or expected to be 
authorized (as applicable) not-to-exceed principal amounts for such state loans, the respective 
estimated construction completion dates for the respective projects expected to be financed under 


such state loans and the respective estimated commencement date of the repayment term 
thereunder; and 


WHEREAS, the Public Utilities Commission now desires to approve the terms and form 
of that certain installment sale agreement relating to the Southeast Plant New Headworks (Grit) 
Replacement Project (CWWSIPSE02), Clean Water State Revolving Fund Project No. 8286- 
110, dated as of its date (the “Installment Sale Agreement’), by and between the State Water 
Resources Control Board and the Public Utilities Commission; and 


NOW, THEREFORE BE IT RESOLVED AS FOLLOWS: 


Section 1. Approval of the Installment Sale Agreement. The Public Utilities 
Commission hereby authorizes and directs the General Manager (or his designee) of the Public 


Utilities Commission (the “General Manager”) or the Assistant General Manager, Business 
Services; Chief Financial Officer (or his designee) of the Public Utilities Commission (the 
“Assistant General Manager, Business Services; Chief Financial Officer’) to enter into the 
Installment Sale Agreement with the State Water Resources Control Board pursuant to Section 
8B.124 of the Charter. The state loan evidenced by the Installment Sale Agreement shall be 
payable from a pledge of the Net Revenues (as defined in the Indenture) of the Wastewater 
Enterprise on a parity lien with the payment of other parity obligations of the Wastewater 
Enterprise. 


The Public Utilities Commission hereby approves the terms of the Installment Sale 
Agreement in substantially the form now before this Commission to secure repayment of the 
state loan in an amount not to exceed $112,036,181 (principal amount), with such changes and 
modifications therein as shall be approved by the General Manager, in consultation with the City 
Attorney of the City and County of San Francisco (the “City Attorney”), provided such changes 
or modifications do not materially increase the financial risk to the Public Utilities Commission. 
The state loan evidenced by the Installment Sale Agreement shall bear interest at a rate not in 
excess of 1.10% per annum and the repayment term of the state loan shall not exceed (30) thirty 
years. 


Section 2. Purpose of this Resolution. The Public Utilities Commission adopts this 
Resolution for the purpose of establishing compliance with Section 1 of Resolution No. 15-0069 
and Section 2 of Ordinance Nos. 111-16 and 144-18. 


Section 3. General Authority. The General Manager, the Deputy General Manager 
and Chief Operating Officer and the Assistant General Manager Wastewater Enterprise and 
Assistant General Manager, Business Services; Chief Financial Officer and other officers of the 
Public Utilities Commission and their duly authorized deputies and agents are hereby authorized 
and directed, jointly and severally, to take such actions and to execute and deliver such 
certificates, agreements, requests or other documents, as they may deem necessary to facilitate 
the execution and delivery of the Installment Sale Agreement, to obtain title and other insurance 
with respect to the facilities to be financed and otherwise to carry out the provisions of this 
Resolution. In addition, the General Manager and his designee are each authorized to enter into 
any amendments to the Installment Sale Agreement to provide for final budget costs, extension 
of the dates for construction completion and/ or termination of the Installment Sale Agreement 


provided such amendments do not increase the principal amount of the state loan, the maximum 
interest rate or the maximum term thereof approved in Section | above. 


Section 4. SB 450 Compliance. The Public Utilities Commission acknowledges that 
the good faith estimates required by Section 5852.1 of the California Government Code are 
disclosed in the staff report and are available to the public at the meeting at which this resolution 
is approved. 


Section 5. Ratification. That the actions approved by this Resolution and heretofore 
taken are hereby ratified, approved and confirmed by this Public Utilities Commission. 


Section 6. Effective Date. This Resolution shall take effect from and after its 
adoption. 


[ hereby certify that the foregoing resolution was adopted by the Public Utilities Commission at. 


its meeting of October 13, 2020. 


Secretary, Secretary, Public UtilitiesCommission == 


PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0213 


WHEREAS, The City and County of San Francisco (City), through the SFPUC, 
owns an approximately 15.35-acre parcel located at 900-1000 El Camino Real in 
Millbrae, California (SFPUC Property). The SFPUC Water Enterprise uses a portion of 
the SFPUC Property (Millbrae Yard) for administrative and engineering offices, 
equipment and vehicle staging, automobile and trade shops, a water quality laboratory, 
and a 24-hour dispatch center; and 


WHEREAS, In 1984, the City, through the SFPUC, entered into a 40-year lease 
(1984 Lease) with Orchard Supply Hardware Corporation (OSH)’s predecessor-in 
interest, for the construction and operation of an approximately 35,962 square-foot retail 
store, plus an adjacent fenced yard, loading dock area, and a common area ee lot 
(Premises) on a portion of the SFPUC Property; and 


WHEREAS, An OSH store was operated on the Premises until all OSH stores 
were closed, effective as of December 31, 2018. The 1984 Lease was terminated early as 
of March 31, 2019; and 


WHEREAS, In August 2019, while still considering the long-term use of the 
Premises, the SFPUC issued a Request For Proposals (RFP) for a new short-term lease of 
the Premises. A form of lease with the business terms stated in the proposed 2020 Lease 
was attached to the RFP; and 


WHEREAS, Central Network Retail Group, a Delaware limited liability company 
dba Outdoor Supply Hardware (Tenant) was sole respondent to the RFP; and 


WHEREAS, Tenant operates 105 hardware stores, home centers and lumberyards 
in 15 states across the United States. Tenant is a wholly owned subsidiary of Orgill, a 
privately held Memphis-based company founded in 1847 with over 6,000 retail stores 
and $2.5 billion in revenue; and 


WHEREAS, SFPUC staff, after consultation with retail real estate agents, 
appraisers, and the SFPUC’s professional real estate consultant, determined that re- 
issuance of the RFP would be unlikely to produce additional bidders or a more 
advantageous bid due to the desired initial five-year term, and declining revenue trends in 
the retail industry; and 


WHEREAS, The SFPUC and Tenant negotiated a five-year lease (2020 Lease) 
which provides for a $188,000 initial annual Base Rent, with 3% annual increases in Base 
Rent thereafter; and 


WHEREAS, The 2020 Lease also provides for a two-month free rent period 
during the construction of Tenant’s alterations, and Tenant shall pay its pro-rata share of 
all property taxes and operating expenses; and 


WHEREAS, The proposed 2020 Lease assigns responsibility for management of 
common area property excepting the Millbrae Yard to Tenant, and Tenant will receive a 
management fee 5% of those common area property management expenses as a rent 
credit; and 


WHEREAS, The total estimated rental revenue during the initial five-year term is 
$963,000, taking into account both the two months’ initial free rent and the 5% property 
management fee rent credit; and 


WHEREAS, In 2018, an established OSH store generated approximately 
$9,620,000 (approximately $268 per square foot) in annual gross sales from the site; and 


WHEREAS, Tenant is projecting that even with a substantial investment in 
aggressive marketing, it will take a minimum of two years to optimistically reach the 
2018 OSH annual gross sales of $9,620,000 (approximately $268 per square foot) and at 
least five years, with no guarantee that the 2020 Lease will be extended, to reach peak 
sales which they hope will be $300 (+) per square foot; and 


WHEREAS, The SFPUC was able to negotiate the added benefit of Additional 
Rent consisting of 5% of annual gross sales over $12 million (approximately $334 per 
square foot), in the event gross sales from the Premises exceed tenant projections, but the 
SFPUC Real Estate Division (RES) does not expect to receive any such Additional Rent 
during the initial five-year term of the Lease based on (a) Tenant’s financial projections 
referenced above, and (b) the prior OSH store’s gross sales in 2018, which is the last 
year for which RES has complete annual sales data; and 


WHREAS, The 2020 Lease includes three conditional extension options for one 
year each, subject to the SFPUC ’s right to terminate, for a total potential term of eight 
years and if Tenant exercises its option to extend the term beyond five years and SFPUC 
does not void the extension under the terms of the Lease, then SFPUC staff will seek 
approval of a lease amendment by this Commission and the Board of Supervisors and the 
Mayor as required by Charter Section 9.118(c) because the overall revenue from the lease 
would exceed $1 million in Year Six; and 


WHEREAS, Tenant estimates that it will employ 60 full-time employees and 
offer essentially the same product mix in the Premises as in the former OSH Store, 
namely the sale of hardware, home, and outdoor supply products. Store hours are 
expected to be from 8:00 a.m. to 9:00 p.m. daily; and 


WHEREAS, Execution of this lease does not constitute a project under the 
California Environmental Quality Act (CEQA) Guidelines Section 15378 because there 
would be no physical change in the environment; now, therefore, be it 


RESOLVED, That this Commission hereby approves the terms and conditions of 
the 2020 Lease; and be it 


FURTHER RESOLVED, That this Commission hereby authorizes and directs the 
SFPUC General Manager to execute the 2020 Lease; and, be it 


FURTHER RESOLVED, That this Commission hereby ratifies, approves, and 
authorizes all actions heretofore taken by any City official in connection with the 2020 
Lease; and be it 


FURTHER RESOLVED, That this Commission hereby authorizes the SFPUC 
General Manager to enter into any amendments or modifications to the 2020 Lease, 
including without limitation, the exhibits, that the General Manager determines, in 
consultation with the City Attorney, are in the best interest of the City, do not materially 
increase the obligations or liabilities of the City, are necessary or advisable to effectuate 
the purposes and intent of the 2020 Lease or this resolution, and are in compliance with 
all applicable laws, including the City Charter. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities Commission at 


its meeting of October 13, 2020. 


Secretary, Public Utilities Commission 
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SAN FRANCISCO PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


London N. Breed 
Mayor 


REGULAR MEETING AGENDA 
Tuesday, October 27, 2020 
1:30 P.M. 


This meeting is being held by Teleconference Pursuant to the Governor's Executive Order N- 
29-20 and the Twelfth Supplement to Mayoral Proclamation Declaring the Existence of a Local 
Emergency Dated February 25, 2020 


WATCH LIVE: 
https://www.sigoviv.org/sfouc 


PUBLIC COMMENT CALL-IN: 
1 (415) 655-0001 / MEETING ID: 146 273 7257 ## 


During the Coronavirus Disease (COVID-19) emergency, the San Francisco Public Utilities 
Commission’s (SFPUC) regular meeting room, City Hall, Room 400, is closed. Commissioners 
and SFPUC staff will convene Commission meetings remotely by teleconference. 


Commissioners 
Sophie Maxwell, President 
Anson Moran, Vice President 
Tim Paulson 
Ed Harrington 


Harlan L. Kelly, Jr. 
General Manager 


Donna Hood 
Secretary 





Accessible Meeting Policy: To obtain meeting materials in alternative format, please contact the Commission Secretary at 
415-554-2165 or via email at Commission@sfwater.org. Providing at least 72 hours’ notice will help to ensure availability. 
Written reports or background materials for calendar items are available on-line at 


http:/Awww.stwater.org/index.aspx?page=167. 





Know Your Rights Under the Sunshine Ordinance: Government's duty is to serve the public, reaching its decision in full 
view of the public. Commissions, boards, councils and other agencies of the City and County exist to conduct the people's 
business. This ordinance assures that deliberations are conducted before the people and that City operations are open to 
the people's review. For more information on your rights under the Sunshine Ordinance or to report a violation of the 
ordinance, contact Administrator, by mail to Sunshine Ordinance Task Force, 1 Dr. Carlton B. Goodlett Place, Room 244, 
San Francisco, CA 94102.4689; by phone at 554.7724; by fax at 554.7854; or by email at sotf@sfgov.org. Copies of the 
Sunshine Ordinance can be obtained from the Clerk of the Sunshine Task Force, the San Francisco Public Library and on 
the City’s website at http:/Awww.sfgov.org. 


311 Free Language Assistance: 6@ #8 = [i4)) / Ayuda gratuita con el idioma / BecniaTHad MOMOLb MepeBOAYHKOB / 
Tro’ gitip Thong dich Mién phi / Assistance linguistique gratuite / ###}@ Sad scté / PE 101 / ALP / ar“aeas aumad 
wn“ “Tad lue a’nartaa 1H / Libreng tulong para sa wikang Tagalog Hluad 





Lobbyist Registration and Reporting Requirements: Individuals and entities that influence or attempt to influence local 
legislative or administrative action may be required by the San Francisco Lobbyist Ordinance [SF Campaign & Governmental 
Conduct Code §2.100] to register and report lobbying activity. For more information about the Lobbyist Ordinance, please 
contact the San Francisco Ethics Commission at 25 Van Ness Avenue, Suite 220, San Francisco, CA 94102; telephone (415) 
252-3100; fax (415) 252-3112; web site at www.sfgov.org/ethics. 





CEQA Appeal Rights under Chapter 31 of the San Francisco Administrative Code: If the Commission’s action on a 
project constitutes the Approval Action for that project (as defined in S.F. Administrative Code Chapter 31, as amended, Board 
of Supervisors Ordinance Number 161-13), then the CEQA determination prepared in support of that Approval Action is 
thereafter subject to appeal within the time frame specified in S.F. Administrative Code Section 31.16. Typically, an appeal 
must be filed within 30 calendar days of the Approval Action for a project that has received an exemption or negative 
declaration pursuant to CEQA. For information on filing an appeal under Chapter 31, contact the Clerk of the Board of 
Supervisors at City Hall, 1 Dr. Carlton B. Goodlett Place, Room 244, San Francisco, CA 94102, or call (415) 554-5184. If the 
Planning Department's Environmental Review Officer has deemed a project to be exempt from further environmental review, 
an exemption determination has been prepared and can be obtained on-line at htto://www.st- 

planning .org/index.aspx?page=3447.Under CEQA, in a later court challenge, a litigant may be limited to raising only those 
issues previously raised at a hearing on the project or in written correspondence delivered to the Board of Supervisors, 
Planning Commission, Planning Department or San Francisco Public Utilities Commission at, or prior to, such hearing, or as 
part of the appeal hearing process on the CEQA decision. 





ORDER OF BUSINESS 
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Call to Order 


Roll Call 


. Public comment on matters to be addressed during Closed Session 


. Motion on whether to assert the attorney-client privilege regarding the matter listed 


below as Conference with Legal Counsel 


The Commission will go into Closed Session to discuss the following item: 


CLOSED SESSION 


oO: 


200214 


10. 


Conference with Legal Counsel Regarding Pending Litigation - Pursuant to California 
Government Code Section 54956.9 (d) (1) and San Francisco Administrative Code 
Section 67.10 (d) (1) (action) (Berkowitz) 


Richard Denton v. City and County of San Francisco et al 
San Francisco Superior Court Case No. CGC-13-534508 


Complaint filed September 26, 2013 
Proposed settlement with City to pay plaintiff $400,000 and plaintiff to resign from 
employment and release all claims 


Following Closed Session, the Commission will reconvene in Open Session 
Announcement following Closed Session 


Motion regarding whether to disclose the discussions during Closed Session pursuant 
to San Francisco Administrative Code Section 67.12(a) 


Approval of the Minutes of October 13, 2020 


General Public Comment 
Members of the public may address the Commission on matters that are within the 
Commission’s jurisdiction and are not on today’s agenda 


Communications (discussion only) 

a) Contract Advertisement Report 

) Correspondence Log 

c) General Manager Contract Delegation of Authority Quarterly Report 
) In-Person Customer Payments 

e) Low-Carbon Standards Fuel Standard 

f) Streetlight Program Update 

g) Update on Power Enterprise Customer Programs 

h) Water Supply Conditions Update 


idle 


Report of the General Manager (discussion only) 

a) Update on December 2018 Bay Delta Plan Amendment and Voluntary Agreement 
Negotiations with the State 

b) Pilot Program Offering on Portfolio Content Category 3 Renewable Energy Credits, 
Purchases for Leadership in Energy and Environment Design Certification (Hetch 
Hetchy Program) 

c) Report on Recent San Francisco Public Utilities Commission Activities, Events and 
Announcements 


12. Racial and Equity Update (discussion only) (Kelly) 

13. Policy and Government Affairs Update (discussion only) (Ellis) 

14. Bay Area Water Supply and Conservation Agency Update (discussion only) 
(Sandkulla) 

15. New Commission Business (discussion only) 

CONSENT CALENDAR 

16. Approve Amendment No. 3 to Contract No. WW-647R, Southeast Water Pollution 


200215 


Control Plant Biosolids Digester Facilities Construction Manager/General Contractor 
(CM/GC) Agreement with MWH Constructors/Webcor Builders Joint Venture, to revise 
Sections 4.02 and 5.03 of the Agreement relating to certification by the Controller, 
project funding requirements, and incremental encumbrance for the CM/GC’s 
performance of work, with no change to the contract amount or duration. (How) 


REGULAR CALENDAR 


Nite 


200216 


18. 


200217 


19 


200218 


Approve the Water Supply Assessment for the proposed 2500 Mariposa Street/San 
Francisco Municipal Transportation Authority (SFMTA) Potrero Bus Yard Project which 
would replace the Potrero Yard Trolley Coach Facility at 2500 Mariposa Street with a 
new structure to accommodate bus parking and circulation, SFMTA maintenance, 
operation, and administrative uses, and joint development uses, pursuant to the State 
of California Water Code Section 10910 et seq., California Environmental Quality Act 
(CEQA) Section 21151.9, and CEQA Guidelines Section 15155. (Ritchie) 


Adopt findings declaring as surplus to the San Francisco Public Utilities 
Commission utility needs under Charter Section 8B.121(e), and as “exempt surplus 
land” under California Government Code Section 54221, approximately 20 acres of 
underutilized unimproved agricultural property designated as Assessor Parcel 

No. 096-0090-005-11 in the unincorporated Town of Sunol in Alameda County, 
California, that is under the jurisdiction of the SFPUC; and recommend that the Board 
of Supervisors authorize (a) the City’s Director of Property to execute a quitclaim deed 
conveying the Property to the East Bay Regional Park District, and (b) the SFPUC 
General Manager to execute an Agreement for Sale of Real Estate to convey the 
Property to the East Bay Regional Park District for $500,000. (Carlin) 


Authorize the General Manager to execute on behalf of the City and County of San 
Francisco, a Joint Funding Agreement with the U.S. Geological Survey for an 


20% 


amount not-to-exceed $326,180 and with a duration of 11 months, starting November 
1, 2020 and ending September 30, 2021, to allow for continued hydrologic monitoring 
and stream gauge maintenance in the Alameda and Peninsula Watersheds. 

(Ritchie) 


Authorize the General Manager to execute a Memorandum of Agreement with 
Silicon Valley Clean Water, the Bay Area Water Supply & Conservation Agency, the 


Di 902 19 California Water Service Company, the City of Redwood City, and the City of San 


Zaz 


200220 


papa, 


Mateo to carry out the Potable Reuse Exploratory Plan Phase 3 Feasibility Study, with 
a duration of 25 months and in an amount not to exceed $160,661. (Ritchie) 


Approve the re-allocation of $20,000,000 in existing appropriations in the FY 2020-21 
Power Enterprise Capital Plan from the SFO Substation Project, Streetlight 
Replacement Project and Intervening Facilities Project to the Bay Corridor 
Transmission/Distribution Project; and authorize the General Manager to seek Mayor 
and Board of Supervisors approval of a Supplemental Appropriation for the de- 
appropriation and re-appropriation of $8,000,000 from the Streetlight Replacement 
Project to the BCTD Project. (Hale) 


Adjournment 
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SAN FRANCISCO PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


London N. Breed 
Mayor 


Minutes 
Tuesday, October 27, 2020 
1:30 P.M. 
(Approved November 10, 2020) 


This meeting was held by Teleconference Pursuant to the Governor’s Executive Order N-29- 
20 and the Twelfth Supplement to Mayoral Proclamation Declaring the Existence of a Local 
Emergency Dated February 25, 2020 


Commissioners 
Sophie Maxwell, President 
Anson Moran, Vice President 
Tim Paulson 
Ed Harrington 


Harlan L. Kelly, Jr. 
General Manager 


Donna Hood 
Secretary 





. Cali to Order 


President Maxwell called the meeting to order at 1:31 PM. 


. Roll Call 


Present: Maxwell, Moran, Paulson and Harrington 


President Maxwell stated that the first order of business would be Closed Session. She 
asked the Commission Secretary to open public comment. 


Public comment on matters to be addressed during Closed Session 
None. 


Motion on whether to assert the attorney-client privilege regarding the matter listed 


below as Conference with Legal Counsel 
On Motion to assert the attorney-client privilege: 


Ayes: Maxwell, Moran, Paulson and Harrington 


The Commission entered Closed Session at 1:35 PM. 

Present: Commissioners Maxwell, Moran, Paulson and Harrington; Staff: Harlan L. 
Kelly, Jr. General Manager, Michael Carlin, Deputy General Manager (DGM), Eric 
Sandler, CFO, Barbara Hale, Assistant General Manager (AGM) Power Enterprise, 
Francesca Gessner, Deputy City Attorney, Lisa Berkowitz, Deputy City Attorney, 
Justine Hinderlitner, SFPUC Chief People Person, Lee Sayao, IS Engineer 


CLOSED SESSION 


5). 


oF 


Th 


Conference with Legal Counsel Regarding Pending Litigation - Pursuant to California 
Government Code Section 54956.9 (d) (1) and San Francisco Administrative Code 
Section 67.10 (d) (1) 

Richard Denton v. City and County of San Francisco et al 

San Francisco Superior Court Case No. CGC-13-534508 

Complaint filed September 26, 2013 

Proposed settlement with City to pay plaintiff $400,000 and plaintiff to resign from 
employment and release all claims 

(Resolution 20-0214) 


The Commission exited Closed Session at 2:05 PM. 


Announcement following Closed Session 
President Maxwell stated item five was approved for submittal to the Board of 


Supervisors. 


Motion regarding whether to disclose the discussions during Closed Session pursuant 
to San Francisco Administrative Code Section 67.12(a) 


On Motion to assert the attorney-client privilege: 
Ayes: Maxwell, Moran, Paulson and Harrington 





8. Approval of the Minutes of October 13, 2020 
On Motion to approve the Minutes of October 13, 2020 


Ayes: Maxwell, Moran, Paulson and Harrington 
No public comment. 


9. General Public Comment 

e Francisco DaCosta discussed the deliberations of meetings and asked that the 
topic of closed session be disclosed. He discussed the “Emerson Project”, and 
Dwayne Jones and partners. 

e Alita Dupree stated it should be known that the SFPUC should is the default 
provider of electricity in San Francisco and that CleanPowerSF needs to be a 
developer of relationships. She would like to work towards CleanPowerSF being 
100% renewable and cheaper than the PG&E default option. 

e Peter Drekmeier, Tuolumne River Trust, stated that it is officially in salmon 
spawning season. He discussed the numbers of salmon spawning and discussed 
this years numbers compared with other years. He requested the Commission 
drop support for Voluntary Agreement and support Bay Delta Plan. 


10. Communications 
a) Contract Advertisement Report 
b) Correspondence Log 
c) General Manager Contract Delegation of Authority Quarterly Report 
d) In-Person Customer Payments 
e) Low-Carbon Standards Fuel Standard 
f) Streetlight Program Update 


g) Update on Power Enterprise Customer Programs 
- Vice President (VP) Moran requested that staff provide information on the 


difference between the SFPUC and PG&E customer support programs. 
- Commissioner Harrington requested that the next report include more information 
on program effectiveness and measures. 


h) Water Supply Conditions Update 


Public Comment 

e David Pilpel first commented on item 10d and indicated had a good 
conversation with AGM Sandler on this issue. He spoke to item 10f and 
commended Mr. Stevens and his team on their work maintaining streetlights. He 
encouraged people to call 311 if they see lights out at night or on during the day. 

e Alita Dupree expressed appreciation for the Power Enterprise updates. She 
discussed in-person payments during COVID, stating exposure needs to be 
reduced and that mail and electronic payments should be encouraged, noting 
that receipts are provided with electronic payments. 


11.Report of the General Manager (GM) 
a) Update on December 2018 Bay Delta Plan Amendment and Voluntary Agreement 
Negotiations with the State 
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Michael Carlin, Deputy General Manager (DGM) stated that issues remaining on 
the table center around dry and critical year water and habitat improvements, that 
was the subject of a technical meeting with the state, which he briefly discussed. He 
noted critical and dry year issues. 


Public Comment 

e Peter Drekmeier stated critical and dry years have more impact on water 
agencies that depend on river flow. He said that the SFPUC is storage 
dependent and discussed reservoir storage. 

e Francisco DaCosta requested that the Commission bring the First People to the 
table. He stated the Tuolumne River is suffering and the most important element 
of the river is the salmon. 


At the request of President Maxwell, DGM Carlin and AGM Ritchie addressed Mr. 
Drekmeier’ s comments about storage during dry years. 


b) Pilot Program Offering on Portfolio Content Category 3 Renewable Energy Credits, 
Purchases for Leadership in Energy and Environment Design Certification (Hetch 


Hetchy Program) 

Barbara Hale, AGM Power, reviewed the conditions of and point system for the 
Pilot Program Offering on Portfolio Content Category 3 Renewable Energy Credits, 
Purchases for Leadership in Energy and Environment Design Certification. 


Public Comment 

e Alita Dupree requested a slide deck be provided for more detail. She stated 
renewable energy credits, bundled or unbundled, are a legitimate way to 
purchase energy. She hopes the program will increase renewable energy credit 
use across the board. 

e Melissa Yew, Sierra Club, expressed opposition to large hydro being considered 
as renewable and pushed for new renewables to be build. 

e Francisco DaCosta discussed the need to install solar farms on SFPUC land. 
He stated bundling leads to stacks with no empirical data. 

e Hunter Cuttings, Sierra Club, discussed his credentials and stated the program 
is inconsistent with the best science on decarbonizing the California power grid. 
He asked that the project be critically evaluated. 

e Eric Brooks, Californian’s for Energy Choice, referenced his email to the 
Commission. He stated the SFPUC Is going in the wrong direction and that 
hydroelectric is not greenhouse gas-free. He stated new renewables need to be 
built. 


In response to a request from President Maxwell, AGM Hale responded to 
comments made by the speakers. She stated there is no request to change the 
definition of renewables in the context of the renewable portfolio standards, but 
to propose to provide customers with the opportunity that the US Green 
Business Council rules provides to purchase renewable energy credits or 
certificates to qualify for LEED certification. She noted that program 
performance will be reported back to the Commission. 
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AGM Hale responded to a question from President Maxwell as to whether large 
hydro plants are efficient or greenhouse gas-free. 


VP Moran discussed concerns about large hydro and whether it is greenhouse 
gas-free as related to SFPUC reservoirs. He indicated the program Is a creative 
solution. 


c) Report on Recent San Francisco Public Utilities Commission Activities, Events and 
Announcements 


None. 


12. Racial and Equity Update 
Masood Ordikhani, Chief Equity and Innovative Officer introduced the item. He noted 


there are two components to the Plan (1) Office of Racial Equity (ORE) plans which are 
due December 31, 2020, and (2) SFPUC Racial Justice Resolution. 


Justine Hinderliter, Chief People Officer, presented on the ORE Racial Equity Action 
Plan Pillars (1) Hiring and Recruitment, (2) Retention and Promotion, (3) Discipline and 
Separation (4) Diverse and Equitable Leadership and Management, and (5) Mobility 
and Professional Development. 


Mr. Ordikhani continued with a review of the remaining ORE Racial Equity Action 
Pillars, (6) Organizational Culture of Inclusion and Belonging, and (7) Boards and 
Commissions). He concluded with a review of the SFPUC Racial Justice Resolution’s 
actionable items, plan, timeline, and deliverables. 


In response to a request from Commissioner Harrington regarding the need for 
additional facts, data and baseline information, Ms. Hinderliter stated she would 
forward him information from her initial presentation from July which will provide 
workforce equity data. 


Public Comment 

e Francisco DaCosta spoke to issues associated with SFPUC’s community benefits 
program. 

e Ali Altaha addressed racial equity and justice as applied to SFPUC employees. He 
spoke about issues related to contracting and LBE’s. 


13. Policy and Government Affairs Update 
Emily Lam discussed the memo provided to the commission and provided additional 


information on the daily work performed by staff. She reviewed legislative work done 
on the local, and state and federal levels and thanked John Scarpulla and Megan Scott 
for their work. She indicated that members of her staff were deployed to the 
Emergency Operations Center. She highlighted a priority project of securing funding for 
low-income SFPUC customers. 


Commissioner Harrington requested information be sent on Don Gilbert, SFPUC’s 
lobbyist in Sacramento. 
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Public Comment 

e Francisco DaCosta commended Ms. Lam for her presentation. He asked for a 
SFPUC mission objective. 

e Ali Altaha spoke about issues related to contracting and LBE’s. 


GM Kelly addressed Mr. Altaha’s comments regarding SFPUC contracting. 


14. Bay Area Water Supply and Conservation Agency (BAWSCA) Update 
Nicole Sandkulla, BAWSCA CEO, congratulated President Maxwell in her new role as 


Commission President and expressed excitement for the opportunity to work with her. 
She congratulated Commissioner Harrington on his appointment, and she thanked 
Commissioners Moran and Paulson for their work. 


She stated the consequential water supply issue facing BAWSCA constituents is 
uncertainty with the impact of the Bay Delta Plan and the State Boards orders for water 
users. She noted they are working hard on a Voluntary Agreement as an alternative to 
the Bay Delta Plan and will continue to work with the SFPUC on the Voluntary 
Agreement. 


No public comment. 


15. New Commission Business 
Commissioner Harrington noted that regular Commission meetings do not allow for 
deep dives and engagement with stakeholders. He suggested the Commission 
consider workshops with the first being on Tuolumne River issues, to foster 
engagement, conversation and education. 


GM Kelly discussed the need for engagement and discussed workshop options. 
President Maxwell indicated that she will work with staff on logistics and methods for a 
meaningful meeting. Brief discussion ensued on the merits of workshops and possible 
meeting models and topics. 


Public Comment 

e Francisco DaCosta spoke to possible workshop topics. 

e Peter Drekmeier, Tuolumne River Trust, expressed support for workshops to 
discuss facts and discussion for potential solutions. 

e Carol Steinfeld expressed support for workshops. 

e David Pilpel expressed support for workshops. 


CONSENT CALENDAR 


16. Approve Amendment No. 3 to Contract No. WW-647R, Southeast Water Pollution 
Control Plant Biosolids Digester Facilities Construction Manager/General Contractor 
(CM/GC) Agreement with MWH Constructors/Webcor Builders Joint Venture, to revise 
Sections 4.02 and 5.03 of the Agreement relating to certification by the Controller, 
project funding requirements, and incremental encumbrance for the CM/GC’s 
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performance of work, with no change to the contract amount or duration. (Resolution 


20-0215) 


No public comment. 


REGULAR CALENDAR 


17. Approve the Water Supply Assessment for the proposed 2500 Mariposa Street/San 
Francisco Municipal Transportation Authority (SFMTA) Potrero Bus Yard Project which 
would replace the Potrero Yard Trolley Coach Facility at 2500 Mariposa Street with a 
new structure to accommodate bus parking and circulation, SEMTA maintenance, 
operation, and administrative uses, and joint development uses, pursuant to the State 
of California Water Code Section 10910 et seq., California Environmental Quality Act 
(CEQA) Section 21151.9, and CEQA Guidelines Section 15155. (Resolution 20-0216) 
AGM Ritchie introduced the item and requested approval. 


AGM Ritchie responded to a question from Commissioner Harrington’s request for 
information on the number of WSA’s that are expected in the upcoming months. 


Public Comment 

e David Pilpel noted SFMTA should read “Agency” (not Authority); future WSA’s 
should note staff member; WSA’s should link to latest Urban Water Management 
Plan; Planning Department needs to update Attachment A (page 27) to reflect latest 
Plan Bay Area numbers; provide him with Sept 6, 2016 guidance memo referenced 
on pages 22 & 23; needs net change of water use; support conclusion of WSA. 

e Ali Altaha provided comments regarding issues related to contracting and LBE’s. 

e Peter Drekmeier, Tuolumne River Trust, discussed demand projections and growth 
and addressed Plan Bay Area. He stated discussions need to be conducted with 
the Planning Department regarding water supply and development. 


18. Adopt findings declaring as surplus to the San Francisco Public Utilities Commission 
utility needs under Charter Section 8B.121(e), and as “exempt surplus land” under 
California Government Code Section 54221, approximately 20 acres of underutilized 
unimproved agricultural property designated as Assessor Parcel No. 096-0090-005-11 
in the unincorporated Town of Sunol in Alameda County, California, that is under the 
jurisdiction of the SFPUC; and recommend that the Board of Supervisors authorize (a) 
the City’s Director of Property to execute a quitclaim deed conveying the Property to 
the East Bay Regional Park District, and (b) the SFPUC General Manager to execute 
an Agreement for Sale of Real Estate to convey the Property to the East Bay Regional 
Park District for $500,000. (Resolution 20-0217) 

DGM Carlin introduced the item and requested approval. 


No public comment. 


19. Authorize the General Manager to execute on behalf of the City and County of San 
Francisco, a Joint Funding Agreement with the U.S. Geological Survey for an amount 
not-to-exceed $326,180 and with a duration of 11 months, starting November 1, 2020 
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20. 


aa 


22) 


President Maxwell adjourned the meeting at 4:28 PM. 


and ending September 30, 2021, to allow for continued hydrologic monitoring and 
stream gauge maintenance in the Alameda and Peninsula Watersheds. (Resolution 
20-2018) 

AGM Ritchie introduced the item and requested approval. 


No public comment. 


Authorize the General Manager to execute a Memorandum of Agreement with Silicon 
Valley Clean Water, the Bay Area Water Supply & Conservation Agency, the 
California Water Service Company, the City of Redwood City, and the City of San 
Mateo to carry out the Potable Reuse Exploratory Plan Phase 3 Feasibility Study, with 


a duration of 25 months and in an amount not to exceed $160,661. (Resolution 20- 
0219) 


AGM Ritchie introduced the item and requested approval. 


AGM Ritchie responded to a question from President Maxwell regarding how close the 
partners are to a plan. 


Public Comment 

e Peter Drekmeier stated that the 93 MGD previously noted during the meeting is 
overblown. He stated the project is looking at 9 MGD. He expressed support for 
the project. 


Approve the re-allocation of $20,000,000 in existing appropriations in the FY 2020-21 
Power Enterprise Capital Plan from the SFO Substation Project, Streetlight 
Replacement Project and Intervening Facilities Project to the Bay Corridor 
Transmission/Distribution Project; and authorize the General Manager to seek Mayor 
and Board of Supervisors approval of a Supplemental Appropriation for the de- 
appropriation and re-appropriation of $8,000,000 from the Streetlight Replacement 
Project to the BCTD Project. (Resolution 20-0220) 

AGM Hale introduced the item and discussed the Power Capital Plan. She indicated 
the cost estimate for the project has increased and stated the increase to project costs 
is attributable to costs with the project substation. She discussed the proposed 
requested appropriation and re-appropriation. 


AGM Hale responded to a question from Commissioner Moran regarding how soon 
the SFO project will need to be funded given the low traffic at the airport. 


AGM Hale responded to a question from President Maxwell regarding the requested 
increase for the Substation Project from $35M to $55M to $60M. GM Kelly provided 
additional information. President noted the importance of including this information for 
the public. 


No public comment. 
Adjournment 
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PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0215 


WHEREAS, In June 2016, the General Manager recommended, and the Commission 
approved Construction Manager/General Contractor (CM/GC) as the best project delivery method 
to successfully complete the Biosolids Digester Facilities Project; and 


WHEREAS, On May 9, 2017, by Resolution No. 17-0110, this Commission awarded 
CM/GC Contract No. WW-647R to MWH Constructors/Webcor Builders JV and authorized the 


commencement of pre-construction services only for the Biosolids Digester Facilities Project 
(BDFP); and 


WHEREAS, On March 13, 2018, by Resolution No. 18-0042, this Commission approved 
the BDFP, adopted CEQA findings, including the Statement of Overriding Considerations and the 
Mitigation and Monitoring Reporting Program for the Project, and authorized the General Manager 
to proceed with construction of the Project under CM/GC Contract No. WW-647R; and 


WHEREAS, On April 17, 2018, by Resolution No. 109-18, the San Francisco Board of 
Supervisors adopted the CEQA findings for the Project, authorizing the City Controller to release 
project funds for construction; and 


WHEREAS, The SFPUC issued the pre-construction Notice-to-Proceed on October 30, 
2017, and issued the construction Notice-to-Proceed on August 26, 2019; and 


WHEREAS, The original contract amount is $938,785,526 and the original contract 
duration is 2,534 days; and 


WHEREAS, Contract Monitoring Division established a project-wide Local Business 
Enterprise (LBE) subconsulting/subcontracting requirement of 12% for this contract, and the 
Contractor has committed to meeting this LBE requirement over the life of the contract; and 


WHEREAS, Pursuant to his delegated authority under Resolution No. 09-0017 to re- 
allocate contract resources from the construction phase to the pre-construction phase within 
contracts, the General Manager executed Amendment No. | increasing the pre-construction 
services value from $6,069,749 to $35,069,749, and Amendment No. 2 increasing the pre- 
construction services value from $35,069,749 to $60,569,749, without increasing the overall 
contract value or duration; and 


WHEREAS, Amendment No. 3 revises language in Section 4.02 and Section 5.03 of 
CM/GC Contract No. WW-647R regarding project funding, Controller certification of funds, and 
incremental encumbrances to reflect a multi-year, incremental approach to encumbering funds for 
work on the project; and 


WHEREAS, Amendment No. 3 will not change the contract value and/or contract duration 
of CM/GC Contract No. WW-647R; and 


WHEREAS, Funds are available from Project No. CWWSIPDPO1, Biosolids Digester 
Facilities Project; now, therefore, be it 


RESOLVED, That this Commission hereby approves Amendment No. 3 to Contract No. 
WW-647R with MWH Constructors/Webcor Builders JV to revise Sections 4.02 and 5.03 of the 


Agreement regarding project funding procedures, with no change to the contract amount or 
duration. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of October 27, 2020. 


Allorar hbsed 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


RESOLUTION NO. 20-0216 


WHEREAS, Under the California Environmental Quality Act (CEQA) and State of 
California Water Code (Section 10910(g)(1)), the San Francisco Public Utilities Commission 
(SFPUC) is required to prepare and approve a Water Supply Assessment (WSA) for the 
cumulative water demands presented by the proposed 2500 Mariposa Street/SFMTA Potrero Bus 
Yard Project, which would result in replacement of the existing Potrero Yard Trolley Coach 
Facility with a new structure to accommodate bus parking and circulation, SFMTA maintenance, 
operation, and administrative uses, and a mix of commercial and residential uses, including 575 
residential units; and 


WHEREAS, The 2500 Mariposa Street/SFMTA Potrero Bus Yard Project is required to 
comply with the City’s Non-potable Water Ordinance, Article 12C of the San Francisco Health 
Code, and as a result, the Project will offset its potable water use through the use of alternate 
water sources; and 


WHEREAS, A WSA is an informational document that assesses the adequacy of water 
Supplies to serve a proposed project and is required to be prepared as part of the CEQA 
environmental review process; and 


~ WHEREAS, The water demand associated with the 2500 Mariposa Street/SFMTA 
Potrero Bus Yard Project is encompassed within the 2015 Urban Water Manament Plan water 
demand projections; and : 


WHEREAS, Approval of a WSA as an informational document is not considered an 
approval action as defined in Section 15378 of the CEQA Guidelines; and 


WHEREAS, A WSA must be approved at a public meeting by the governing body of the 
public water supplier that would serve the proposed project; and 


WHEREAS, On December 12, 2018, the State Water Resources Control Board adopted 
an amendment to the Water Quality Control Plan for the San Francisco Bay/Sacramento-San 
Joaquin Delta Estuary (i.e., Bay-Delta Plan Amendment), which, if implemented in the future, 
would affect the Regional Water System supply and the SFPUC’s ability to meet the projected 
demands of existing and future retail customers, including the proposed project; and 


WHEREAS, Multiple lawsuits are pending challenging the Bay-Delta Plan Amendment, 
and the City is a party to one of those suits; and 


WHEREAS, In accordance with the State Water Resources Control Board’s instruction, 
on March 1, 2019, the SFPUC, in partnership with other key stakeholders, submitted a proposed 
“voluntary agreement” (March 1st Proposed Voluntary Agreement) for the State’s consideration 
as a substitute or replacement of the Bay-Delta Plan Amendment; and 


WHEREAS, On March 26, 2019 by Resolution No. 19-0057, this Commission endorsed 
the SFPUC’s continued participation in the voluntary agreement negotiation process and stated 
its intent that the terms of any final voluntary agreement would improve the health of the 
fisheries and maintain the reliability of its water supply including maintenance of its level of 
service (LOS) goal of no more than 20% system-wide rationing; and 


WHEREAS, Because implementation of the Bay-Delta Plan Amendment or an 
alternative Voluntary Agreement is uncertain at this time, the SFPUC staff prepared the attached 
WSA for the proposed 2500 Mariposa Street/SFMTA Potrero Bus Yard Project, analyzing water 
supply and demand under three scenarios: (1) No implementation of the Bay-Delta Plan 
Amendment or the March Ist Proposed Voluntary Agreement (“Scenario 1”), (2) 
Implementation of the March Ist Proposed Voluntary Agreement (“Scenario 2”), and (3) 
Implementation of the Bay-Delta Plan Amendment (“Scenario 3”); and 


WHEREAS, The WSA concludes that the SFPUC’s total projected water supplies 
through 2040 will (1) meet the demands of the proposed project in normal years under all three 
scenarios, (2) meet the demands of the proposed project in dry years without rationing beyond 
the SFPUC’s LOS goal of 20% system-wide rationing under Scenario 1, (3) meet the demands of 
the proposed project in dry years but require rationing closer to the LOS goal under Scenario 2, 
and (4) not reliably meet the demands of the proposed project without rationing at a level greater 
than that required to achieve the LOS goal under Scenario 3; now, therefore, be it 


RESOLVED, This Commission approves the attached Water Supply Assessment for the 
proposed 2500 Mariposa Street/SFMTA Potrero Bus Yard Project pursuant to the State of 
California Water Code Section 10910(g). 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of October 27, 2020. 


jlloran. Mood 


Secretary, Public Utilities Commission 


San Francisco 
Water 


Services of the San Francisco Public Utilities Commission 


September 25, 2020 


nO: Commissioner Ann Moller Caen, President 
Commissioner Anson Moran 
Commissioner Sophie Maxwell 
Commissioner Tim Paulson 


Harlan L. Kelly, Jr., General Manager a 


THROUGH: 

FROM: Steven R. Ritchie, Assistant General Manager, Water 

Rie Water Supply Assessment for the 2500 Mariposa Street/SFMTA 
Potrero Bus Yard Project 

1.0 Summary 


1.1. Introduction 


Under the Water Supply Assessment law (Sections 10910 through 10915 of the 
California Water Code), urban water suppliers like the San Francisco Public Utilities 
Commission (SFPUC) must furnish a Water Supply Assessment (WSA) to the city or 
county that has jurisdiction to approve the environmental documentation for certain 
qualifying projects (as defined in Water Code Section 10912 (a)) subject to the 
California Environmental Quality Act (CEQA). The WSA process typically relies on 
information contained in a water supplier's Urban Water Management Plan (UWMP), 
and involves answering specific questions related to the estimated water demand of 
the proposed project. This memo serves as the WSA for the proposed 2500 
Mariposa/SFMTA Potrero Bus Yard Project (“proposed project”), for use in the 
preparation of an environmental impact report by the San Francisco. Planning 
Department (case no. 2019-021884ENV, San Francisco Planning Department). 


1.1.1 2015 Urban Water Management Plan 


The SFPUC’s most current UWMP is the UWMP update for 2015, which the 
Commission adopted in June 2016 (Resolution No. 16-0118). The water demand 
projections in the UWMP incorporated 2012 Land Use Allocation (LUA 2012) housing 
and employment growth projections from the San Francisco Planning Department. The 
water demand projections are presented in five-year increments through 2040, meeting 
Water Code requirements. Growth associated with the proposed project was 
encompassed within the LUA 2012, and water demand associated with the proposed 
project was encompassed within the 2015 UWMP water demand projections. In other 
words, the proposed project has already been already accounted for in SFPUC’s 
water supply planning. 


The WSA for a qualifying project within the SFPUC’s retail service area’ may use 
information from the UWMP. Therefore, the 2015 UWMP is incorporated via 


1 SFPUC’s “retail service area” refers to water customers inside the City and County of San 
Francisco, as well as select areas outside of the City. 
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references throughout this WSA shown in bold, italicized text. The UWMP may be 
accessed at www.sfwater.org/uwmp. 


1.1.2 2018 Bay-Delta Plan Amendment 


In December 2018, the State Water Resources Control Board (SWRCB) adopted 
amendments to the Water Quality Control Plan for the San Francisco Bay/Sacramento- 
San Joaquin Delta Estuary (Bay-Delta Plan Amendment) to establish water quality 
objectives to maintain the health of the Bay-Delta ecosystem. The SWRCB is required 
by law to regularly review this plan. The adopted Bay-Delta Plan Amendment was 
developed with the stated goal of increasing salmonid populations in three San Joaquin 
River tributaries (the Stanislaus, Merced, and Tuolumne Rivers) and the Bay-Delta. 
The Bay-Delta Plan Amendment requires the release of 40% of the “unimpaired flow”? 
on the three tributaries from February through June in every year type, whether wet, 
normal, dry, or critically dry. 


If the Bay-Delta Plan Amendment is implemented, the SFPUC will be able to meet the 
projected water demands presented in the 2015 UWMP in normal years but would 
experience supply shortages in single dry years or multiple dry years. The 2015 UWMP 
already assumes limited rationing may be needed in multiple dry years to address an 
anticipated supply shortage by 2040, but implementation of the Bay-Delta Plan 
Amendment will require rationing in all single dry years and multiple dry years and to a 
greater degree to address supply shortages not accounted for in the 2015 UWMP. 


The SWRCB has stated that it intends to implement the Bay-Delta Plan Amendment on 
the Tuolumne River by the year 2022, assuming all required approvals are obtained by 
that time. But implementation of the Plan Amendment is uncertain for several reasons. 
First, under the Clean Water Act, the United States Environmental Protection Agency 
(U.S. EPA) must approve the water quality standards identified in the Plan Amendment 
within 90 days from the date the approval request is received. It is uncertain whether 
the U.S. EPA will approve or disapprove the water quality standards. Furthermore, the 
determination could result in litigation. 


Second, since adoption of the Bay-Delta Plan Amendment, over a dozen lawsuits have 
been filed in both state and federal court, challenging the SWRCB’s adoption of the 
Bay-Delta Plan Amendment, including a legal challenge filed by the federal 
government, at the request of the U.S. Department of Interior, Bureau of Reclamation. 
That litigation is in the early stage and there have been no dispositive court rulings as 
of this date. 


Third, the Bay-Delta Plan Amendment is not self-implementing and does not allocate 
responsibility for meeting its new flow requirements to the SFPUC or any other water 
rights holders. Rather, the Plan Amendment merely provides a regulatory framework 
for flow allocation, which must be accomplished by other regulatory and/or adjudicatory 
proceedings, such as a comprehensive water rights adjudication or, in the case of the 
Tuolumne River, the 401 certification process in the Federal Energy Regulatory 
Commission's relicensing proceeding for Don Pedro Dam. The license amendment 
process is currently expected to be completed in the 2022-23 timeframe. This process 
and the other regulatory and/or adjudicatory proceedings would likely face legal 
challenges and have lengthy timelines, and quite possibly could result in a different 
assignment of flow responsibility (and therefore a different water supply impact on the 
SFPUC). 


Fourth, in recognition of the obstacles to implementation of the Bay-Delta Plan 
Amendment, SWRCB Resolution No. 2018-0059 adopting the Bay-Delta Plan 
Amendment directed staff to help complete a “Delta watershed-wide agreement, 
including potential flow measures for the Tuolumne River” by March 1, 2019, and to 


2 Unimpaired flow represents the water production of a river basin, unaltered by upstream 
diversions, storage, or by export or import of water to or from other watersheds. Bay-Delta Plan 
Amendment, Introduction, p.1-8. 
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incorporate such agreements as an “alternative” for a future amendment to the Bay- 
Delta Plan to be presented to the SWRCB “as early as possible after December 1, 
2019.” In accordance with the SWRCB’s instruction, on March 1, 2019, SFPUC, in 
partnership with other key stakeholders, submitted a proposed project description for 
the Tuolumne River that could be the basis for a voluntary substitute agreement with 
the SWRCB (“March 1st Proposed Voluntary Agreement’). On March 26, 2019, the 
Commission adopted Resolution No. 19-0057 to support SFPUC’s participation in the 
Voluntary Agreement negotiation process. To date, those negotiations are ongoing 
under the California Natural Resources Agency and the leadership of the Newsom 
administration.* The negotiations for a voluntary agreement have made significant 
progress since an initial framework was presented to the SWRCB on December 12, 
2018. The package submitted on March 1, 2019 is the product of renewed discussions 
since Governor Newsom took office. In a written progress report to the Voluntary 
Agreement Plenary Participants dated July 1, 2019, California Secretary for 
Environmental Protection Jared Blumenfeld and California Secretary for Natural 
Resources Wade Crowfoot stated that the collective State agencies (i.e., State Team) 
should be able “to determine the adequacy” of the various proposed voluntary 
agreements, including the proposed Tuolumne Voluntary Agreement, by October 15, 
2019. The report further states that if the State Team decides to recommend the 
Voluntary Agreements to the SWRCB, then (1) scientific peer review of the Voluntary 
Agreements would be completed by the spring of 2020, and (2) a draft CEQA 
document would be released for public comment in the summer of 2020, with a 
finalized CEQA document completed the following year. 


For all these reasons, whether and when the Bay-Delta Plan Amendment will be 
implemented, and how those amendments if implemented will affect the SFPUC’s 
water supply is currently uncertain and possibly speculative. Given this uncertainty, this 
WSA analyzes water supply and demand through 2040 under three scenarios: (1) No 
implementation of the Bay-Delta Plan Amendment or the March 1st Proposed 
Voluntary Agreement (“Scenario 1”), (2) Implementation of the March 1st Proposed 
Voluntary Agreement (“Scenario 2”), and (3) Implementation of the Bay-Delta Plan 
Amendment (“Scenario 3”). 


1.1.3. Basis for Requiring a WSA for the Proposed Project 


The proposed project has not been the subject of a previous WSA, nor has it been part 
of a larger project for which a WSA was completed. 


The proposed project qualifies for preparation of a WSA under Water Code Section 
10912(a) because it is a mixed-use development that includes more than 500 dwelling 
units. The proposed project is characterized further in Section 1.2. 


1.1.4 Conclusion of this WSA 


This WSA concludes that under Scenarios 1, 2, and 3, the SFPUC’s total projected 
water supplies would meet the demands of the proposed project and cumulative retail 
water demands through 2040 in normal years. Based on historic records of hydrology 
and reservoir inflow from 1920 to 2017, current delivery and flow obligations, and fully- 
implemented infrastructure under the 2018 Phased Water System Improvement 
Program (WSIP) Variant, normal or wet years occurred 85 out of 97 years. This 
translates into roughly 9 normal or wet years out of every 10 years. Conversely, 
system-wide rationing is required roughly 1 out of every 10 years. This frequency is 
expected to increase as climate change intensifies. 


Scenario 1 - No Implementation of the Bay-Delta Plan Amendment or the 
Voluntary Agreement: Under Scenario 1, SFPUC'’s total projected water supplies 
would meet the projected demands of the retail service area in normal years. During 


3 California Natural Resources Agency. “Voluntary Agreements to Improve Habitat and Flow in 
the Delta and its Watersheds.” http://resources.ca.gov/voluntary-agreements/. Accessed April 8, 
2019. 


Memo to Commissioners 

WSA for 2500 Mariposa/SFMTA Potrero Bus Yard Project 
September 25, 2020 

Page 4 of 19 


dry years, there would be a shortfall of 3.6-6.1 million gallons per day (mgd), or 5-7%. 
The SFPUC could manage this relatively small shortfall by prohibiting certain 
discretionary outdoor water uses and/or calling for voluntary rationing among all retail 
customers pursuant to its Retail Water Shortage Allocation Plan (Appendix L of the 
UWMP). 


Scenario 2 - Implementation of the Voluntary Agreement: The March 1st Proposed 
Voluntary Agreement has yet to be accepted by SWRCEB as an alternative to the Bay- 
Delta Plan Amendment and thus the shortages that would occur with its 
implementation are not known with certainty. An analysis of water supply impacts 
comparable to the one provided in this WSA for Scenarios 1 and 3 is not available for 
Scenario 2. However, the flow releases under the Voluntary Agreement, unlike the 
Bay-Delta Plan Amendment, are not based on an unimpaired flow approach but on a 
combination of flow and non-flow measures that are designed to benefit fisheries at a 
lower water cost, particularly during multiple dry years when less flow is required, 
preserving more of the SFPUC’s stored water supply from the Tuolumne River. The 
resulting RWS supply shortfalls during dry years under the Voluntary Agreement would 
be less than those under the Bay-Delta Plan Amendment, and therefore would require 
rationing of a lesser degree and closer in alignment to the SFPUC’s adopted level of 
service (LOS) goal for the RWS of rationing of no more than 20% system-wide during 
dry years than that which would occur under Scenario 3. Indeed, in Resolution No. 19- 
0057, the Commission stated its intention that any final voluntary agreement “would 
allow the SFPUC to maintain the (1) Water Supply Level of Service Goal and 
Objectives and (2) Sustainability Level of Service Goal and Objectives adopted in 
Commission Resolution No. 08-0200.” Under Scenario 2, if SFPUC’s March 1st 
Proposed Voluntary Agreement were accepted by the SWRCB as an alternative to the 
Bay-Delta Plan Amendment, SFPUC would still face a shortfall in single dry and 
multiple dry years, thus requiring rationing across the retail service area, but of a much 
smaller magnitude. Rationing under Scenario 2, with implementation of the Voluntary 
Agreement, would be to a lesser degree than that under Scenario 3, with 
implementation of the Bay-Delta Plan Amendment. 


Scenario 3 - Implementation of the Bay-Delta Plan Amendment: Under Scenario 3, 
during single dry and multiple dry years starting as soon as the year 2022, the 
estimated year of implementation of the Bay-Delta Plan Amendment, the SFPUC’s total 
projected water supplies cannot meet the demands of the retail service area, including 
those of the proposed project, without gradually increasing higher levels of water 
rationing of up to 50% through 2040 across the retail service area. For the proposed 
project specifically, the SFPUC may impose a lower level of rationing that takes into 
account the installation of water-efficient plumbing fixtures and non-potable water 
systems associated with new construction. 


The relatively small volume of water demand generated by the proposed project itself 
would not exacerbate the projected shortfalls resulting from implementation of the Bay- 
Delta Plan Amendment. Regardless of whether the proposed project is constructed, 
with implementation of the Bay-Delta Plan Amendment, the SFPUC’s existing and 
planned water supplies will not meet the water demands of its retail service area in dry 
years without greater rationing than previously projected in the 2015 UWMP. 


Refer to Section 4.0, Conclusion, for a tabulated comparison of projected retail water 
supplies and demands under Scenarios 1 and 3, the resulting shortfalls, and the 
implications of rationing to the proposed project. 


1.2 Proposed Project Description 


The project sponsor, the San Francisco Municipal Transportation Agency (SFMTA), 
proposes to replace the Potrero Yard Trolley Coach Facility at 2500 Mariposa Street 
(Potrero Yard). The proposed project would accommodate the expansion of the 
SFMTA’s transit vehicle fleet in a new replacement structure that would include space 
for bus parking and circulation (up to 213 buses); SFMTA maintenance, operation, and 
administrative uses; and joint development uses. 
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The new approximately 1,300,000 gross-square-foot (GSF) structure would occupy the 
4.4-acre (192,000 square feet) site and rise to heights ranging from 75 to 150 feet. The 
new structure would contain a three-level, approximately 75-foot-tall replacement 
transit facility plus a mix of commercial and residential uses in the remainder of the 
proposed project as part of a joint development program between SFMTA and a private 
project cosponsor. The joint development program would include a ground-floor 
commercial use (approximately 33,000 GSF) and residential entry lobbies, with 
integrated residential and transit facility uses on the second through sixth floors of the 
three-level replacement transit facility. Most of the residential development would be 
atop the replacement transit facility on the 7th to 13th floors. The proposed project 
includes 544,000 square feet for 575 residential units. 


Of the 192,000 square foot (SF) project site, the building footprint is 189,860 SF, with a 
5-foot wide planting strip along the 17th Street frontage (2,140 GSF). The building 
footprint includes 91,000 GSF of rooftop courtyard and 98,860 GSF of standard 
rooftop. 


The SFMTA estimates that construction of the proposed project would take three to 
four years to complete, with construction beginning in 2023 and building occupancy by 
the end of 2026. 


For additional details on the proposed project, see Attachment B. 


2.0 Water Supply 


This section reviews San Francisco’s existing and planned water supplies. 


2.1 Regional Water System 


See Section 3.1 of the UWMP for descriptions of the RWS and Section 6.1 of the 
UWMP for water rights held by City and County of San Francisco and the SFPUC 
Water System Improvement Program (WSIP). 


2.2 Existing Retail Supplies 
Retail water supplies from the RWS are described in Section 6.1 of the UWMP. 


Local groundwater supplies, including the Westside Groundwater Basin, are described 
in Section 6.2.1 of the UWMP. 


Local recycled water supplies, including the Harding Park Recycled Water Project and 
Pacifica Recycled Water Project, are described in Section 6.2.1 of the UWMP. 


2.3 Planned Retail Water Supply Sources 


The San Francisco Groundwater Supply Project is described in Section 6.2.2 of the 
UWWMP. Since adoption of the UWMP, four wells have been completed and the start-up 
phase of the project has begun. Starting in April 2017, small amounts of groundwater 
have been blended with RWS supplies for drinking water. Two remaining wells are 
under construction as part of the next phase of the project. 


The proposed Westside and Eastside Recycled Water Projects, as well as non-potable 
water supplies associated with onsite water systems implemented in compliance with 
San Francisco’s Non-potable Water Ordinance (Health Code Chapter 12C), are also 
described in Section 6.2.2 of the UWMP. 
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2.4 Summary of Current and Future Retail Water Supplies 


A breakdown of water supply sources for meeting SFPUC retail water demand through 
2040 in normal years is provided in Section 6.2.5 of the UWMP. For dry years, see the 
next section. 


Based on historic records of hydrology and reservoir inflow from 1920 to 2017, current 
delivery and flow obligations, and fully-implemented infrastructure under the 2018 
Phased Water System Improvement Program (WSIP) Variant, normal or wet years 
occurred 85 out of 97 years. This translates into roughly 9 normal or wet years out of 
every 10 years. Conversely, system-wide rationing is required roughly 1 out of every 10 
years. This frequency is expected to increase as climate change intensifies. 


2.5  Dry-Year Water Supplies 


A description of dry-year supplies developed under WSIP is provided in Section 7.2 of 
the UWMP. Other water supply reliability projects and efforts that are currently 
underway or completed are described in Section 7.4 of the UWMP. Since adoption of 
the UWMP, the following milestones have occurred: 


e Calaveras Dam Replacement Project — Construction of the new dam was 
completed in September 2018, and the reservoir resumed fill during the winter 
season of 2019/2020. 


e Regional Groundwater Storage and Recovery Project — Construction of this 
project is still underway. Phase 1 of the project, consisting of installation of 13 
production wells, will be completed in 2019. Since May/June 2016, the project 
has been in a storage phase through periodic deliveries of RWS surface water 
in lieu of groundwater pumping by Daly City, San Bruno, and the California 
Water Service Company. 


2.6 Additional Water Supplies 


In light of the adoption of the Bay-Delta Plan Amendment and the resulting potential 
limitations to RWS supply during dry years, the SFPUC is increasing and accelerating 
its efforts to acquire additional water supplies and explore other projects that would 
increase overall water supply resilience. Developing these additional supplies would 
reduce water supply shortfalls and reduce rationing associated with such shortfalls. In 
addition to the Daly City Recycled Water Expansion project*, which was a potential 
project identified in the 2015 UWMP and had committed funding at that time, the 
SFPUC has taken action to fund the study of potential additional water supply projects. 
Capital projects under consideration to develop additional water supplies include 
surface water storage expansion, recycled water expansion, water transfers, 
desalination, and potable reuse. The SFPUC is also considering developing related 
policies and ordinances, such as funding for innovative water supply and efficiency 
technologies and requiring potable water offsets for new developments. A more 
detailed list and descriptions of these efforts are provided below. 


The capital projects that are under consideration would be costly and are still in the 
early feasibility or conceptual planning stages. Because these water supply projects 
would take 10 to 30 or more years to implement, and because required environmental 
permitting negotiations may reduce the amount of water that can be developed, the 
yield from these projects are not currently incorporated into SFPUC’s supply 
projections. Capital projects would be funded through rates from both Wholesale and 
Retail Customers based on mutual agreement, as the additional supplies would benefit 
all customers of the RWS, unless otherwise noted. State and federal grants and other 
financing opportunities would also be pursued for eligible projects, to the extent 
feasible, to offset costs borne by ratepayers. 


4 While this potential project was identified in the 2015 UWMP, it has since been approved by 
Daly City following environmental review and has a higher likelihood of being implemented. 
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1. Daly City Recycled Water Expansion (Regional, Normal- and Dry-Year 
Supply, 3 mgd) 


Project Description: The SFPUC and North San Mateo County Sanitation District 
(NSMCSD, or Daly City) have been exploring ways to increase the recycled water 
treatment capacity in Daly City to serve additional customers and decrease 
irrigation water withdrawals from the Westside Groundwater Basin, both in San 
Francisco and further south of Daly City. The majority of the irrigation demand met 
by groundwater withdrawals, approximately 2 mgd, serves cemeteries in Colma. 
An initial feasibility study completed in 2010 identified the capital requirements that 
would be needed to produce additional capacity at the existing treatment plant 
location. The study demonstrated that a new tertiary treatment facility would be 
required onsite to produce additional capacity of up to 3.4 mgd. Currently, flows 
that exceed the capacity of the existing treatment plant are discharged into the 
Pacific Ocean. With this project, some of that discharge may be treated and used 
for irrigation. New facilities would include a treatment facility, pump station, 
distribution pipelines, and storage. 


Estimated Costs and Financing: The capital cost is estimated to be $85 million, 
which is budgeted for in the SFPUC’s 10-year capital planning horizon. The annual 
operations and maintenance (O&M) cost is estimated to be $3 million. This project 
may present regional benefits that would result in cost-sharing with Wholesale 
Customers because the replacement of groundwater used for irrigation with 
recycled water will result in a greater volume of groundwater storage that can be 
used in dry years as part of the SFPUC’s existing Groundwater Storage and 
Recovery project, approved by the SFPUC in 2014 in Resolution no. 14-0127. 


Permits and Approvals: Daly City adopted a Final Initial Study/Mitigated Negative 
Declaration (IS/MND) and Mitigation Monitoring and Reporting Program (MMRP) 
for the proposed project in September 2017. The SFPUC has not yet approved its 
participation in the project. Other permits and/or approvals that may be needed for 
this project include: BART, CAL/OSHA, San Francisco Bay RWQCB, and 
encroachment permits from Caltrans, Daly City, South San Francisco, SFPUC, San 
Mateo County, and Colma to construct distribution and storage facilities. 
Institutional agreements between the project partners for project construction and 
operation, as well as with the customers whose supplies will change from 
groundwater to recycled water, will also need to be developed. 


Estimated Acquisition: Construction may occur as soon as 2023 with operation 
beginning in 2027. 


2. Alameda County Water District Transfer Partnership (Regional, Normal- and 
Dry-Year Supply, 5 mgd) 


Project Description: Water would be acquired from Contra Costa Water District 
(CCWD) for delivery to Alameda County Water District (ACWD) through the South 
Bay Aqueduct utilizing a planned expansion of the Los Vaqueros Reservoir. 


Estimated Costs and Financing: The capital cost is estimated to be $50-150 
million, with an annual O&M cost of $2.5 million. 


Permits and Approvals: Planning and environmental review of the Los Vaqueros 
Reservoir Expansion is underway by CCWD, and has several objectives beyond 
water deliveries to the SFPUC. CCWD has identified over 15 permits, approvals 
and consultations that will be necessary such as Dredge and Fill, National Pollutant 
Discharge Elimination System (NPDES), Streambed Alteration, and Encroachment 
permits. These permits and approvals will be obtained by CCWD and/or its 
contractor. To enable a water supply transfer between ACWD and the SFPUC, 
water right modifications may be necessary and if additional infrastructure is 
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needed, additional permits will be required. As this project is in the conceptual 
stage, permitting details have not yet been identified. 


Estimated Acquisition: Construction may occur as soon as 2028 with operation 
beginning in 2032. 


3. Brackish Water Desalination in Contra Costa County (Regional, Normal- and 
Dry-Year Supply, 9+ mgd) 


Project Description: The Bay Area Brackish Water Treatment (Regional 
Desalination) Project is a partnership between CCWD, East Bay Municipal Utility 
District (EBMUD), SFPUC, Santa Clara Valley Water District (SCVWD) and Zone 7 
to turn brackish water into a reliable, drought-proof drinking water supply, delivering 
a total of up to 10-20 mgd in drought and non-drought years (i.e., dry and normal 
years), throughout the region. A new brackish water treatment plant would be 
constructed in East Contra Costa and tie into the existing CCWD system for 
delivery through Los Vaqueros Reservoir and the South Bay Aqueduct, or delivery 
via a connection with EBMUD. 


The SFPUC would rely on existing infrastructure and institutional agreements to 
receive water transfers from partner agencies. For planning and cost estimation 
purposes, it was assumed that the SFPUC’s share of the regional water supply 

would be 9 mgd in all year types; however, if additional capacity is available, the 
SFPUC may secure additional water supply, based on negotiations with partner 
agencies. 


Estimated Costs and Financing: The capital cost is estimated to be $200-800 
million, with an annual O&M cost of $12-20 million. 


Permits and Approvals: To proceed, this concept would require extensive 
institutional agreements, permitting, and environmental review. Construction of a 
new desalination plant will require construction and operating permits such as 
NPDES, Dredge and Fill, consultations with federal and state agencies, and others. 
In addition, water rights will need to be secured and/or modified. In California, 
permitting and regulatory approvals of desalination projects has typically taken 10- 
18 years. In addition, institutional agreements among partner agencies will be 
needed. 


Estimated Acquisition: Construction may occur as soon as 2032 and be phased 
so that 5-9 mgd would be available to the region by 2035 and a total of 5-11 mgd 
would be available after 2040. 


4. ACWD-USD Purified Water Partnership (Regional, Normal- and Dry-Year 
Supply, 5 mgd) 


Project Description: This may be an indirect or direct potable reuse project that 
would inject highly-treated water from Union Sanitary District (USD) for 
groundwater recharge, then recover the water through the ACWD Brackish 
Groundwater Desalination Plant. How the water is transferred to the SFPUC 
remains to be determined. 


Estimated Costs and Financing: The capital cost is estimated to be $200-400 
million, with an annual O&M cost of $2.5 million. 


Permits and Approvals: An initial assessment will be underway in 2019, which 
will identify potential project scenarios. Permitting and approvals for a project will 
depend on its design and nature, which have not yet been identified. 


Estimated Acquisition: Construction may occur as soon as 2038 with operation 
beginning in 2045. 
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5. Crystal Springs Purified Water (Regional, Normal- and Dry-Year Supply, 6+ 
mgd) 


Project Description: This is an indirect potable reuse project that would blend 
wastewater from Silicon Valley Clean Water and possibly San Mateo into Crystal 
Springs Reservoir and treat the blended water at Harry Tracy Water Treatment 
Plant for potable reuse. 


Estimated Costs and Financing: The capital cost is estimated to be $400-700 
million, with an annual O&M cost of $18-25 million. 


Permits and Approvals: Construction and operating permits would be required for 
this project. They would likely include NPDES, Encroachment, consultations with 
state and federal agencies, and others. Surface water augmentation is regulated by 
the SWRCB, and consultations and public hearings would be required. 


Estimated Acquisition: Construction may occur as soon as 2034 and be phased 
so that 3-5 mgd would be available to the region by 2035 and a total of 3-7 mgd 
would be available after 2040. 


6. Eastside Purified Water (Retail, Normal- and Dry-Year Supply, 5 mgd) 


Project Description: A purified water plant would be constructed at the Southeast 
Treatment Plant to blend wastewater with Regional Water System supplies for 
potable use. 


Estimated Costs and Financing: The capital cost is estimated to be $220-400 
million, with an annual O&M cost of $5-10 million. 


Permits and Approvals: There is currently no regulatory framework in place to 
enable direct potable reuse. In California, no regulations are anticipated before 
2025, but it is anticipated that extensive consultation will be required with the 
SWRCB. In addition, construction and operating permits and approvals will be 
required, as identified. 


Estimated Acquisition: Construction may occur as soon as 2025 with operation 
beginning in 2030. 


7. San Francisco Eastside Satellite Recycled Water Facility (Retail, Normal- and 
Dry-Year Supply, < 1 mgd) 


Project Description: A centralized recycled water treatment facility would be 
constructed on the eastern side of San Francisco, along with pipelines and a 
storage reservoir, to meet demands not addressed by the Non-potable Water 
Ordinance and Auxiliary Water Supply System (AWSS). 


Estimated Costs and Financing: The capital cost is estimated to be $200 million, 
with an annual O&M cost of $2.5 million. 


Permits and Approvals: In addition to construction-related permits and approvals, 
this project would require a permit from the Regional Water Quality Control Board 
under its General Order for water reuse. Discharges from the recycled water 
treatment plant to the San Francisco Bay would also require NPDES permitting by 
the Regional Water Quality Control Board. 


Estimated Acquisition: Construction may occur as soon as 2032 with operation 
beginning in 2037. 
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8. Additional Storage Capacity in Los Vaqueros Reservoir from Expansion 
(Regional) 


Project Description: Expansion of storage capacity in Los Vaqueros is to allow 
the ACWD Transfer Partnership and Brackish Water Desalination in Contra Costa 
County to be optimized. 


Estimated Costs and Financing: The capital cost is estimated to be $20-50 
million. SFPUC’s portion of the project yield and cost share are not yet known. The 
annual O&M cost is yet to be estimated. 


Permits and Approvals: Planning and review of the Los Vaqueros Reservoir 
Expansion is underway by CCWD, and has several objectives beyond water 
deliveries to the SFPUC. CCWD has identified over 15 permits, approvals and 
consultations that will be necessary such as Dredge and Fill, NPDES, Streambed 
Alteration, and Encroachment permits. These permits and approvals will be 
obtained by CCWD and/or its contractor. To enable a water supply transfer 
between ACWD and the SFPUC, water rights modifications may be necessary and 
if additional infrastructure is needed, additional permits will be required. As this 
project is in the conceptual stage, permitting details have not yet been identified. 


Estimated Acquisition: Construction may occur as soon as 2021 with operation 
beginning in 2027. 


9. Calaveras Reservoir Expansion (Regional) 


Project Description: Calaveras Reservoir would be expanded to create 289,000 
AF additional capacity to store excess Regional Water System supplies or other 
source water in wet and normal years. In addition to reservoir enlargement, the 
project would involve infrastructure to pump water to the reservoir, such as pump 
stations and transmission facilities. 


Estimated Costs and Financing: The costs of this project is yet to be determined. 


Permits and Approvals: Similar to Los Vaqueros Reservoir Expansion, this 
project would require numerous permits, approvals and consultations, such as 
Dredge and Fill, NPDES, Streambed Alteration, Encroachment, possible water 
right modifications, etc. These permits and approvals will be obtained by SFPUC 
and/or its contractor. As this project is in the conceptual stage, permitting details 
have not yet been identified. 


Estimated Acquisition: Construction may occur as soon as the early 2040s with 
operation beginning around 2050. 


Even if all the capital projects above are implemented, the total amount of water and 
storage yielded would not be enough to make up for the dry year shortfall that may 
result from implementation of the Bay-Delta Plan Amendment as adopted, and would 
occur years after such shortfalls begin. Thus, the SFPUC continues to proactively 
explore opportunities for reuse and innovation, such as the following policies and 
ordinances: 


e Evaluation of Recycled Water Throughout Service Area (Regional and 
Retail) 


Wastewater treatment plants throughout the SFPUC service area would be 
surveyed to identify potential non-potable, indirect potable, and direct potable 
projects. 
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e Innovative Technology Project Funding (Retail) 


SFPUC would award grants for innovative demonstration projects that would 
increase water efficiency and availability (e.g., fog catchers, heat exchangers 
in non-potable water systems, rainwater for potable use, breweries treating 
process water for reuse). 


e New Development Potable Offset Ordinance (Retail) 


The Board of Supervisors could adopt an ordinance requiring certain large 
development projects, to offset the water demand impacts above historical 
water consumption averages for the corresponding parcel(s). Developments 
could be required to achieve a certain offset of potable demands. 


3.0 Water Demand 


This section reviews the climatic and demographic factors that may affect San 
Francisco’s water use, projected retail water demands, and the demand associated 
with the proposed project. 


3.1 Climate 


San Francisco has a Mediterranean climate. Summers are cool and winters are mild 
with infrequent rainfall. Temperatures in the San Francisco area average 57 degrees 
Fahrenheit annually, ranging from the mid-40s in winter to the upper 60s in late 
summer. Strong onshore flow of wind in summer keeps the air cool, generating fog 
through September. The warmest temperatures generally occur in September and 
October. Rainfall in the San Francisco area averages about 22 inches per year and is 
generally confined to the “wet” season from late October to early May. Except for 
occasional light drizzles from thick marine stratus clouds, summers are nearly 
completely dry. A summary of the temperature and rainfall data for the City of San 
Francisco is included in Table 1. 


Table 1: San Francisco Climate Summary 


“Average Average 
Maximum Minimum —s 
|, Femperatire CFL c temmerative CER 











Source: Western Regional Climate Center (www.wrcc.dri.edu), 1981-2010 data from two San 
Francisco monitoring stations (Mission Dolores/SF#047772 and Richmond/SF#047767). 
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3.2 Proposed Project Water Demand 


The project sponsor's consultants provided a memo describing the methods and 
assumptions used to estimate the water demand of the proposed project, along with 
the resulting demand (Attachment B). 


Because the proposed project must comply with San Francisco’s Non-potable Water 
Ordinance (Article 12C of the San Francisco Health Code), estimates for both potable 
and non-potable demands were submitted as part of the WSA request. The Non- 
potable Water Ordinance requires new commercial, mixed-use, and multi-family 
residential development projects with 250,000 square feet or more of gross floor area 
to install and operate an onsite non-potable water system. Such projects must meet 
their toilet and urinal flushing and irrigation demands through the collection, treatment, 
and use of available graywater, rainwater, and foundation drainage. While not required, 
projects may use treated blackwater or stormwater if desired. Furthermore, projects 
may choose to apply non-potable water to other non-potable water uses, such as 
cooling tower blowdown and industrial processes, but are not required to do so under 
the ordinance. As indicated in the water demand memo provided on behalf of the 
project sponsor in Attachment B, the proposed project would exceed the requirements 
of the Non-potable Water Ordinance by using graywater, rainwater, and bus washdown 
water to meeting toilet and urinal flushing, irrigation, cooling tower make-up water, and 
bus washdown demands. 


Both potable and non-potable demands for the project were estimated using the 
SFPUC’s Non-potable Water Calculator and supplemented with additional calculations 
for cooling tower makeup water. The SFPUC reviewed the memo to ensure that the 
methodology is appropriate for the types of proposed water uses, the assumptions are 
valid and thoroughly documented along with verifiable data sources, and a professional 
standard of care was used. The SFPUC concluded that the demand estimates 
provided on behalf of the project sponsor are reasonable. Water demand associated 
with the proposed project over the 20-year planning horizon is shown in the following 
Table 2. 


The non-potable demand estimates in Table 2 are based on building uses anticipated 
at the time the WSA was requested, i.e., during the planning and environmental review 
stage of the proposed project. It is understood that these estimates will likely change as 
the proposed project’s design progresses, and information submitted for the WSA 
request is not part of the proposed project's compliance with the Non-potable Water 
Ordinance. City review and approval of a proposed onsite water system must be 
performed separately through the Non-potable Water Program. However, the intent of 
providing a breakdown of potable and non-potable demand estimates in this WSA is to 
demonstrate that the proposed project will incorporate water reuse per City 
requirements and the proposed project’s sustainability goals, if any. As noted earlier, 
the total demand of the proposed project, regardless of non-potable use, is already 
encompassed in the 2015 UWMP water demand projections. Furthermore, total 
demand represents the most conservative estimate and accounts for back-up potable 
supplies that must be provided by the SFPUC in the event that non-potable supplies 
serving the proposed project are unavailable. 
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Table 2: Water Demand Based on Project Phasing 


Demand of Proposed ore : aed aa 
‘Project (mgd) 2020 2025 2030 =. 2035 2040 


Potable Demand 


Potential Potable Water 
Savings as Percentage of 
Total Demand 37% 37% 37% 


mgd = million gallons per day 


Notes: 
Total demand conservatively assumes that all demands are met with potable supplies. For the 
estimated portion of demands that could be met with non-potable supplies, refer to Attachment B. 


Of the non-potable demands shown in this table, 0.018 mgd (65%) reflect use for cooling tower make- 
up water and bus washdown water, which are not required to be met with non-potable water under 
San Francisco's Non-Potable Water Ordinance. 





The San Francisco Planning Department has determined that the proposed project is 
encompassed within the projections presented in LUA 2012 as indicated in the letter 
from the Planning Department to the SFPUC (Attachment A). Therefore, the demand of 
the proposed project is also encompassed within the San Francisco retail water 
demands that are presented in Section 4.1 of the UWMP, which considers retail water 
demand based on the LUA 2012 projections. The following Table 3 shows the demand 
of the proposed project relative to total retail demand. 


Table 3: Proposed Project Demand Relative to Total Retail Demand 


} 20202025 203020352040 
Bis Rete Demers rg) 


Potable Demand of 
0.048 0.048 0.048 


Proposed Project (mgd) slosh 
mee 0.06% 0.06% 0.05% 


0.076 0.076 0.076 
Total Retail Demand? 0.09% 0.09% 0.08% 
Notes: 


1. Retail water demands per Table 4-1 of the UWMP, except for the 2020 demand projection, 
which was re-projected to take into account the lower demands being experienced due to the 
recent drought and the lag in occupancy of built units. 

The proposed project is accounted for in the LUA 2012 projections, and subsequently, total 
demands associated with the proposed project are accounted for in the 2015 UWMP retail water 
demand projections. 


Potable Demand of 
Proposed Project as 
Percentage of Total Retail 
Demand 


Total Demand of Proposed 
Project (mgd) 


Total Demand of Proposed 
Project as Percentage of 
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4.0 Conclusion 


4.1 Comparison of Projected Supply and Demand 


4.1.1 Scenario 1: No Implementation of the Bay-Delta Plan Amendment or the 
Voluntary Agreement 


Table 4 below is adapted from Section 7.5 of the UWMP (Table 7-4) and compares 
the SFPUC’s retail water supplies and demands through 2040 during normal year, 
single dry-, and multiple dry-year periods under Scenario 1. 


Local supplies (i.e., supplies not from the RWS) correspond to those in Table 6-7 of 
the UWMP. Procedures for determining RWS supply availability per the SFPUC’s 
WSAP, applicable to all three scenarios, are described in Section 8.3 of the UWMP. 


The projections shown in Table 4 differ from those in the 2015 UWMP due to two 
reasons. First, the 2009 Water Supply Agreement between SFPUC and its Wholesale 
Customers was recently amended and approved by the Commission on December 11, 
2018 by Resolution No. 18-0212. Table 4 incorporates the minimum level of 5% 
rationing during supply shortages as required by the amendment, and therefore, the 
resulting shortfalls are greater than those previously projected in the 2015 UWMP. 


Second, the projections in Table 4 differ from those in the 2015 UWMP because Table 
4 reflects SFPUC’s full 8.5-year design drought sequence instead of the minimum 3- 
year sequence required to be provided in the 2015 UWMP. Under legislation adopted 
in 2018 (S.B. 606) future UWMPs will be required to project water supply availability 
during a minimum of 5 years of continuous drought (Water Code section 10631(b)(1)). 


As explained previously in Section 3.2, water demands associated with the proposed 
project are already captured in the retail demand projections presented in the UWMP. 
The proposed project is expected to represent up to 0.09% of the total retail water 
demand. Total retail demands correspond to those in Table 4-1 of the UWMP, and 
reflect both passive and active conservation, as well as water loss. 


As shown in Table 4, under Scenario 1 without implementation of the Bay-Delta Plan 
Amendment, existing and planned supplies would meet all projected RWS demands in 
all years except for an approximately 3.6-6.1 mgd, or 5-7%, shortfall during dry years 
through the year 2040. This relatively small shortfall is primarily due to implementation 
of the amended 2009 Water Supply Agreement. To manage a small shortfall such as 
this, the SFPUC may prohibit certain discretionary outdoor water uses and/or call for 
voluntary rationing by its retail customers pursuant to its Retail Water Shortage 
Allocation Plan (Appendix L of the UWMP). The required level of rationing is well 
below the SFPUC’s RWS LOS goal of limiting rationing to no more than 20% ona 
system-wide basis (i.e., an average throughout the RWS). 
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4.1.2 Scenario 2: Implementation of the Voluntary Agreement 


As stated earlier, the March 1st Proposed Voluntary Agreement has yet to be accepted 
by SWRCB as an alternative to the Bay-Delta Plan Amendment and thus the shortages 
that would occur with its implementation are not known with certainty. However, given 
that the objectives of the Voluntary Agreement are to provide fishery improvements 
while protecting water supply through flow and non-flow measures, the RWS supply 
shortfalls under the Voluntary Agreement would be less than those under the Bay-Delta 
Plan Amendment, and therefore would require rationing of a lesser degree than that 
which would occur under Scenario 3. The degree of rationing would also more closely 
align with the SFPUC’s RWS LOS goal of limiting rationing to no more than 20% ona 
system-wide basis in drought years. This goal was adopted in 2008 by the Commission 
(Resolution No. 08-0200). 


4.1.3. Scenario 3: Implementation of the Bay-Delta Plan Amendment 


Table 5 below provides projected supplies and demands under Scenario 3. The RWS 
is projected to experience significant shortfalls in single dry and multiple dry years 
starting as soon as 2022 and through 2040, regardless of whether the proposed project 
is constructed. These significant shortfalls are a result of implementation of the Bay- 
Delta Plan Amendment and not attributed to the incremental retail demand associated 
with the proposed project. Shortfalls would range from about 12 to 45 mgd, 
corresponding to rationing in the retail service area ranging 16-50%, over the next 20 
years. 


If additional water supplies were not acquired before the Bay-Delta Plan Amendment 
were implemented, the SFPUC would impose customer rationing to help balance water 
supply deficits during dry years. 


Given the severity of the reduction in RWS supply with implementation of the Bay-Delta 
Plan Amendment, existing and planned dry-year supplies would not be enough to meet 
projected retail demands without rationing above the SFPUC’s RWS LOS goal of 
limiting rationing to 20% on a system-wide basis for all dry years starting as soon as 
2022. Although the WSAP does not address implications to retail supply during system- 
wide shortages above 20%, the WSAP indicates that if system-wide shortage greater 
than 20% were to occur, RWS supply would be allocated between retail and Wholesale 
Customers per the rules corresponding to a 16-20% system-wide reduction, subject to 
consultation and negotiation between the SFPUC and its Wholesale Customers to 
modify the allocation rules. The allocation rules corresponding to the 16-20% system- 
wide reduction are reflected in Table 5 above for Scenario 3. These allocation rules 
result in shortfalls of 16-50% across the retail service area as a whole under Scenario 
3 
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4.2 Rationing Implications to the Proposed Project 


While the levels of rationing described above apply to the retail service area as a whole 
(i.e., 5-7% under Scenario 1, 16-50% under Scenario 3), the SFPUC may allocate 
different levels of rationing to individual retail customers based on customer type (e.g., 
dedicated irrigation, single family residential, multi-family residential, commercial, etc.) 
to achieve the required level of retail system-wide rationing. Allocation methods and 
processes that have been considered in the past and may be used in future droughts 
are described in the SFPUC’s current Retail Water Shortage Allocation Plan 
(Appendix L of the UWMP). However, additional allocation methods that reflect 
existing drought-related rules and regulations adopted by the Commission during the 
recent drought (2015-2016 Drought Program adopted by Resolution 15-0119) are more 
pertinent to current and foreseeable development and water use in San Francisco and 
may be included in the SFPUC’s update to its Retail Water Shortage Allocation Plan. 
The updated Retail Water Shortage Allocation Plan will be brought forward to the 
Commission along with the 2020 Urban Water Management Plan for consideration and 
adoption through a public hearing process in 2021. It is anticipated that the updated 
Retail Water Shortage Allocation Plan would include a tiered allocation approach that 
imposes lower levels of rationing on customers who use less water than similar 
customers in the same customer class, and would require higher levels of rationing by 
customers who use more water. This approach aligns with the SWRCB’s statewide 
emergency conservation mandate imposed during the recent drought, in which urban 
water suppliers who used less water were subject to lower reductions than those who 
used more water. Imposing lower rationing requirements on customers who already 
conserve more water is also consistent with the implementation of prior rationing 
programs based on past water use, in which more efficient customers were allocated 
more water through an appeal process administered by the General Manager. Staff 
expects that under a future Retail Water Shortage Allocation Plan adopted by the 
Commission, the allocation method or combination of methods that would be applied 
during water shortages caused by drought would similarly be subject to the discretion 
of the General Manager. 


The SFPUC anticipates that, as a worst-case scenario under Scenario 3, a mixed-use 
residential customer such as the proposed project could be subject to up to 38% 
rationing during a severe drought.® In accordance with the Retail Water Shortage 
Allocation Plan, the level of rationing that would be imposed on the proposed project 
would be determined at the time of a drought or other water shortage and cannot be 
established with certainty prior to the shortage event. However, newly-constructed 
buildings, such as the proposed project, have water-efficient fixtures and non-potable 
water systems that comply with the latest regulations. Thus, if these buildings can 
demonstrate below-average water use, they would likely be subject to a lower level of 
rationing than other retail customers that meet or exceed the average water use for the 
same customer class. 


5 This worst-case rationing level for San Francisco multi-family residential was estimated for the 
purpose of preparing comments on behalf of the City and County of San Francisco on the 
SWRCB's Draft Substitute Environmental Document in Support of Potential Changes to the Bay- 
Delta Plan, dated March 16, 2017. See comment letter Attachment 1, Appendix 3, Page 5, Table 
3. The comment letter and attachments are available on the SWRCB website: 
https://www.waterboards.ca.gov/public_notices/comments/2016 baydelta_plan_amendment/doc 
s/dennis herrera.pdf. The rationing estimates prepared for the comment letter apply to the first 6 
years of the SFPUC’s 8.5-year design drought as they reflect the 1987-92 drought. For the last 
2.5 years of the design drought, a corresponding worst-case rationing level for San Francisco 
mixed-use residential customers was not estimated. While the level of rationing imposed on the 
retail system will be higher for the outer years of the design drought compared to the first 6 
years, it is reasonable to assume that mixed-use residential customers would not have to 
conserve more than 38%. 
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4.3 Findings 


Regarding the availability of water supplies to serve the proposed project beginning in 
2026, the SFPUC finds, based on the entire record before it, as follows: 


e During normal years, the SFPUC’s total projected water supplies will meet the 
projected demands of its retail customers, including those of the proposed 
project, existing customers, and foreseeable future development under 
Scenario 1, Scenario 2, and Scenario 3. 


e During single dry years and multiple dry years under Scenario 1—No 
implementation of the Bay-Delta Plan Amendment or the March 1st Proposed 
Voluntary Agreement—the SFPUC can meet the projected demands of its 
retail customers, including those of the proposed project, existing customers, 
and foreseeable future development without the need for rationing beyond the 
LOS goal of 20% system-wide rationing. Based on past hydrology, statistically 
speaking dry years occur roughly once out of every 10 years. 


e During single dry years and multiple dry years under Scenario 2— 
Implementation of the March 1st Proposed Voluntary Agreement—the SFPUC 
would still face a shortfall in single dry and multiple dry years, thus requiring 
rationing, but to a lesser degree and in closer alignment to the LOS goal of no 
more than 20% system-wide rationing compared to that which would occur 
under Scenario 3. 


e During single dry years and multiple dry years under Scenario 3— 
Implementation of the Bay-Delta Plan Amendment—the SFPUC cannot reliably 
meet the projected demands of its retail customers, including the proposed 
project, existing customers, and foreseeable future development, without 
rationing at a level greater than that required to achieve the LOS goal of a 
maximum of 20% system-wide average rationing starting as soon as 2022. The 
SFPUC estimates it would impose up to 50% rationing across the retail service 
area and up to 38% rationing for mixed-use residential customers such as the 
proposed project. 


Approval of this WSA by the Commission is not equivalent to approval of the 
development project for which the WSA is prepared. A WSA is an informational 
document required to be prepared for use in the City’s environmental review of a 
project under CEQA. It assesses the adequacy of water supplies to serve the proposed 
project and cumulative demand. 


Furthermore, this WSA is not a “will serve” letter and does not verify the adequacy of 
existing distribution system capacity to serve the proposed project. A “will serve” letter 
and/or hydraulic analysis must be requested separately from the SFPUC City 
Distribution Division to verify hydraulic capacity. 


While this WSA contains information provided by or on behalf of the project sponsor 
regarding the proposed project’s plans for onsite water reuse and demand estimates 
using the SFPUC’s Non-potable Water Calculator, any information submitted to the 
SFPUC for preparation of this WSA does not fulfill the requirements of the Non-potable 
Water Ordinance. City review and approval of a proposed onsite water system must be 
performed separately through the Non-potable Water Program. 


If there are any questions or concerns, please contact Steve Ritchie at (415) 934-5736 


or SRitchie@sfwater.org. 
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Communications from San Francisco Planning Department 


SAN FRANCISCO 
PLANNING DEPARTMENT | MEMO| 


1650 Mission St. 
Suite 400 

San Francisco, 
CA 94103-2479 





DATE: June 13, 2013 


TO: SF Planning EP Planners & SFPUC Planners 


Reception: 
415.558.6378 
FROM: Scott T. Edmondson, AICP; Aksel Olsen 


Fax: 

: 415.558.6409 
RE: Project Types Represented in the Land Use Allocation 

Planning 
Information: 
415.558.6377 


This Memorandum explains the Planning Department’s Land Use Allocation (LUA) and the types of 
projects included in the LUA. The 2012 LUA is the most recent update and uses the Association of Bay 
Area Governments’ (ABAG) May 2012 Jobs-Housing Connection Scenario. As this memorandum 
explains, the Planning Department expects that the LUA will encompass the vast majority of 
development proposals that project sponsors will present to the Planning Department. This 
memorandum also identifies possible unusual circumstances under which EP Planners and the SF PUC 
Planners may want to consult further with the Planning Department’s Information and Analysis Group 


to determine whether a project is encompassed within the LUA. 
ABAG’s Projections of San Francisco’s Economic Growth and the LUA 


The LUA takes ABAG’s 30-year projections of citywide household and job growth and allocates them to 
smaller geographic units, in this case, the traffic analysis zones of the SF Transportation Authority’s 
Countywide Transportation Model. Thus, the LUA does not project growth but simply allocates ABAG’s 
growth projections to subarea locations within the city. The current 2012 LUA uses ABAG’s Jobs-Housing 
Connection Scenario projections for San Francisco and covers the period from 2010 to 2040; these 


projections were released in May 2012 and are represented in five-year increments. 


ABAG derives its demographic and economic growth projections from assumptions about long-term 
demographic and economic growth.! ABAG maintains its own set of regional models and develops each 
forecast with its in-house experts and private economic consultants.” The forecasting is informed by the 
best information and assumptions available through federal and State agencies, such as the State 
Department of Finance, and private sources. However, ABAG develops its forecast based on local 
knowledge from over 50 years of forecasting and develops the forecast to reflect local conditions in 
contrast to more general forecasting assumptions of State or federal sources. ABAG’s estimate of total 
citywide growth for the 30-year period is expected to best represent actual growth at the end of the 30- 
year period. However, projected growth for any portion of the projection period, such as growth in a one- 
year or a five-year period, would be expected to vary from actual growth in such periods. Within the 30- 
year growth projection period, higher than average growth periods could be followed by lower than 
average growth periods such that growth over the period would ultimately equal the projected 30-year 
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total. All projection methodologies make assumptions based on the best available information at the time. 
To minimize the effects of imprecision intrinsic to any projections methodology when used in for 
planning decisions, ABAG follows professional best practices and updates its projections every two years. 
Accordingly, the Planning Department updates its LUA every two years. The planning practice of 
frequently updating projections and plans allows the incorporation of new information over time to 


provide for the most up-to-date projections. 


The SFPUC updates its Urban Water Management Plan (UWMP) every five years. The UWMP typically 
relies on LUA projections or similar information. But, because the LUA is updated every two years, the 
SFPUC may want to review the LUA issued within SFPUC’s 5-year UWMP cycle; and if it varies in a 
significant way from the SFPUC’s projections used in its UWMP, discuss with Planning whether it should 


make any changes in its own water supply needs assessment during an UWMP cycle. 
Types of Projects Included in the LUA 


The LUA translates ABAG’s projected household and job growth into total expected development in San 
Francisco over a 30-year period. The LUA translates ABAG’s household growth into residential housing 
units and ABAG’s job growth into commercial space.* Thus, the LUA projections of housing units and 
commercial space include all project types expected from San Francisco growth, such as housing, office, 
retail, production-distribution-repair (PDR), visitor, and cultural-institutional-educational (CIE). The 
LUA does not exclude any project type or potential growth. As such, the LUA and the ABAG economic 
projections upon which it is based contain the best estimates available of reasonably foreseeable growth 


and development in San Francisco over a 30-year period. 
Unusual Circumstances 


The LUA can be considered to include all reasonably expected growth and development and it is 
frequently updated to correct for expected variations. Nevertheless, there are possible unusual 
circumstances under which the EP Planners or SFPUC Planners may want to request further Planning 
Department consultation with the Information and Analysis Group to determine if a particular project 
falls within the LUA. ABAG’s projections and the Department’s LUA take into account urban economic 
trends and based on that information capture all reasonably foreseeable growth in San Francisco. Limited 
capital and aggregate demand of any urban economy constrains growth. However, occasionally the 
reality or perception may arise that a project lies outside the normal growth constraints of the San 
Francisco economy for some reason, and therefore lies outside ABAG’s projection’s and the Department's 


current spatial allocation in its LUA. 


One can envision the rare case of a project arising outside the City’s economy (demand and capital) from 
an organization not located in San Francisco using nonprofit foundation funds or private donations to 
construct a large institutional project in San Francisco, such as a major hospital, a university, or an office 
complex. These projects would represent spending and demand beyond that normally active in the San 
Francisco economy, and therefore represent net additions to projected growth beyond that captured by 


ABAG’s projections and reflected in the Department’s LUA. Indicative characteristics of such projects 
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would include those with non-local sponsors, of large size, and for an institutional land use. 
Alternatively, very large project proposals from local project sponsors active in the SF economy involving 
a large site, land assembly, a planned unit development (PUDs), master plans, or area plan and rezoning 
proposals may warrant individual assessment for a range of reasons even though they are likely captured 
in ABAG’s projections and the LUA. Such projects would be similar to recent projects such as Hunters 
Point/Candlestick, Park Merced, Treasure Island, Pier 70 Master Plan, Eastern Neighborhoods, or the 
Transit Center District Plan. 


The bi-annual update of ABAG’s projections and the LUA would be able to capture development 
associated with such projects. However, should such a project be proposed between updates, the EP 
Planners and SFPUC could treat its appearance as sufficient cause to request the Planning Department's 


assistance in determining whether to consider the project outside the latest LUA projections. 


1 Please see ABAG’s summary of its research and forecasting on its website: http://www.abag.ca.gov/planning/research/index.html 





2 ABAG describes its current Jobs-Housing Scenario policy-based forecast here: 
http://onebayarea.org/pdf/JHCS/May 2012 Jobs Housing Connection Strategy Appendices Low Res.pdf. 








3 The LUA citywide totals only differ slightly, up to within one percent of ABAG totals (+/-). The difference is produced by LUA’s 
complex method of translating ABAG projections into development (residential units and commercial space) and allocating total 
citywide growth to subarea locations. The minor difference between the LUA and ABAG citywide totals is real in absolute terms, 
but not in the sense that they are different projections. The one percent difference does not constitute a difference of projections. 
ABAG and MITC consider variation of one percent in citywide totals, plus or minus, as sufficiently representing ABAG’s projections 
for consistency with the MTC regional projections and modeling purposes (congestion management, etc.). Even if a few versions of 
the LUA must be done to make minor subarea spatial allocation corrections, as long as the LUA’s citywide totals are within one 
percent of ABAG’s projections, and ABAG’s projections have not changed, the LUA citywide totals have not effectively changed 
either. Any of those LUA versions’ citywide totals fully represent the same unchanged ABAG projection totals. 
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DATE: — September 17, 2020 ei ae 
TO: Sarah Triolo, SFPUC ry Cates 
FROM: David Young, Environmental Planning Reception: 
: ; 415.558.6378 
CC: Laura Lynch, Environmental Planning 
Fax: 
RE: 2500 Mariposa Street/SFMTA Potrero Bus Yard - Water Supply 415.558.6409 
Assessment Request (Planning Department Case No. 2019- pera 
i 
021884ENV) Information: 
415.558.6377 


The purpose of this memorandum is to request that the San Francisco Public Utilities 
Commission (SFPUC) prepare a Water Supply Assessment (WSA) for the proposed 2500 
Mariposa Street/SFMTA Potrero Bus mixed-use project in compliance with CEQA Guidelines 
Section 15155 and Sections 10910 through 10915 of the California Water Code. 


As indicated in the attached memorandum from the project sponsor, the San Francisco 
Municipal Transportation Agency (SFMTA), proposes to replace the Potrero Yard Trolley 
Coach Facility at 2500 Mariposa Street (Potrero Yard). The project proposes a mix of commercial 
and residential uses in the remainder of the project as part of a joint development program 
between SFMTA and a private project co-sponsor. The proposed project would accommodate 
the expansion of the SFMTA’s transit vehicle fleet in a new replacement structure that would 
include space for bus parking and circulation (up to 213 buses); SFMTA maintenance, operation, 
and administrative uses; and joint development uses. The new approximately 1,300,000 gross- 
square-foot (GSF) structure would occupy the 4.4-acre (192,000 square feet) site and rise to 
heights ranging from 75 to 150 feet. Table 1 provides the proposed project’s overall land uses in 
GSF. 


Table1: Proposed Project Constructed Gross Areas by Land Use 


a oo 


Notes: GSF= gross square feet. 











52,000 
544,000 











33,000 
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The project sponsor has provided project information intended to meet the requirements 
outlined in the SFPUC guidance memo dated September 6, 2016. A summary of the project 
description, average daily water demands, and supporting tables prepared by the project 
sponsor’s consultant (based on the SFPUC Non-Potable Water Calculator Version 6), are 
attached. 


Should you have questions or need additional information from the Planning Department or 
the project sponsor, please contact me at 628-652-7494 or david.].young@sfgov.org. 


SAN FRANCISCO 
PLANNING DEPARTMENT 


Technical Memorandum 
SFMTA Potrero Yard Modernization Project 


| Subject: SFMTA Potrero Yard Modernization Project 
(Case No. 2019-021884ENV) 








Water Supply Assessment Analysis 
| Prepared By: Beth Goldstein, PE 
| Reviewed Byit David Yeung: ERvroAntental Planning ; ‘ | 
| Date: an September 16, 2020 ma 











_HCE Reference: 190002 





1 Introduction 


Under sections 10910 through 10915 of the California Water Code, urban water suppliers like 
the SFPUC must prepare water supply assessments for certain large “water demand” projects, 
as defined in CEQA Guidelines section 15155. Water supply assessments rely on information 
contained in the water supplier’s urban water management plan and on the estimated water 
demand of both the proposed project and projected growth within the relevant portion of the 
water supplier’s service area. Because up to 575 residential units would be developed, the 
Project meets the definition of a water demand project under CEQA Guidelines section 15155 
(a)(1)(g) and requires a water supply assessment (CEQA Guidelines section 15155 (b)). 


This memorandum provides the necessary information for the preparation of a Water Supply 
Assessment by the Planning Department and the SFPUC. This water demand estimate for the 
Project was developed according to the guidance provided by the San Francisco Public Utilities 
Commission as outlined in their memo to project proponents dated September 6, 2016.1 


2 Proposed Project 


The project sponsor, the San Francisco Municipal Transportation Agency (SFMTA), proposes 
to replace the Potrero Yard Trolley Coach Facility at 2500 Mariposa Street (Potrero Yard). The 
Project would accommodate the expansion of the SFMTA’‘s transit vehicle fleet in a new 
replacement structure that would include space for bus parking and circulation (up to 
213 buses); SFMTA maintenance, operation, and administrative uses; and joint development 
uses (see Table 1). The new approximately 1,300,000 gross-square-foot (GSF) structure 
would occupy the 4.4-acre (192,000 square feet) site and rise to heights ranging from 75 to 
150 feet. The new structure would contain a three-level, approximately 75-foot-tall 
replacement transit facility plus a mix of commercial and residential uses in the remainder of 
the Project as part of a joint development program between SFMTA and a private project co- 
sponsor. The joint development program would include a ground-floor commercial use 
(approximately 33,000 GSF) and residential entry lobbies, with integrated residential and 
transit facility uses on the second through sixth floors of the three-level replacement transit 


1 SFPUC, “Project Demand Memo for Preparation of WSA”, September 6, 2016. 
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facility. Most of the residential development would be atop the replacement transit facility on 
the 7th to 13th floors. 


Table 1. Basic Project Information 











Project Address 2500 Mariposa Street 








Project Block/Lot(s) Block 3971/Lot 001 



















Planning Department Case Number 2019-021884ENV 


Estimated Construction Duration 


SFMTA Bus Storage and Maintenance 
(PDR) 




























Current Land Use(s) 






SFMTA Offices 


SFMTA Bus Storage and Maintenance 


(PDR) 





SFMTA Offices 





Proposed Land Use(s) 






Residential 





Retail 














Site Size (sf) 192,000 












Site Size (acres) 4.4 











Project Size (constructed GSF) 1,300,000 













Days of Operation / Annually 





Notes: 


The areas used are constructed gross floor area (GSF) as required by the SFPUC Water 
Calculator. These areas do not include the deductions allowed under the San Francisco 
Planning Code for gross floor area. 
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The three new transit levels in the replacement transit facility would be designed to include 
space for circulation (ramps, drive aisles, and vertical circulation), parking for 213 buses, 
18 maintenance bays and maintenance support areas, operations, an SFMTA operator training 
center, storage (parts and battery-electric infrastructure), administrative uses/common areas 
(e.g., offices, conference rooms, break rooms), and joint development uses. A total of 
310 vehicle spaces would be provided: 63 spaces for the 40-foot-long buses, 150 spaces for 
the articulated 60-foot-long buses, and 97 parking spaces for large and standard non-revenue 
vehicles. The Project is not proposing any off-street accessory vehicular parking for the entirety 
of the Project, including the proposed joint development. See Table 2 for approximate floor 
areas for the replacement transit facility. Ramps would provide one-way internal driveways 
within the replacement transit facility so that buses can access the work bays, bus wash bays 
(one per level), and parking spaces on the three new transit levels. 


Table 2. Proposed Project Constructed Gross Areas by Land Use 










Bus Service and Storage 






Administration and Common Areas 








Residential (575 units) 544,000 








Commercial 33,000 








Ramps and Drives 485,000 


TOTAL | 1,300,000 


Of the 192,000 square foot (SF) project site, the building footprint is 189,860 SF, with a 5-foot 
wide planting strip along the 17“ Street frontage (2,140 GSF). The building footprint includes 
91,000 GSF of rooftop courtyard and 98,860 GSF of standard rooftop. 











Notes: GSF= gross square feet. 





3 Existing Water Usage 


Based on records supplied by SFMTA for the months of January and February 2020, the 
existing potable water demand is 3,500 gallons per day (gpd). Using the SFPUC Single Site 
calculator? (the SFPUC calculator) the existing 109,000 GSF of bus service/storage can be 
estimated to use 1,200 gpd. The remaining 2,300 gpd is assumed to be bus washdown use. 
There is no non-potable water system at the existing site. 


4 Proposed Water Usage 
One study for the Project was conducted using the SFPUC Single Site Water Calculator (Version 


6). The three project variants only differ from the project in that they would shift the 
emergency exit location from 17 Street to Hampshire Street, would shift the residential 


* SFPUC, “NP.xls”, version 6, December 26, 2018 
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entrances from Mariposa Street to Hampshire Street, and would shift some of the active 
ground-floor uses (from Bryant Street to 17" Street). Thus, the proposed water uses under 
the project variants would be the same as the Project, and a separate study for the project 
variants is not required. A complete accounting of all proposed water uses, with water volumes 
listed in units of gallons per year based on output calculated by the SFPUC Water Calculator, 
is attached (see Attachment 1). 


The default calculator assumptions and inputs were used as follows: 

e “General Office” applied to administrative offices and common space 

e “Retail” applied to general ground floor commercial 

e “Service (e.g. financial, auto)” applied to bus service (maintenance + storage) 
Non-defaults inputs include: 


e HVAC demands estimates were provided by Arup (see Attachment 2 for memo dated 
7/1/2020) and assumed non-potable 


e Bus washdown was calculated by scaling the existing demand from 158 to 213 buses 
per day 


e No additional demand, beyond HVAC, was assumed for driveways and ramps. 


The potable and non-potable demand estimates generated by the SFPUC Water Calculator are 
presented in Table 3. As shown, the total possible annual water demand is estimated to be 
27,750,460 gallons per year (gpy) with potable demand at 17,460,806 gpy and non-potable 
demand at 10,289,654 gpy. 
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Table 3. Proposed Project Water Demands 


Potable Demand Non-potable Demand 


Demand Type 
at (gpy) (gpy) 


4,496,908 
Bathroom Faucet 822,605 


Bath 1,054,622 


Washing Machine 4,825,528 


Kitchen Faucet 5,937,943 


Dishwasher 188,145 


HVAC/COOLING 


OUTDOOR DEMANDS 


TOTALS 17,460,806 


Notes: gpy = gallons per year 
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5 Project Phasing 


The SFMTA estimates that construction of the Project would take three to four years to 
complete, with construction beginning in 2023 and building occupancy by the end of 2026. 
Because the Water Supply Assessment analyzes projected water supplies and demands 
through 2045 in five-year intervals and the Project construction is projected to be completed 
in 2026, demands estimated for the project are provided in this format in Table 4. The first 
column does not include water demands for the Project, as construction is not expected to be 
completed until 2026. 


Table 4. Project Potable and Non-Potable Demand (2025-2045) 


Demand of | 2025 | 2026-2030 | 2030 2035 
Proposed 
Project 


Potable 0.0000 | 0.0479 
Demand 


(mgd) 


Non- 0.0000 | 0.0282 
potable 
Demand 


(mgd) 

















0.0000 | 0.0762 











Notes: mgd = million gallons per day. 








6 Overall Site Water Management 


As this Project is subject to the requirements of the San Francisco Green Building Code 
requirements for water use reduction, Stormwater Management Requirements (SMRs) and the 
Non-potable Ordinance (NPO), as well as the Water Efficient Irrigation, Residential Water 
Conservation and Commercial Water Conservation Ordinances, there is a clear direction to 
reduce water consumption by pursuing a non-potable water reuse strategy that prioritizes the 
collection of rainwater to meet the SMRs and supplemental use of graywater to meet the NPO. 
Use of blackwater captured and treated on-site is not part of the Project’s water re-use 
strategy. Further, based on site characteristics, foundation drainage is not expected to be an 
element of the non-potable water reuse strategy. 


A water balance analysis of the potential alternative sources and projected non-potable 
demands was based on: 


e Building constructed gross square footage (GSF) 
e Occupancy load factors per the SFPUC calculator 
e Water demand and fixture flowrates 

e Pervious and irrigated open space areas 
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Rainwater and graywater will be collected and treated on site to meet the non-potable 
demands for toilet and urinal flushing, cooling tower make-up water and outdoor irrigation. 
The bus washdown water will be collected and treated onsite to be reused as bus washdown 
water. The reuse approach of rainwater and graywater is projected to offset 37% of the annual 
volume of potable water otherwise required for the Project and meets 100% of the required 
non-potable demands. A discussion how the Project will meet each requirement is presented 
in the following subsections. 


6.1 Stormwater Management Requirements 


The Project must comply with all SMRs regulated by the SFPUC, which require new and 
redevelopment projects to manage stormwater runoff using green infrastructure (GI) where 
feasible. GI is a stormwater management strategy that takes advantage of sustainable 
processes, such as infiltration and rainwater harvesting to manage stormwater runoff at its 
source. 


As the project site is within the Combined Sewer System (CSS) area with an existing 
imperviousness of greater than 50%, the SMR requires a stormwater runoff rate and volume 
by 25% relative to pre-development conditions for the 2-year, 24-hour design storm. 
Additionally, the SMR requires project applicants to assess the feasibility of meeting this 
requirement using rainwater harvesting before looking to other stormwater management/GI 
approaches such as bioretention planters, permeable pavement, or green roofs. 


The project sponsor is committed to harvesting 100% of the rainwater, which will require 
approximately 80,000 gallons of rainwater storage. 


6.2 Non-potable Ordinance 


The Project meets the criteria for and must comply with the City’s NPO, which requires that 
new developments with greater than 250,000 square feet of gross floor area to implement an 
onsite water reuse system to meet non-potable demands. In general, the NPO requires that 
qualifying projects utilize where practicable rainwater (defined as runoff from building roofs 
and other above-ground surfaces, distinct from stormwater which in this context refers to 
runoff from at- or below-grade surfaces), graywater (wastewater from showers, bathroom 
sinks, and laundry), blackwater (wastewater containing bodily or other biological wastes, as 
from toilets, dishwashers, kitchen sinks, and utility sinks), or foundation drainage (nuisance 
subsurface water collected to maintain a building’s structural integrity or to dewater below 
grade floors that would typically be discharged into the sewer system) and use these alternate 
water sources to meet the non-potable demands e.g. toilet/urinal flushing and irrigation. 


To the maximum extent practicable, the Project will address the NPO by using rainwater and 
graywater captured and treated onsite to meet 100% of the toilet and urinal flushing and 
outdoor irrigation demands. The non-potable demand for toilet/urinal flushing, irrigation, and 
cooling tower makeup water is expected to be met by the Project’s water reuse system. 


6.3. Recycled Water Ordinance 


The Project is not subject to the Recycled Water Ordinance as it is outside the designated 
water use areas. 
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6.4 Water Efficient Irrigation Ordinance 


The Project meets the criteria for and must comply with the Water Efficient Irrigation 
Ordinance, which applies to projects with new or modified landscaping equal to or greater 
than 500 square feet. The Project will include more than 500 square feet of new landscaping 
and would comply with rules adopted by the SFPUC for Tier 2 project landscaping. The Project 
would install water efficient landscaping using primarily drought-tolerant planting, recycled 
water systems to provide non-potable water for irrigation, and a centrally controlled weather- 
based or other smart irrigation system. An application and a certificate of completion will be 
required. 


6.5 Residential and Commercial Water Conservation Ordinances 


The Project is subject to the residential water conservation ordinance. High-efficiency fixtures 
and appliances will be installed in compliance with current California plumbing standards. 


The Project is not subject to the commercial water conservation ordinance as that is applicable 
only to alterations of existing commercial buildings. 


The Project is subject to the San Francisco Green Building Code (Sections 4.103.2.2 and 
5.103.1.2) which states that all new buildings must comply with current California water fixture 
and fitting efficiency requirements. The Project, as a new large commercial and high-rise 
residential project, will verify that it meets maximum fixture flow rates in accordance with the 
California Plumbing Code. 
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ATTACHMENTS: 
1. SFPUC, “NP_SFMTA_PotreroYard.xlsx”, July 19, 2020 


2. ARUP, “HVAC Water Estimate for Potrero Bus Yard’s CEQA Analysis (DEIR)”, July1, 
202 
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ATTACHMENT 1 


Project Summary Sheet 






Project Contact: Licinia Ibert Estimated Site/Building Permit Issuance Date: 1/1/2023 
(415) 646-2715 
Licinia.lberri@sfmta.com 


1. Demands and Supplies Summary 
Grant Criteria Status: This building is 250,000 sq.ft. or greater in size and is not eligible for a grant 











Demands Met by Non-Potable Supply for Project (ann 10,289,700! Mcets grant criteria of offsetting a minimum of 1,000,000 gal/yr of potable water use 





Demands Met by Non-Potable Supply for Project *: 


Project Total Annual Water Demand (gpy) *: 


Project Total Annual Toilet + Irrigation Water Demand (gpy) *: 
1 ouet + ITigauon Vemangs met Dy Wor-rotapie Supply ~ 






Potable Water Allocation (gpy): 


Daily Wet Weather Potable Allocation (gpd): 
Daily Dry Weather Potable Allocation (gpd): 


26,554,336 Potable supplies are allocated to this project to meet remaining demands. Projects are allocated an additional 
ne }10% in potable supplies that are available as a buffer. 
72,984|Projects are allocated these potable supplies during wet weather months (October - March) 
72,614)Projects are allocated these potable supplies during dry weather months (April - September) 


“Note: Estimates for Demands Met by Non-Potable Supply for Project and Project Total Annual Water Demand based on Tab 6 - Building Potential Summary total water demand values. Manually entered non-potable demands that exceed auto- 
calculated non-potable demands from Tab 6 may result in Total Annual Water demands greater than the value used in this analysis 
Project Total Annual Toilet Water Demand and Toilet Demands Met by Non-Potable Supply based on Tab 6 - Building Potential Summary toilet demands. 


2. Building Information Summary 








Project / Building Name: |Potrero Yard Modernization Project 
Project Address: |2500 Mariposa Street 


Building Type: \Mixres 
(gross square rootage or Gar): |7-300.000 
San Francisco, CA Total Lot Size (ft”):|492 000 


‘Number of Residential Units: |575 
Assessor's Block & Lot No. / APN: |3971001 Impervious Surface Above Grade (ft*):|49 860 















Year Onine [208 Impervious Surface Baiow Grade‘) lran.960 | 
rear es 
Site Location (Zone): |Eastemn SF 





3. Summary of Non-Potable Demands and Supplies for the Project 





























Non-Potable Water Supply Estimates Non-Potable Water Demand Estimates 
Water Quantity Project Specinc Non-rotapie Quantity 
On-site Alternate Water Source Supplies (gpy) Application Demands (gpy) 
Rainwater: | 1,750,333 Toilets/Urinals: 
Sonneries pe | wnigaton: [5,655 
Graywater: |10,170,499 Toilets/Urinals + Irrigation |3,610,154 
Blackwater|0 Cooling Tower: 
Rewer ed Se | Commercial Laundry & Other T.TSTSO0__ 
Cooling & Other Supplies | 1,131,500 Total: |49,289,654 
TOTAL : 
4. Project Summary 
Demands Met by Non-Potable Supply for Projects (gpy): J : 
Total Water Demand (gpy): |27,750,460 Based on Tab 6 - Building Potential Summary tab This offset analysis assumes the full 
Total Water Demand Offset: year of supplies is available to offset 
Potable Water Allocation (gpy): |26,554,336 Amount of Potable Water Allocated to Project to Meet Total Demands non-potable demands. Some scenarios 
Daily Wet Weather Potable Allocation (gpd): |72,984 Amount of Potable Water Allocated Daily during Wet Weather Months may red uire storage to SEK excess 
Daily Dry Weather Potable Allocation (gpd): |72,614 Amount of Potable Water Allocated Daily during Dry Weather Months supplies from one month in order to 
use those supplies in another month 
Total Toilet + Irrigation Water Demand (gpy): [3,610,154 Based on Tab 6 - Buikding Potential Summary tab with unmet demands. 
Total Toilet + Irrigation Water Demand Offset: |100% Based on Tab 6 - Building Potential Summary tab 
Selected Toilet + Irrigation Water Demand (gpy): |3,610,154 Based on selections on Tab 7 - Project Definition 
Selected Toilet + Irrigation Water Demand: |100% Based on selections on Tab 7 - Project Definition 


Monthly Summary of Selected Onsite Supply vs. Selected Non-Potable Demand 


January February March April May June July August September October November December 


& Onsite Supplies & Non-potable Demands 
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ATTACHMENT 2 


Memorandum ARUP 











To Licinia Iberri, SFMTA aa _— 
uly 1, 

Copies Tim Kempf, SFPW pees number 

from Rob Best; Ignacio Barandiaran pee elotetice 


So HVAC Water Estimate for Potrero Bus Yard’s CEQA analysis (DEIR) 


Arup has produced an estimate of the average daily water use required for a water-based cooling 
system for the Potrero Bus Yard development, including both the bus facility and the proposed 
residential development. This memo summarizes the estimate, the calculation approach, and key 
assumptions. The water use estimate is intended to serve as a likely estimate for the analysis supporting 
the Draft Environmental Impact Report (DEIR), and is based on benchmarks from similar projects. It 
does not represent an actual design for the Potrero Bus Yard cooling system. 


Based on the assumptions and calculation approach below, we have estimated that the likely average 
daily water usage for the project is 15,200 gallons per day (or 11 gallons per minute). This represents 
the makeup water required for cooling towers. Other systems (e.g., chillers, boilers) are closed systems 
and do not require makeup water in normal operation. Note that this is an average flow per day for the 
year. We estimate that on the peak cooling day, up to 29,300 gallons of makeup water may be required. 
However, given the mild weather in San Francisco, this peak day is not representative of the annual 
condition. Furthermore, this estimate has been based on a water-based cooling system, using typical 
estimates of building cooling loads. Further design refinement may reduce the cooling load or select 
lower water use HVAC systems, thereby reducing the proposed water use. 


Assumptions and Calculation 


The estimate of cooling water use has been based on the program outlined in the June 12, 2020, 
SFMTA Potrero Yard Modernization Project Request for Qualifications, Appendix D. The areas for 
each program type have been consolidated from the table provided within that document and used to 
generate likely cooling loads using cooling load benchmarks by space type. These benchmarks are 
based on recent Arup projects in San Francisco at a similar stage of design. It is possible that the final 
design will improve upon these benchmarks, but these are intended to represent a typical building for 
the area. The table below provides the areas and cooling benchmarks assumed, and the resulting 
cooling load by space type. 
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Total Cooling 
Load (Tons) 







Land Use Category Space Type | Area (SF) | Cooling Density (SF/Ton) 















Storage 186,000 266 


700 
Parking/Circulation 485,000 0 


pote twnt__ow__] ss 
areas ar 
. oe eee 


700 
700 
700 
700 
Total Cooling Loadj1,288 





Bus Facility 




















Residential 

























Rounded Cooling Loadj1,300 





The 1,300 ton assumed cooling load can be provided by a variety of system types. To estimate water 
use for the project, we have assumed that cooling would be provided by a cooling tower coupled either 
to a central chiller or water source heat pumps located in each unit or non-residential zone. Cooling 
towers have significant water use due to evaporation of water. Cooling towers filter water through an 
evaporative medium and use a fan to draw air over the medium to cool the water. Water is lost in this 
process both through drift, where water particles are carried away by the induced draft from the fan, 
and by evaporation as the water cools. Drift is assumed to be 0.005% of the total water circulation, 
while evaporation is based both on the temperature change desired in the cooling tower and the flow 
rate. For this estimate, we have assumed that the cooling tower temperature change is 15 degrees 
Fahrenheit. 


In addition, cooling tower water can only be circulated a fixed number of times through the tower 
before it must be drained and replaced. This is based on the buildup of chemical compounds naturally 
present in the water that at high concentrations can be harmful to the cooling equipment. For this 
estimate, we have assumed that water can be cycled through the cooling tower 6 times before it must be 
flushed. This is a typical value for cooling towers, particularly given the LEED goals for the project, 
and can be increased with additional condenser water treatment, thereby reducing the concentration of 
chemicals in the cooling tower water. 


Based on the cooling load of 1,300 tons, we assume a peak cooling tower circulation rate of 3,120 
GPM. Of this, at peak flow, 37.5 GPM is anticipated to be lost to evaporation, 0.16 GPM to drift, and 


\\GLOBAL ARUP.COM\AMERICAS\JOBS\S-F\270000\272758-00\4 INTERNAL PROJECT DATA\4-16 TASK 1C DESIGN CRITERIA AND DESIGN GUIDELINES\20200630 HVAC WATER 
ESTIMATE MEMO.DOCX 


Arup North America Ltd | F0.3 Page 2 of 3 


Memorandum 


7.5 GPM to reducing the concentration of chemicals built up in the water. Combining these flows leads 
to a peak makeup water requirement of 45.1 GPM. However, this peak can be assumed to occur only in 
a small number of hours per year. Given the variation in weather within a single day, between days and 
weeks, and throughout the year, experience from similar projects in San Francisco has indicated that 
the average cooling tower makeup water flow is approximately 24% of the peak flow. Using this factor, 
leads to the results shown in the table below. 


Instantaneous Makeup Water 
Hourly Makeup Water 2,719 
29,300 15,200 


Note that the average values should be used for calculation of likely water use throughout the year, 
rather than the peak. 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0217 


WHEREAS, The City and County of San Francisco (City) owns certain real property 
under the jurisdiction of the San Francisco Public Utilities Commission (SFPUC) constituting 
approximately 20 acres of underutilized unimproved agricultural property designated as Assessor 
Parcel No. 096-0090-005-11 in the unincorporated Town of Sunol in Alameda County, 
California (Property). The Property is unimproved, except for a water well and fencing; and 


WHEREAS, The Property is part of the SFPUC’s acquisition of the former 786.63-acre 
Wool Ranch (Former Wool Ranch), pursuant to that certain deed recorded on November 13, 
2019, in the Official Records of Alameda County. The Property is not considered primary 
watershed land; and 


WHEREAS, Because the Former Wool Ranch owners would not sell their ranch to the 
City unless the City also acquired the Property, the City purchased the Property as part of the 
Former Wool Ranch purchase even though it had no use for the Property; and 


WHEREAS, The SFPUC has no utility purpose for the Property and proposes to sell the 
Property to raise needed funds for the Water Enterprise. SFPUC management executed a 
statement of underutilization for the Property dated January 13, 2020; and 


WHEREAS, The notice requirements of the State Surplus Lands Act (as amended by 
Assembly Bill 1486 as of January 1, 2020) are not applicable here because the proposed 
conveyance of the Property constitutes a transfer of land from one local agency to another local 
agency for that local agency’s use; and 


WHEREAS, Per Section 23.3 of the Administrative Code, the City may convey the 
Property to the East Bay Regional Park District (Park District) without a competitive bidding 
process if the Board of Supervisors determines a competitive process “is impractical, impossible, 
or is otherwise not in the public interest, including, for example only and not by way of 
limitation, when the Real Property is not capable of independent development, will be exchanged 
for other Real Property, or when the Board determines that a negotiated direct Conveyance of the 
Real Property will further a public purpose.” (S.F. Admin. Code Sec. 23.3); and 


WHEREAS, This Commission finds that in this case, a competitive bidding process is 
impractical because the Property is landlocked by the Park District’s adjacent lands and there is 
no possible party other than the Park District to which the City, through the SFPUC, may convey 
the Property. The Park District’s adjoining property is designated as parkland and the Park 
District intends to integrate the Property into its neighboring parkland, which furthers a public 
purpose; and 


WHEREAS, A City-hired MAI appraiser, Mateo Advisors, LLC, appraised the fair 
market value of the Property as of March 25, 2020 at $500,000 and the City’s Director of 
Property approved the appraisal on September 24, 2020; and 


WHEREAS, On September 3, 2020, the Park District agreed to purchase the Property for 
$500,000 pursuant to the terms of an Agreement for Sale of Real Estate (Sale Agreement); and 


WHEREAS, City, through the SFPUC, will sell the Property to the Park District “as is- 
where is basis”; and 


WHEREAS, This action does not constitute a project under California Environmental 
Quality Act (CEQA) Guidelines Section 15378 because there would be no physical change in the 
environment; now, therefore, be it 


RESOLVED, That this Commission finds, in consideration of the foregoing and in 
accordance with Charter Section 8B.121(e), that the Property is surplus to the SFPUC’s utility 
needs and not necessary for the SFPUC’s use; and be it 


FURTHER RESOLVED, This Commission further declares the Property to be “exempt 
surplus land” under California Government Code Section 54221(f)(1)(D) because “a local 
agency is transferring [the Property] to another local, state, or federal agency for the agency's 
use”; and, be it 


FURTHER RESOLVED, That this Commission authorizes the General Manager of the 
SFPUC and/or City’s Director of Property to seek approval from the Board of Supervisors to 
execute and deliver a quitclaim deed as contemplated by the Sale Agreement to convey the 
Property to the Park District; and, be it 


FURTHER RESOLVED, That this Commission asks the Board of Supervisors to 
determine, in accordance with Section 23.3 of the Administrative Code, that a competitive 
bidding process for the conveyance of the Property is impractical and impossible because the 
Property is landlocked, remote, and, thus, is extremely unlikely to be capable of independent 
development; and, be it 


FURTHER RESOLVED, That this Commission hereby ratifies, approves, and authorizes 
all actions heretofore taken by any City official in connection with the Sale Agreement; and, be it 


FURTHER RESOLVED, That this Commission hereby approves the terms and 
conditions of the Sale Agreement; and, be it 


FURTHER RESOLVED, That, upon approval by City’s Board of Supervisors and the 
Mayor, this Commission authorizes and directs City’s Director of Property to execute the Deed, 
and the SFPUC General Manager to execute the and deliver the Sale Agreement to the Park 
District; and be it 


FURTHER RESOLVED, That this Commission hereby authorizes the City’s Director of 
Property and/or the SFPUC General Manager to enter into any amendments or modifications to 
the Deed or the Sale Agreement, including without limitation, the exhibits, that City’s Director 
of Property and/or the SFPUC’s General Manager determines, in consultation with the City 
Attorney, are in the best interest of the City; do not materially increase the obligations or 
liabilities of the City; are necessary or advisable to effectuate the purposes and intent of the Sale 
Agreement or this Resolution; and are in compliance with all applicable laws, including the City 
Charter; and be it 


FURTHER RESOLVED, That upon approval by City’s Board of Supervisors and the 
Mayor, this Commission authorizes the SFPUC General Manager and/or City’s Director of 
Property to take any and all other steps they, in consultation with the City Attorney, deem 
necessary and advisable to effectuate the purpose and intent of this Resolution. 


Thereby certify that the foregoing resolution was adopted by the Public Utilities Commission at 


its meeting of October 27, 2020. 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


RESOLUTION NO. 20-0218 


WHEREAS, The U.S. Geological Survey (USGS) maintains stream gauges across the 
United States for the purposes of measuring stream flow and characterizing hydrology, and is 
recognized for its third-party independence and scientific expertise in hydrologic monitoring; 
and 


WHEREAS, The San Francisco Public Utilities Commission (SFPUC) relies on the 
independence and expertise of the USGS to maintain hydrologic records in the Alameda and 
Peninsula Watersheds that are critical to required reporting of SFPUC water rights, informing 
reservoir and water management operations, and meeting federal and state minimum instream 
flow requirements; and 


WHEREAS, The SFPUC has entered into joint funding agreements (JFAs) with the 
USGS for hydrologic monitoring and stream gauge maintenance in the Alameda and Peninsula 
Watersheds for many years; and 


WHEREAS, On August 28, 2012, by Resolution No. 12-0152, the Commission approved 
a JFA with the USGS for the Alameda and Peninsula Watersheds for an amount not-to-exceed 
$1,750,000 and with a total duration of five (5) years; and 


WHEREAS, On August 8, 2017, by Resolution No. 17-0183, the Commission approved 
an amendment to that JFA for an additional $1,425,000 and a time extension of (3) years, for a 
total amount of $3,175,000 and a total duration of eight (8) years; and 


WHEREAS, The existing amended JFA expires on October 31, 2020 and staff proposes 
to enter into a new JFA with a term of 11 months running from November 1,2020 to September 
30, 2020; and 


WHEREAS, The proposed new JFA in the form on file with the Commission Secretary 
will allow the SFPUC to continue to rely on the USGS to maintain critical hydrological records 
in the Alameda and Peninsula Watersheds; and 


WHEREAS, SFPUC’s funding obligations under the new JFA is not to exceed $326,180; 
and 


WHEREAS, Funds for this agreement will be available at the time of award of the 
agreement from the Water Enterprise operating budget; now, therefore, be it 


RESOLVED, That this Commission hereby authorizes the General Manager of the San 
Francisco Public Utilities Commission or his designee to execute the proposed Joint Funding 
Agreement with the U.S. Geological Survey for hydrologic monitoring and stream gauge 
maintenance in the Alameda and Peninsula Watersheds in the form on file with the Commission 
Secretary for an amount not to exceed $326,180 and with a total duration of 11 months. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of October 27, 2020 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-2019 


WHEREAS, On June 14, 2016, by Resolution No. 16-0119, this Commission approved a 
Memorandum of Understanding (MOU) with Silicon Valley Clean Water (SVCW), Bay Area 
Water Supply & Conservation Agency (BA WSCA), and the California Water Service Company 
(Cal Water) to develop a coordinated plan for potable reuse in the San Francisco Bay Region, known 
as the Potable Reuse Exploratory Plan (“PREP”), which would identify feasible options to treat 
and convey treated water from wastewater facilities to water facilities through a feasibility study 
jointly funded by the parties, for an amount not-to-exceed $35,000, and with a total duration of 
eighteen (18) months; and 


WHEREAS, The MOU was executed in November 2016, and had a thirteen (13) month 
term expiring December 2017; and 


WHEREAS, On March 27, 2018, by Resolution No. 18-0049, this Commission approved 
Amendment No. | to the MOU, which added the City of San Mateo and the City of Redwood 
City as parties to the MOU; extended the duration of the MOU until April 2020; expanded the 
scope of the feasibility study; and increased SFPUC funding of the project by $50,000 for a total 
amount not-to-exceed $81,000; and 


WHEREAS, Pursuant to the MOU, as amended, the parties have completed two (2) 
phases of a feasibility study, but have determined that additional, more detailed analysis of 
delivery to the Crystal Springs Reservoir and direct potable reuse options is required to 
determine whether further investment in the PREP project is warranted; and 


WHEREAS, The estimated cost of expanding the feasibility study to include a third 
phase of analysis (referred to herein as “Phase 3”) to include additional operational and 


institutional analysis is $282,161, with SFPUC’s proposed contribution for Phase 3 not to exceed 
$160,661; and 


WHEREAS, The parties have negotiated a new Memorandum of Agreement (“MOA”) 
on file with the Commission Secretary and presented to the Commission at its October 27, 2020 
meeting setting forth the respective roles and responsibilities of the parties, and cost sharing 
allocations and procedures, for the new analysis, described as the “PREP Phase 3 Feasibility 
Study”; and 


WHEREAS, Under the proposed MOA, SVCW will serve as the contracting entity 
administering and managing the contract with the consultant firm Kennedy Jenks that SVCW has 
retained to carry out the Scope of Work for the PREP Phase 3 Feasibility Study (“Scope of 
Work”), which is incorporated in the MOA as Attachment A; and 


WHEREAS, SVCW and Kennedy Jenks have entered into a separate agreement concerning 
the Scope of Work and Kennedy Jenks’s obligations under its contract with SVCW with respect to its 
performance of the Scope of Work, which is also incorporated in the MOA as an attachment; and 


WHEREAS, The Phase 3 work is anticipated to begin in November 2020 and end in 
December 2022; and 


WHEREAS, Funds for this new MOA will be available at the time of execution of the 
agreement from the Crystal Springs Purified Water Project 10036483; now, therefore, be it 


RESOLVED, That this Commission hereby authorizes the General Manager of the San 
Francisco Public Utilities Commission to execute the Memorandum of Agreement with Silicon 
Valley Clean Water, the Bay Area Water Supply & Conservation Agency, the California Water 
Service Company, the City of San Mateo, and the City of Redwood City, for the Potable Reuse 
Exploratory Plan Phase 3 Feasibility Study, with a duration of twenty-five (25) months and an 
amount not to exceed $160,661. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of October 27, 2020 


pllorar Med 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0220 


WHEREAS, Funding of $136,256,516 has been previously appropriated for the Bay 
Corridor Transmission and Distribution Project; and 


WHEREAS, On February 11, 2020 by Resolution No. 20-0032 the San Francisco Public 
Utilities Commission approved the FY2020-21 Power Enterprise Capital Plan and Budget, which 
included additional funding of $10,353,000 for the Bay Corridor Transmission and Distribution 
(BCTD) Project in Fiscal Year 2021; and 


WHEREAS, Additional funding of $20,000,000 is needed in Fiscal Year 2021 for the 
BCTD Project due to the increased cost of the substation required to connect the needed power 
for the Project; and 


WHEREAS, To address the funding gap for the Project, Power Enterprise staff 
recommends re-allocating funds totaling $20 million from three capital projects to the BCTD 
Project as follows: (1) $9 million from the SFO Substation Project, (2) $8 million from the 
Streetlight Replacement Project and (3) $3 million from the Intervening Facilities Project, for a 
total of $20 million in re-allocations; and 


WHEREAS, The SFO Substation and Intervening Facilities Projects already share a 
budget authority (15372 - UH Distribution Services Retail) with the BCTD Project and therefore 
re-allocating funds from these two projects to the BCTD Project does not require a re- 
appropriation at the Board of Supervisors; and 


WHEREAS, The $8 million de-appropriation from the Streetlight Replacement Project 
and re-appropriation to the BCTD Project requires approval from the Mayor and Board of 
Supervisors; now, therefore, be it 


RESOLVED, That the San Francisco Public Utilities Commission amends the FY 2020- 
21 Power Enterprise Capital Plan and re-allocates $20,000,000 in existing appropriations to the 
Bay Corridor Transmission and Distribution Project as follows: (1) $9 million from the SFO 
Substation Project, (2) $8 million from the Streetlight Replacement Project and (3) $3 million 
from the Intervening Facilities Project and be it 


FURTHER RESOLVED, That the San Francisco Public Utilities Commission authorizes 
the General Manager to request approval from the Board of Supervisors and Mayor for a 
Supplemental Appropriation in the amount of $8,000,000 transferring appropriations for 
construction of the Streetlight Replacement Project in the following funds to the Bay Corridor 
Transmission and Distribution Project 10014227: 





























Fund Code | Fund Title Amount | 
25320 HHP CPF 2016B Bond $4,292,338 
25353 Hetchy Power Capital Fund $3,707,662 
Total Appropriation $8,000,000 











I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of October 27, 2020. 


flonan Mod 


Secretary, Public Utilities Commission 
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REGULAR MEETING AGENDA 
Tuesday, November 10, 2020 
1:30 P.M. 


This meeting is being held by Teleconference Pursuant to the Governor's Executive Order N- 
29-20 and the Twelfth Supplement to Mayoral Proclamation Declaring the Existence of a Local 
Emergency Dated February 25, 2020 


WATCH LIVE: 
https://www.sfgovtv.org/sfpuc 


PUBLIC COMMENT CALL-IN: 
1 (415) 655-0001 / MEETING ID: 146 710 1398 ## 


During the Coronavirus Disease (COVID-19) emergency, the San Francisco Public Utilities 
Commission’s (SFPUC) regular meeting room, City Hall, Room 400, is closed. Commissioners 
and SFPUC staff will convene Commission meetings remotely by teleconference. 


Commissioners 
Sophie Maxwell, President 
Anson Moran, Vice President 
Tim Paulson 
Ed Harrington 


Harlan L. Kelly, Jr. 
General Manager 


Donna Hood 
Secretary 





Accessible Meeting Policy: To obtain meeting materials in alternative format, please contact the Commission Secretary at 
415-554-2165 or via email at Commission@sfwater.org. Providing at least 72 hours’ notice will help to ensure availability. 
Written reports or background materials for calendar items are available on-line at 


http://www.sfwater.org/index.aspx?page=167. 


Know Your Rights Under the Sunshine Ordinance: Government's duty is to serve the public, reaching its decision in full 
view of the public. Commissions, boards, councils and other agencies of the City and County exist to conduct the people's 
business. This ordinance assures that deliberations are conducted before the people and that City operations are open to 
the people's review. For more information on your rights under the Sunshine Ordinance or to report a violation of the 
ordinance, contact Administrator, by mail to Sunshine Ordinance Task Force, 1 Dr. Carlton B. Goodlett Place, Room 244, 
San Francisco, CA 94102.4689; by phone at 554.7724; by fax at 554.7854; or by email at sotf@sfgov.org. Copies of the 
Sunshine Ordinance can be obtained from the Clerk of the Sunshine Task Force, the San Francisco Public Library and on 
the City’s website at http://www.sfgov.org. 





311 Free Lanquage Assistance: $@ #7 if a [48 / Ayuda gratuita con el idioma / BecnaTHad NOMOb TepeBoAyHKoB / 
Tro giip Thong dich Mién phi / Assistance linguistique gratuite / #£#}O Bae <2 / PE 01 /A| A / aru swvaas 
wWva“e “ladles a’ aartaa O18 / Libreng tulong para sa wikang Tagalog suaa® 





Lobbyist Registration and Reporting Requirements: Individuals and entities that influence or attempt to influence local 
legislative or administrative action may be required by the San Francisco Lobbyist Ordinance [SF Campaign & Governmental 
Conduct Code §2.100] to register and report lobbying activity. For more information about the Lobbyist Ordinance, please 
contact the San Francisco Ethics Commission at 25 Van Ness Avenue, Suite 220, San Francisco, CA 94102; telephone (415) 
252-3100; fax (415) 252-3112; web site at www.sfgov.orq/ethics. 





CEQA Appeal Rights under Chapter 31 of the San Francisco Administrative Code: If the Commission’s action on a 
project constitutes the Approval Action for that project (as defined in S.F. Administrative Code Chapter 31, as amended, Board 
of Supervisors Ordinance Number 161-13), then the CEQA determination prepared in support of that Approval Action is 
thereafter subject to appeal within the time frame specified in S.F. Administrative Code Section 31.16. Typically, an appeal 
must be filed within 30 calendar days of the Approval Action for a project that has received an exemption or negative 
declaration pursuant to CEQA. For information on filing an appeal under Chapter 31, contact the Clerk of the Board of 
Supervisors at City Hall, 1 Dr. Carlton B. Goodlett Place, Room 244, San Francisco, CA 94102, or call (415) 554-5184. If the 
Planning Department's Environmental Review Officer has deemed a project to be exempt from further environmental review, 
an exemption determination has been prepared and can be obtained on-line at http:/Awww.sf- 
planning.org/index.aspx?page=3447.Under CEQA, in a later court challenge, a litigant may be limited to raising only those 
issues previously raised at a hearing on the project or in written correspondence delivered to the Board of Supervisors, 
Planning Commission, Planning Department or San Francisco Public Utilities Commission at, or prior to, such hearing, or as 
part of the appeal hearing process on the CEQA decision. 





ORDER OF BUSINESS 

1. Call to Order 

2. Roll Call 

3. Approval of the Minutes of October 27, 2020 


4. General Public Comment 
Members of the public may address the Commission on matters that are within 
the Commission’s jurisdiction and are not on today’s agenda 


5. Communications (discussion only) 

a) Correspondence Log 

) 2009 Water Supply Agreement Update 

c) 2019 Report of the State on the Local Water System 

d) 2020 State of the Regional Water System 

e) Annual Lake Merced Update 

f) Annual Report on NEM/ShaRE 
g) Franchise Compliance Reports for Audit Period CY 2017-2018 
h) Water System Improvement Program Status of Construction Change Orders 
i) Water Supply Conditions Update 


6. Presentation of the 2019 Winners of the San Francisco Public Utilities Commission 
Impact Awards Recognizing SFPUC Employees and Teams for Outstanding 
Commitment to Public Service (discussion only) (Kelly) 


7. Report of the General Manager (discussion only) 

a) Planning and development for Adoption of a San Francisco Public Utilities 
Commission Asset Management Policy 
Capital Financing Plan for FY2020-2021 
Water Enterprise Capital Improvement Program Quarterly Report 
Water System Improvement Program Quarterly Report 
Southeast Area Major Projects Update (1) Biosolids, (2) Headworks, and (3) 1550 
Evans Southeast Community Center 
Report on Recent San Francisco Public Utilities Commission Activities, Events 
and Announcements 
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8. Update on Social Impact Partnerships Program, SFPUC’s Good Neighbor Strategies in 
Contracting (discussion only) (Ellis) 


9. New Commission Business (discussion only) 
CONSENT CALENDAR 
10. All matters listed hereunder constitute a Consent Calendar, are considered to be 
routine by the San Francisco Public Utilities Commission and will be acted upon by 


a single vote of the Commission. There will be no separate discussion of these 
items unless a member of the Commission or the public so requests, in which event 


the matter will be removed from the Calendar and considered as a separate item. 


a) 


200221 


b) 


200222 


QO 


200223 


200224 


f 
200225 


Approve Amendment No. 1 to Agreement No. PRO.0053.B, Specialized 
Technical Infrastructure Contractor Capacity Development, with Merriwether & 
Williams Insurance Services, Inc. to provide assistance to the SFPUC’s 
Contractors Assistance Center to create economic development programming to 
support small, local businesses on SFPUC projects; and authorize the General 
Manager to execute this amendment, extending the agreement duration by two 
years, for a total agreement duration of five years, with no change to the 
agreement amount. (How) 


Approve the selection of Archer Energy Solutions, LLC (Archer); award 
Agreement No. PRO.0070, Hetch Hetchy Water and Power (HHWP) North 
American Electric Reliability Corporation (NERC) Cwompliance and Audit 
Support, to provide NERC Reliability Standards compliance- related services to 
HHWP; and authorize the General Manager to negotiate and execute a | 
professional services agreement with Archer in an amount not-to-exceed 
$8,000,000, and with a duration of five years. (Ritchie) 


Approve Amendment No. 2 to Agreement Nos. PRO.0122 A & C, As-Needed 
Technical Support for Small, Local Construction Contractors at the SFPUC 
Contractors Assistance Center, with Buie Porter Munson & Siller, LLC 
(PRO.0122.A) and KML Associates (PRO.0122.C) to provide technical assistance 
to small, local businesses to develop the skills necessary to effectively compete 
for SFPUC construction contracting opportunities; and authorize the General 
Manager to execute Amendment No. 2, increasing each agreement amount by 
$25,000 and extending each agreement duration by one year, for a total not-to- 
exceed amount of $75,000 per agreement and a total duration of three years per 
agreement. (How) 


Accept work performed by M. Hernandez Construction, Inc. (dba Hernandez 
Engineering) for Contract No. WD-2760, 12-Inch and 8-Inch Ductile lron Water 
Main Replacement, Sewer Replacement and Pavement Renovation on Waller 
Street and Various Side Streets; approve Modification No. 4 (Final), increasing the 
contract amount by $16,907 for a total contract amount of $4,718,076, and a total 
contract duration of 1,116 consecutive calendar days (approximately three years 
one month); and authorize final payment to the contractor. (How) 


Accept work performed by S.J. Amoroso Construction, Inc., for Contract No. WD- 
2794A, Sunol Long Term Improvements — Sunol Yard; approve Modification No. 
18 (Final), decreasing the contract amount by $11 for a total contract amount of 
$36,512,199, and increasing the contract duration by 349 consecutive calendar 
days (approximately 11 months), for a total contract duration of 1,327 consecutive 
calendar days (approximately three years eight months); and authorize final 
payment to the contractor. (How) 


Approve an increase of 220 calendar days to the existing contract duration 
contingency for Contract No. WD-2854A, 525 Golden Gate Avenue Roof Access 
and Fall Protection with Buhler Commercial; and authorize the General Manager 


200226 


to approve future contract modifications for a total contract duration of up to 385 
consecutive calendar days (approximately one year and one month), with no 
change to the contract amount. (How) 


g) Approve an increase of 90 calendar days to the contract duration contingency for 
Contract No. WW-686, As-Needed Spot Sewer Replacement No. 38, with J. 
Flores Construction Company, Inc; and authorize the General Manager to 
approve future modifications to the contract for a total contract duration of up to 
580 consecutive calendar days (approximately one year and seven months), with 
no change to contract amount. (How) 


REGULAR CALENDAR 
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200228 
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Authorize the General Manager to execute Amendment No. 2 to the Multi-Party Cost 
Share Agreement with Contra Costa Water District, Alameda County Flood Control 
and Water Conservation District, Zone 7, Alameda County Water District. East Bay 
Municipal Utility District, Grassland Water District, San Luis & Delta-Mendota Water 
Authority, and Santa Clara Valley Water District, for the planning of the potential 
expansion of Los Vaqueros Reservoir, extending the agreement duration by one year, 
until December 31, 2021, for a total duration of 32 months (two years and 8 months), 
and increasing the SFPUC’s financial contribution by an amount not-to- exceed 
$1,013,661, for a total not-to-exceed SFPUC contribution of $1,467,790 under the 
Agreement, and a total overall Agreement amount of $6,081,967. (Ritchie) 


Approve Amendment No. 2 to Agreement Nos. PRO.0004.A&B, As-Needed 


. Wastewater Process Engineering Services, with Hazen and Sawyer (PRO.0004.A) 


200224 
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200231 


ike 


200232 


and RMC-SRT, JV (PRO.0004.B), to provide continued process support for 
wastewater operations and projects; and authorize the General Manager to execute 
Amendment No. 2, extending each agreement's duration by three years, for a total 
agreement duration of eight years and eight months each, with no change to the 
agreements’ amounts. (Norby) 


Authorize the General Manager to execute an Agreement with the Midpeninsula 
Regional Open Space District to contribute funding to conduct a Highway 35 Multi- 
Use Trail Crossing and Parking/Multimodal Access Study, for an amount not-to-exceed 
$114,000 and with a duration of three years. (Ritchie) 


Approve the terms and conditions of and authorize the General Manager to execute 
Amendment No. 1 to the month-to-month Lease between the San Francisco Public 
Utilities Commission, and the San Francisco Sheriff's Department Five Keys 
Charter School, a California nonprofit public benefit corporation, temporarily 
suspending the terms of the Lease, including Five Keys’ obligation to pay rent, ona 
retroactive basis for up to 11 months from May 1, 2020 to March 31, 2021, to provide 
up to $31,888.45 total in rent relief, and authorize the General Manager to grant further 
Lease suspensions through December 2021 if warranted due to COVID-19. (Carlin) 


Authorize the General Manager to execute a Memorandum of Understanding with 
the Port of San Francisco for the San Francisco Public Utilities Commission to procure 
3.5 megawatts of available capacity from the Port’s primary metered service in 


16. 
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Building 102 at Pier 70 located on 20" Street to provide temporary electric service 
during construction for the Seawall Lot 337 Associates, LLC (Mission Rock) and 
Mariposa Pump Station loads at a cost to the SFPUC not-to-exceed $4,630,000 and 
with a term of up to three years. (Hale) 


Public comment on matters to be addressed during Closed Session 


Motion on whether to assert the attorney-client privilege regarding the matters listed 
below as Conference with Legal Counsel 


The Commission will go into Closed Session to discuss the following items: 
CLOSED SESSION 


Conference with Legal Counsel — Pursuant to California Government Code, Section 
54956.9(a), and San Francisco Administrative Code, Section 67.10(d)(1) 
(discussion only) (Mueller) 


Conferring with, or receiving advice from, the City Attorney regarding the following 
existing litigation in which the City is a petitioner and Pacific Gas & Electric 
Company is an adverse party: In re: PG&E Corporation and Pacific Gas & Electric 
Company, United States Bankruptcy Court, Northern District of California, Case No. 
9-30088-DM, filed January 29, 2019; Federal Energy Regulatory Commission Case 
No. EL 19-38- 000, filed January 28, 2019; Federal Energy Regulatory Commission 
Case No. ER18- 1482-000, filed April 30, 2018; Federal Energy Regulatory 
Commission Case No. 

ER18-1102-000, filed March 15, 2018; Federal Energy Regulatory Commission Case - 
No. ER18-790-000, filed, February 2, 2018; Federal Energy Regulatory Commission 
Case No. ER18-768-000, filed January 31, 2018; Federal Energy Regulatory 
Commission Case No. ER18-198-000, filed October 31, 2017; Federal Energy 
Regulatory Commission Case No. ER17-2406-000, filed August 31, 2017; Federal 
Energy Regulatory Commission Case No. ER17-2181-000, filed July 31, 2017; 
Federal Energy Regulatory Commission Case No. ER17-2204, filed July 31, 2017; 
Federal Energy Regulatory Commission Case No. ER17-1509-000, filed May 1, 2017; 
Federal Energy Regulatory Commission Case No. ER17-910-000, filed January 31, 
2017; Federal Energy Regulatory Commission Case No. EL 15-3-000, filed October 
10, 2014; Federal Energy Regulatory Commission Case No. ER15-702-000, filed 
December 23, 2014; Federal Energy Regulatory Commission Case No. ER15-703- 
000, filed December 23, 2014; Federal Energy Regulatory Commission Case No. 
ER15-704-000, filed December 23, 2014; Federal Energy Regulatory Commission 
Case No. ER15-705-000, filed December 23, 2014; Federal Energy Regulatory 
Commission Case No. ER15-735-000, filed December 23, 2014; California 
PublicUtilities Commission Case No. 1.15-08-019, filed February 25, 2015; 
California Public Utilities Commission Case No. R.18-10-007, filed October 25, 
2018; California Public Utilities Commission Case No. R.19-01-006, filed January 
10, 2019; and California Public Utilities Commission Case No. R.19-09-016, filed 
January 10, 2019 


Following Closed Session, the Commission will reconvene in Open Session 
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Announcement following Closed Session 


Motion regarding whether to disclose the discussions during Closed Session pursuant 
to San Francisco Administrative Code Section 67.12(a) 


Adjournment 
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MINUTES 


Tuesday, November 10, 2020 
(Approved December 8, 2020) 


This meeting was held by Teleconference Pursuant to the Governor's Executive Order 
N-29-20 and the Twelfth Supplement to Mayoral Proclamation Declaring the Existence 
of a Local Emergency Dated February 25, 2020 


Commissioners 
Sophie Maxwell, President 
Anson Moran, Vice President 
Tim Paulson 
Ed Harrington 


Harlan L. Kelly, Jr. 
General Manager 


Donna Hood 
Secretary 
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. Call to Order 


President Maxwell called the meeting to order at 1:30 PM. 


. Roll Call 


Present: Maxwell, Moran, Paulson and Harrington 


The Commission Secretary announced that Closed Session would not be heard. 


. Approval of the Minutes of October 27, 2020 


On Motion to approve the Minutes of October 27, 2020 
Ayes: Maxwell, Moran, Paulson and Harrington 


No public comment. 


a) 


. General Public Comment 


Peter Drekmeier, Tuolumne River Trust, discussed former Commissioner Vietor's 
request for a resolution in opposition to the Trump Administration’s biological 
opinions for the Bay Delta and in support for the State lawsuit against the biological 
opinion. He mentioned the Modesto Irrigation District and Tuolumne Irrigation District 
petition to the Federal Energy Regulatory Commission to waive the state’s authority 
issue water quality certification. 

Eileen Boken discussed the Auxiliary Water Supply System (AWSS) located on 19! 
Avenue between Irving and Ulloa Streets. She discussed the San Francisco 
Municipal Transportation Agency (SFMTA) Rapid Project and the opportunity to 
expand AWSS in the area along with expansion opportunities associated with the L- 
Taraval project. 

Francisco DaCosta stated Mr. Drekmeier should be heard regarding the Tuolumne 
River and scientific data. He stated that Commissioners need to pay attention to the 
public. He questioned staff roles. 


. Communications 


Correspondence Log 

2009 Water Supply Agreement Update 

2019 Report of the State on the Local Water System 
2020 State of the Regional Water System 


Annual Lake Merced Update 
Vice President (VP) Moran requested information as areas of concern at Lake 


Merced where maintenance or other safety issues are not being addressed or 
funded. GM Kelly indicated that information will be provided in a subsequent report. 
Annual Report on NEM/ShaRE 

Franchise Compliance Reports for Audit Period CY 2017-2018 


Water System Improvement Program Status of Construction Change Orders 
Commissioner Paulson stated the minimal number of change orders should be 


noted and commended. 
Water Supply Conditions Update 
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Public Comment 


e David Pilpel spoke to item 5f and requested that in the future, NEM/ShaRE be 
spelled-out for clarity. 


6. Presentation of the 2019 Winners of the San Francisco Public Utilities Commission 
Impact Awards Recognizing SFPUC Employees and Teams for Outstanding 
Commitment to Public Service 
Harlan Kelly, General Manger (GM), stated that the program is a way to celebrate and 
recognize employees for their service excellence. He indicated that the program was 
renamed, via suggestions received from employee nominations, to “SFPUC Impact 
Awards — Recognizing Excellence in Service”. He noted that since 2016, 160 
employees and partners have been recognized via the program. 


GM Kelly introduced Justine Hinderliter, SFPUC Chief People Officer, who introduced 
the 2019 SFPUC Impact Award honorees. She stated that a record 119 nominations 
were received and that in total, 282 individuals were recognized by 93 peers. She 
announced the winners: 


Individual Category: 
- Stakeholder and Community Interest Award: Julia Allman, Power Enterprise 


- Environmental Stewardship Award: Mike Brown, Business Services 

- Financial Sustainability Award: James Hendry, Power Enterprise 

- Reliable Service and Assets Award: Kenneth Moore, Water Enterprise 
- Effective Workforce Award: Brian Thomas, Infrastructure 


Team Category: 
- Distribution Field Services of Power Enterprise, Reliable Service and Assets Award: 


Jesse D. Blas, David Condon, Hieu X. Doan, Ryan Dunbar and Jered T. Huntington 


- Thanksgiving Weekend Water Main Break Crew of Water Enterprise, Effective 
Workforce Award: 
Timothy C. Alemany, James E. Biggins, Phil Broussard, Jonathan T. Carpenter, 
Vincenta Chiodo, Robert Costello, Jessie |. Dan, Richard S. Gonzales, Vincent 
Harris, James V. Kazarian, Warren Lowe, Tony Lucero, Patrick McLoughlin, John 
Mullen, Richard J. Nave, Adolfo Padilla Rios, Paul Pese, Tony Preston, Hector M. 
Rodriguez, and Richard Zaragoza 


- Water Quality Sample Monitoring Project Team, a collaboration between employees in 

the Water Enterprise and Business Services, Organizational Excellence Award: 
Lawrence Chew, Eric K. Chez, Ivy Estacio, Roselle Ferrer, Roberto Gonzales, Jin 
He, Richard B. Hernandez, Alex Liu, Weldon Ng, Kenneth Payne, Shailen Talati, 
Raman Virk, Dejie Yang, and Monica L. Zhang 


The Commission congratulated the winners and commended their exceptional and 
necessary work. They expressed appreciation for the work of all SFPUC employees. 


Public Comment 
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e David Pilpel thanked the winners for their work. He suggested naming the award 
after SFPUC employee Arleen Navarret who passed away in 2012. 
7. Report of the General Manager (GM) 
a) Planning and development for Adoption of a San Francisco Public Utilities 


Commission Asset Management Policy 
Michael Carlin, Deputy General Manager (DGM), discussed why an Asset 


Management Policy is important. He noted it is consistent with the SFPUC’s 
Strategic Plan and that it guides the organization’s asset management decision- 
making in a consistent and effective manner and is good utility best practice. He 
indicated staff will bring back an Asset Management Policy proposal, a high-level 
policy intended to guide the development of implementation plans, which will be 
developed by the Enterprises in collaboration with the Infrastructure and Finance 
Buraus. He stated the implementation plans will help guide the bi-annual budget 
process discussions. 


DGM Carlin responded to a question from President Maxwell as to current practice. 


Vice President (VP) Moran thanked DGM Carlin for bringing the item to the 
Commission for early input. He noted that it reads as if asset management was just 
discovered and stated that is not the case. He asked that staff be clear that the 
policy is striving for consistency and asked that the expansion of efforts to be more 
through and inclusive. 


Public Comment 

e David Pilpel requested that the policy include small and large assets and 
recommend that the policy be presented to the Citizens’ Advisory Committee. 

e Nicole Sandkulla, BAWSCA CEO, expressed support for the policy and that she 
looks forward to working with the SFPUC on the policy. 

e Francisco DaCosta stated the policy needs to focus on pipelines and that asset 
management will give an idea of pipe quality, condition, type and durability. 


b) Capital Financing Plan for FY 2020-2021 
Rich Morales, Debt Manager, presented the FY 2020-21 Capital Financing Plan. He 
reviewed (1) debt management function which is guided by Commission policies, (2) 
provided a Water, Wastewater, and Power Enterprise debt overview, (3) discussed 
three types of capital financing activities (new money/credit needs, administration of 
existing debt portfolio, and market opportunities), and (4) FY 2020-21 Capital 
Financing Plan transactions (Water — approve drinking water state revolving fund 
loan for Mountain Tunnel Project, Wastewater — authorize revenue notes, Power — 
authorize debt transaction, and Water and Wastewater — approve renewal or 
replacement of bank credit facilities for interim funding program). 


No public comment. 


c) Water Enterprise Capital Improvement Program (WECIP) Quarterly Report 
Katie Miller, Director, Water Capital Programs, indicated that as of September 2020 


WECIP regional and local project expenditures were $873M with $1,359M remaining 
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and is 41% complete. She presented the WECIP cost summary, discussed cost 
variances and the WECIP summary schedule, reviewed projects that are on- 
schedule, projects that exceed the schedule by two to six months, and projects that 
exceed the schedule by six months. She stated that the schedule will be set with the 
2021 re-baseline. 


Director Miller reviewed Regional WECIP Projects (total current approved budget for 
active regional projects by phase). She continued with highlights of the regional 
projects (1) Sunol long-term improvements (Alameda Creek Watershed Center), (2) 
Sunol Valley Water Treatment Plant Ozone, (3) San Andreas Pipeline No. 2 Lockbar 
Replacement, (4) Crystal Spring Pipeline No. 2, and Southern Skyline Boulevard 
Ridge Trail extension. She continued with a review of local WECIP projects (total 
current approved budget for active regional projects by phase). She then provided 
highlights of the Local WECIP Projects: (1) San Francisco Groundwater Supply 
Existing Well Station Conversion, (2) San Francisco Westside Recycled Water, (3) 
College Hill Reservoir Outlet. Director Miller responded to a question from President 
Maxwell regarding the sizes and usage of Kubota pipes, and (4) Local Water 
Conveyance/Distribution System Water Main replacement. She stated that each 
fiscal year approximately 12 linear miles are replaced. 


Commissioner Paulson noted the occasional need for interagency cooperation and 
asked for clarification on when the SFPUC would go to another agency for work that 
can be performed by SFPUC staff. Director Miller and GM Kelly provided response 
on the coordination of work. 


Public Comment 

e Francisco DaCosta indicated he represents the Muwekma Ohlone Tribe and that 
they had the opportunity to address GM Kelly and visit the Sunol site. He 
expressed appreciation for SFPUC employees at the site and noted additional 
documentation is needed. 


GM Kelly stated that Ms. Miller has done an excellent job serving as the acting 
Director of Water Capital Programs and congratulated her on her acceptance of the 
position in a permanent capacity. 


d) Water System Improvement Program (WSIP) Quarterly Report 
Director Miller indicated that WSIP expenditures as of September 2020 was 


$3,675M and is 99% complete. She presented the regional WSIP cost summary, 
discussed cost variances and the WECIP summary schedule, and reviewed cost 
variances. She provided updates on the following (1) Calaveras Dam Replacement 
Project (CDRP) Contract A, (2) Fish Passage Facilities at Alameda Creek Diversion 
Dam CDRP Contract B, (3) Alameda Creek Recapture Project, (4) Sunol Valley 
Regional Closeout Project, (5) Regional Groundwater and Recovery, (6) San 
Joaquin Regional Closeout, (7) Bay Division Region Closeout Project, and (7) 
Peninsula Region Closeout Project. 


Public Comment 
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e Francisco DaCosta indicated the presentation covered important projects, 
including Calaveras Dam and Mt. Tunnel. He stated project needs assessments 
are needed. He discussed Jacob’s Engineering work on the Tunnel and the 
subsequent work that was required. He said accountability is needed. 


e) Southeast Area Major Projects Update (1) Biosolids, (2) Headworks, and (3) 1550 
Evans Southeast Community Center 
Stephen Robinson, Director, Wastewater Capital Programs, stated that work Is 
progressing and much of the current work is taking place underground. He reviewed 
(1) Southeast Plant (SEP) Biosolids Digester Facilities Project: Jerrold Street closure 
has been approved by the SFMTA and mailers have gone out to those impacted by 
the closure. He stated the relocation of existing utilities and sewer lines is anticipated 
to be complete in November and he discussed the relocation effort; (2) SEP New 
Headworks Facility Project: reviewed progress and status for Scope IIA (Bruce Flynn 
Pump Station) and Scope III (Headworks). He stated 249 piles have been installed; 
(3) Southeast Community Center 1550 Evans: all four slabs have been poured, ° 
structural steel erection is ongoing, an electrical power trench and vault have been 
installed, and the Southeast Community Center website has launched. He displayed 
time-lapse photos of the project site construction. 


Public Comment 
e Francisco DaCosta said that 1550 Evans ts linked with 1800 Oakdale and that 
1800 Oakdale t was built for the community. He discussed community benefits. 


f) Report on Recent San Francisco Public Utilities Commission Activities, Events 
and Announcements 


None. 


8. Update on Social Impact Partnerships Program (SIP), SFPUC’s Good Neighbor 
Strategies in Contracting 
GM Kelly noted the history of the Social Impact Partnership Program (SIP), discussed 
the challenges that were faced, and addressed how those challenges were met. He 
indicated in 2009 & 2011 the Commission passed a Community Benefits Policy/Good 
Neighbor Policy and an Environmental Justice Policy. He noted an environmental 
justice analysis was conducted to determine how the digester project could benefit the 
community and not impose cumulative negative impacts. He discussed the supply chain 
analysis that was performed to determine what services are needed to build the projects 
and to determine any other ancillary benefits could be provided for community benefit. 
He discussed the creation of the Contractor Assistance Center, the Project Labor 
Agreement. 


Tracy Zhu, Social Impact Partnership Manager, provided an overview of the SIP, 
indicating it expands the SFPUC’s ability to implement policies by inviting consulting 
firms to give back to the communities in which they perform SFPUC work. She noted 
that community benefits are values that firms provide directly to non-profits and schools, 
such as volunteer hours, in-kind donations, and/or financial contributions. 
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Ms. Zhu presented a summary of SIP commitments and stated that 84 SFPUC 
contracts include community benefits (80 non-construction contracts and four alternative 
delivery construction contracts) and that there is $35M total value in commitments, with 
$9.3M of the community benefits value delivered to the community since 2011 ($5M of 
community benefits value delivered is financial). She reviewed the distribution of the 
$9.3M, including value of volunteer hours, value of in-kind donations, and discussed the 
distribution of the $5M in financial support. 


Ivy Fine, Program Administration Bureau Manger, reviewed the SIP contracting process 
and stated best-practices are followed throughout the contracting process which contain 
several checks and balances. She stated the threshold to include social impact 
commitments in a solicitation is $5M and indicated that social impact guidelines are 
included in the request for proposal. She noted that submission of a SIP proposal is 
optional. She further discussed the proposal evaluation and selection processes 
(evaluation and scoring) and transparent cost evaluation (cost-control measures). 


Ms. Zhu indicated that once a contract is awarded there is an accountability process to 
ensure the firm follows-through with their commitment. She discussed the process and 
reporting requirements (annual workplans, bi-annual reports, and annual newsletters) 
and documenting requirements (timesheet tracking volunteer hours, check stubs, 
receipts, and letters from beneficiaries). She indicated firms must deliver community 
benefit commitments over the term of the agreement. She stated a Social Impact 
Partnership Dashboard will launch soon. 


Ms. Zhu stated that SIPs are good for our communities and are about people. She 
provided examples as how the SIP impacts the community (1) removing barriers for 
women in the construction traces, (2) diversifying the pipeline for professional service 
Jobs, (3) inclusion in professional service jobs, (4) small business support, and (5) 
stabilizing homeowners and building intergenerational wealth. 


Ms. Fine and GM Kelly responded to a question from Commissioner Paulson regarding 
who prepares and develops the technical questions. 


GM Kelly responded to a question from Commissioner Paulson as to how a firm 
determines the difference between a pre-apprentice and apprentice. 


Commissioner Harrington expressed gratitude to all the staff involved on the SIP. He 
indicated it is not just about pipes, pumps, and plants but it is also about people and that 
improving the impacted communities. 


President Maxwell stated the SIP is a good way to do business and is a good model. 
She thanked staff for their good work. 


Commissioner Moran noted the S/P is an unusual program in the City and the County of 
San Francisco. He stated the presentation was good and shows the program is 
reaching point of maturity and that contractor are learning what they need to do and 
have grown to better understand the communities in which they work. 
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GM Kelly concurred with the Commissioners’ comments and noted other City 
departments and utilities across the country are looking to the SFPUC for guidance. 


Public Comment 
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Tricia Dunlap, Curtis Creek School, Sonora, shared how SFPUC its and partners 
have supported STEM programs for students in Tuolumne County via SIP 
Programs. She indicated their “Dinner with Scientists” event is popular and that this 
year it will be held virtually. 

Emily Dilger, Chief Education Officer, Ignited, described Ignited’s mission and stated 
the SIP Program has enabled teachers to connect companies with schools, teachers 
and students. She described the reach of the teacher's impact on their students. 
Francisco DaCosta stated that there is a lack of truth and corruption in the SIP 
Program. 

Robert Davis, Vice President, Northern California Area, Parsons Corporation, 
expressed support for the SIP and for the opportunity to be a part of it. He indicated 
Parsons understands mutual long-term interest and benefit of the program. He 
indicated he previously served as an intern in a similar program and he expressed 
gratitude to the SFPUC for their leadership. 

Nicholas Mueller, Director San Joaquin County Office of Education, indicated he 
oversees the Tuolumne County pre-apprenticeship construction training program 
and that it is their fifth year in the partnership. He noted their first cohort was all 
female and since then they have blended each cohort with people from Tuolumne 
County and provides them exposure to the trades. 

Enin (inaudible), Coordinator, Avalon Associates Community Benefits Program, 
stated Avalon Associates is a woman-owned business that invests in women and 
minorities looking to work in STEM. She expressed appreciation for the ability to be 
a part of the SIP. 

Ofelia Bello, Executive Director, Youth United for Community Action, described her 
organization and shared the impact the SIP Program has on their organization and 
the youth and community they serve. She discussed their Human Rights to Water 
Campaign. 

Maurice (inaudible), crane operation apprentice Local 3 Operating Engineers, 
shared how the SIP Program supports construction workers. He discussed the 
importance of childcare and addressed his personal situation with the lack of access 
to childcare. He requested that there be adequate funding for childcare services so 
men and women can return to work and support families. 

Andrea Baker, CEO, En2action, shared how the SIP Program allows her vendors 
access to a commercial kitchen, website development, and social media access that 
enables them to build brand awareness, packaging and delivery of orders, and the 
ability for growth. She provided examples of her successes. 

Dante (inaudible) Bayview Bistro vendor, discussed how the SIP Program allowed 
gave him the willpower and support to grow his business and be a successful 
entrepreneur. 

Daniel Handle, Project Director, Nextera Energy Resources, shared how Nextera 
company participates in the SIP Program. He provided highlights of their community 
work. 


e Lindesay Lopez-Waver, Program Director, Young Community Developers, 
discussed the success of the Cityworks Internship Program and positive partnership 
with the SIP Program. 

e Maritza Salinas, Program Director, San Francisco Education Fund, shared how the 
S/P Program assisted with funding the Maisin Scholarship and described how the 
scholarship has benefited receipts. 

e Alissa Gomez, AECOM Biologist, indicated that she was previously an intern with 
the Alameda County Resource Conservation District, which was provide through the 
support of the SIP Partnership Program. She discussed her career progression and 
noted she works with her employer's internship program to continue to support 
youth. 

e Ali Altaha discussed his experience in the industry. He expressed difficulty with 
understanding the term “in-kind contribution”. He questioned if participation in the 
SIP is truly optional. He discussed Ivy Fine’s comments regarding CMD and the LBE 
selection process. 

e Lupa Avalos-Lopez, Children’s Council of San Francisco, expresses support for the 
S/P Program and discussed how the program supports their work and the families 
they serve. 

e Quanisha Johnson, owner, Yes Pudding, discussed how the SIP Program has 
supported her business via the Bayview Bistro and the Bistro Box. She discussed 
how the mentorship provided has provided her with the support and tools to 
succeed. 

e James Bryant, CEO, JBR Partners, discussed JBR’s partnership with the Pankow 
Builders and with the SIP Partnership Program. He discussed their work in the 
Bayview community and their efforts to meet community needs, provide workforce 
and economic training to small community businesses, support students, and other 
supportive efforts. 

e Jennifer Craig, Senior Marketing Manager & Community Benefits Coordinator, 
McMillan Jacobs, discussed the opportunity to partner with the SIP Program to plan 
and coordinate activities and engage students around STEM concepts and activities. 


9. New Commission Business 
None. 


The Commission Secretary announced that item 10c was removed from the 
Consent Calendar so staff could present propose revisions to the resolution. 


10. Consent Calendar 


a) Approve Amendment No. 1 to Agreement No. PRO.0053.B, Specialized Technical 
Infrastructure Contractor Capacity Development, with Merriwether & Williams 
Insurance Services, Inc. to provide assistance to the SFPUC’s Contractors 
Assistance Center to create economic development programming to support 
small, local businesses on SFPUC projects; and authorize the General Manager 
to execute this amendment, extending the agreement duration by two years, fora 


total agreement duration of five years, with no change to the agreement amount. 
(Resolution 20-0221) 
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b) Approve the selection of Archer Energy Solutions, LLC (Archer); award 


Agreement No. PRO.0070, Hetch Hetchy Water and Power (HHWP) North 
American Electric Reliability Corporation (NERC) Compliance and Audit Support, 
to provide NERC Reliability Standards compliance- related services to HHWP; 
and authorize the General Manager to negotiate and execute a professional 
services agreement with Archer in an amount not-to-exceed $8,000,000, and with 
a duration of five years. (Resolution 20-0222) 


c) Approve Amendment No. 2 to Agreement No. PRO.0122C, As-Needed Technical 
Support for Small, Local Construction Contractors at the SEPUC Contractors 
Assistance Center with KML Associates, to provide technical assistance to small, 
local businesses to develop the skills necessary to effectively compete for SFPUC 
construction contracting opportunities: and authorize the General Manager to 

execute Amendment No. 2, increasing the agreement amount by $25,000 and 
extending the agreement duration by one year, for a total not-to-exceed amount of 
$75,000 and a total duration of three years. (Resolution 20-0227) 


d) Accept work performed by M. Hernandez Construction, Inc. (dba Hernandez 
Engineering) for Contract No. WD-2760, 12-Inch and 8-Inch Ductile Iron Water 
Main Replacement, Sewer Replacement and Pavement Renovation on Waller 
Street and Various Side Streets: approve Modification No. 4 (Final), increasing the 
contract amount by $16,907 for a total contract amount of $4,718,076, and a total 


contract duration of 1,116 consecutive calendar days; and authorize final payment 
to the contractor. (Resolution 20-0223) 


e) Accept work performed by S.J. Amoroso Construction, Inc., for Contract No. WD- 
2794A, Sunol Long Term Improvements — Sunol Yard; approve Modification No. 
18 (Final), decreasing the contract amount by $11 for a total contract amount of 
$36,512,199, and increasing the contract duration by 349 consecutive calendar 
days, for a total contract duration of 1,327 consecutive calendar days; and 
authorize final payment to the contractor. (Resolution 20-0224) 


f) Approve an increase of 220 calendar days to the existing contract duration 
contingency for Contract No. WD-2854A, 525 Golden Gate Avenue Roof Access 
and Fall Protection with Buhler Commercial; and authorize the General Manager 
to approve future contract modifications for a total contract duration of up to 385 


consecutive calendar days, with no change to the contract amount. (Resolution 
20-0225) 


g) Approve an increase of 90 calendar days to the contract duration contingency for 
Contract No. WW-686, As-Needed Spot Sewer Replacement No. 38, with J. 
Flores Construction Company, Inc; and authorize the General Manager to 
approve future modifications to the contract for a total contract duration of up to 


580 consecutive calendar days, with no change to contract amount. (Resolution 
20-0226) 


On Motion to approve the Consent Calendar, excluding item 10c: 
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Ayes: Maxwell, Moran, Paulson and Harrington 
No Public Comment on the Consent Calendar, excluding item 10c. 


Ivy Fine displayed a red-line resolution and discussed the proposed changes for 
item 10c. She stated due to staff realization there were inconsistencies with the 
naming convention, approval for Contract PRO.0122A with Buie Porter Munson & 
Stiller, LLC was removed from the resolution. She confirmed that the action 
requested was only for approval of Agreement PRO.0122C with KLM Associates. 


On Motion to approve Consent Calendar item 10c as amended, for approval of 
Agreement PRO.0122C with KLM Associates only: 
Ayes: Maxwell, Moran, Paulson and Harrington 


No Public Comment on Consent Calendar item 10c. 


11. Authorize the General Manager to execute Amendment No. 2 to the Multi-Party Cost 
Share Agreement with Contra Costa Water District, Alameda County Flood Control 
and Water Conservation District, Zone 7, Alameda County Water District. East Bay 
Municipal Utility District, Grassland Water District, San Luis & Delta-Mendota Water 
Authority, and Santa Clara Valley Water District, for the planning of the potential 
expansion of Los Vaqueros Reservoir, extending the agreement duration by one_year, 
until December 31, 2021, for a total duration of 32 months, and increasing the 
SFPUC’s financial contribution by an amount not-to- exceed $1,013,661, for a total 
not-to-exceed SFPUC contribution of $1,467,790 under the Agreement, and a total 
overall Agreement amount of $6,081,967. (Resolution 20-0228) 


Steve Ritchie, AGM Water, introduced the item and requested approval. 
No public comment. 


On Motion to approve item 11 
Ayes: Maxwell, Moran, Paulson and Harrington 


12. Approve Amendment No. 2 to Agreement Nos. PRO.0004.A&B, As-Needed 
Wastewater Process Engineering Services, with Hazen and Sawyer (PRO.0004.A) 
and RMC-SRT, JV (PRO.0004.B), to provide continued process support for 
wastewater operations and projects; and authorize the General Manager to execute 
Amendment No. 2, extending each agreement's duration by three years, for a total 


agreement duration of eight years and eight months each, with no change to the 
agreements’ amounts. (Resolution 20-0229) 


Greg Norby, AGM Wastewater, introduced the item and requested approval. 
No public comment. 


On Motion to approve item 12 
Ayes: Maxwell, Moran, Paulson and Harrington 


13. Authorize the General Manager to execute an Agreement with the Midpeninsula 
Regional Open Space District to contribute funding to conduct a Highway 35 Multi-Use 
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Trail Crossing and Parking/Multimodal Access Study, for an amount not-to-exceed 


$114,000 and with a duration of three years. (Resolution 20-0230) 
Steve Ritchie, AGM Water, introduced the item and requested approval. 


No public comment. 


On Motion to approve item 13 
Ayes: Maxwell, Moran, Paulson and Harrington 


14. Approve the terms and conditions of and authorize the General Manager to execute 
Amendment No. 1 to the month-to-month Lease between the San Francisco Public 
Utilities Commission, and the San Francisco Sheriffs Department Five Keys Charter 
School, a California nonprofit public benefit corporation, temporarily suspending the 
terms of the Lease, including Five Keys’ obligation to pay rent, on a retroactive basis 
for up to 11 months from May 1, 2020 to March 31, 2021, to provide up to $31,888.4 
total in rent relief, and authorize the General Manager to grant further Lease 


suspensions through December 2021 if warranted due to COVID-19. (Resolution 20- 
0231) 


DGM Carlin introduced the item and requested approval. 


DGM Carlin responded to a question from Commissioner Paulson as to why the 
suspension of the terms of the lease is necessary. 


No public comment. 


On Motion to approve item 14 
Ayes: Maxwell, Moran, Paulson and Harrington 


15. Authorize the General Manager to execute a Memorandum of Understanding with the 
Port of San Francisco for the San Francisco Public Utilities Commission to procure 3.5 
megawatts of available capacity from the Port’s primary metered service in Building 
102 at Pier 70 located on 20" Street to provide temporary electric service during 
construction for the Seawall Lot 337 Associates, LLC (Mission Rock) and Mariposa 
Pump Station loads ata cost to the SFPUC not-to-exceed $4,630,000 and with a term 


of up to three years. (Resolution 20-0232) 
Barbara Hale, AGM Power, introduced the item and requested approval. 
No public comment. 


On Motion to approve item 15 
Ayes: Maxwell, Moran, Paulson and Harrington 


The Commission Secretary re-announced that Closed Session would not be heard. 
16. Public comment on matters to be addressed during Closed Session 


17. Motion on whether to assert the attorney-client privilege regarding the matters listed 
__ below as Conference with LegalCounsel 
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18. Conference with Legal Counsel — Pursuant to California Government Code, Section 
54956.9(a), and San Francisco Administrative Code, Section 67.10(d)(1) 
Conferring with, or receiving advice from, the City Attorney regarding the following 
existing litigation in which the City is a petitioner and Pacific Gas & Electric 
Company is an adverse party: In re: PG&E Corporation and Pacific Gas & Electric 
Company, United States Bankruptcy Court, Northern District of California, Case No. 
9-30088-DM, filed January 29, 2019; Federal Energy Regulatory Commission Case 
No. EL 19-38- 000, filed January 28, 2019; Federal Energy Regulatory Commission 
Case No. ER18- 1482-000, filed April 30, 2018; Federal Energy Regulatory 
Commission Case No. ER18-1102-000, filed March 15, 2018; Federal Energy 
Regulatory Commission Case No. ER18-790-000, filed, February 2, 2018; Federal 
Energy Regulatory Commission Case No. ER18-768-000, filed January 31, 2018; 
Federal Energy Regulatory Commission Case No. ER18-198-000, filed October 31, 
2017; Federal Energy Regulatory Commission Case No. ER17-2406-000, filed 
August 31, 2017; Federal Energy Regulatory Commission Case No. ER17-2181- 
000, filed July 31, 2017; Federal Energy Regulatory Commission Case No. ER17- 
2204, filed July 31, 2017; Federal Energy Regulatory Commission Case No. ER1/- 
1509-000, filed May 1, 2017; Federal Energy Regulatory Commission Case No. 
ER17-910-000, filed January 31, 2017; Federal Energy Regulatory Commission 
Case No. EL 15-3-000, filed October 10, 2014; Federal Energy Regulatory 
Commission Case No. ER15-702-000, filed December 23, 2014; Federal Energy 
Regulatory Commission Case No. ER15-703- 000, filed December 23, 2014; 
Federal Energy Regulatory Commission Case No. ER15-704-000, filed December 
23, 2014; Federal Energy Regulatory Commission Case No. ER15-705-000, filed 
December 23, 2014; Federal Energy Regulatory Commission Case No. ER15-735- 
000, filed December 23, 2014: California Public Utilities Commission Case No. 1.15- 
08-019, filed February 25, 2015; California Public Utilities Commission Case No. 
R.18-10-007, filed October 25, 2018; California Public Utilities Commission Case 
No. R.19-01-006, filed January 10, 2019; and California Public Utilities Commission 
Case No. R.19-09-016, filed January 10, 2019 


19. Announcement following Closed Session 


20. Motion regarding whether to disclose the discussions during Closed Session pursuant 
to San Francisco Administrative Code Section 67.12(a) 


21. Adjournment 
President Maxwell adjourned the meeting at 5:17 PM 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


RESOLUTION NO. 20-0221 


WHEREAS, On November 15, 2017, pursuant to the authority delegated to the General 
Manager by Resolution No. 09-0017, the General Manager of the San Francisco Public Utilities 
Commission (SFPUC) awarded Agreement No. PRO.0053.B, Specialized Technical 
Infrastructure Contractor Capacity Development, and executed a professional services 
agreement, in an amount not-to-exceed $300,000, and with a duration of three years, with 
Merriwether & Williams Insurance Services, Inc. (MWIS); and 


WHEREAS, Amendment No. 1 is being requested to extend the agreement by two years, 
to allow MWIS to continue to provide economic development strategy programming support to 
the SFPUC’s Contractors Assistance Center and small, local businesses competing for and 
working on SFPUC projects, for a total agreement duration of five years, with no change to the 
agreement amount; and 


WHEREAS, The Contract Monitoring Division (CMD) established a Local Business 
Enterprise subconsultant participation requirement of 20% for this agreement, and MWIS 
committed a LBE subconsultant participation of 20% with their proposal, and this remains 
unchanged; and 


WHEREAS, Funds for this agreement are available from Infrastructure Division 
Operating funds; now, therefore, be it 


RESOLVED, That this Commission hereby approves Amendment No. | to Infrastructure 
Division operations-funded Agreement No. PRO.0053.B, Specialized Technical Infrastructure 
Contractor Capacity Development, with MWIS, to continue to provide economic development 
strategy programming support to the SFPUC Contractors Assistance Center; and be it 


FURTHER RESOLVED, That this Commission authorizes the General Manager to 
execute Amendment No. 1, extending the agreement duration by two years, for a total 
agreement duration of five years, with no change to the agreement amount. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of November 10, 2020. 


flonan Mood 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0222 


WHEREAS, Hetch Hetchy Water and Power (HHWP), a Division of the San Francisco 
Public Utility Commission (SFPUC), is an owner, operator, and user of the Bulk Electric System 


and as such is subject to compliance with the North American Electric Reliability Corporation 
(NERC) Reliability Standards; and 


WHEREAS, It is necessary to procure the services of qualified consultants to provide 
support to HHWP to maintain compliance with NERC Reliability Standards; and 


WHEREAS, The estimated cost of services is not to exceed $8,000,000; and 


WHEREAS, The SFPUC advertised a Request for Proposals (RFP) for consultant 
assistance with HHWP’s NERC Regulatory Compliance Program on April 1, 2020; and 


WHEREAS, Services are anticipated to begin in January 2021 and end in January 2026, 
for a not-to-exceed duration of 5 years; and 


WHEREAS, SFPUC staff and Contract Monitoring Division (CMD) staff, upon review 
of the proposals scores, determined that Archer Energy Solutions, LLC is the top ranked 
respondent to the RFP based on the established scoring criteria; and 


WHEREAS, CMD waived the Local Business Enterprise participation requirement for 
this agreement; and 


WHEREAS, Failure to reach successful agreement on contract terms and conditions 
within 30 days of the date of the Commission award may result in award of the contract to the 
next highest ranked proposer, or re-advertising and re-selecting consultants at the discretion of 
the City; and 


WHEREAS, The firm being awarded a contract by the SFPUC must be in compliance 
with the Equal Benefits Provisions of Chapter 12B of the City’s Administrative Code either at 
the time of the award, or within 2 weeks of the date of the Commission award; failure of the 
bidder to obtain compliance certification from CMD may, in the General Manager’s sole 
discretion, result in award of the agreement to the next highest ranked proposer, or re-advertising 
and re-selecting consultants at the discretion of the City; and 


WHEREAS, Funds for this agreement will be available at the time of award of the 
agreement from current and future appropriations to Hetch Hetchy Water and Power 
Programmatic; now, therefore, be it 


RESOLVED, That this Commission hereby approves the selection of Archer Energy 
Solutions, LLC, awards Agreement No. PRO.0070, HHWP NERC Compliance and Audit 
Support, to Archer Energy Solutions, LLC to provide NERC Reliability Standards compliance 
related services, and authorizes the General Manager to negotiate and execute a professional 
services agreement, for an amount not to exceed $8,000,000, and with a duration of five (5) 
years, or, in the event negotiations are not successful or City requirements are not satisfied, to 
negotiate and execute a professional services agreement with the next highest ranked proposer. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities Commission at 


its meeting of November 10, 2020. 





Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0223 


WHEREAS, Contractor M. Hernandez Construction, Inc. (dba Hernandez Engineering) 
has completed its work for Water Enterprise Local Conveyance/Distribution System Program- 
funded Contract No. WD-2760, 12-Inch and 8-Inch Ductile Iron Water Main Replacement, Sewer 
Replacement and Pavement Renovation on Waller Street and Various Side Streets; and 


WHEREAS, On June 28, 2016, by Resolution No. 16-0125, this Commission awarded 
Contract No. WD-2760, 12-Inch and 8-Inch Ductile Iron Water Main Replacement, Sewer 
Replacement and Pavement Renovation on Waller Street and Various Side Streets, in the amount 
of $4,822,740, to the responsible bidder, submitting the lowest responsive bid, M. Hernandez 
Construction, Inc. (dba Hernandez Engineering); and 


WHEREAS, The construction contract Notice To Proceed date was set for September 26, 
2016, with an original contract duration of 345 consecutive calendar days, and the contractor 
completed the work in 1,116 consecutive calendar days on October 17, 2019; and 


WHEREAS, Section 6.22(h) of the Administrative Code requires that any cumulative 
increase in contract amount or duration in excess of 10% of the original contract amount or 
duration be approved by the Commission; and 


WHEREAS, Modification No. | increased the contract duration by 30 consecutive calendar 
days to allow the contractor to continue providing support for water service change-overs and main 
connections by SFPUC crews while the contractor also worked extended hours to complete Sewer 
Installation, for a total contract duration of 375 consecutive calendar days, with no change to the 
contract amount; and 


WHEREAS, On September 12, 2017, per Resolution No. 17-0189, this Commission 
authorized an increase of 130 consecutive calendar days to the contract duration contingency for 
a total contract duration of up to 505 consecutive calendar days; and 


WHEREAS, Modification No. 2 was issued per Resolution No. 17-0189, increasing the 
contract duration by 130 consecutive calendar days, to account for delays associated with permits, 
work sequencing, weather, and labor shortages, for a total contract duration of 505 consecutive 
calendar days, with no change to the contract amount; and 


WHEREAS, On January 28, 2020, per Resolution No. 20-0015, this Commission 
authorized an increase of 611 consecutive calendar days to the contract duration contingency for 
a total contract duration of up to 1,116 consecutive calendar days; and 


WHEREAS, Modification No. 3 was issued per Resolution No. 20-0015, increasing the 
contract duration by 611 consecutive calendar days for additional time to perform corrective 
sidewalk work, perform disputed curb ramp work, and to resolve administrative closeout tasks, 
and decreasing the contract amount by $121,571 to account for repair of failed sewer main, 
additional work to support City crews, and to delete unused bid item quantities, for a total contract 
amount of $4,701,169, and a total contract duration of 1,116 consecutive calendar days; and 


WHEREAS, Modification No. 4 (Final) is being requested to increase the contract amount 
by $16,907, to account for additional permit costs, for a total contract amount of $4,718,076and 
no change in contract duration; and 


WHEREAS, The Contract Monitoring Division has determined that the contractor 
complied with the established Local Business Enterprise (LBE) subcontracting goal of 20% for 
this contract by achieving a final LBE participation of 24.64%; and 


WHEREAS, Funds are available from Project No. CUW280PR65 (10015183), WD-2760, 
12-Inch and 8-Inch Ductile Iron Water Main Replacement, Sewer Replacement and Pavement 
Renovation on Waller Street and Various Side Streets.; now, therefore, be it 


RESOLVED, That this Commission hereby accepts work performed by M. Hernandez 
Construction, Inc. (dba Hernandez Engineering) for Water Enterprise Local 
Conveyance/Distribution System Program-funded Contract No. WD-2760, 12-Inch and 8-Inch 
Ductile Iron Water Main Replacement, Sewer Replacement and Pavement Renovation on Waller 
Street and Various Side Streets, approves Modification No. 4 (Final) increasing the contract by 
$16,907 for a total contract amount of $4,718,076, and with a total contract duration of 1,116 
consecutive calendar days, and authorizes final payment to the contractor. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of November 10, 2020. 


flonan Meck 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0224 


WHEREAS, Construction has been completed for Contract No. WD-2794A Sunol Long 
Term Improvements — Sunol Yard, by the contractor, S.J. Amoroso Construction, Inc.; and 


WHEREAS, On November 8, 2016, per Resolution No. 16-0234, this Commission 
awarded Contract No. WD-2794A Sunol Long Term Improvements — Sunol Yard, in the amount 
of $31,777,000, to the lowest, qualified responsible and responsive bidder, S.J Amoroso 
Construction, Inc.; and 


WHEREAS, The construction contract Notice To Proceed date was set for January 17, 
2017, with an original schedule of 668 consecutive calendar days and the contract work was 
completed in 1,327 consecutive calendar days on September 4, 2020; and 


WHEREAS, Modifications Nos. 1-7 increased the contract amount by $2,996,788 
(within the 10% cost contingency), and increased the duration by 66 consecutive calendar days 
(within the 10% duration contingency) to provide the following: additional asbestos testing, 
various Owner requested changes to the contract and contract credits, modifications to utilities and 
building/shop systems, addressing differing site conditions related to unsuitable subgrade material, 
and modifying construction activities and methods related to a large number of unanticipated Native 
American burials and historic features discovered within the Sunol Yard, for a total revised contract 
amount of $34,773,788, and contract duration of 734 consecutive calendar days; and 


WHEREAS, On November 13, 2018, per Resolution No. 18-0183, this Commission 
approved an increase of 102 consecutive calendar days to the construction duration contingency f 
or a total contract duration of up to 836 consecutive calendar days, with no change to the contract 
cost contingency; and 


WHEREAS, On April 9, 2019, per Resolution No. 19-0068, this Commission approved 
an increase of $1,500,000 to the construction cost contingency and an increase of 120 
consecutive calendar days to the contract duration contingency, , for a total contract amount of 
up to $36,454,700 and a total contract duration of up to 956 consecutive calendar days; and 


WHEREAS, Modifications Nos. 8-12 were issued per Resolution No. 18-0183 and 
Resolution No. 19-0068, and increased the contract amount by $1,534,969 and increased the 
contract duration by 152 consecutive calendar days, to provide the following: various owner 
requested changes ‘to the contract, addressing differing site conditions, adding site wide 
landscape work, and time extensions related to unforeseen differing site conditions, for a total 
revised contract amount of $36,308,757, and a total revised contract duration of 886 consecutive 
calendar days; and 


WHEREAS, On August 13, 2019, per Resolution No. 19-0154, this Commission 
approved an increase of $600,000 to the construction cost contingency and an increase of 30 
calendar days to the contract duration contingency, for a total contract amount of up to 
$37,054,700 and a total contract duration of up to 986 consecutive calendar days; and 


WHEREAS, Modifications Nos. 13-17 were issued per Resolution No. 19-0154, 
increasing the contract amount by $203,453 and increasing the contract duration by 92 
consecutive calendar days, to provide the following: addressing modifications to the HVAC 
system and man gates, additional testing, extended rental of the construction and temporary 
trailers for Operations staff, time extensions related to differing site conditions, adjusting bid 
items and allowances, and additional owner-requested work, for a total revised contract amount 
of $36,512,210, and a total revised contract duration of 978 consecutive calendar days; and 


WHEREAS, On April 14, 2020, per Resolution No. 20-0064, this Commission approved 
an increase of 215 consecutive calendar days to the existing duration contingency, with no 
change to the cost contingency, for a total contract duration of up to 1,201 consecutive calendar 
days; and 


WHEREAS, Modification No. 18 (Final) is being requested to decrease the contract 
amount by $11 and increase the contract duration by a total of 349 consecutive calendar days to 
reflect final contract value and payment applications, complete closeout deliverable and address 
stoppages of construction work due to COVID-19 Shelter in Place Order, for a final contract 
amount of $36,512,199 and a final contract duration of 1,327 consecutive calendar days; and 


WHEREAS, The Contract Monitoring Division (CMD) established a Local Business 
Enterprise (LBE) subcontracting requirement of 15% for this contract. The CMB determined 
that the contractor complied with the LBE subcontracting requirements with 16.29% LBE 
contract participation; and 


WHEREAS, Funds are available from Project No. CUW277.01 — Sunol Long Term 
Improvements; now, therefore, be it 


RESOLVED, That this Commission hereby accepts work performed for Water Enterprise 
10-Year Capital Improvement Program-funded Contract No. WD-2794A Sunol Long Term 
Improvements — Sunol Yard, approves Modification No. 18 (Final), decreasing the contract 
amount by $11, for a total contract amount of $36,512,199, and increasing the contract duration 
by 349 consecutive calendar days for a total contract duration of 1,327 consecutive calendar 
days, and authorizes final payment to the contractor, S.J. Amoroso Construction, Inc. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of November 10, 2020 


plornn Mood 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0225 


WHEREAS, On November 26, 2019, per Resolution No. 19-0219, this Commission 
approved the award of 525 Golden Gate Operations and Maintenance-funded Contract No. WD- 
2854A, 525 Golden Gate Avenue Roof Access and Fall Protection to Buhler Commercial; and 


WHEREAS, The construction contract Notice-to-Proceed date was March 10, 2020; and 


WHEREAS, The original contract amount was $561,079 and the original contract 
duration was 150 consecutive calendar days; and 


WHEREAS, Section 6.22(h) of the San Francisco Administrative Code requires 
Commission approval for any cumulative increase in contract amount or duration in excess of 
10% of the original contract amount or duration; and 


WHEREAS, An increase of 220 calendar days to the contract duration contingency is 
requested for delays associated with the COVID-19 Shelter-in-Place Orders, for a total contract 
duration of up to 385 consecutive calendar days; and 


WHEREAS, A Contract Monitoring Division established a Local Business Enterprise 
(LBE) subcontracting participation of 0% for this contract, and the contractor committed to a 
LBE participation of 13.15% with its bid submittal; and 


WHEREAS, Funds are available from 525 Golden Gate Avenue Operations and 
Maintenance, Project No. 10025208; and 


RESOLVED, That this Commission hereby approves an increase of 220 calendar days to 
the existing contract duration contingency for 525 Golden Gate Operations and Maintenance- 
funded Contract No. WD-2854A, 525 Golden Gate Avenue Roof Access and Fall Protection, for 
a total contract duration contingency of 235 consecutive calendar days; and be it 


FURTHER RESOLVED, That this Commission hereby authorizes the General Manager, 
or his or her designee, to consider, and, if appropriate, to approve any future modifications to the 
contract for a total contract duration of up to 385 consecutive calendar days, with no change to 
the contract amount. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of November 10, 2020. 


flor mr Mtod 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0226 


WHEREAS, On April 23, 2019, per Resolution No. 19-0080, this Commission approved 
the award of Wastewater Enterprise, Renewal and Replacement Program-funded Contract No. 
WW-686, As-Needed Spot Sewer Replacement No. 38 to J. Flores Construction Company, Inc, 
and 


WHEREAS, The construction contract Notice-to-Proceed date was June 10, 2019; and 


WHEREAS, The original contract amount was for $9,205,823 and the original contract 
duration was 400 consecutive calendar days; and 


WHEREAS, Section 6.22(h) of the San Francisco Administrative Code requires 
Commission approval for any cumulative increase in contract amount or duration in excess of 10% 
of the original contract amount or duration; and 


WHEREAS, On May 26, 2020, per Resolution No. 20-0096, this Commission approved 
an increase of $3,682,329 to the contract cost contingency for a total contract amount limit of up 
to $13,808,734, and an increase of 50 consecutive calendar days to the contract duration 
contingency for a total duration limit of up to 490 consecutive calendar days; and 


WHEREAS, An increase of 90 calendar days to the contract duration contingency is being 
requested to allow contractor to continue to perform as-needed replacement of localized sections 
of existing sewer lines, if needed, until January 2021, which is when the San Francisco Public 
Utilities Commission anticipates being able to issue the Notice to Proceed for Contract No. WW- 
693, As-Needed Spot Sewer Replacement No. 40 because approval of the City budget for FY 20- 
21 was delayed until October 2020; and 


WHEREAS, Contract Monitoring Division established a Local Business Enterprise (LBE) 
subcontracting participation of 8% for this contract, and the contractor committed to a LBE 
participation of 8.30% with its bid submittal; and 


WHEREAS, Funds are available from Project No. 10034352, As-Needed Spot Sewer 
Replacement No. 38; and 


RESOLVED, That this Commission hereby approves an increase of 90 calendar days to 
the existing contract duration contingency for Wastewater Enterprise, Renewal and Replacement 
Program- funded Contract No. WW-686, As-Needed Spot Sewer Replacement No. 38, for a total 
contract duration contingency amount of up to 180 consecutive calendar days; and be it 


FURTHER RESOLVED, That this Commission hereby authorizes the General Manager, 
or his or her designee, to consider, and, if appropriate, to approve any future modifications to the 
contract duration for a total contract duration of up to 580 consecutive calendar days, with no 
change to the contract amount. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of November 10, 2020 


pllonna Mood 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0227 


WHEREAS, On October 17, 2018, pursuant to the authority delegated to the General 
Manager by Resolution No. 09-0017, the General Manager of the San Francisco Public Utilities 
Commission (SFPUC) awarded Agreement No. PRO.0122C, As-Needed Technical Support for 
Small, Local Construction Contractors at the Contractors Assistance Center to KML Associates 
(KML), and executed a professional services agreement with KLM with an amount not-to- 
exceed $50,000, and with a duration of two years; and 


WHEREAS, On December 18, 2018, the General Manager executed Amendment No. 1 
to Agreement No. PRO.0122C, As-Needed Technical Support for Small, Local Construction 
Contractors at the Contractors Assistance Center, removing the requirement to withhold retention 
from progress payments with no change to the agreement amount or duration; and 


WHEREAS, Amendment No. 2 is being requested to increase the amount of the 
agreement by $25,000 and extend the agreement duration by one year, to continue providing 
technical support to small, local businesses on behalf of the Contractors Assistance Center, 
increasing the agreement’s total not-to-exceed amount to $75,000 and extending the agreement’s 
term to three years; and 


WHEREAS, Contract Monitoring Division (CMD) did not establish a subconsulting 
requirement for the agreement, and KML is a Micro-LBE and this remains unchanged; and 


WHEREAS, Funds for the agreement are available from Infrastructure Division 
Operating Funds; now, therefore, be it 


RESOLVED, That this Commission hereby approves Amendment No. 2 to Infrastructure 
Division Operations-funded Agreement No. PRO.0122C, As-Needed Technical Support for 
Small, Local Construction Contractors at the Contractors Assistance Center, with KML, to 
continue to provide technical support to small, local businesses; and be it 


FURTHER RESOLVED, That this Commission authorizes the General Manager to 
execute Amendment No. 2, increasing the agreement amount by $25,000 and extending the 
agreement duration by one year, for a total not-to-exceed agreement amount of $75,000 and a 
total agreement duration of three years. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting November 10, 2020. 


ora 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0228 


WHEREAS, The San Francisco Public Utilities Commission’s (SFPUC’s) mission is to 
provide its customers with high quality, efficient, and reliable water, power, and sewer services in 
a manner that is inclusive of environmental and community interests, and that sustains the 
resources entrusted to its care; and 


WHEREAS, Contra Costa Water District (CC WD) is planning the second phase of the Los 
Vaqueros Reservoir Expansion Project (Project), which would increase the reservoir’s storage 
capacity from 160,000 acre-feet of water to up to 275,000 acre-feet of water, and include the 
construction of a pipeline between CCWD’s Transfer Pump Station and the California Department 
of Water Resources’ South Bay Aqueduct at Bethany Reservoir (the Transfer-Bethany Pipeline), 
to serve customers of other water agencies in the region; and 


WHEREAS, The Project has the potential to provide additional water storage and dry year 
supply reliability for the SFPUC’s retail and wholesale water customers; and 


WHEREAS, On December 13, 2016, by Resolution No. 16-0258, this Commission 
approved the SFPUC’s participation in planning for the Project through a cost share agreement 
with CCWD and the Bay Area Water Supply & Conservation Agency (BAWSCA) to support 
CCWD’s efforts to secure additional funding from the California Water Commission for the 
Project, with an SFPUC contribution of $100,000; and 


WHEREAS, On March 26, 2019, by Resolution No. 19-0060, this Commission approved 
the SFPUC’s participation in the Multi-Party Cost Share Agreement with CCWD, Alameda 
County Flood Control and Water Conservation District, Zone 7, Alameda County Water District, 
BAWSCA, the City of Brentwood, East Bay Municipal Utility District, Grassland Water District, 
San Luis & Delta-Mendota Water Authority, and Santa Clara Valley Water District, (collectively, 
Parties”), for continued Project planning, which included a financial contribution by the SFPUC 
of up to $354,129, and included within its scope of planning activities completion of environmental 
review, a financial evaluation of the Project, development of a governance structure for agencies 
who decide to participate in the Project, consultations for Project permitting, and advancing the 
design of the Project; and 


WHEREAS, On June 22, 2020, by Resolution No. 20-0124, this Commission approved 
Amendment No. | to the Multi-Party Cost Share Agreement for continued Project planning, which 
extended the agreement duration by six (6) months, to December 31, 2020, with no additional 
financial contribution by the SFPUC or the other Parties; and 


WHEREAS, The South Bay Aqueduct (SBA), which is owned and operated by the 
California Department of Water Resources (DWR), 1s currently identified as the primary 
conveyance facility for potentially delivering supplies from the Project to the SFPUC’s service 
area; and 


WHEREAS, In August 2020, the results of an SBA Contractor-led modeling effort 
indicated the probability of availability in the SBA that can be potentially made available to the 
SFPUC through agreements with DWR and the SBA Contractors; and 


WHEREAS, The SFPUC is continuing to evaluate the feasibility of conveyance and water 
supply associated with the Project to inform the SFPUC’s future decision on whether or not to 
continue to participate in the development of the Project; and 


WHEREAS, Since execution of Amendment No. 1, BAWSCA and the City of Brentwood 
have withdrawn from participation in the Agreement and Project and are no longer Parties to the 
Agreement; and 


WHEREAS, The current Parties to the Agreement now propose to enter into Amendment 
No. 2 to extend the term of the Agreement by twelve (12) months, to December 31, 2021, and 
increase the total cost contribution of all Parties by a total of $6,081,967, with each Party 
contributing funds in equal shares not to exceed $1,013,661 each; and 


WHEREAS, Amendment No. 2 also expands the Agreement’s scope of work to include 
(1) permits, approvals, certifications, and agreements as required by the CWC to proceed to a final 
award hearing and secure a final funding award; (2) design of the Los Vaqueros dam to the 90% 
level and advancement of design work on other Project facilities; and draft service agreements; 
and 


WHEREAS, This Agreement does not constitute a project under California Environmental 
Quality Act Guidelines Section 15378 because there would be no physical change in the 
environment; now, therefore be it 


RESOLVED, That this Commission hereby authorizes the General Manager to execute 
Amendment No. 2 to the April 30, 2019 Multi-Party Cost Share Agreement with Contra Costa 
Water District, Zone 7 Water Agency, Alameda County Water District, East Bay Municipal Utility 
District, Grassland Water District, San Luis & Delta-Mendota Water Authority, and Santa Clara 
Valley Water District, for the planning of the potential expansion of Los Vaqueros Reservoir, 
extending the Agreement by an additional 12 months for a total duration of 32 months ending on 
December 31, 2021, and increasing the funding contribution by the SFPUC in an amount not-to- 
exceed $1,013,661, for a total not-to-exceed SFPUC contribution of $1,467,790 under the 
Agreement. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of November 10, 2020. 


flonan. Mod 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


RESOLUTION NO. 20-0229 


WHEREAS, Pursuant to Resolution No. 15-0016, this Commission authorized the 
General Manager of the San Francisco Public Utilities Commission (SFPUC) to execute two 
professional services agreements, Agreement No. PRO.0004.A with Hazen and Sawyer and 
Agreement No. PRO.0004.B with RMC-SRT, JV, for an amount of $2,000,000 each and each 
with a term of four years, in order to provide specialized wastewater process engineering and 
other technical expertise; and 


WHEREAS, On March 26, 2019, by Resolution No. 19-0056, this Commission approved 
Amendment No. | to Agreement Nos. PRO.0004.A and PRO.0004.B, increasing each agreement 
by $900,000 and with a time extension of one (1) year and eight (8) months, increasing the total 
not-to-exceed amount for each agreement to $2,900,000 and the total duration of each agreement 
to five (5) years and eight (8) months; and 


WHEREAS, Amendment No. 2 to Agreement Nos. PRO.0004.A and PRO.0004.B is 
being requested to extend the duration of each agreement by three years, for continued as-needed 
wastewater process engineering services, for a total agreement duration of eight (8) years and 
eight (8) months, with no change to the agreement amounts; and 


WHEREAS, Pursuant to Chapter 14B of the San Francisco Administrative Code, the 
Contract Monitoring Division (CMD) established a Local Business Enterprise (LBE) sub- 
consulting requirement of 6% for each agreement and ; Hazen and Sawyer (PRO.0004.A) 
committed to LBE subconsultant participation of 8.1% with its proposal; and RMC-SRT, JV 
(PRO.0004.B) committed to LBE subconsultant participation of 6.0%, and these commitment 
remain unchanged; and 


WHEREAS, Funds for Agreement Nos. PRO.0004.A and PRO.0004.B are available from 
Wastewater Enterprise Operating and project specific funds; now, therefore, be it 


RESOLVED, That this Commission hereby approves Amendment No. 2 to Agreement 
Nos. PRO.0004.A&B, As-Needed Wastewater Process Engineering Services, with Hazen and 
Sawyer (PRO.0004.A) and RMC-SRT, JV (PRO.0004.B), for continued as-needed wastewater 
process engineering services; and be it 


FURTHER RESOLVED, That this Commission hereby authorizes the General Manager 
of the SFPUC to execute Amendment No. 2 to Agreement Nos. PRO.0004.A and PRO.0004.B, 
extending each agreement’s duration by three years, for a total agreement duration of eight years 
and eight months per agreement, with no change to the agreements’ amounts. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of November 10, 2020. 


Wonar Med 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


RESOLUTION NO. 20-0230 


WHEREAS, The San Francisco Public Utilities Commission (SFPUC) manages the 
Peninsula Watershed, which includes facilities that are part of the SFPUC Regional Water 
System that delivers water to approximately 2.7 million customers in the Bay Area; and 


WHEREAS, The Midpeninsula Regional Open Space District (District) is a special 
District in the San Francisco Bay Area that manages 26 open space preserves, including the 
Purisima Creek Redwoods Open Space Preserve, which is adjacent to the SFPUC’s Peninsula 
Watershed lands; and 


WHEREAS, The SFPUC operates the “Fifield-Cahill Ridge Trail” which extends from 
Golden Gate National Recreation Area’s “Sweeny Ridge Trail” south through the Peninsula 
Watershed to Cemetery Gate north of the Skylawn Cemetery property; and 


WHEREAS; The 'SEPUC is ‘in! the.planning phase of the “Southern Skyline Boulevard 
Ridge Trail Extension” (SSBRTE Trail) from the southern intersection of Highways 92 and 35 
extending south across SFPUC watershed lands to the Golden Gate National Recreation Area’s 
Phelger Estate; and 


WHEREAS, If, following completion of environmental review, this Commission decides 
to proceed with the SSBRTE Trail project, the trail would be roughly parallel to Highway 35, 
and it is envisioned in the future that the trail could connect across Highway 35 to the North 
Ridge Parking Lot at the Purisima Creek Redwoods Open Space Preserve; and 


WHEREAS, The SFPUC, the District, the Peninsula Open Space Trust, and the Bay Area Ridge 
Trail Council desire to collaborate to jointly fund a feasibility study for a Highway 35 multi-use 
trail crossing, spur trail, and parking access for a total cost of $224,468, with the costs of the 
study to be shared among the parties as follows: (1) SFPUC - $114,000, (2) District - $35,468 in- 
kind services, (3) Peninsula Open Space Trust - $60,000 through a separate agreement with the 
District, and (4) Bay Area Ridge Trail Council - $15,000 through a separate agreement with the 
District; and 


WHEREAS, The SFPUC and the District to propose to enter into the Agreement 
Between The San Francisco Public Utilities Commission And The Midpeninsula Regional Open 
Space District For The Highway 35 Multi-Use Trail Crossing And Parking/Multimodal Access 
Study (“Agreement”), a copy of which is on file with the Commission Secretary; and 


WHEREAS, SFPUC’s contribution to the feasibility study under the Agreement is not to 
exceed $114,000; and 


WHEREAS, Services are anticipated to begin on December 31, 2020 and the total 
duration of this Agreement is three years; and 


WHEREAS, entering into the Agreement does not constitute a project under California 
Environmental Quality Act Guidelines Section 15378 because there would be no physical change 
in the environment; and 


WHEREAS, Funds for this agreement will be available at the time of execution from the 
Watershed Protection Project 10014854; now, therefore, be it 


RESOLVED, That this Commission hereby authorizes the General Manager of the San 
Francisco Public Utilities Commission or his designee to execute the proposed Agreement with 
the Midpeninsula Regional Open Space District for a Highway 35 Multi-Use Trail Crossing, 
Spur Trail, and Parking/Multimodal Access Feasibility Study on file with the Commission 
Secretary, for an amount not to exceed $114,000 and with a total duration of three years. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of November 10, 2020 


Nona Mood 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0231 


WHEREAS, City and County of San Francisco, through its Public Utilities Commission 
(SFPUC), and the San Francisco Sheriff's Department Five Keys Charter School, a California 
nonprofit public benefit corporation (Five Keys), are parties to that certain Lease dated as of 
December 19, 2013 (Lease) approved by the SFPUC Commission pursuant to Resolution 
No. 13-0176 dated December 10, 2013; and 


WHEREAS, The Lease commenced on December 19, 2013 and expired on December 18, 
2018 and continues with the consent of both parties on a month-to-month basis; and 


WHEREAS, Pursuant to the existing month-to-month Lease, Five Keys has the right to 
use approximately 2,894 rentable square feet of space on the second floor (Premises) of the 
SFPUC’s Southeast Community Facility located at 1800 Oakdale Avenue, San Francisco, 
California (Building); and 


WHEREAS, Five Keys provides a range of educational programs and services including 
high school diploma, career and technical education, digital literacy, ESL education, cognitive 
behavioral therapy, recovery programs, case management, correctional education consulting, and 
college access to TAY and adults in seven California counties; and 


WHEREAS, Because of the COVID-19 outbreak, City public health officials 
implemented a “shelter in place” order in March of 2020, ordering certain facilities and 
businesses to close, including Five Keys’ business in the Premises. Pursuant to this order, the 
Building was also closed to the public and Five Keys’ employees. The current monthly rent then 
due was $2,898.95;.and_. 


WHEREAS, To provide Five Keys with immediate temporary financial relief due to 
closure of the Building during the COVID-19 pandemic, the City, through the SFPUC, and Five 
Keys desire to enter into the proposed Amendment No. | to the Lease to retroactively suspend 
the terms of the Lease, including Tenant’s obligation to pay rent, for the eight-month period 
beginning on May 1, 2020 and ending on December 31, 2020 (Suspension Period); and 


WHEREAS, Under the terms of Amendment No. 1, Five Keys will have an option to 
extend the Suspension Period until March 31, 2021, for a potential total of 11 months of Lease 
suspension, and up to $31,888.45 total in rent relief; and 


WHEREAS, The SFPUC anticipates that the Building may reopen in April of 2021. 
During the Suspension Period, the parties will not have any obligations under the Lease, 
including Five Keys’ obligation to pay its monthly rent of $2,898.95. Five Keys may not use the 
Premises during the Suspension Period; and 


WHEREAS, Upon the expiration of the Suspension Period, Five Keys will be required to 
resume its Lease obligations, including payment of rent, or terminate its month-to-month tenancy 
at that time; now, therefore, be it 


RESOLVED, that this Commission hereby ratifies, approves, and authorizes all actions 
heretofore taken by any City official in connection with Amendment No. | to the Lease; and, be 
it 


FURTHER RESOLVED, That this Commission hereby approves the terms and 
conditions of Amendment No. | to the Lease and authorizes the SFPUC General Manager to 
execute Amendment No. 1 to the Lease; and, be it 


FURTHER RESOLVED, That this Commission hereby delegates authority to the 
General Manager to approve and execute, without further Commission approval, further 
amendments to the Lease to provide rent relief to Five Keys through no later than December 31, 
2021, provided that such rent relief may be provided only for any period during which Five Keys 
cannot conduct its regular business due to any City, SFPUC, State or Federal law, order, or 
policy pertaining to COVID-19; and, be it 


FURTHER RESOLVED, That this Commission hereby authorizes the SFPUC General 
Manager to enter into any amendments or modifications to the Lease, including without 
limitation, the exhibits, that the General Manager determines, in consultation with the City 
Attorney, are in the best interest of the City, do not materially increase the obligations or 
liabilities of the City or materially decrease the benefits to the City, are necessary or advisable to 
effectuate the purposes and intent of the to the Lease or this resolution; and are in compliance 
with all applicable laws, including the City Charter. 


T hereby certify that the foregoing resolution was adopted by the Public Utilities Commission at 


its meeting of November 10, 2020. 


Secretary, Public Utilities Commission 


WHEREAS, SFPUC expects to begin using this capacity on January 1, 2021; and 


WHEREAS, SFPUC expects to continue to use this capacity until permanent electric service is 
available through BCTD, with a total term for the MOU not to exceed three years; and 


WHEREAS, Funds for this MOU will be available at the time of execution from Project Nos. 
10034720 “Mission Rock”; and 


WHEREAS, The San Francisco Planning Department issued a categorical exemption 
determination on May 13, 2019. under California Environmental Quality Act Section 15303 under 
Planning Department Case Number 2018.016699ENV; and 


WHEREAS, On August 24, 2017, the San Francisco Planning Commission certified the final 
Environmental Impact Report (EIR) for the Pier 70 Mixed-Use District Project by Motion No. 19976, 
and adopted CEQA findings in Motion No. 19977; and 


WHEREAS, The project files, including the Final EIR and the Pier 70 CEQA Findings have 
been made available for review by the SFPUC and the public and those files are part of the record 
before this Commission; and 


WHEREAS, This Commission has reviewed and considered the information contained in the 
findings contained in Planning Commission Motions Nos. 19976 and 19977, and all written and oral 
information provided by the Planning Department, the public, relevant public agencies, SFPUC and 
other experts and the administrative files for the Project; now therefore, be it 


RESOLVED, This Commission has reviewed and considered the EIR and record as a whole, 
finds that the EIR is adequate for its use as the decision—making body for the action taken herein and 
hereby adopts the CEQA Findings, including the Statement of Overriding Considerations and adopts 
the Mitigation Monitoring and Reporting and incorporates the CEQA findings contained in Planning 
Commission Motion Nos. 19976 and 19977 by this reference thereto as though set forth in this 
Resolution; and be it 


FURTHER RESOLVED, This Commission further finds that since the EIR was finalized, there 
have been no substantial project changes and no substantial changes in project circumstances that would 
require major revisions to the EIR due to the involvement of new significant environmental effects or an 
increase in the severity of previously identified significant impacts, and there is no new information of 
substantial importance that would change the conclusions set forth in the EIR; and be it 


FURTHER RESOLVED, That this Commission hereby authorizes the General Manager of the 
San Francisco Public Utilities Commission to execute the Memorandum of Understanding between the 
Port of San Francisco and the San Francisco Public Utilities Commission, in substantially the form on 
file with the Commission Secretary, for SFPUC to provide temporary electric service to the Mission 
Rock Project and the Mariposa Pump Station from the Port’s primary metered service in Building 102 
located on 20" Street for an amount not-to-exceed $4,630,000, beginning in January 2021 and ending 
when permanent service from BCTD becomes available to both users with a total term of no more than 
three years; and be it 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. _ 20-0232 


WHEREAS, The Port of San Francisco (Port) and Seawall Lot 337 Associates, LLC (Mission 
Rock) negotiated the terms of Disposition and Development Agreement (DDA) for the development of 
an eight acre project located on Third Street between Terry Francois Boulevard and Mission Rock 
Street (Mission Rock Project); and 


WHEREAS, On February 13, 2018, the Board of Supervisors (Board) in Resolution No. 42-18 
adopted the Mission Rock General Plan Consistency Findings as its own; approved the DDA; adopted 
the Port Commission's Public Trust Findings as its own; approved the development plan described in 
the DDA; and authorized the Port's Executive Director, or her designee, to execute the DDA; and 


WHEREAS, On February 13, 2018, the Board in Resolution No. 36-18 affirmed the Planning 
Department’s Final Environmental Impact Report (EIR) for the Mission Rock Project under the 
California Environmental Quality Act; and 


WHEREAS, SFPUC Power Enterprise has completed a feasibility study consistent with Chapter 
99 of the San Francisco Administrative code and determined that it is feasible for SFPUC to provide 
electric power to the Mission Rock Project; and 


WHEREAS, SFPUC applied for electric service from Pacific Gas and Electric Company 
(PG&E) for service to the Mission Rock Project in April 2018, but PG&E has failed and refused to 
provide that service; and 


WHEREAS, SFPUC has determined there is a need for new electric service at the Mariposa 
Pump Station; and 


WHEREAS, The Port and SFPUC wish to enter into the Memorandum of Understanding 
(MOU) on file with the Commission Secretary for SFPUC to provide temporary electric service to the 
Mission Rock Project and Mariposa Pump Station using the Port’s primary metered service in Building 
102 located on 20" Street (“MOU”); and 


WHEREAS, The Port’s existing primary metered service in Building 102 serves the Pier 70 
Shipyard and has a reserve capacity of 6.5 megawatts (MW); and 


WHEREAS, The Port is not using all of that capacity at this time; and 


WHEREAS, Under the MOU, the Port will continue to have access to the 2.0 MW of capacity 
for the Pier 70 Shipyard and will reserve 3.5 MW for SFPUC to use to provide temporary electric 
service to the Mission Rock Project and Mariposa Pump Station loads; and 


WHEREAS, The Port and SFPUC agree that Brookfield Properties (the developer at Pier 70) 
will construct a series of underground substructures through the Shipyard and to a Bay Corridor 
Transmission and Distribution (BCTD) duct bank near the intersection of Terry Francois Boulevard 
and Mission Rock Street; and 


WHEREAS, The cost for SFPUC to obtain the available electric capacity from the Port is a 
minimum of $1,150,000 and shall not exceed $4,630,000, depending on the length of time SFPUC 
needs this capacity, with SFPUC providing an upfront payment of $1,150,000 for the first year of 
service, and if SFPUC elects to extend service thereafter, monthly payments of $145,000 per month for 
up to a maximum term of three years; and 


FURTHER RESOLVED, That this Commission authorizes the General Manager to approve 
necessary changes to the Memorandum of Understanding that do not materially alter the balance of 
benefits and burdens to SFPUC, and to direct SFPUC staff to take actions necessary to implement the 
Memorandum of Understanding. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities Commission 


at its meeting of November 10, 2020. 


Secretary, Public Utilities Commission 
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San Francisco 
SS Water Power Sewer 


Services of the San Francisco Public Utilities Commission 


SAN FRANCISCO PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


London N. Breed 
Mayor 


CANCELLATION NOTICE 


THE SAN FRANCISCO PUBLIC UTILITIES 
REGULAR MEETING OF 
Tuesday, November 24, 2020 


HAS BEEN CANCELLED 


Commissioners 
Sophie Maxwell, President 
Anson Moran, Vice President 
Tim Paulson 
Ed Harrington 


Harlan L. Kelly, Jr. 
General Manager 


Donna Hood 
Secretary 
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San Francisco 
Water 


Services of the San Francisco Public Utilities Commission 





SAN FRANCISCO PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


London N. Breed 
Mayor 


SPECIAL MEETING AGENDA 
Monday, November 30, 2020 
2:00 P.M. 


This meeting is being held by Teleconference Pursuant to the Governor's Executive Order N- 
29-20 and the Twelfth Supplement to Mayoral Proclamation Declaring the Existence of a Local 
Emergency Dated February 25, 2020 
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4 (415) 655-0001 / MEETING ID: 146 672 9536 ## 





During the Coronavirus Disease (COVID-19) emergency, the San Francisco Public Utilities 
Commission’s (SFPUC) regular meeting room, City Hall, Room 400, is closed. Commissioners 
and SFPUC staff will convene Commission meetings remotely by teleconference. 


Commissioners 
Sophie Maxwell, President 
Anson Moran, Vice President 
Tim Paulson 
Ed Harrington 


Harlan L. Kelly, Jr. 
General Manager 


Donna Hood 
Secretary 





Accessible Meeting Policy: To obtain meeting materials in alternative format, please contact the Commission Secretary at 
415-554-2165 or via email at Commission@sfwater.org. Providing at least 72 hours’ notice will help to ensure availability. 
Written reports or background materials for calendar items are available on-line at 
http://www.sfwater.org/index.aspx?page=167. 





Know Your Rights Under the Sunshine Ordinance: Government's duty is to serve the public, reaching its decision in full 
view of the public. Commissions, boards, councils and other agencies of the City and County exist to conduct the people's 
business. This ordinance assures that deliberations are conducted before the people and that City operations are open to 
the people's review. For more information on your rights under the Sunshine Ordinance or to report a violation of the 
ordinance, contact Administrator, by mail to Sunshine Ordinance Task Force, 1 Dr. Carlton B. Goodlett Place, Room 244, 
San Francisco, CA 94102.4689; by phone at 554.7724; by fax at 554.7854; or by email at sotf@sfgov.org. Copies of the 
Sunshine Ordinance can be obtained from the Clerk of the Sunshine Task Force, the San Francisco Public Library and on 
the City’s website at http:/Awww.sfgov.org. 
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Lobbyist Registration and Reporting Requirements: Individuals and entities that influence or attempt to influence local 
legislative or administrative action may be required by the San Francisco Lobbyist Ordinance [SF Campaign & Governmental 
Conduct Code §2.100] to register and report lobbying activity. For more information about the Lobbyist Ordinance, please 
contact the San Francisco Ethics Commission at 25 Van Ness Avenue, Suite 220, San Francisco, CA 94102; telephone (415) 
252-3100; fax (415) 252-3112; web site at www.sfgov.org/ethics. 








CEQA Appeal Rights under Chapter 31 of the San Francisco Administrative Code: If the Commission’s action on a 
project constitutes the Approval Action for that project (as defined in S.F. Administrative Code Chapter 31, as amended, Board 
of Supervisors Ordinance Number 161-13), then the CEQA determination prepared in support of that Approval Action is 
thereafter subject to appeal within the time frame specified in S.F. Administrative Code Section 31.16. Typically, an appeal 
must be filed within 30 calendar days of the Approval Action for a project that has received an exemption or negative 
declaration pursuant to CEQA. For information on filing an appeal under Chapter 31, contact the Clerk of the Board of 
Supervisors at City Hall, 1 Dr. Carlton B. Goodlett Place, Room 244, San Francisco, CA 94102, or call (415) 554-5184. If the 
Planning Department's Environmental Review Officer has deemed a project to be exempt from further environmental review, 
an exemption determination has been prepared and can be obtained on-line at http://www.sf- 
planning.org/index.aspx?page=3447.Under CEQA, in a later court challenge, a litigant may be limited to raising only those 
issues previously raised at a hearing on the project or in written correspondence delivered to the Board of Supervisors, 
Planning Commission, Planning Department or San Francisco Public Utilities Commission at, or prior to, such hearing, or as 
part of the appeal hearing process on the CEQA decision. 








ORDER OF BUSINESS 
Call to Order 
Roll Call 


Overview of the SFPUC’s Tuolumne River Water Rights and its Legal Obligations 
Under the Raker Act, the Agreements with Modesto Irrigation District and 
Turlock Irrigation District, and the Water Supply Agreement with the Wholesale 
Customers (discussion only) 


Legal Framework and Scientific Basis for the Water Quality Control Plan for the 
San Francisco Bay/Sacramento-San Joaquin Delta Estuary (Bay-Delta Plan) as 
amended December 2018 (discussion only) 

(a) Presentation by Doug Obegi, Natural Resources Defense Council; Jon Rosenfield, 
San Francisco Baykeeper; Jeanette Howard, The Nature Conservancy; Barry 
Nelson, Golden State Salmon Association 

(6) SFPUC Staff Comments: Michael Carlin, Steve Ritchie, Ellen Levin, Matt Moses, 
William Sears 


Adjournment 
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1. Call to Order 
President Maxwell called the meeting to order at 1:30 PM 


2. Roll Call 
Present: Maxwell, Moran, Paulson and Harrington 


3. Motion to accept Harlan Kelly’s resignation as the San Francisco Public Utilities 
Commission (SFPUC) Generali Manager effective close of business on November 30, 
2020 and waive the 45-day advance notice requirement under Section 7 of Mr. Kelly’s 
July 2017 Employment Agreement with the Commission 


On Motion to accept Harlan Kelly’s resignation as the SFPUC General Manager 
effective close of business on November 30, 2020 and waive the 45-day advance notice 
requirement under Section 7 of Mr. Kelly’s July 2017 Employment Agreement. 


Ayes: Maxwell, Moran, Paulson and Harrington 


Public Comment 

e David Pilpel expressed sadness with the situation and indicated he hopes things turn 
out well for Mr. Kelly. 

e Unknown caller stated that it can no longer be business as usual. She spoke to 
items not related to this item. 

e Francisco DaCosta discussed the need to maintain high standards and that the 
Commission must represent what is good. 


4. Approval of the Minutes of November 10, 2020 


On Motion to approve the Minutes of November 10, 2020: 
Ayes: Maxwell, Moran, Paulson and Harrington 


No public comment. 


5. General Public Comment 

e David Pilpel stated that a national search for a General Manager is not needed and 
that Acting General Manager Carlin would do a fine job. 

e Dave Warner, Palo Alto, asked that the new General Manager search include 
selection criteria that the candidate have demonstrated success between water 
agencies and environmental groups. He provided examples of situations where this 
did not happen under General Manager Kelly. 

e Eileen Boken discussed the Auxiliary Water Supply System (AWSS) and expressed 
displeasure that the AWSS uses potable water which should not be used for 
firefighting. 

e Peter Drekmeier, Tuolumne River Trust, indicated that at the end of the salmon 
season there have only been 841 salmon spawning compared to 130,000 in 1944. 
He addressed the New Don Pedro Reservoir flows and relicensing. 
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e Alita Dupree discussed the importance of CleanPowerSF which brings clean 
affordable electricity to San Francisco. She stated procurement of new renewable 
energy and storage need increase. She addressed battery storage. 

e Francisco DaCosta discussed the special meeting and asked the Commission to 
include the First People and not ignore the advocates. 

e John McMannis, President, Golden State Salmon Association, discussed the special 
meeting and indicated SFPUC staff had no retort to material provided that the 
Voluntary Agreement proposal relies on “junk science”. He indicated there is a 
chance for extension of salmon in the Tuolumne and that the SFPUC must break 
free from the Modesto and Tuolumne Irrigation Districts. 

e Ali Altaha discussed the challenges that the SFPUC faces asked how the SFPUC 
will lessen the effects of what has taken place and state what will be done. 

e Carol Steinfeld, Sierra Club, discussed the special meeting, issues related to water 
supply, and the lawsuit against the State’s Bay Delta Plan. She discussed 
BAWSCA’s comments regarding their challenges with reduced water use. She noted 
opportunities for better water management. 


6. Communications 
a) Advance Calendar 


b) Correspondence Log 

c) Alternative Water Supply Planning Quarterly Report 

d) Annual Water Resources Division Report 

e) Annual Water Supply Development Report 

f) Final FY 20-21 and FY 21-22 Budget Update 

g) CleanPowerSF Quarterly Report 

h) Water Supply Conditions Update 

i) Letter to Bay Area Water Supply and Conservation Agency Board 


Public Comment 

e Jed Holtzman, 350 Bay Area, spoke to item 6g and asked that it be moved from 
“Communications” and back into the “General Manager Report” for discussion. 

e David Pilpel spoke to item 6e and stated that future demand projections need to 
be revisited as the “post-virus” world becomes clear; and item 6f - asked when the 
SFPUC budget hearings will be set. 

e Alita Dupree spoke to item 6g and expressed appreciation that the item is on the 
agenda. She discussed the new and upcoming projects. 

e Peter Drekmeier spoke to item 6d and stated that Paula Kehoe does excellent 
work and that the Water Resources Annual Report is the most user friendly and 
comprehensive report produced by the SFPUC; and item 6c and expressed 
concern with the need for 98 MGD to meet demands. He discussed factors that 
may affect that number and addressed the water supply worksheet. 


7. Update on San Francisco Public Utilities Commission’s Racial Equity Plan (ORE) 
Required by the Office of Racial Equity 
Masood Ordikhani, Chief Equity and Innovation Officer, indicated that the Office of 
Racial Equity Plan Phase | submittal deadline is December 31, 2020. He discussed 
Planning and Engagement Process, which included each SFPUC enterprise and 
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bureau. He indicated that voices of those that are generally excluded be given the 
opportunity for input through a variety of means including town halls, workshops, lunch- 
and-learns, and agency-wide discussions. 


Justine Hinderlitner, SFPUC Chief People Officer, continued with a review of seven 
“pillars” in the ORE Plan: (1) Hiring and Recruitment, (strategic diversity recruitment 
programs, hiring diversity analysis, and interview toolkit update); (2) Mobility and 
Professional Development; (3) Retention and Promotion (transparent promotive 
pathways, professional “career lattice” development, and comprehensive internal 
communication on job opportunities); (4) Organizational Culture of Inclusion and 
Belonging (Racial Equity Resource Library); (5) Discipline and Separation (increased 
manager effectiveness and accountability, alternative dispute resolution process, and 
leadership development curriculum); (6) Diverse and Equitable Leadership. 


Mr. Ordikhani continued with a discussion of (7) Boards and Commissions (track and 
report demographic data and Racial Equity Training to augment existing required 
Implicit Bias Training). 


He indicated that each SFPUC enterprise and bureau will be reporting their ORE Plan 
to the Commission during 2021. 


Commissioner Paulson thanked the presenters for an informative presentation. 
President Maxwell thanked the presenters and noted the importance of the issue. 


Public Comment 

e Francisco DaCosta discussed his interest in racial equity. He noted the number of 
employees who have left the SFPUC in the recent years. 

e Ali Altaha indicated he was shocked to hear staff say that construction management 
staff learn through their job and said they are unexperienced. He stated qualified 
individuals are discriminated against. 

e Denise Louie stated that Civil Rights Act, Title 6, prohibits racial discrimination and 
that the program for racial equity is race-based and should be stopped and that 
people should be hired on a color-blind basis or be subject to lawsuit. 


Commissioner Harrington addressed the General Manager Report. He noted that the 
Commission ts responsible for oversight and policy direction. He commended staff for 
their work and the information they provide. He questioned the necessity of a 600 to 
700-page audit report with no indication of what needs to be done with it. He discussed 
options for providing summary documents instead. He stated for reports that need to be 
more in-depth they need to respond to these questions - What? So what? Now what? 
He discussed the quarterly reports and indicated they should provide a cover letter 
summary of what happened during the quarter and then pick several important projects 
and provide detailed updates and that information on the small projects is not needed. 


Commissioner Paulson concurred with Commissioner Harrington’s comments. 


Vice President (VP) Moran stated that Commissioner Harrington’s comments are usetul. 
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He stated that transparency is important and that the information needs to be accessible 
in some way to the public. 


Acting General Manager Carlin stated that he would work with staff on how the 
materials are reported and re-think the General Manger portion of the agenda. 


President Maxwell stated that the information is important but needs to be provided in a 
more concise way. 


8. Report of the General Manager 
a) Quarterly Audit and Performance Review Report 
i. FY 2020-21 Water Enterprise Inventory Count 
ii. FY 2019-20 Wastewater Enterprise Inventory Count 
iii. FY 2019-20 Hetch Hetchy Water and Power Inventory Count and 
Management Response 
iv. 2019 Green-e Verification Audit 
v. San Francisco Public Utilities Commission Proposition 1E Grant Audit 
vi. PG&E Interconnection Agreement Audit Termination Letter 
vii. Budget & Legislative Analyst Workforce Development Performance Audit 
Charles Perl, Deputy Chief Financial Officer (CFO) provided a progress update 
for audits and assessments year-to-date: 40 in-progress, 32 upcoming, 24 
completed and four cancelled. He reviewed audits completed and issued. He 
discussed the CleanPowerSF 2019 Green-e Verification Audit (purpose, 
outcome, customers and MWh provided). 


Deputy CFO Perl continued with an FY 220-21, Q2 current quarter outlook and 
reviewed performance and financial audits that are completing. He noted staff 
is working with the City Services Auditor (CSA) to update the audit plan. He 
reviewed the single open (CSA) audit and recommendation and indicated it 
has a target close date of December 31, 2020. 


Commissioner Moran thanked Deputy CFO Perl for the presentation and 
indicated the one open audit and recommendation is encouraging. 


Commissioner Moran provided comments regarding the FY 2019-20 Physical 
Inventory Count Audits (Water, Wastewater, Hetch Hetchy Water and Power). 


Barbara Hale, Assistant General Manager (AGM) Power, responded to a 
question from Commissioner Harrington regarding what happens with the 
PG&E Interconnection Agreement Audit Termination Letter. 


Public Comment 

e David Pilpel expressed appreciation for the discussion and stated he did not see 
staff presentation posted. He thanked Commissioner Harrington and Acting GM 
Carlin for their discussion regarding how to address the large audit and quarterly 
reports. 
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b) Quarterly Budget Status Report 
Laura Busch, Budget Director, began with a Q1 summary noting positive net results 


are projected for all enterprises; Water revenues are up from higher wholesale sales; 
Water debt refinancing provided debt service savings; minimal revenue variance in 
Wastewater, Power and CleanPowerSF (<1%); one-time benefit from close-out of 
capital/programmatic projects to replenish fund balance; and financial results 
projected to exceed or meet policy targets for coverage and reserves. 


She indicates that project closeout helped the budget rebalancing effort and one- 
time capital project reductions in Water, Wastewater and Hetch Hetchy Water and 
Power assisted with the budget rebalancing effort (£44.5M capital project cuts, 
mostly power and $2.6M programmatic project cuts). 


Director Busch reviewed 2021 Water, Wastewater, Power, and CleanPowerSF 
budgetary variances (sources and uses), and noted key financial ratios. 


Director Busch responded to a question from Commissioner Harrington regarding 
how the amount of money coming from closeouts, particularly in Hetchy, was 
determined. 


No public comment. 


c) Hetch Hetchy Capital Improvement Program (HCIP) Quarterly Report 


Katie Miller, Director Water Capital Programs, thanked Commissioner Harrington for 
his comments regarding staff reports. She noted they want the reports to be 
meaningful and indicated they attempt to provide summary highlights and data. She 
stated that the reports help staff be accountable and provide a sense of 
accomplishment. 


Director Miller began by noting that $527M has been expended to-date with $174M 
remaining and is 32% complete. She reviewed the HCIP cost summary and 
schedule summary, and discussed projects that are on-schedule, exceed schedule 
by two to six months, and those that exceed schedule more than six months. 


Director Miller provided highlights of the reporting period for following projects: (1) 
Holm Powerhouse Rehabilitation and Kirkwood Powerhouse Oil Containment; (2) 
Moccasin Powerhouse and GSU Rehabilitation; (3) O'Shaughnessy Dam Access 
and Drainage improvements; (4) Mountain Tunnel improvement; and (5) 2018 March 
Storm Event emergency repairs. She indicated the Moccasin Reservoir perimeter 
security fence project is on schedule for completion in the third quarter. 


Public Comment 
e Francisco DaCosta asked how much has been spent on Mountain Tunnel from 
the beginning of Jacob’s Engineering work through today. 


At the request of President Maxwell, Acting GM Carlin responded to Mr. DaCosta’s 
question regarding Mountain Tunnel project costs. 
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Director Robinson presented items 8d, 8e, and 8f together. 

d) Sewer System Improvement Program Quarterly Report 
Stephen Robinson, Wastewater Enterprise Capital Programs Director, indicated 
construction continues the Sunset Green Infrastructure, Oceanside Plant Digester 
Gas Utilization Upgrade, and Mariposa Dry-Weather Pump Station and Force Main 
Improvements. He reviewed (1) Program status (46.5% complete); (2) Cost 
summarnies for Phase I; (3) Cost summary “Other’, (3) Project status (12 projects on 
schedule and budget, five needing attention, and 14 with greater than 10% 
variance); (4) Programmatic schedule performance; (5) Largest cost increases for 
Phase |; (6) Largest schedule variances Phase I; and (7) Achievements. 


Commissioner Paulson discussed Project Labor Agreements and that the work must 
be consistent with Local Hire requirements and prevailing wages. 


e) Wastewater Enterprise (WWE) Capital Improvement Program (CIP) Quarterly 
Report 
Director Robinson reviewed the elements of the WWE CIP Capital Programs. He 
presented facilities and infrastructure cost and schedule variances. He responded to 
a question from President Maxwell regarding why sandbags are not needed at 
Ocean Beach, and a question as to what would happen if the Islas Creek Crossing is 
abandoned. 


f) Southeast Area Major Projects Update (1) Biosolids, (2) Headworks, and (3) 1550 


Evans Southeast Community Center 
Director Robinson provided an update to the Southeast Area Major Projects (1) 


Southeast Plant (SEP) Biosolids Digesters Facilities Project (cost $1,680M); (2) SEP 
New Headworks Facility Project (cost $618.8M); (3) Southeast Community Center 
1550 Evans (cost $109.5M). 


Public Comment (8d, 8e and 8f) 
e David Pilpel requested that the reports and presentations for items 8d, 8f be 
posted. 


g) Report on Recent San Francisco Public Utilities Commission Activities, Events 
and Announcements 


Acting GM Carlin stated that the SFPUC Is reviewing and assessing processes for 
operating practices (contracting) and will be requesting and audit of the SSIP. He 
indicated there has been communication with ratepayers, wholesale customers, 
rating agencies and others, and he will keep the Commission informed. He noted 
that SFPUC staff continue to staff the Command Center during the pandemic. 


No public comment. 
9. New Commission Business 


Commissioner Moran asked that the Water Supply Budget Worksheet be placed on the 
December 22, 2020 agenda. 
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Commissioner Harrington asked that the next special water workshop focus on SFPUC 
science in the Bay Delta and Tuolumne since that was not covered during the first 
workshop. He asked that the workshop on demand and supply be delayed. He 
requested that the Acting GM work with the Commission Secretary on potential 
workshop dates. 


No public comment. 


The Commission Secretary read the Consent Calendar and announced that multiple 
members of the public requested via email that item 10e be removed for discussion. 


Deputy City Attorney Gessner responded to a question from Commissioner Paulson 
regarding the process for removing an item from the Consent Calendar. 


10. Consent Calendar: 


a) Approve execution of an attestation of veracity for the SFPUC’s CleanPowerSF 
2019 Power Content Label (PCL), and submission of the PCL to the California 
Energy Commission (CEC). CleanPowerSF is required by State law to annually 
disclose the sources of electricity generation used to serve CleanPowerSF’s end- 
use electric customers through the preparation of the Power Source Disclosure 
(PSD) Report and PCL. CleanPowerSF’s 2019 PSD Report was approved on 
June 23, 2020 in Commission Resolution No. 20-0132 and submitted to the CEC 
on June 25, 2020. The PSD Report demonstrated that in 2019 CleanPowerSF’s 
Green product supply was 48.1% Renewable Portfolio Standard (RPS) eligible 


renewable, and its SuperGreen product supply was 100% RPS-eligible 
renewable. (Resolution 20-0233) 





b) Approve execution of an attestation of veracity for Hetch Hetchy Power’s (HHP’s) 
2019 Power Content Label and its submission to the California Energy 
Commission. Hetch Hetchy Power is required by State law to annually disclose 
the sources of electricity generation used to serve its end-use electric customers 
through the preparation of a Power Source Disclosure Report and Power Content 
Label. The 2019 PSD Report provided to the CEC shows that the electricity 
sources used to serve Hetch Hetchy Power's end-use electric customers were 
100% greenhouse-gas free and that Hetch Hetchy Power met its compliance 
obligations under California's Renewable Portfolio Standard. (Resolution 20-0234) 


c) Approve Amendment No. 3 to Agreement No. CS-318, Equipment and Software 
Maintenance with Schneider Electric Systems USA, Inc., to provide 24/7 
manufacturer emergency technical support for the Oceanside and Southeast 
Wastewater Treatment Plants Distributed Control Systems software and 
hardware; and authorize the General Manager to execute this amendment, 
increasing the agreement amount by $850,000 and extending the agreement 
duration by two and a half years, for a total not-to-exceed agreement amount of 
$4,771,422, and a total duration of nine years and six months. (Resolution 20- 
0235) 
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d) Approve Amendment No. 2 to Agreement Nos. PRO.0019.A-D, As-Needed 
Specialized and Technical Services, Water Enterprise, with Brown & Caldwell- 
GTC, JV (PRO.0019.A), RMC-Lotus, JV (PRO.0019.B), MWH-JHCE, JV 
(PRO.0019.C), and AECOM-WRE, JV (PRO.0019.D), and authorize the General 
Manager to execute these amendments, extending each agreement's duration by 


one year, for a total agreement duration of five years each, with no change to the 
agreement amounts. (Resolution 20-0236) 


Public Comment items 10a through 10d: 
e Ali Altaha stated his email request included the removal of other contracts on the 
Consent Calendar as long as they included LBE preference points. 


On Motion to approve Consent Calendar items 10a through 10d: 
Ayes: Maxwell, Moran, Paulson and Harrington 


The Commission Secretary read the item and indicated there were multiple emails 
received requesting the removal of item 10e from the agenda: (Velma Mcadam 
(3), Islam Limon, Henry Flower, Susan Chin, Ninie Campbell, Dan Simpsons, 
Alexandro Diego Lapal, Sheki Shi, and Emilia Sueer, Ali Altaha) 


e) Approve the selection of Cooper Pugeda Management/CM Pros Joint Venture 
(CPM/CM Pros JV) and Hazen and Sawyer/Avila and Associates Consulting 
Engineers, Inc./Dabri, Inc., Joint Venture (Hazen/Avila/Dabri JV); and award 
Agreements Nos. PRO.0140A & B, Construction Management Services for the 
East Bay Region, to provide construction management services and staff 
augmentation to manage multiple overlapping Regional Water Enterprise 
construction projects; and authorize the General Manager to execute these two 
professional services agreements with CPM/CM Pros JV (PRO.0140A) and 
Hazen/Avila/Dabri JV (PRO.0140B), each for an amount not-to-exceed 
$9,000,000, and each with a duration of seven years. (Resolution 20-0237) 


Kathy How, AGM Infrastructure, indicated numerous comments were received 
regarding MCK Americas, the third ranked firm that is part of a JV team with Arcadis. 
She indicated that staff is not requesting to award a contract to Arcadis/MCK JV. 
She stated comments were also received regarding Dabni of the JV Hazen/Avila/ 
Dabri JV, and around CMD-assigned bonus points given to the JV’s. She confirmed 
approval is requested to award a contract to Hazen/Avila/Dabni JV. 


She stated that the SFPUC does not take the lead to assign ratings bonuses to any 
of the proposers, but that the City’s Contract Monitoring Division (CMD) assigns the 
bonuses, and in this case in order for an LBE proposer to receive a rating bonus, the 
LBE proposer must have been certified by CMD in the area of Construction 
Management at the time of the proposal submission. She stated that proposals for 
PRO.0140 were due May 28, 2020. According to the submission letter issued by 
CMD, MCK Americas was certified on March 7, 2017 through September 30, 2020 
as a Small San Francisco Local Business Enterprise (SF LBE) in the Construction 
Management category. Thus, MKC was certified as a small (SF LBE) in the 
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Construction Management Category on the proposal due date of May 28, 2020 and 
was entitled to a 7.5% rating bonus as a 40% JV partner. According to the 
certification letter issued by the CMD, Dabri, Inc. was certified on May 5, 2017 
through August 31, 2020 as a Micro San Francisco Local Business Enterprise in the 
Construction Management category. Thus, Dabri was certified as a Micro SF LBE in 
the Construction Management category on the proposal due date of May 28, 2020 
and was entitled to a 7.5% rating bonus as a 40% JV partner. 


AGM How confirmed a statement by Commissioner Harrington that if all the firms 
had their 7.5% bonus points eliminated that the ranking would remain the same, and 
the top two firms would remain the top two. 


AGM How confirmed Commissioner Moran’s remark that the specific concerns 
raised are without merit and are factually incorrect. 


In clarification of Commissioner Harrington’s comment, AGM How indicated that the 
removal of the 7.5% bonus points would have moved Mott MacDonald/Salimi JV up 
in the ranking (to third ranked), which is why the question of MCK Arcadis was 
raised. 


In responded to a question from Commissioner Moran as to whether any protests 
were received by firms on the list, AGM How indicated that no firms on the list have 
filed protests. 


AGM How confirmed President Maxwell’s remark that at the time of the award all 
firms were in compliance as determined by CMD. 


Public Comment items 10e: 

e Ali Altaha stated that AGM How provided un-factual facts. He indicated that there 
is merit, that AGM How corrected herself on scoring, and he stated that he filed a 
protest and that he has seen one additional protest. He stated it is an ethical 
issue that needs to be addressed, that companies are not qualified to begin with, 
and that work is being taken from legitimate LBE’s on this contract. 


AGM How indicated that a protest was received by one of the firms but was not 
related to the LBE bonus points and stated that the protest was resolved. 


e Eric Wright stated the LBE certification process is public and can be followed. He 
stated Dabri and MCK did not have their certification throughout the process and 
are not currently LBE certified. He discussed the reason for the LBE process to 
support small companies and stated large companies should not be awarded the 
contract. He discussed a memorandum from Vivian Liu at CMD discussing the 
award of points. He stated the information in the memo is incorrect and he asked 
for the opportunity to show the mistake. 


AGM How responded to a question from Commissioner Harrington as to what would 
or wouldn’t happen if the item was delayed. 


SFPUC MINUTES — DECEMBER 8, 2020 10 





Commissioner Paulson stated he doesn’t want to diminish the capability of the 
bidding process based on what he is hearing versus a greater discussion regarding 
the process. AGM How provided response on the process and expressed the urgent 
need for the contract. She noted the SFPUC has no oversight on CMD and that 
CMD makes determinations and delaying the item would not change the 
determination. 


Deputy City Attorney John Roddy and AGM How responded to a question from 
Commissioner Paulson regarding vulnerability. 


On Motion to approve Consent Calendar item 10e: 
Ayes: Maxwell, Moran, Paulson and Harrington 


11. Public Hearing: San Francisco Public Utilities Commission Budget Priorities for 
Upcoming FY 2021-22. Review SFPUC budget priorities for the upcoming FY 2021-22 
budget and allow for Commission and public input. Staff will provide information on 


Charter-required updates to the Commission’s 10-year capital and financial plans. 
Eric Sandler, CFO and AGM Business Services, began with a review of the FY 2020- 


21 and FY2021-22 Budget process, which began in February 2012 with the budget 
adoption. He indicated that on February 9, 2021 the revised FY 21-22 operating and 
capital budgets and the 10-Year Capital and Financial Plans will before the 
Commission for consideration. 


CFO Sandler discussed the FY 2021-22 budget reopening, which is unusual for the 
SFPUC as ordinarily SFPUC’s budget would be closed this year. In compliance with 
new budget reform legislation two public hearings will be conducted on the FY 2021-22 
budget, one at the current meeting and one on February 9, 2021, when the 
Commission will consider adoption. 


He reviewed the reopening approach, reopening calendar, biennial budget themes, 
and reopening pronities for FY 2021-22. 


Commissioner Paulson thanked staff for their diligence. He indicated that the same 
information is provided via presentations on different agenda items and asked that for 
efficiency information not be repeated. 


CFO Sandler responded to questions from Commissioner Harrington: (1) where any 
assumptions included as to how long COVID will last, what may change over time, and 
economic recovery, and (2) if there is anything significant on the reopening of the capital 
budget. 


Public Comment 

e David Pilpel discussed the reopening process. He provided his input for budget 
priorities (1) add Condition Assessments to language about Asset Management; (2) 
highlight to continue City Asset Management investments; (3) be discerning about 
critical versus non-critical capital projects and deferring non-critical and (4) reinforcing 
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24/7 operations. He requested the Asset Management Policy be brought back to the 
Commission. 

e Francisco DaCosta addressed items not related to item 11. 

e Eric Wright addressed items not related to item 11. 


12. Authorize the General Manager to extend through June 30, 2021 (1) the Temporary 
Emergency Customer Assistance Program for COVID-19 Relief for single-family 
residential customers providing a discount of 15% on water, 35% on sewer, and 30% 
on Hetch Hetchy Power bills, (2) the application deadline for the Small Business and 
Nonprofit Customer Assistance Program for COVID-19 Relief providing a 20% 
discount on water and sewer bills, and (3) the temporary suspension of rules 
governing water/power shutoffs, liens, and fines that is currently scheduled to end 
January 15, 2021. (Resolution 20-0238) 

Erin Franks, Rates Administrator, requested an extension of the Emergency 
Assistance Program Shutoff Moratorium for (1) Residential Discount, (2) Small 
Business and Non-Profit Discount, and (3) Shutoffs, liens, and fines moratorium. Ms. 
Franks reviewed program usage and discussed the concentration of applications. 


Public Comment 

e David Pilpel stated that page four of the staff report is vague on the fiscal impact of 
the proposal and requested a sense of scale. He asked for confirmation that 
ratepayer impacts don't violate Proposition 218 or Proposition 26. 


On Motion to approve Item 12: 
Ayes: Maxwell, Moran, Paulson and Harrington 


13. Approve three power supply contracts for CleanPowerSF between the San Francisco 
Public Utilities Commission and Calpine Energy Services, LP (Calpine): (1) 
retroactively approving an amendment to an existing Resource Adequacy (RA) 
capacity contract to extend the term of the contract by seven years to 2029, and 
increasing the contract amount by $27,000,000 for a total contract amount not-to- 
exceed $30,240,000: (2) an amendment to a renewable energy contract to extend the 
term by seven years to 2029, and increasing the contract amount by $193,299,120 for 
a total contract amount not-to-exceed $242,979,817: and (3) anew RA contract for a 
term of six years from 2024 to 2029, for a total contract amount not-to-exceed 

59 400,000: and authorize the General Manager to seek approval from the Board of 
Supervisors for these contracts, including one retroactive approval for the amendment 


to the existing RA capacity contract. (Resolution 20-0239) 
Mike Hyams, Director, CPSF, presented the item and amendments to the three 


contracts: (1) Provide retroactive approval of an amendment to an existing contract to 
provide Resource Adequacy capacity from the Geysers Geothermal power plant; (2) 
Approval of an amendment to an existing energy contract to provide energy from the 
Geysers Geothermal power plant; and (3) Approval of a new contract to purchase 
additional Resource Adequacy capacity from other facilities located in California. 


The three contracts are projected to reduce CleanPowerSF’s supply costs by 
approximately $27 million over the FY 2022 to FY 2029 timeframe relative to its 
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adopted 10-year financial plan. 


Public Comment 
e David Pilpel asked for clarity on how the City’s contracting process and dynamic 
power market relate. 


On Motion to approve Item 13: 
Ayes: Maxwell, Moran, Paulson and Harrington 


14. Approve one Resource Adequacy (RA) contract, executed by the General Manager, 
for CleanPowerSF to sell RA products to Southern California Edison Company, in an 
amount not-to-exceed $1,273,570: and authorize the General Manager to seek 
retroactive approval from the Board of Supervisors for the RA contract. (Resolution 20- 
0240) 

Director Hyams introduced the item and requested approval. 


Directory Hyams responded to a question from President Maxwell as to the type of 
products that are sold. 


No public comment. 


On Motion to approve Item 14: 
Ayes: Maxwell, Moran, Paulson and Harrington 


15. Authorize the General Manager to execute the First Amendment to the Second 
Amended and Restated Operating Agreement with the California Independent System 
Operator, establishing the terms and conditions for scheduling the SFPUC’s electrical 
transmissions, and retroactively extending the Agreement from March 2, 2018 through 
December 2030 for a total duration of approximately 15.5 years, subject to Board of 


Supervisors approval under Charter Section 9.118. (Resolution 20-0241) 
Margaret Hannaford, Division Manager, Hetchy Water, discussed the need for the 


contract and the amendment. 


Commissioner Harrington expressed concern that the last three agenda items were 
requests for retroactive approvals. Ms. Hannaford responded to his question as to why 
an agreement that expired nearly three years ago is just now coming before the 
commission for amendment. 


No public comment. 


On Motion to approve Item 15: 
Ayes: Maxwell, Moran, Paulson and Harrington 


16. Authorize CleanPowerSF to participate in the California Public Utilities Commission’s 
(CPUC) Arrearage Management Program, which provides qualifying customers with 
debt forgiveness for past due amounts owed. (Resolution 20-0242) 

Barbara Hale, AGM Power, discussed the CPUC’s Arrearage Management Program to 
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forgive past-due amounts owed and the SFPUC’s desire to participate in the program, 
and she requested approval. 


No public comment. 


On Motion to approve Item 16: 
Ayes: Maxwell, Moran, Paulson and Harrington 


17. Authorize the General Manager to execute an Agreement with the California 
Department of Fish and Wildlife (CDFW) regarding the construction, operation, and 
maintenance of a permanent water recirculation system at the CDFW-owned and 
operated Moccasin Fish Hatchery to allow for reduction in SFPUC water deliveries to 
the Hatchery during shutdowns of the Hetch Hetchy Water and Power system and 


during droughts, with a duration of 24 months and in an amount not-to-exceed 
$2,600,000. (Resolution 20-0243) 


Steve Ritchie introduced the item and requested approval. 
Commissioner Harrington noted the Lease expired in 2012. 
No public comment. 


On Motion to approve Item 17: 
Ayes: Maxwell, Moran, Paulson and Harrington 


18. Public commenton matters to be addressed during Closed Session 
None. 


19. Motion on whether to assert the attorney-client privilege regarding the matters listed 
below as Conference with Legal Counsel 


On Motion to assert the attorney-client privilege: 
Ayes: Maxwell, Moran, Paulson and Harrington 


The Commission entered Closed Session at 5:53 PM. 


Closed Session attendees: Commissioners Maxwell, Moran, Paulson and Harrington, 
Michael Carlin Acting General Manager, Deputy City Attorneys Francesca Gessner, 
Mark Lipton and John Roddy, Steve Ritchie, AGM Water, Eric Sandler, AGM Business 
Services, Lee Sayao, SFPUC IT, Donna Hood, Commission Secretary 


20. Existing Litigation 
Conference with Legal Counsel — Pursuant to California Government Code, Section 
54956.9(d) (1), and San Francisco Administrative Code, Section 67.10(d)(1 
Pacific Bell Telephone Company v. City and County of San Francisco, et al. 


San Francisco Superior Court Case No. CGC-19-581035/Date Filed 11/25/19 
Proposed settlement with City to pay plaintiff $72,036 and plaintiff to release all claims. 


(Resolution 20-0244) 
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The Commission exited Closed Session at 6:00 PM. 


21. Announcement following Closed Session 
The Commission President announced that item 20 was approved and recommends 


settlement to the Board of Supervisors. 


22. Motion regarding whether to disclose the discussions during Closed Session pursuant 
to San Francisco Administrative Code Section 67.12(a) 


On Motion not to disclose discussions during Closed Session: 
Ayes: Maxwell, Moran, Paulson and Harrington 


23. Adjournment 
President Maxwell adjourned the meeting at 6:01 PM. 
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SAN FRANCISCO PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


London N. Breed 
Mayor 


REGULAR MEETING AGENDA 
Tuesday, December 8, 2020 
1:30 P.M. 


This meeting is being held by Teleconference Pursuant to the Governor’s Executive Order N- 
29-20 and the Twelfth Supplement to Mayoral Proclamation Declaring the Existence of a Local 
Emergency Dated February 25, 2020 


WATCH LIVE: 
https://www.sfgoviv.org/sfpuc 


PUBLIC COMMENT CALL-IN: 
1 (415) 655-0001 / MEETING ID: 146 395 4844 ## 


During the Coronavirus Disease (COVID-19) emergency, the San Francisco Public Utilities 
Commission’s (SFPUC) regular meeting room, City Hall, Room 400, is closed. Commissioners 
and SFPUC staff will convene Commission meetings remotely by teleconference. 


Commissioners 
Sophie Maxwell, President 
Anson Moran, Vice President 
Tim Paulson 
Ed Harrington 


Michael Carlin 
Acting General Manager 


Donna Hood 
Secretary 





Accessible Meeting Policy: To obtain meeting materials in alternative format, please contact the Commission Secretary at 
415-554-2165 or via email at Commission@sfwater.org. Providing at least 72 hours’ notice will help to ensure availability. 
Written reports or background materials for calendar items are available on-line at 
http://www.sfwater.org/index.aspx?page=167. 


Know Your Rights Under the Sunshine Ordinance: Government's duty is to serve the public, reaching its decision in full 
view of the public. Commissions, boards, councils and other agencies of the City and County exist to conduct the people's 
business. This ordinance assures that deliberations are conducted before the people and that City operations are open to 
the people's review. For more information on your rights under the Sunshine Ordinance or to report a violation of the 
ordinance, contact Administrator, by mail to Sunshine Ordinance Task Force, 1 Dr. Carlton B. Goodlett Place, Room 244, 
San Francisco, CA 94102.4689; by phone at 554.7724; by fax at 554.7854; or by email at sotf@sfgov.org. Copies of the 
Sunshine Ordinance can be obtained from the Clerk of the Sunshine Task Force, the San Francisco Public Library and on 
the City’s website at http:/Awww.sfgov.org. 
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Lobbyist Registration and Reporting Requirements: Individuals and entities that influence or attempt to influence local 
legislative or administrative action may be required by the San Francisco Lobbyist Ordinance [SF Campaign & Governmental 
Conduct Code §2.100] to register and report lobbying activity. For more information about the Lobbyist Ordinance, please 
contact the San Francisco Ethics Commission at 25 Van Ness Avenue, Suite 220, San Francisco, CA 94102; telephone (415) 
252-3100; fax (415) 252-3112: web site at www.sfgov.org/ethics. 








CEQA Appeal Rights under Chapter 31 of the San Francisco Administrative Code: If the Commission’s action on a 
project constitutes the Approval Action for that project (as defined in S.F. Administrative Code Chapter 31, as amended, Board 
of Supervisors Ordinance Number 161-13), then the CEQA determination prepared in support of that Approval Action Is 
thereafter subject to appeal within the time frame specified in S.F. Administrative Code Section 31.16. Typically, an appeal 
must be filed within 30 calendar days of the Approval Action for a project that has received an exemption or negative 
declaration pursuant to CEQA. For information on filing an appeal under Chapter 31, contact the Clerk of the Board of 
Supervisors at City Hall, 1 Dr. Carlton B. Goodlett Place, Room 244, San Francisco, CA 94102, or call (415) 554-5184. If the 
Planning Department's Environmental Review Officer has deemed a project to be exempt from further environmental review, 
an exemption determination has been prepared and can be obtained on-line at http://www.sf- 

planning. org/index.aspx?page=3447.Under CEQA, in a later court challenge, a litigant may be limited to raising only those 
issues previously raised at a hearing on the project or in written correspondence delivered to the Board of Supervisors, 
Planning Commission, Planning Department or San Francisco Public Utilities Commission at, or prior to, such hearing, or as 
part of the appeal hearing process on the CEQA decision. 


ORDER OF BUSINESS 


dhe 
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Call to Order 
Roll Call 


Motion to accept Harlan Kelly’s resignation as the San Francisco Public Utilities 
Commission General Manager effective close of business on November 30, 2020 and 
waive the 45-day advance notice requirement under Section 7 of Mr. Kelly’s July 2017 
Employment Agreement with the Commission (Gessner) 


Approval of the Minutes of November 10, 2020 


General Public Comment 
Members of the public may address the Commission on matters that are within 
the Commission’s jurisdiction and are not on today’s agenda 


Communications (discussion only) 
a) Advance Calendar 
b) Correspondence Log 
c) Alternative Water Supply Planning Quarterly Report 
d) Annual Water Resources Division Report 
e) Annual Water Supply Development Report 
f) Final FY 20-21 and FY 21-22 Budget Update 
g) CleanPowerSF Quarterly Report 
h) Water Supply Conditions Update 
i) Letter to Bay Area Water Supply and Conservation Agency Board 


Update on San Francisco Public Utilities Commission’s Racial Equity Plan Required by 
the Office of Racial Equity (discussion only) (Carlin) 


Report of the General Manager (discussion only) 
a) Quarterly Audit and Performance Review Report 
i. FY 2020-21 Water Enterprise Inventory Count 
ii. FY 2019-20 Wastewater Enterprise Inventory Count 
iii. FY 2019-20 Hetch Hetchy Water and Power Inventory Count and 
Management Response 
iv. 2019 Green-e Verification Audit 
v. San Francisco Public Utilities Commission Proposition 1E Grant Audit 
vi. PG&E Interconnection Agreement Audit Termination Letter 
vii. Budget & Legislative Analyst Workforce Development Performance Audit 
b) Quarterly Budget Status Report 
c) Hetch Hetchy Capital Improvement Program Quarterly Report 
d) Sewer System Improvement Program Quarterly Report 
e) Wastewater Enterprise Capital Improvement Program Quarterly Report 
f) Southeast Area Major Projects Update (1) Biosolids, (2) Headworks, and (3) 1550 
Evans Southeast Community Center 
g) Report on Recent San Francisco Public Utilities Commission Activities, Events 
and Announcements 


9. New Commission Business (discussion only) 


CONSENT CALENDAR 


10. All matters listed hereunder constitute a Consent Calendar, are considered to be 
routine by the San Francisco Public Utilities Commission and will be acted upon by 
a single vote of the Commission. There will be no separate discussion of these 
items unless a member of the Commission or the public so requests, in which event 
the matter will be removed from the Calendar and considered as a separate item. 


a) 


200233 


200234 


Cc) 


200235 


200236” 


Approve execution of an attestation of veracity for the San Francisco Public 
Utilities Commission's CleanPowerSF 2019 Power Content Label (PCL), and 
submission of the PCL to the California Energy Commission (CEC). 
CleanPowerSF is required by State law to annually disclose the sources of 
electricity generation used to serve CleanPowerSF’s end-use electric customers | 
through the preparation of the Power Source Disclosure (PSD) Report and PCL. 
CleanPowerSF’s 2019 PSD Report was approved on June 23, 2020 in 
Commission Resolution No. 20-0132 and submitted to the CEC on June 25, 2020. 
The PSD Report demonstrated that in 2019 CleanPowerSF’s Green product 
supply was 48.1% Renewable Portfolio Standard (RPS) eligible renewable, and its 
SuperGreen product supply was 100% RPS-eligible renewable. (Hale) 


Approve execution of an attestation of veracity for Hetch Hetchy Power’s 
(HHP’s) 2019 Power Content Label and its submission to the California Energy 
Commission (CEC). Hetch Hetchy Power is required by State law to annually 
disclose the sources of electricity generation used to serve its end-use electric 
customers through the preparation of a Power Source Disclosure (PSD) Report 
and Power Content Label (PCL). The 2019 PSD Report provided to the CEC 
shows that the electricity sources used to serve Hetch Hetchy Power’s end-use 
electric customers were 100% greenhouse-gas free and that Hetch Hetchy Power 
met its compliance obligations under California’s Renewable Portfolio Standard 
(RPS): (Hale) 


Approve Amendment No. 3 to Agreement No. CS-318, Equipment and Software 
Maintenance with Schneider Electric Systems USA, Inc., to provide 24/7 
manufacturer emergency technical support for the Oceanside and Southeast 
Wastewater Treatment Plants Distributed Control Systems software and 
hardware; and authorize the General Manager to execute this amendment, 
increasing the agreement amount by $850,000 and extending the agreement 
duration by two and a half years, for a total not-to-exceed agreement amount of 
$4,771,422, and a total duration of nine years and six months. (Norby) 


Approve Amendment No. 2 to Agreement Nos. PRO.0019.A-D, As-Needed 
Specialized and Technical Services, Water Enterprise, with Brown & Caldwell- 
GTC, JV (PRO.0019.A), RMC-Lotus, JV (PRO.0019.B), MWH-JHCE, JV 
(PRO.0019.C), and AECOM-WRE, JV (PRO.0019.D), and authorize the General 
Manager to execute these amendments, extending each agreement’s duration by 
one year, for a total agreement duration of five years each, with no change to the 
agreement amounts. (Ritchie) 


e) Approve the selection of Cooper Pugeda Management/CM Pros Joint Venture 


200237 
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(CPM/CM Pros JV) and Hazen and Sawyer/Avila and Associates Consulting 
Engineers, Inc./Dabri, Inc., Joint Venture (Hazen/Avila/Dabri JV); and award 
Agreements Nos. PRO.0140A & B, Construction Management Services for the 
East Bay Region, to provide construction management services and staff 
augmentation to manage multiple overlapping Regional Water Enterprise 
construction projects; and authorize the General Manager to execute these two 
professional services agreements with CPM/CM Pros JV (PRO.0140A) and 
Hazen/Avila/Dabri JV (PRO.0140B), each for an amount not-to-exceed 
$9,000,000, and each with a duration of seven years. (How) 


ULAR CALENDAR 


Public Hearing: San Francisco Public Utilities Commission Budget Priorities for 
Upcoming FY 2021-22. Review SFPUC budget priorities for the upcoming FY 2021- 
22 budget and allow for Commission and public input. Staff will provide information on 
Charter-required updates to the Commission’s 10-year capital and financial plans. 
(discussion only) (Sandler) 


Authorize the General Manager to extend through June 30, 2021 (1) the Temporary 
Emergency Customer Assistance Program for COVID-19 Relief for single-family 
residential customers providing a discount of 15% on water, 35% on sewer, and 30% 
on Hetch Hetchy Power bills, (2) the application deadline for the Small Business and 
Nonprofit Customer Assistance Program for COVID-19 Relief providing a 20% 
discount on water and sewer bills, and (3) the temporary suspension of rules 
governing water/power shutoffs, liens, and fines that is currently scheduled to end 
January 15, 2021. (Sandler) 


Approve three power supply contracts for CleanPowerSF between the San 
Francisco Public Utilities Commission and Calpine Energy Services, LP (Calpine): (1) 
retroactively approving an amendment to an existing Resource Adequacy (RA) 
capacity contract to extend the term of the contract by seven years to 2029, and 
increasing the contract amount by $27,000,000 for a total contract amount not-to- 
exceed $30,240,000; (2) an amendment to a renewable energy contract to extend the 
term by seven years to 2029, and increasing the contract amount by $193,299,120 for 
a total contract amount not-to-exceed $242,979,817; and (3) a new RA contract for a 
term of six years from 2024 to 2029, for a total contract amount not-to-exceed 
$59,400,000; and authorize the General Manager to seek approval from the Board of 
Supervisors for these contracts, including one retroactive approval for the amendment 
to the existing RA capacity contract. (Hale) 


Approve one Resource Adequacy (RA) contract, executed by the General Manager, 
for CleanPowerSF to sell RA products to Southern California Edison Company, in an 
amount not-to-exceed $1,273,570; and authorize the General Manager to seek 
retroactive approval from the Board of Supervisors for the RA contract. (Hale) 


Authorize the General Manager to execute the First Amendment to the Second 
Amended and Restated Operating Agreement with the California Independent 
System Operator, establishing the terms and conditions for scheduling the SFPUC’s 
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electrical transmissions, and retroactively extending the Agreement from March 2, 
2018 through December 2030 for a total duration of approximately 15.5 years, subject 
to Board of Supervisors approval under Charter Section 9.118. (Hale) 


Authorize CleanPowerSF to participate in the California Public Utilities 
Commission’s Arrearage Management Program, which provides qualifying 
customers with debt forgiveness for past due amounts owed. (Hale) 


Authorize the General Manager to execute an Agreement with the California 
Department of Fish and Wildlife (CDFW) regarding the construction, operation, and 
maintenance of a permanent water recirculation system at the CDFW-owned and 
operated Moccasin Fish Hatchery to allow for reduction in SFPUC water deliveries to 
the Hatchery during shutdowns of the Hetch Hetchy Water and Power system and 
during droughts, with a duration of 24 months and in an amount not-to-exceed 
$2,600,000. (Ritchie) - 


Public comment on matters to be addressed during Closed Session 


Motion on whether to assert the attorney-client privilege regarding the matters listed 
below as Conference with Legal Counsel 


The Commission will go into Closed Session to discuss the following items: 


CLOSED SESSION 
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Existing Litigation (Gessner) 
Conference with Legal Counsel — Pursuant to California Government Code, Section 


54956.9(d) (1), and San Francisco Administrative Code, Section 67.10(d)(1) 

Pacific Bell Telephone Company v. City and County of San Francisco, et al. 

San Francisco Superior Court Case No. CGC-19-581035/Date Filed 11/25/19 
Proposed settlement with City to pay plaintiff $72,036 and plaintiff to release all claims. 
Following Closed Session, the Commission will reconvene in Open Session 


Announcement following Closed Session 


Motion regarding whether to disclose the discussions during Closed Session pursuant 
to San Francisco Administrative Code Section 67.12(a) 


Adjournment 
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3) 


. Call to Order 


President Maxwell called the meeting to order at 1:32 PM. 


Roll Call 
Present: Maxwell, Moran, Paulson and Harrington 


Approval of the Minutes 
- November 30, 2020, Special Meeting 


- December 8, 2020, Regular Meeting 


The Commission Secretary noted corrections to the draft minutes for the December 8, 
2020 Regular Meeting as submitted by Peter Drekmeier, Tuolumne River Trust: (1) 
General Public Comment date should be 1944 (not 1994) and (2) Item 6, should read 
98 MGD not 198 MGD). 


Public Comment 
e Ali Altaha discussed items not related to approval of the minutes of November 30, 
2020 or December 8, 2020. 


On Motion to approve the Minutes of November 30, 2020 and December 8, 2020 as 
amended: Ayes: Maxwell, Moran, Paulson and Harrington 


General Public Comment 

e Francisco DaCosta discussed matters related to agenda items and contracts. 
He stated it is not business as usual and that it is time for the Raker Act. He 
said ethics and standards are being defied. 

e Eileen Boken restating comments made by her at the Capital Planning 
Committee meeting of December 14, 2020 regarding the coordination of 
street work (Dig Once Policy). She stated the Policy is being ignored and 
noted the 19" Avenue project as an example. She discussed the Civil Grand 
Jury Report “Act Now Before it is Too Late”. She asked the 19 Avenue 
project be amended to include the Auxiliary Water Supply System Project. 

e David Pilpel discussed the topping-off ceremony for 1550 Evans. He 
indicated he is trying to pay his SFPUC bill and will follow-up with AGM 
Sandler on the matter. 

e Dave Warner discussed the “big picture view” of SFPUC’s situation. He 
discussed water supply, damage to the ecosystem, changes to California 
urban water supplies. He indicated staff is behind on opportunity and are 
slow to respond Commission requests. He provided his comments in writing. 

e Harry Bernstein discussed the resignation of Harlan Kelly, Jr. as General 
Manager. He questioned if there will be public discussion of the situation. 

e Aleta Dupree discussed the 2019 CleanPowerSF Power Content Label and 
asked that more be done. She stated the focus should be on building more 
in-city storage and solar. She asked that the CleanPowerSF website be 
easier to navigate and that it be easier to tender payments within the 
community. 
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from him was omitted from the log. He discussed his request for public 
information regarding protests. 
e Inaudible public comment. 


5. Communications 


6. 





a) Advance Calendar 


b) Contract Advertisement Report 

c) Correspondence Log 

d) Tax-Exempt Bond Financing of Distributed Infrastructure 

e) City Administrator's Office Contract Monitoring Division Memoranda dated October 
29, 2020 and November 10, 2020 Re: PRO.0140 Construction Management 
Services for the East Bay Region (Item 10e on Commission’s December 8, 2020 
agenda) 

f) Water Supply Conditions Update 


Public Comment 

e David Pilpel spoke to item 5b and asked that the environmental determination 
and Planning Department case number be included. 

e Eric Wright spoke to item 5e and indicated that MCK was a certified LBE on 
March 7, 2017 and the three-year certification expired on March 30, 2020. He 
stated the contract should not be executed and the LBE certification re-examined 
for the proper dates and contractual obligation. He provided his full comments in 
writing for the record. 

e Ali Altaha thanked Mr. Wright for his comments and concurred. He discussed 
discrepancies in the memo. 

e Francisco DaCosta concurred with Mr. Wright and Mr. Altaha. He stated the 
Commission has not been given correct information from AGM How. He 
discussed the role of the Contract Monitoring Division (CMD). 


Commissioner Moran addressed the specific points made by callers about the CMD 
analysis. He noted that CMD is not a SFPUC entity and that the SFPUC relies on 
their work. He stated that given the importance of the issue he asked that the City 
Attorney review representations made by CMD in the memo including the 
interpretation of when certification was required, effective date, and whether the 
terms of the contract document supersede the administrative provisions CMD was 
using. He asked that the City Attorney indicate whether they concur with the CMD 
analysis. Deputy City Attorney Gessner indicated the Contract Attorney will review. 


Annual Revenue Bond Oversight Committee (RBOC) Report 
Ettore Leale, RBOC Co-Chair, presented highlights for the RBOC Annual Report which 
included site visits to the Calaveras Dam and Southeast Treatment Plant, monitoring 
the outcome of bond sales and on-going debt plans, and working with city staff to select 
audit consultants for upcoming audits of bond proceedings expenditures. He thanked 
the Controller’s Office and SFPUC staff for facilitating the Committee’s work. He 
thanked SFPUC staff Rich Morales and Michael Brown, and Victor Young from the 
Board of Supervisors for their assistance. 

President Maxwell thanked Chair Leale and the RBOC members for their work. 
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Commissioner Harrington thanked Chair Leale and the RBOC for their work. Chair 
Leale responded to a question from Commissioner Harrington as to the number of 
member resignations during the year and if obtaining a quorum is a problem. 


Public Comment 

e Ali Altaha discussed issues not related to the RBOC report. 

e David Pilpel thanked RBOC for the report. He asked that the RBOC, if allowed, 
opine annually as to whether bond proceedings have been used for intended 
purpose and asked that the report be presented earlier in the year. 

e Francisco DaCosta stated the report should be on the website. He discussed 
increased costs for projects. 


7. Bay Area Water Supply and Conservation Agency (BAWSCA) Update 
Nicole Sandkulla, BAWSCA CEO, stated that BAWSCA will work closely and 


cooperatively with the Commission and SFPUC staff and that there will be a determined 
effort to reach their goal of a reliable supply of high-quality water at a fair price. She 
provided comments on the Bay Delta issue, the interests of BAWSCA customers, the 
Tuolumne River Voluntary Agreement, completion of the Water System Improvement 
Program, and the identification of alternative sources of water. Her full comments were 
provided for the record. 


President Maxwell thanked CEO Sandkulla for her comments and that the SFPUC looks 
forward to working with BAWSCA. 


No public comment. 


8. Presentation by the City’s Department of Human Resources regarding the selection 
process for a General Manager (GM) of the SFPUC; discussion and possible action to 
establish procedures for the recruitment process, including procedures for selection of a 
recruitment firm, or take other action regarding the recruitment and selection process. 


Michael Carlin, Acting GM informed the Commission that he will not participate in the 
discussion or any aspect of the Commission’s process or decision-making related to the 
GM selection or recruitment process. 


Kate Howard, Managing Deputy Director, City and County of San Francisco Department 
of Human Resources (DHR), began with a review of Charter requirements for the 
Commission’s evaluation of GM candidates and the subsequent recommendation of 
three or more candidates to the Mayor for consideration and final appointment. She 
provided an overview of the steps for executive recruitment: (1) Request for Proposals, 
(2) review and selection of firm, (3) candidate profile for recruitment, (4) recruitment and 
outreach, (5) presentation of candidates, (6) candidate interviews, (7) vetting of finalists, 
and (8) finalists presented to Mayor. She indicated a likely timeline of six months. 


Ms. Howard indicated the DHR has a list of 11 pre-qualified executive recruitment firms 
and that nine submitted proposals indicating they would like to work the SFPUC. She 
noted that seven of those are fully compliant with all City requirements. 
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Ms. Howard responded to a request from Commissioner Paulson further explanation as 
to the nine submitted proposals and why just seven are compliant. She outlined next 
steps and provided options for the Commission’s consideration. 


Commissioner Harrington thanked Ms. Howard for her assistance with the recruitment. 
He discussed the difference between “requirements” and “process” as presented in the 
eight steps that Ms. Howard discussed. He noted that the Commission is not required 
to utilize a search firm and may choose to do something different than outlined in the 
eight steps. In response to a question from Commissioner Harrington, Ms. Howard 
indicated that the Commission should provide three or more candidates to the Mayor for 
consideration. She concurred with Commissioner Harrington as to requirements versus 
process. She stated that DHR is experienced in executive recruitment and that they are 
available to assist in whatever way the Commission decides. 


Ms. Howard responded to a question from President Maxwell as to the qualifications of 
and recent work of the recruitment firms. Ms. Howard recommended that DHR staff 
review firms and then bring forward those that are most qualified for Commission 
consideration. 


At the request of Commissioner Harrington, Ms. Howard provided additional information 
regarding the possible ranking of search firms by DHR. He requested DHR guidance 
and recommendations on the proposals brought to the Commission. Brief discussion 
ensued regarding process. 


The Commission agreed that transparency is needed. They agreed that DHR will 
provide a list of the best qualified recruitment firms for the Commission’s consideration 
and stated that the Commission work with DHR as a partner in the process. President 
Maxwell asked that Ms. Howard keep the Commission updated as to the progress of 
each step. 


Public Comment 

e Francisco DaCosta discussed his knowledge of GMs through Mr. Harrington, and 
that each one has tried their best to build-up SFUC staff. He discussed all the areas 
that need to be considered and expressed little faith in DHR. He stated if due 
diligence had been done there would have been a smooth succession. 

e Eileen Boken indicated a national search needs to be conducted and that an outside 
candidate needs to be selected to “turn the page”. 

e David Pilpel indicated a national search is not needed and requested that Acting GM 
Carlin be hired. He noted the former GMs on the Commission and stated their 
expertise needs to be used. He advocated for a quick search and stated that that a 
recruitment firm is used, that task orders be implemented and the process be 
transparent. 

e Peter Drekmeier noted the importance of the decision and asked that the public and 
the Mayor's Water Stakeholder group be engaged. 

e Ali Altaha stated that the GM must not just be a “quarterback” and suggested that 
the recruitment not just be limited to a recruitment firm. He stated the system needs 
to be trusted. 
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e Aleta Dupree stated a national search is warranted and that internal candidates 
should be welcomed to apply. She indicated a leader with global perspective is 
needed. 


9. Report of the General Manager 
a) Update on December 2018 Bay Delta Plan Amendment and Voluntary Agreement 

Negotiations with the State 
Ellen Levin, Deputy Manager, Water Enterprise, stated that since the September 
2020 update discussions with the State have continued regarding additional 160 
acres of additional floodplain habitat. She noted the Tuolumne River Voluntary 
Agreement (TRVA) includes 80 acres of floodplain habitat. She discussed the 
additional 160 acres requested by the State. She stated it was important to 
understand where the State team believes the additional 160 acres of floodplain 
could occur along the river. She indicated the last meeting on December 3 was 
helpful and the SFPUC Is looking at tools to how to make the 160 acres happen. 
She discussed what might happen if the additional 160 acres could not be found on 
the Tuolumne. 


Deputy Manager Levin responded to a question as to whether the State is open to 
having it on areas other than the Tuolumne. 


Commissioner Harrington stated there are many large issues, with flow being the 
biggest. He asked how large of an issue is the additional 160 acres Is in the larger 
scheme. Deputy Manager Levin and Acting GM Carlin provided response. 


President Maxwell asked for a summary of all the issues and where discussions are 
with each (agreement, disagreement), and a list of goals. 


Ms. Levin noted the State Water Board released their 401 Water Quality Certification 
for Federal Energy Regulatory Commission’s relicensing of Don Pedro and that the 
SFPUC would be providing comment by the January 4, 2021 deadline. 


Public Comment 

e Peter Drekmeier, Tuolumne River Trust, discussed problems he sees with the 
Voluntary Agreement and putting all the fish, large and small, in the same 
channel and noted the result of putting them all together. He indicated there is 
not enough low-flow floodplain. He said the TVRA won't work as well as the Bay 
Delta Plan. 

e Steve Rosenblum, Palo Alto, discussed comments made Alison Cormack at the 
November 30, 2020 Commission workshop regarding BAWSCA’s position on the 
TRVA. 


b) SEPUC Regional Water System (RWS) Supply and Demand Worksheet 
Steve Ritchie, Assistant General Manager (AGM) Water, reviewed 2008 Levels of 


Service from the Water System Improvement Program (WSIP) and stated the water 
supply must meet average annual water demand of 265 MGD (184 MGD Wholesale 
Customer Supply Assurance plus 81 MGD allocation for San Francisco). 
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He reviewed: (1) water supply planning (challenges, planning process and tools), (2) 
worksheet elements, (3) worksheet definitions (firm yield, rationing policy, and total 
system yield), (4) worksheet policy option user choices (choices affecting retail or 
wholesale demands, and choices affecting firm field of Regional Water System, 
design drought and rationing policy choices, and Wholesale Supply Assurance 
Choices), (5) choices affecting retail demands (adding other retail groundwater 
supplies, adding other retail water supply projects, user-selected modifier to adjust 
Retail demand assumptions, including demands for Interruptible Customers and 
user-selected modifier to adjust wholesale demand assumptions), (6) choices 
affecting RWS Firm Yield (adding yield from new RWS water supply projects, and 
identifying a different SFPUC contribution to new Tuolumne River instream flow), (7) 
Design Drought and Rationing Policy Choices (removing second-to-last year of the 
design drought sequence, removing last year of the design drought sequence, 
identifying desired carry-over storage at the end of the sequence, and selecting a 
new rationing policy by identifying annual rationing targets for each of the design 
drought years), (8) wholesale supply assurance choices (selecting additions to 
Wholesale Supply Assurance, primarily for San Jose and Santa Clara), (9) scenario 
summary of SFPUC water supply and demand worksheet, (10) list of choices made 
by worksheet user, and (11) next steps. 


AGM Ritchie thanked Matt Moses for his work on the worksheet. 


Commissioner Paulson thanked AGM Ritchie and staff for their work. AGM Ritchie 
responded to a question from Commissioner Paulson as to who has access to the 
worksheet, indicating that anyone who is interested will have access. 


Vice President Moran noted that anyone can access the worksheet but that the 
important part is how it is utilized. He expressed hope that the worksheet would help 
with discussions. 


Commissioner Harrington thanked staff for their work and indicated he looks forward 
to additional conversation on the worksheet. 


Public Comment | 

e Nicole Sandkulla, BAWSCA CEO, expressed appreciation for the worksheet to 
support conversations, but expressed concerns over its use and asked that the 
Commission proceed carefully to protect information and results, so it is not 
misunderstood or misused. She said policy decisions and changes to policy must 
be done through a public process. Changes to long-term planning should be 
conducted via climate change studies that cannot be done through the 
worksheet. She discussed BASWSCA’s Comprehensive Regional Demand 
Report. 

e David Pilpel expressed excitement for the worksheet and asked if it will be made 
available to the public prior to the next Integrated Water Resources Plan or 
Urban Water Management Plan workshops. He suggested “water accounting” be 
used for assumptions and choices. 

e Francisco DaCosta thanked AGM Ritchie for a wonderful job and stated that the 
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worksheet can be used in high schools and colleges. He provided thoughts on 
comments made by CEO Sandkulla. 

e Peter Drekmeier, Tuolumne River Trust, thanked staff for the worksheet and 
discussed the effort that went into its creation. He stated the public needs 
confidence in the worksheet’s figures and to know that calculations are accurate. 
He indicated Tuolumne River Trust will work with the SFPUC on differences 
between their water supply calculator and the SFPUC’s worksheet. 


Commissioner Moran requested that staff provide the Commission with a printed 
version of the Regional Water System Supply and Demand Worksheet. 


Commissioner Moran reviewed the slide titled “Scenario Summary of SFPUC Water 
Supply and Demand Worksheet” and indicated it is the beginning point. He stated 
the SFPUC needs to discuss: (1) demand projections over the next 35-40 years, (2) 
interruptible customers, (3) yield — the time it takes to understand what the notion of 
yield is and the effect of rationing policy on yield, and (4) bottom line — what does it 
mean to have a surplus or deficit. 


AGM Ritchie responded to a question from President Maxwell as to whether the 
worksheet will be web-based. 


c) Report on Recent San Francisco Public Utilities Commission Activities, Events 
and Announcements 


Acting GM Carlin indicated that the retroactive Calpine contract the Commission 
awarded at the last meeting was taken to the Board of Supervisors and it was 
agreed that advance notice for any retroactive contract would be provided to the 
Board. President Maxwell stated that it should be make clear that the Commission 
does not appreciate retroactive contracts being brought before them for 
consideration. 


No public comment. 


The Commission Secretary announced that Closed Session item #20 would not be 
heard. 


10. New Commission Business 
Acting GM Carlin responded to a question from Commissioner Harrington regarding 
planning and timing for the second water workshop and the tentative agenda. 


No public comment 


CONSENT CALENDAR 

11. Accept work performed by J. Flores Construction Company, Inc. for Contract No. 
WW-656, As-Needed Spot Sewer Replacement No. 37, with a total contract amount 
of $9,837,556, and a total contract duration of 400 consecutive calendar days; and 
authorize final payment to the Contractor. (Resolution 20-0245) 
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Public Comment 


e Ali Altaha stated that documents have no mention of who the LBEs are and asked 
that information on LBE’s be included. 


VP Moran noted that in the published meeting materials there is a report from CMD that 
lists all of the subcontractors as proposed. He indicated for a variety of reasons they 
were not able to attain anywhere near the level of LBE participation bid and hoped for 
and that the CMD report addresses the reasons why. 


Kathy How, AGM Infrastructure, responded a question from VP Moran as to if for good 
and valid reasons they were not able to meet the goals, does that tell us anything about 
the LBE program or the way contracts are managed to obtain a higher level. 


Commissioner Paulson stated that generally, LBE participation goals are being met. 


Commissioner Moran requested that additional response to his question be provided in 
writing. 


On motion to approve item 117: 
Ayes: Maxwell, Moran, Paulson and Harrington. 


Approve the terms and conditions of and authorize the General Manager to execute 
Amendment No. 2 to the Lease between the San Francisco Public Utilities 
Commission, and Bakeworks, LLC (Tenant) for the lobby café at 525 Golden Gate 
Avenue, suspending for seven months from October 1, 2020 through May 31, 2021 the 
terms of the Lease including Tenant’s obligation to pay rent and giving Tenant the right 
to resume the Lease on June 1, 2021 or terminate the Lease; retroactively ratify and 
approve the General Manager’s execution of Amendment No. 1 to the Lease which 
suspended the Lease terms, including payment of rent, from May 1, 2020 to 
September 30, 2020; and delegate authority to the General Manager to execute further 


amendments to the Lease to provide rent relief to Tenant due to COVID-19 through no 
later than December 31, 2021. (Resolution 20-0246) 


Rosanna Russell, Real Estate Director, introduced the item and requested approval. 





No public comment. 


On motion to approve item 12: 
Ayes: Maxwell, Moran, Paulson and Harrington. 


Adopt Asset Management Policy of the San Francisco Public Utilities Commission to 


guide and facilitate the planning, design, procurement, construction, operation, 
maintenance and retirement of critical infrastructure of the Water, Wastewater, and 


Power Enterprises. (Resolution 20-0247) 
AGM Ritchie discussed the need for a policy as a “quidepost’ for asset management 
practices throughout the organization. He noted a letter sent to President Maxwell from 
BAWSCA, dated December 16, 2020, and read BAWSCA’s recommendations and 
offered (SFPUC response): (1) SFPUC should consider how it intends to enforce the 
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policy as it may be appropriate to include and enforcement element in the policy itself. 
(enforcement of the policy within the organization is essentially as staff function as 
stated in the draft policy. Enterprise and bureaus Assistant General Managers are 
responsible for communicating and enforcing this policy. Further, the Asset 
Management Policy is tied to budget and Capital Planning efforts which provides 
oversight of policy effectiveness during the Commission’s review of the budget; (2) The 
policy should be linked to an action plan for each of the enterprises. BAWSCA believes 
an action plan is the appropriate next step in policy implementation and recommends 
the action plan include deadlines and deliverables, identify responsibilities for policy 
implementation, and put forth audit requirements to ensure continual validation and 
improvement in the policy. In addition, performance and reporting requirements could 
also be included in the action plan. (the policy is written at a high level to give overall 
quidance to the organization. It will be implemented and operationalized at the 
enterprise and bureau levels. The primary interaction with the Commission will be in the 
budget development process. As stated in the draft policy, this policy will be a quide for 
preparation budget and capital investment programs and as such, updates to the 
Commission of these programs will ensure regular review and consist reporting on the 
policy. AGM Ritchie indicated work is being done on this large undertaking. 


VP Moran noted the Commission is part of the enforcement mechanism via the budget 
process, but that during off-year budget cycle the policy needs to be reviewed by the 
Commission. 


Acting GM Carlin concurred. He stated the policy should be operationalized. He 
indicated that staff will return to the Commission to show how the policy is 
operationalized. VP Moran indicated the item should be included in the General 
Manager's work plan. 


Public Comment 

e David Pilpel stated the draft policy is high level and needs refinement. He indicated 
he isn't clear what would change with the policy and that it reinforces the 
Commission’s commitment to asset management. He indicted the existing 
Ratepayer Assurance Policy has reference to asset management that differs from 
the draft policy and suggests they be harmonized. He recommended yearly policy 
review. 

e Eli Pritchett, SFPUC Citizens’ Advisory Committee (CAC), Large Water Users seat, 
stated Acting GM Carlin presented the draft policy to the CAC and that they had the 
opportunity to provide feedback and they look forward to ongoing engagement. 

e Nicole Sandkulla expressed appreciation for the draft policy being brought before the 
Commission and thanked staff for their work. She indicated she looks forward to 
working with the Commission and staff as the operational plan is developed and 
implemented. 


On motion to approve item 13: 
Ayes: Maxwell, Moran, Paulson and Harrington. 


14. Adopt (1) Revised 2020 Baseline Scope, Schedule and Budget for the Sewer System 
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Improvement Program (SSIP), increasing the budget for SSIP Phase 1 projects to 
$3,655,256,684 and the budget for “SSIP Other Projects” to _$1,197,281,262, and (2) 
a new Baseline Scope, Schedule, and Budget for the Wastewater Enterprise (WWWE)’s 
Facilities and Infrastructure Program, which is a subset of projects in the adopted 


WWE 10-Year Capital Plan for FY 2020-21 through FY 2029-30, with a budget of 
$662,605,843. (Resolution 20-0248) 


Stephen Robinson, Wastewater Enterprise Capital Program Director, presented the 
2020 Revised Baseline for SSIP for facilities and infrastructure (F&I) scope, schedule 
and budget. 


Capital Planning Strategy: SS/IP-phased implementation focused on highest priorities. 
Director Robinson indicated phases two and three have not been authorized or funded 
by the SFPUC. He noted there has been an evolution of change since the SS/P 
workshops conducted in 2010 (affordability, level-of-service and asset management, 
market conditions, and delivery capacity, pace and operations). Director Robinson 
discussed the integral part of the never-ending asset lifecycle (capital planning and 
budgeting, project delivery, startup and commissioning and operations and 
maintenance). He noted the move from an unaffordable one-time large investment to a 
more sustainable strategic capital planning approach (one-time large investment 
(previous)) to adaptive management (moving forward). He stated the project is 
adaptively managed for sustainable delivery. He provided a summary of the 10-year 
Capital Plan (FY21-30 $5. 1B). 


Sewer System Improvement Program: Director Robinson reviewed SS/P program 
projects overview (70 projects in Phase I, with four additional projects added in 2018); 
review of current status of SSIP Phase | Cost Summary; Capital Planning strategy 
(previous phases and adaptive management (moving forward); and adopt revisions to 
baseline scope, schedule, and budget for SSIP from 2018 baseline to 2020. He noted 
the majority of the variances for Phase | are related to the Biosolids and Headworks 
Projects. 


Facilities and Infrastructure (F&I) Program: Director Robinson provided a review of the 
seven facilities and infrastructure projects; F&I program status cost summary; new 
baseline scope, adopt schedule and budget for F&I, 2020; and moving forward 
sustainably for continuous improvement in asset management, risk management, 
adaptive management, integrated planning, audit program, and capital planning. He 
noted the majority of the variances are related to Outfall projects. 


Commissioner Harrington thanked Director Robinson for the presentation. He asked 
that in the future he provide separation of cost overruns and provide details for each. 


VP Moran concurred with Commissioner Harrington’s request. He indicated he found it 
hard to determine what is going on with the agenda item and not until the presentation 
he could see the changes. 


Commissioner Paulson indicated he did not find the presentation confusing but that he 
concurred with Commissioner Harrington’s request regarding overruns. 
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Public Comment 


e Francisco DaCosta stated the presentation was convoluted. He discussed the 2004 
bond measure. He stated that $2.6B was to be spent on the SSIP. 

e David Pilpel stated he was having difficult determining the bottom line. He 
questioned if the changes add $1.4B to the program and asked what Is the new total 
SS/P Program cost. He found it difficult to compare new and old costs and stated 
unnecessary projects should not be included. He asked if it had been presented to 
the CAC Wastewater Subcommittee or full CAC. He questioned if the Commission 
was ready to approve the item. 

e Ali Altaha noted the cost of doing business in San Francisco and discussed issues 
not related to the agenda item. 


Director Robinson responded to questions from VP Moran as to what is being done 
regarding re-baselining and confirmed that the action requested is to adopt a “plan” and 
that it does not change appropriations, budgets, or contract amounts. VP Moran 
indicated he wants to see what the changes to the plan is and was unable to do that 
with the information provided. Director Robinson responded to VP Moran’s question as 
to whether the item is urgent and reviewed the variances again. VP Moran indicated he 
will follow up with Director Robinson on his questions. 


On motion to approve item 14: 
Ayes: Maxwell, Moran, Paulson and Harrington. 


Approve Modification No. 3 to Contract No. WW-628, Southeast Water Pollution 
Control Plant_New Headworks Facility Project, a Construction Manager/General 
Contractor (CM/GC) agreement, with Sundt-Walsh Joint Venture, increasing the 


contract amount by $106,321,923, and increasing the contract duration by 111 
consecutive calendar days, fora total contract amount of $398,502,107, and a total 
contract duration of 2,769 consecutive calendar days. (Resolution 20-0249) 

AGM How indicated the overall scope has changed since the Commission’s initial 
contract awarded in 2016 and briefly reviewed scope changes since that time. She 
reviewed the action being requested. She indicated that seismic retrofit and 
rehabilitation of the existing dry weather pump station and relocation of new odor control 
facilities, both of which are under design are not included. 


Jignesh Desai, Senior Project Manager, Headworks Project, responded to 
Commissioner Paulson’s request for an explanation of outreach efforts by third parties 
and how much of the $106,321,921 is for construction outreach. Mr. Desai responded to 
a follow-up question as to which consultant will be performing the outreach, indicating 
the consultant is RDJ. 


Public Comment 

e Francisco DaCosta asked why there are “preferred consultants” and commented 
don RDJ consultants. He stated transparency is needed and that someone else 
should be doing outreach. 

e Ali Altaha discussed Dwayne Jones and outreach. He questioned why the same 
person continues to pop-up. He indicated there has been no outreach to LBE’s and 





SFPUC MINUTES — DECEMBER 22, 2020 12 


stated failures need to be addressed. 

e David Pilpel reminded Commissioner Harrington of his past efforts to constrain the 
SS/P and for the trust that has been built. He discussed the item and stated that the 
contract changes advance the project within the total budget and advances the next 

_ phase and requested Commission approval. 

e Inaudible District 10 resident expressed concern with corruption and asked who is 
getting contracts for outreach and community benefits. She indicated her family did 
not receive any outreach and requested that outreach data be provided. 


On motion to approve item 15: 
Ayes: Maxwell, Moran, Paulson and Harrington. 


16. Authorize the General Manager to execute an Electric Service Agreement with the 
Master Developer of the Pier 70 Project, FC Pier 70, LLC, for the SFPUC to be the 
primary provider of electric service to the Pier 70 Project; and authorize the General 
Manager, subject to approval by ordinance from the Board of Supervisors, to enter into 
a separate agreement with FC Pier 70, LLC to pay FC Pier 70, LLC up to $1,700,000 
to install certain SFPUC electric facilities in substructures on the Pier 70 Project that 
the SFPUC will use to provide electric service to the Pier 70 Project, and may use to 


provide temporary electric service to other customers. (Resolutions 20-0250) 
Barbara Hale, AGM Power, introduced the item and requested approval. 


AGM Hale responded to a question from Commissioner Paulson as to why expedition 
(no-bid) is necessary, and to a second question why the developer is solely responsible 
for selecting who performs the work. 


AGM Hale responded to a follow-up question from Commissioner Harrington as to what 
is unusual and different about this contract and why can’t be done via existing rules and 
regulations. Deputy City Attorney Gessner provided additional response to 
Commissioner Harrington’s question. 


No public comment. 
Commissioner Paulson expressed un-comfort with non-competitive bidding in the item. 
AGM Hale stated that although the SFPUC will not competitive bid, the developer will 


per the development agreement. 


On motion to approve item 16: 
Ayes: Maxwell, Moran, Paulson and Harrington. 


The Commission Secretary re-announced that Closed Session item #20 would not be 
heard. 


17. Public comment on matters to be addressed during Closed Session 
None. 


18. Motion on whether to assert the attorney-client privilege regarding the matters listed 
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below as Conference with Legal Counsel 
On Motion not to assert the attorney-client privilege: 


Ayes: Maxwell, Moran, Paulson and Harrington 
The Commission entered Closed Session at 5:45 PM. 


Attendees: Commissioners Maxwell, Moran, Paulson and Harrington (19, 21), Michael 
Carlin, Acting General Manager (19, 21), Steve Ritchie, AGM Water (19, 21), Francesca 
Gessner, Deputy City Attorney (19, 21), Nicolas Whipps, Deputy City Attorney (21), Eric 
Sandler, CFO/AGM Business Services (19, 21), Ellen Levin, Deputy Manager, Water 
Enterprise (21), Donna Hood, Commission Secretary (19, 21), Lee Sayao, SFPUC IT 
(GRE). AAO) 


Conference with Legal Counsel — Pursuant to California Government Code, Section 
54956 .9(d) (1), and San Francisco Administrative Code, Section 67.10(d)(1 

Existing Litigation 

Benito Taylor v. City and County of San Francisco 

San Francisco Superior Court Case No. CGC-18-570702/Date Filed 10/18/18. 
Proposed settlement with City to pay plaintiff $85,000 and plaintiff to release all claims. 
(Resolution 20-0251) 


Conference with Legal Counsel — Pursuant to California Government Code, Section 
54956.9(a), and San Francisco Administrative Code, Section 67.10(d)(1) 
Conferring with, or receiving advice from, the City Attorney regarding the following 
existing litigation in which the City is a petitioner and Pacific Gas & Electric 
Company is an adverse party: In re: PG&E Corporation and Pacific Gas & Electric 
Company, United States Bankruptcy Court, Northern District of California, Case No. 
9-30088-DM, filed January 29, 2019; Federal Energy Regulatory Commission Case 
No. EL 19-38- 000, filed January 28, 2019; Federal Energy Regulatory Commission 
Case No. ER18- 1482-000, filed April 30, 2018; Federal Energy Regulatory 
Commission Case No. ER18-1102-000, filed March 15, 2018; Federal Energy 
Regulatory Commission Case No. ER18-790-000, filed, February 2, 2018; Federal 
Energy Regulatory Commission Case No. ER18-768-000, filed January 31, 2018; 
Federal Energy Regulatory Commission Case No. ER18-198-000, filed October 31, 
2017; Federal Energy Regulatory Commission Case No. ER17-2406-000, filed 
August 31, 2017; Federal Energy Regulatory Commission Case No. ER17-2181- 
000, filed July 31, 2017; Federal Energy Regulatory Commission Case No. ER17- 
2204, filed July 31, 2017; Federal Energy Regulatory Commission Case No. ER17- 
1509-000, filed May 1, 2017; Federal Energy Regulatory Commission Case No. 
ER17-910-000, filed January 31, 2017; Federal Energy Regulatory Commission 
Case No. EL 15-3-000, filed October 10, 2014; Federal Energy Regulatory 
Commission Case No. ER15-702-000, filed December 23, 2014; Federal Energy 
Regulatory Commission Case No. ER15-703- 000, filed December 23, 2014; 
Federal Energy Regulatory Commission Case No. ER15-704-000, filed December 
23, 2014; Federal Energy Regulatory Commission Case No. ER15-705-000, filed 
December 23, 2014; Federal Energy Regulatory Commission Case No. ER15-735- 
000, filed December 23, 2014; California Public Utilities Commission Case No. 1.15- 
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08-019, filed February 25, 2015; California Public Utilities Commission Case No. 
R.18-10-007, filed October 25, 2018; California Public Utilities Commission Case 
No. R.19-01-006, filed January 10, 2019; and California Public Utilities Commission 
Case No. R.19-09-016, filed January 10, 2019 


21. Conference with Legal Counsel - Pursuant to California Government Code Section 
94956.9 (d) (1) and San Francisco Administrative Code Section 67.10 (d) (1 
Existing Litigation 
State Water Board Cases, Sacramento Superior Court, JCCP No. 5013 (originally filed 


on January 10, 2019 in Tuolumne Superior Court as San Joaquin Tributaries Authority, 
et al v. California State Water Resources Control Board, Case No. 


CU62094) 


The Commission exited Closed Session at 6:08 PM. 





22. Announcement following Closed Session 
President Maxwell stated item 19 was approved and recommend for approval by the 
Board of Supervisors 


23. Motion regarding whether to disclose the discussions during Closed Session pursuant 
to San Francisco Administrative Code Section 67.12(a) 
On Motion not to disclose discussions 


Ayes: Maxwell, Moran, Paulson and Harrington 


24. Adjournment 
President Maxwell adjourned the meeting at 6:10 PM. 
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PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0233 


WHEREAS, Public Utilities Code Sections 398.4 and 398.5 require “retail suppliers 
of electricity products” to disclose to their end use customers annually the electricity sources for 
their sales to those customers; and 


WHEREAS, The San Francisco Public Utilities Commission (SFPUC) is required to 
report this information to its customers through a Power Content Label (PCL); and 


WHEREAS, The SFPUC has prepared its 2019 PCL for CleanPowerSF and is providing 
it to CleanPowerSF’s customers through physical mailers; and 


WHEREAS, the California Energy Commission (CEC) allows public agencies such as 
the SFPUC to attest to the veracity of their PCLs in lieu of having them independently verified 
by a third-party; and 


WHEREAS, SFPUC staff developed the PCL based on information provided by the CEC 
as well as information from CleanPowerSF’s Power Source Disclosure Report previously 
attested to by the Commission on June 23, 2020 in Resolution No. 20-0132; now therefore; be it 


RESOLVED, That the Commission attests to the veracity of CleanPowerSF’s 2019 PCL 
and authorizes the General Manager or his designee to submit a copy of the PCL to the CEC. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of December 8, 2020. 


lena \Abood- 


Secretary, Public Utilities Commission 
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Version: October 2020 


2019 POWER CONTENT LABEL 


CleanPowerSF 
www.CleanPowerSF.org 


ENERGY RESOURCES Green SuperGreen 3 
Power Mix 


48.1% 100.0% 31.7% 





















2019 CA 










































Eligible Renewable’ 
Biomass & Biowaste 



















Geothermal 
Eligible Hydroelectric 
Solar 
Wind 
Coal 
Large Hydroelectric 
Natural Gas 
Nuclear 
Other 


Unspecified sources of power* 


TOTAL 
Percentage of Retail Sales 


100% 100% 100% 
Covered by Retired Unbundled 


ecrpeet  huncoanie dns. 
RECs° 


'The eligible renewable percentage above does not reflect RPS compliance, which is 
determined using a different methodology. 

Unspecified power is electricity that has been purchased through open market transactions 
and is not traceable to a specific generation source. 

“Renewable energy credits (RECs) are tracking instruments issued for renewable generation. 
Unbundled renewable energy credits (RECs) represent renewable generation that was not 
delivered to serve retail sales. Unbundled RECs are not reflected in the power mix or GHG 

emissions intensities above. 

For specific information about this CleanPowerSF 

electricity product, contact: 415-554-0773 

For general information about the 

Power Content Label, please visit: 



















http://www.energy.ca.gov/pcl 







For additional questions, please 
contact the California Energy 
Commission at: 


Toll-free in California: 844-454-2906 
Outside California: 916-653-0237 
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San Francisco 


SS Water Power Sewer 


Services of the San Francisco Public Utilities Commission 


( 


SAN FRANCISCO PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


London N. Breed 
Mayor 


MINUTES 
Tuesday, December 8, 2020 


1:30 P.M. 
(Approved December 22, 2020) 


This meeting was held by Teleconference Pursuant to the Governor's Executive Order N- 29- 
20 and the Twelfth Supplement to Mayoral Proclamation Declaring the Existence of a Local 
Emergency Dated February 25, 2020 


Commissioners 
Sophie Maxwell, President 
Anson Moran, Vice President 
Tim Paulson 
Ed Harrington 


Michael Carlin 
Acting General Manager 


Donna Hood 
Secretary 





1. Call to Order 
President Maxwell called the meeting to order at 1:30 PM 


2. Roll Call 
Present: Maxwell, Moran, Paulson and Harrington 


3. Motion to accept Harlan Kelly’s resignation as the San Francisco Public Utilities 
Commission (SFPUC) General Manager effective close of business on November 30, 
2020 and waive the 45-day advance notice requirement under Section 7 of Mr. Kelly’s 
July 2017 Employment Agreement with the Commission 


On Motion to accept Harlan Kelly’s resignation as the SFPUC General Manager 
effective close of business on November 30, 2020 and waive the 45-day advance notice 
requirement under Section 7 of Mr. Kelly’s July 2017 Employment Agreement. 


Ayes: Maxwell, Moran, Paulson and Harrington 


Public Comment 

e David Pilpel expressed sadness with the situation and indicated he hopes things tum 
out well for Mr. Kelly. 

e Unknown caller stated that it can no longer be business as usual. She spoke to 
items not related to this item. 

e Francisco DaCosta discussed the need to maintain high standards and that the 
Commission must represent what is good. 


4. Approval of the Minutes of November 10, 2020 


On Motion to approve the Minutes of November 10, 2020: 
Ayes: Maxwell, Moran, Paulson and Harrington 


No public comment. 


5. General Public Comment 

e David Pilpel stated that a national search for a General Manager is not needed and 
that Acting General Manager Carlin would do a fine job. 

e Dave Warner, Palo Alto, asked that the new General Manager search include 
selection criteria that the candidate have demonstrated success between water 
agencies and environmental groups. He provided examples of situations where this 
did not happen under General Manager Kelly. 

e Eileen Boken discussed the Auxiliary Water Supply System (AWSS) and expressed 
displeasure that the AWSS uses potable water which should not be used for 
firefighting. 

e Peter Drekmeier, Tuolumne River Trust, indicated that at the end of the salmon 
season there have only been 841 salmon spawning compared to 130,000 in 1944. 
He addressed the New Don Pedro Reservoir flows and relicensing. 
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e Alita Dupree discussed the importance of CleanPowerSF which brings clean 
affordable electricity to San Francisco. She stated procurement of new renewable 
energy and storage need increase. She addressed battery storage. 

e Francisco DaCosta discussed the special meeting and asked the Commission to 
include the First People and not ignore the advocates. 

e John McMannis, President, Golden State Salmon Association, discussed the special 
meeting and indicated SFPUC staff had no retort to material provided that the 
Voluntary Agreement proposal relies on “junk science”. He indicated there is a 
chance for extension of salmon in the Tuolumne and that the SFPUC must break 
free from the Modesto and Tuolumne Irrigation Districts. 

e Ali Altaha discussed the challenges that the SFPUC faces asked how the SFPUC 
will lessen the effects of what has taken place and state what will be done. 

e Carol Steinfeld, Sierra Club, discussed the special meeting, issues related to water 
supply, and the lawsuit against the State’s Bay Delta Plan. She discussed 
BAWSCA’s comments regarding their challenges with reduced water use. She noted 
opportunities for better water management. 


6. Communications 
a) Advance Calendar 
b) Correspondence Log 
c) Alternative Water Supply Planning Quarterly Report 
d) Annual Water Resources Division Report 
e) Annual Water Supply Development Report 
f) Final FY 20-21 and FY 21-22 Budget Update 
g) CleanPowerSF Quarterly Report 
h) Water Supply Conditions Update 
i) Letter to Bay Area Water Supply and Conservation Agency Board 


Public Comment 

e Jed Holtzman, 350 Bay Area, spoke to item 6g and asked that it be moved from 
“Communications” and back into the “General Manager Report” for discussion. 

e David Pilpel spoke to item 6e and stated that future demand projections need to 
be revisited as the “post-virus” world becomes clear; and item 6f - asked when the 
SFPUC budget hearings will be set. 

e Alita Dupree spoke to item 6g and expressed appreciation that the item is on the 
agenda. She discussed the new and upcoming projects. 

e Peter Drekmeier spoke to item 6d and stated that Paula Kehoe does excellent 
work and that the Water Resources Annual Report is the most user friendly and 
comprehensive report produced by the SFPUC; and item 6c and expressed 
concern with the need for 98 MGD to meet demands. He discussed factors that 
may affect that number and addressed the water supply worksheet. 


7. Update on San Francisco Public Utilities Commission’s Racial Equity Plan (ORE) 
Required by the Office of Racial Equity 

Masood Ordikhani, Chief Equity and Innovation Officer, indicated that the Office of 

Racial Equity Plan Phase | submittal deadline is December 31, 2020. He discussed 

Planning and Engagement Process, which included each SFPUC enterprise and 
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bureau. He indicated that voices of those that are generally excluded be given the 
opportunity for input through a variety of means including town halls, workshops, lunch- 
and-learns, and agency-wide discussions. 


Justine Hinderlitner, SFPUC Chief People Officer, continued with a review of seven 
‘pillars’ in the ORE Plan: (1) Hiring and Recruitment, (strategic diversity recruitment 
programs, hiring diversity analysis, and interview toolkit update); (2) Mobility and 
Professional Development; (3) Retention and Promotion (transparent promotive 
pathways, professional “career lattice” development, and comprehensive internal 
communication on job opportunities); (4) Organizational Culture of Inclusion and 
Belonging (Racial Equity Resource Library); (5) Discipline and Separation (increased 
manager effectiveness and accountability, alternative dispute resolution process, and 
leadership development curriculum); (6) Diverse and Equitable Leadership. 


Mr. Ordikhani continued with a discussion of (7) Boards and Commissions (track and 
report demographic data and Racial Equity Training to augment existing required 
Implicit Bias Training). 


He indicated that each SFPUC enterprise and bureau will be reporting their ORE Plan 
to the Commission during 2021. 


Commissioner Paulson thanked the presenters for an informative presentation. 
President Maxwell thanked the presenters and noted the importance of the issue. 


Public Comment 

e Francisco DaCosta discussed his interest in racial equity. He noted the number of 
employees who have left the SFPUC in the recent years. 

e Ali Altaha indicated he was shocked to hear staff say that construction management 
staff learn through their job and said they are unexperienced. He stated qualified 
individuals are discriminated against. 

e Denise Louie stated that Civil Rights Act, Title 6, prohibits racial discrimination and 
that the program for racial equity is race-based and should be stopped and that 
people should be hired on a color-blind basis or be subject to lawsuit. 


Commissioner Harrington addressed the General Manager Report. He noted that the 
Commission is responsible for oversight and policy direction. He commended staff for 
their work and the information they provide. He questioned the necessity of a 600 to 
700-page audit report with no indication of what needs to be done with it. He discussed 
options for providing summary documents instead. He stated for reports that need to be 
more in-depth they need to respond to these questions - What? So what? Now what? 
He discussed the quarterly reports and indicated they should provide a cover letter 
summary of what happened during the quarter and then pick several important projects 
and provide detailed updates and that information on the small projects is not needed. 


Commissioner Paulson concurred with Commissioner Harrington’s comments. 


Vice President (VP) Moran stated that Commissioner Harrington’s comments are useful. 


ee aIN ME Salas Ni Uma IME MANTLE LI Sa ca LG Rd MH eR ade Seat oe on A ES MCR in) Gas WISE Us mvin ewe stnee gee ety rus cen Pasty ed 
SFPUC MINUTES — DECEMBER 8, 2020 4 


He stated that transparency is important and that the information needs to be accessible 
in some way to the public. 


Acting General Manager Carlin stated that he would work with staff on how the 
materials are reported and re-think the General Manger portion of the agenda. 


President Maxwell stated that the information is important but needs to be provided in a 
more concise way. 


8. Report of the General Manager 
a) Quarterly Audit and Performance Review Report 
i. FY 2020-21 Water Enterprise Inventory Count 
ii. FY 2019-20 Wastewater Enterprise Inventory Count 
iii. FY 2019-20 Hetch Hetchy Water and Power Inventory Count and 
Management Response 
iv. 2019 Green-e Verification Audit 
v. San Francisco Public Utilities Commission Proposition 1E Grant Audit 
vi. PG&E Interconnection Agreement Audit Termination Letter 
vii. Budget & Legislative Analyst Workforce Development Performance Audit 
Charles Perl, Deputy Chief Financial Officer (CFO) provided a progress update 
for audits and assessments year-to-date: 40 in-progress, 32 upcoming, 24 
completed and four cancelled. He reviewed audits completed and issued. He 
discussed the CleanPowerSF 2019 Green-e Verification Audit (purpose, 
outcome, customers and MWh provided). 


Deputy CFO Perl continued with an FY 220-21, Q2 current quarter outlook and 
reviewed performance and financial audits that are completing. He noted staff 
is working with the City Services Auditor (CSA) to update the audit plan. He 
reviewed the single open (CSA) audit and recommendation and indicated it 
has a target close date of December 31, 2020. 


Commissioner Moran thanked Deputy CFO Perl for the presentation and 
indicated the one open audit and recommendation is encouraging. 


Commissioner Moran provided comments regarding the FY 2019-20 Physical 
Inventory Count Audits (Water, Wastewater, Hetch Hetchy Water and Power). 


Barbara Hale, Assistant General Manager (AGM) Power, responded to a 
question from Commissioner Harrington regarding what happens with the 
PG&E Interconnection Agreement Audit Termination Letter. 


Public Comment 

e David Pilpel expressed appreciation for the discussion and stated he did not see 
staff presentation posted. He thanked Commissioner Harrington and Acting GM 
Carlin for their discussion regarding how to address the large audit and quarterly 
reports. 
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b) Quarterly Budget Status Report 
Laura Busch, Budget Director, began with a Q1 summary noting positive net results 
are projected for all enterprises; Water revenues are up from higher wholesale sales; 
Water debt refinancing provided debt service savings; minimal revenue variance in 
Wastewater, Power and CleanPowerSF (<1%); one-time benefit from close-out of 
capital/orogrammatic projects to replenish fund balance; and financial results 
projected to exceed or meet policy targets for coverage and reserves. 


She indicates that project closeout helped the budget rebalancing effort and one- 
time capital project reductions in Water, Wastewater and Hetch Hetchy Water and 
Power assisted with the budget rebalancing effort ($44.5M capital project cuts, 
mostly power and $2.6M programmatic project cuts). 


Director Busch reviewed 2021 Water, Wastewater, Power, and CleanPowerSF 
budgetary variances (sources and uses), and noted key financial ratios. 


Director Busch responded to a question from Commissioner Harrington regarding 
how the amount of money coming from closeouts, particularly in Hetchy, was 
determined. 


No public comment. 


c) Hetch Hetchy Capital Improvement Program (HCIP) Quarterly Report 
Katie Miller, Director Water Capital Programs, thanked Commissioner Harrington for 
his comments regarding staff reports. She noted they want the reports to be 
meaningful and indicated they attempt to provide summary highlights and data. She 
stated that the reports help staff be accountable and provide a sense of 
accomplishment. 


Director Miller began by noting that $527M has been expended to-date with $174M 
remaining and is 32% complete. She reviewed the HCIP cost summary and 
schedule summary, and discussed projects that are on-schedule, exceed schedule 
by two to six months, and those that exceed schedule more than six months. 


Director Miller provided highlights of the reporting period for following projects: (1) 
Holm Powerhouse Rehabilitation and Kirkwood Powerhouse Oil Containment; (2) 
Moccasin Powerhouse and GSU Rehabilitation; (3) O'Shaughnessy Dam Access 
and Drainage improvements; (4) Mountain Tunnel improvement; and (5) 2018 March 
Storm Event emergency repairs. She indicated the Moccasin Reservoir perimeter 
security fence project is on schedule for completion in the third quarter. 


Public Comment 
e Francisco DaCosta asked how much has been spent on Mountain Tunnel from 
the beginning of Jacob’s Engineering work through today. 


At the request of President Maxwell, Acting GM Carlin responded to Mr. DaCosta’s 
question regarding Mountain Tunnel project costs. 
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Director Robinson presented items 8d, 8e, and 8&f together. 

d) Sewer System Improvement Program Quarterly Report 
Stephen Robinson, Wastewater Enterprise Capital Programs Director, indicated 
construction continues the Sunset Green Infrastructure, Oceanside Plant Digester 
Gas Utilization Upgrade, and Mariposa Dry-Weather Pump Station and Force Main 
Improvements. He reviewed (1) Program status (46.5% complete); (2) Cost 
summaries for Phase I; (3) Cost summary “Other’; (3) Project status (12 projects on 
schedule and budget, five needing attention, and 14 with greater than 10% 
variance); (4) Programmatic schedule performance; (5) Largest cost increases for 
Phase I; (6) Largest schedule variances Phase |; and (7) Achievements. 


Commissioner Paulson discussed Project Labor Agreements and that the work must 
be consistent with Local Hire requirements and prevailing wages. 


e) Wastewater Enterprise (WWE) Capital Improvement Program (CIP) Quarterly 
Report 
Director Robinson reviewed the elements of the WWE CIP Capital Programs. He 
presented facilities and infrastructure cost and schedule variances. He responded to 
a question from President Maxwell regarding why sandbags are not needed at 
Ocean Beach, and a question as to what would happen if the Islas Creek Crossing Is 
abandoned. 


f) Southeast Area Major Projects Update (1) Biosolids, (2) Headworks, and (3) 1550 
Evans Southeast Community Center 
Director Robinson provided an update to the Southeast Area Major Projects (1) 
Southeast Plant (SEP) Biosolids Digesters Facilities Project (cost $1,680M); (2) SEP 
New Headworks Facility Project (cost $618.8M); (3) Southeast Community Center 
1550 Evans (cost $109.5M). 


Public Comment (8d, 8e and 8f) 
e David Pilpel requested that the reports and presentations for items 8d, 8f be 
posted. 


g) Report on Recent San Francisco Public Utilities Commission Activities, Events 
and Announcements 
Acting GM Carlin stated that the SFPUC is reviewing and assessing processes for 
operating practices (contracting) and will be requesting and audit of the SSIP. He 
indicated there has been communication with ratepayers, wholesale customers, 
rating agencies and others, and he will keep the Commission informed. He noted 
that SFPUC staff continue to staff the Command Center during the pandemic. 


No public comment. 
9. New Commission Business 


Commissioner Moran asked that the Water Supply Budget Worksheet be placed on the 
December 22, 2020 agenda. 
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Commissioner Harrington asked that the next special water workshop focus on SFPUC 
science in the Bay Delta and Tuolumne since that was not covered during the first 
workshop. He asked that the workshop on demand and supply be delayed. He 
requested that the Acting GM work with the Commission Secretary on potential 
workshop dates. 


No public comment. 


The Commission Secretary read the Consent Calendar and announced that multiple 
members of the public requested via email that item 10e be removed for discussion. 


Deputy City Attorney Gessner responded to a question from Commissioner Paulson 
regarding the process for removing an item from the Consent Calendar. 


10. Consent Calendar: 


a) Approve execution of an attestation of veracity for the SFPUC’s CleanPowerSF 
2019 Power Content Label (PCL), and submission of the PCL to the California 
Energy Commission (CEC). CleanPowerSF is required by State law to annually 
disclose the sources of electricity generation used to serve CleanPowerSF’s end- 
use electric customers through the preparation of the Power Source Disclosure 
(PSD) Report and PCL. CleanPowerSF’s 2019 PSD Report was approved on 
June 23, 2020 in Commission Resolution No. 20-0132 and submitted to the CEC 


on June 25, 2020. The PSD Report demonstrated that in 2019 CleanPowerSF’s 
Green product supply was 48.1% Renewable Portfolio Standard (RPS) eligible 


renewable, and its SuperGreen product supply was 100% RPS-eligible 
renewable. (Resolution 20-0233) 





b) Approve execution of an attestation of veracity for Hetch Hetchy Power's (HHP’s) 
2019 Power Content Label and its submission to the California Energy 
Commission. Hetch Hetchy Power is required by State law to annually disclose 
the sources of electricity generation used to serve its end-use electric customers 
through the preparation of a Power Source Disclosure Report and Power Content 
Label. The 2019 PSD Report provided to the CEC shows that the electricity 
sources used to serve Hetch Hetchy Power's end-use electric customers were 
100% greenhouse-gas free and that Hetch Hetchy Power met its compliance 
obligations under California’s Renewable Portfolio Standard. (Resolution 20-0234) 


c) Approve Amendment No. 3 to Agreement No. CS-318, Equipment and Software 
Maintenance with Schneider Electric Systems USA, Inc., to provide 24/7 
manufacturer emergency technical support for the Oceanside and Southeast 
Wastewater Treatment Plants Distributed Control Systems software and 
hardware; and authorize the General Manager to execute this amendment, 
increasing the agreement amount by $850,000 and extending the agreement 
duration by two and a half years, for a total not-to-exceed agreement amount of 


$4,771,422, and a total duration of nine years and six months. (Resolution 20- 
0235) 
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d) Approve Amendment No. 2 to Agreement Nos. PRO.0019.A-D, As-Needed 
Specialized and Technical Services, Water Enterprise, with Brown & Caldwell- 
GTC, JV (PRO.0019.A), RMC-Lotus, JV (PRO.0019.B), MWH-JHCE, JV 
(PRO.0019.C), and AECOM-WRE, JV (PRO.0019.D), and authorize the General 
Manager to execute these amendments, extending each agreement's duration by 
one year, for a total agreement duration of five years each, with no change to the 
agreement amounts. (Resolution 20-0236) 


Public Comment items 10a through 10d: 
e Ali Altaha stated his email request included the removal of other contracts on the 
Consent Calendar as long as they included LBE preference points. 


On Motion to approve Consent Calendar items 10a through 10d: 
Ayes: Maxwell, Moran, Paulson and Harrington 


The Commission Secretary read the item and indicated there were multiple emails 
received requesting the removal of item 10e from the agenda: (Velma Mcadam 
(3), Islam Limon, Henry Flower, Susan Chin, Ninie Campbell, Dan Simpsons, 
Alexandro Diego Lapal, Sheki Shi, and Emilia Sueer, Ali Altaha) 


e) Approve the selection of Cooper Pugeda Management/CM Pros Joint Venture 
(CPM/CM Pros JV) and Hazen and Sawyer/Avila and Associates Consulting 
Engineers, Inc./Dabri, Inc., Joint Venture (Hazen/Avila/Dabri JV); and award 
Agreements Nos. PRO.0140A & B, Construction Management Services for the 
East Bay Region, to provide construction management services and staff 
augmentation to manage multiple overlapping Regional Water Enterprise 
construction projects; and authorize the General Manager to execute these two 
professional services agreements with CPM/CM Pros JV (PRO.0140A) and 
Hazen/Avila/Dabri JV (PRO.0140B), each for an amount not-to-exceed 
$9,000,000, and each with a duration of seven years. (Resolution 20-0237) 


Kathy How, AGM Infrastructure, indicated numerous comments were received 
regarding MCK Americas, the third ranked firm that is part of a JV team with Arcadis. 
She indicated that staff is not requesting to award a contract to Arcadis/MCK JV. 
She stated comments were also received regarding Dabri of the JV Hazen/Avila/ 
Dabri JV, and around CMD-assigned bonus points given to the JV’s. She confirmed 
approval is requested to award a contract to Hazen/Avila/Dabni JV. 


She stated that the SFPUC does not take the lead to assign ratings bonuses to any 
of the proposers, but that the City’s Contract Monitoring Division (CMD) assigns the 
bonuses, and in this case in order for an LBE proposer to receive a rating bonus, the 
LBE proposer must have been certified by CMD in the area of Construction 
Management at the time of the proposal submission. She stated that proposals for 
PRO.0140 were due May 28, 2020. According to the submission letter issued by 
CMD, MCK Americas was certified on March 7, 2017 through September 30, 2020 
as a Small San Francisco Local Business Enterprise (SF LBE) in the Construction 
Management category. Thus, MKC was certified as a small (SF LBE) in the 
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Construction Management Category on the proposal due date of May 28, 2020 and 
was entitled to a 7.5% rating bonus as a 40% JV partner. According to the 
certification letter issued by the CMD, Dabri, Inc. was certified on May 5, 2017 
through August 31, 2020 as a Micro San Francisco Local Business Enterprise in the 
Construction Management category. Thus, Dabri was certified as a Micro SF LBE in 
the Construction Management category on the proposal due date of May 28, 2020 
and was entitled to a 7.5% rating bonus as a 40% JV partner. 


AGM How confirmed a statement by Commissioner Harrington that if all the firms 
had their 7.5% bonus points eliminated that the ranking would remain the same, and 
the top two firms would remain the top two. 


AGM How confirmed Commissioner Moran’s remark that the specific concerns 
raised are without ment and are factually incorrect. 


In clarification of Commissioner Harrington’s comment, AGM How indicated that the 
removal of the 7.5% bonus points would have moved Mott MacDonald/Salimi JV up 
in the ranking (to third ranked), which is why the question of MCK Arcadis was 
raised. 


In responded to a question from Commissioner Moran as to whether any protests 
were received by firms on the list, AGM How indicated that no firms on the list have 
filed protests. 


AGM How confirmed President Maxwell's remark that at the time of the award all 
firms were in compliance as determined by CMD. 


Public Comment items 10e: 

e Ali Altaha stated that AGM How provided un-factual facts. He indicated that there 
is merit, that AGM How corrected herself on scoring, and he stated that he filed a 
protest and that he has seen one additional protest. He stated it is an ethical 
issue that needs to be addressed, that companies are not qualified to begin with, 
and that work is being taken from legitimate LBE’s on this contract. 


AGM How indicated that a protest was received by one of the firms but was not 
related to the LBE bonus points and stated that the protest was resolved. 


e Eric Wright stated the LBE certification process is public and can be followed. He 
stated Dabri and MCK did not have their certification throughout the process and 
are not currently LBE certified. He discussed the reason for the LBE process to 
support small companies and stated large companies should not be awarded the 
contract. He discussed a memorandum from Vivian Liu at CMD discussing the 
award of points. He stated the information in the memo Is incorrect and he asked 
for the opportunity to show the mistake. 


AGM How responded to a question from Commissioner Harrington as to what would 
or wouldn't happen if the item was delayed. 
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Commissioner Paulson stated he doesn’t want to diminish the capability of the 
bidding process based on what he is hearing versus a greater discussion regarding 
the process. AGM How provided response on the process and expressed the urgent 
need for the contract. She noted the SFPUC has no oversight on CMD and that 
CMD makes determinations and delaying the item would not change the 
determination. 


Deputy City Attorney John Roddy and AGM How responded to a question from 
Commissioner Paulson regarding vulnerability. 


On Motion to approve Consent Calendar item 10e: 
Ayes: Maxwell, Moran, Paulson and Harrington 


11. Public Hearing: San Francisco Public Utilities Commission Budget Priorities for 
Upcoming FY 2021-22. Review SFPUC budget priorities for the upcoming FY 2021-22 
budget and allow for Commission and public input. Staff will provide information on 


Charter-required updates to the Commission’s 10-year capital and financial plans. 
Eric Sandler, CFO and AGM Business Services, began with a review of the FY 2020- 


21 and FY2021-22 Budget process, which began in February 2012 with the budget 
adoption. He indicated that on February 9, 2021 the revised FY 21-22 operating and 
capital budgets and the 10-Year Capital and Financial Plans will before the 
Commission for consideration. 


CFO Sandler discussed the FY 2021-22 budget reopening, which is unusual for the 
SFPUC as ordinarily SFPUC’s budget would be closed this year. In compliance with 
new budget reform legislation two public hearings will be conducted on the FY 2021-22 
budget, one at the current meeting and one on February 9, 2021, when the 
Commission will consider adoption. 


He reviewed the reopening approach, reopening calendar, biennial budget themes, 
and reopening priorities for FY 2021-22. 


Commissioner Paulson thanked staff for their diligence. He indicated that the same 
information is provided via presentations on different agenda items and asked that for 
efficiency information not be repeated. 


CFO Sandler responded to questions from Commissioner Harrington: (1) where any 
assumptions included as to how long COVID will last, what may change over time, and 
economic recovery, and (2) if there is anything significant on the reopening of the capital 
budget. 


Public Comment 

e David Pilpel discussed the reopening process. He provided his input for budget 
priorities (1) add Condition Assessments to language about Asset Management; (2) 
highlight to continue City Asset Management investments; (3) be discerning about 
critical versus non-critical capital projects and deferring non-critical and (4) reinforcing 
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24/7 operations. He requested the Asset Management Policy be brought back to the 
Commission. 

e Francisco DaCosta addressed items not related to item 11. 

e Eric Wright addressed items not related to item 11. 


12. Authorize the General Manager to extend through June 30, 2021 (1) the Temporary 
Emergency Customer Assistance Program for COVID-19 Relief for single-family 
residential customers providing a discount of 15% on water, 35% on sewer, and 30% 
on Hetch Hetchy Power bills, (2) the application deadline for the Small Business and 
Nonprofit Customer Assistance Program for COVID-19 Relief providing a 20% 
discount on water and sewer bills, and (3) the temporary suspension of rules 


governing water/power shutoffs, liens, and fines that is currently scheduled to end 
January 15, 2021. (Resolution 20-0238) 


Erin Franks, Rates Administrator, requested an extension of the Emergency 
Assistance Program Shutoff Moratorium for (1) Residential Discount, (2) Small 
Business and Non-Profit Discount, and (3) Shutoffs, liens, and fines moratorium. Ms. 
Franks reviewed program usage and discussed the concentration of applications. 


Public Comment 

e David Pilpel stated that page four of the staff report is vague on the fiscal impact of 
the proposal and requested a sense of scale. He asked for confirmation that 
ratepayer impacts don’t violate Proposition 218 or Proposition 26. 


On Motion to approve Item 12: 
Ayes: Maxwell, Moran, Paulson and Harrington 


13. Approve three power supply contracts for CleanPowerSF between the San Francisco 
Public Utilities Commission and Calpine Energy Services, LP (Calpine): (1) 
retroactively approving an amendment to an existing Resource Adequacy (RA 
capacity contract to extend the term of the contract by seven years to 2029, and 
increasing the contract amount by $27,000,000 for a total contract amount not-to- 
exceed $30,240,000; (2) an amendment to a renewable energy contract to extend the 
term by seven years to 2029, and increasing the contract amount by $193,299,120 for 
a total contract amount not-to-exceed $242,979,817; and (3) anew RA contract for a 
term of six years from 2024 to 2029, for a total contract amount not-to-exceed 

59 400,000: and authorize the General Manager to seek approval from the Board of 
Supervisors for these contracts, including one retroactive approval for the amendment 


to the existing RA capacity contract. (Resolution 20-0239) 
Mike Hyams, Director, CPSF, presented the item and amendments to the three 


contracts: (1) Provide retroactive approval of an amendment to an existing contract to 
provide Resource Adequacy capacity from the Geysers Geothermal power plant; (2) 
Approval of an amendment to an existing energy contract to provide energy from the 
Geysers Geothermal power plant; and (3) Approval of a new contract to purchase 
additional Resource Adequacy capacity from other facilities located in California. 


The three contracts are projected to reduce CleanPowerSF’s supply costs by 
approximately $27 million over the FY 2022 to FY 2029 timeframe relative to its 
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adopted 10-year financial plan. 


Public Comment 
e David Pilpel asked for clarity on how the City’s contracting process and dynamic 
power market relate. 


On Motion to approve Item 13: 
Ayes: Maxwell, Moran, Paulson and Harrington 


14. Approve one Resource Adequacy (RA) contract, executed by the General Manager, 
for CleanPowerSF to sell RA products to Southern California Edison Company, in an 
amount not-to-exceed $1,273,570; and authorize the General Manager to seek 
retroactive approval from the Board of Supervisors for the RA contract. (Resolution 20- 
0240) 

Director Hyams introduced the item and requested approval. 


Directory Hyams responded to a question from President Maxwell as to the type of 
products that are sold. 


No public comment. 


On Motion to approve Item 14: 
Ayes: Maxwell, Moran, Paulson and Harrington 


15. Authorize the General Manager to execute the First Amendment to the Second 
Amended and Restated Operating Agreement with the California Independent System 
Operator, establishing the terms and conditions for scheduling the SFPUC’s electrical 
transmissions, and retroactively extending the Agreement from March 2, 2018 through 
December 2030 for a total duration of approximately 15.5 years, subject to Board of 


Supervisors approval under Charter Section 9.118. (Resolution 20-0241) 
Margaret Hannaford, Division Manager, Hetchy Water, discussed the need for the 


contract and the amendment. 


Commissioner Harrington expressed concern that the last three agenda items were 
requests for retroactive approvals. Ms. Hannaford responded to his question as to why 
an agreement that expired nearly three years ago Is just now coming before the 
commission for amendment. 


No public comment. 


On Motion to approve Item 15: 
Ayes: Maxwell, Moran, Paulson and Harrington 


16. Authorize CleanPowerSF to participate in the California Public Utilities Commission’s 
(CPUC) Arrearage Management Program, which provides qualifying customers with 


debt forgiveness for past due amounts owed. (Resolution 20-0242) 
Barbara Hale, AGM Power, discussed the CPUC’s Arrearage Management Program to 
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forgive past-due amounts owed and the SFPUC’s desire to participate in the program, 
and she requested approval. 


No public comment. 


On Motion to approve Item 16: 
Ayes: Maxwell, Moran, Paulson and Harrington 


17. Authorize the General Manager to execute an Agreement with the California 
Department of Fish and Wildlife (CDFW) regarding the construction, operation, and 
maintenance of a permanent water recirculation system at the CDFW-owned and 
operated Moccasin Fish Hatchery to allow for reduction in SEPUC water deliveries to 
the Hatchery during shutdowns of the Hetch Hetchy Water and Power system and 


during droughts, with a duration of 24 months and in an amount not-to-exceed 
$2,600,000. (Resolution 20-0243) 


Steve Ritchie introduced the item and requested approval. 
Commissioner Harrington noted the Lease expired in 2012. 
No public comment. 


On Motion to approve Item 17: 
Ayes: Maxwell, Moran, Paulson and Harrington 


18. Public commenton matters to be addressed during Closed Session 
None. 


19. Motion on whether to assert the attorney-client privilege regarding the matters listed 
below as Conference with Legal Counsel 


On Motion to assert the attorney-client privilege: 
Ayes: Maxwell, Moran, Paulson and Harrington 


The Commission entered Closed Session at 5:53 PM. 


Closed Session attendees: Commissioners Maxwell, Moran, Paulson and Harrington, 
Michael Carlin Acting General Manager, Deputy City Attorneys Francesca Gessner, 
Mark Lipton and John Roddy, Steve Ritchie, AGM Water, Eric Sandler, AGM Business 
Services, Lee Sayao, SFPUC IT, Donna Hood, Commission Secretary 


20. Existing Litigation 
Conference with Legal Counsel — Pursuant to California Government Code, Section 
54956.9(d) (1), and San Francisco Administrative Code, Section 67.10(d)(1 
Pacific Bell Telephone Company v. City and County of San Francisco, et al. 


San Francisco Superior Court Case No. CGC-19-581035/Date Filed 11/25/19 
Proposed settlement with City to pay plaintiff $72,036 and plaintiff to release all claims. 


(Resolution 20-0244) 
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The Commission exited Closed Session at 6:00 PM. 


21. Announcement following Closed Session 
The Commission President announced that item 20 was approved and recommends 


settlement to the Board of Supervisors. 


22. Motion regarding whether to disclose the discussions during Closed Session pursuant 
to San Francisco Administrative Code Section 67.12(a) 


On Motion not to disclose discussions during Closed Session: 
Ayes: Maxwell, Moran, Paulson and Harrington 


23. Adjournment 
President Maxwell adjourned the meeting at 6:01 PM. 
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PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0234 


WHEREAS, Public Utilities Code Sections 398.4 and 398.5 requires “retail suppliers 
of electricity products” to disclose to their end use customers annually the electricity sources for 
their sales to those customers; and 


WHEREAS, The San Francisco Public Utilities Commission (SFPUC) is required to 
report this information to its customers through a Power Content Label (PCL); and 


WHEREAS, The SFPUC has prepared its 2019 PCL for Hetch Hetchy Power and is in 
the process of providing it to Hetch Hetchy Power customers through bill inserts or as a web-link 
for customers billed electronically; and 


WHEREAS, the California Energy Commission (CEC) allows public agencies such as 
the SFPUC to attest to the veracity of their PCLs in lieu of having them independently verified 
by a third-party; and 


WHEREAS, SFPUC staff developed the PCL based on information provided by the 
CEC as well as information from Hetch Hetchy Power’s 2019 Power Source Disclosure Report 
previously attested to by the Commission in Resolution 20-0133 on June 23, 2020; now 
therefore; be it 


RESOLVED, That the Commission attests to the veracity of Hetch Hetchy Power’s 
2019 Power Content Label and authorizes the General Manager or his designee to submit a copy 
tothe.CEC. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of December 8, 2020. 


lloran Mtod 


Secretary, Public Utilities Commission 
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2019 POWER CONTENT LABEL 
Hetch Hetchy Power 


sfwater.org/hetchypower 
Hetch Hetchy Hetch Hetchy 2019 CA 

Power Power Premium Power Mix 
0.0% 100.0% 31.7% 




























ENERGY RESOURCES 























Eligible Renewable’ 
Biomass & Biowaste 



















Geothermal 
Eligible Hydroelectric 
Solar 
Wind 
Coal 
Large Hydroelectric 
Natural Gas 
Nuclear 
Other 


Unspecified sources of power* 
TOTAL 
Percentage of Retail Sales 


100% 100% 100% 
Covered by Retired Unbundled 


0.0% 0.0% 
RECs° 


'The eligible renewable percentage above does not reflect RPS compliance, which is 
determined using a different methodology. 
*Unspecified power is electricity that has been purchased through open market transactions 
and is not traceable to a specific generation source. 

*Renewable energy credits (RECs) are tracking instruments issued for renewable 
generation. Unbundled renewable energy credits (RECs) represent renewable generation 
that was not delivered to serve retail sales. Unbundled RECs are not reflected in the power 
mix or GHG emissions intensities above. 
For specific information about this HETCH HETCHY POWER 

electricity product, contact: (415) 551-4720 
For general information about the 
Power Content Label, please visit: 














http://www.energy.ca.gov/pcl 








For additional questions, please 
contact the California Energy 
Commission at: 


Toll-free in California: 844-454-2906 
Outside California: 916-653-0237 
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PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0235 


WHEREAS, On September 24, 2013, pursuant to Resolution No. 13-0142, this 
Commission awarded Agreement No. CS-318, Equipment and Software Maintenance, and 
authorized the General Manager of the San Francisco Public Utilities Commission (SFPUC) to 
negotiate and execute a professional services agreement in an amount not-to-exceed $3,342,840 
and with a duration of three years, with Invensys Systems Inc. (later acquired by Schneider 
Electric USA, Inc. in 2016) to provide 24/7 emergency maintenance support services for the 
Wastewater Treatment Plants control system equipment and software; and 


WHEREAS, On January 22, 2019, pursuant to Resolution No. 19-0011, this Commission 
retroactively approved Amendment No. 1, increasing the agreement amount by $578,582, 
extending the agreement duration by two years, and approving the contractor name change from 
Invensys Systems Inc. to Schneider Electric USA, Inc. to continue providing maintenance 
services, for a total not-to-exceed agreement amount of $3,921,422, and a total agreement 
duration of five years; and 


WHEREAS, On January 22, 2019, pursuant to Resolution No. 19-0011, this Commission 
approved Amendment No. 2, increasing the agreement amount by $633,361, and extending the 
contract duration by two years, to continue providing maintenance services, increasing the total 
not-to-exceed agreement amount to $3,921,422, and extending the agreement duration to seven 
years; and 


WHEREAS, Amendment No. 3 is being requested to increase the agreement by 
$850,000, and to extend the contract duration by two and a half years, to continue to provide 
24/7 emergency maintenance support services for the Wastewater Treatment Plants control 
system equipment and software, increasing the total not-to-exceed agreement amount to 
$4,771,422, and extending the agreement duration to nine and a half years; and 


WHEREAS, The Contract Monitoring Division (CMD) waived the Local Business 
Enterprise (LBE) subcontracting participation requirement for this contract pursuant to Chapter 
14B.8 of the San Francisco Administrative Code; and 


WHEREAS, Funds for this agreement is available from Wastewater Enterprise’s 
Operating funds; now, therefore, be it 


RESOLVED, That this Commission hereby approves Amendment No. 3 to Wastewater 
Enterprise’s Operating funds-funded Agreement No. CS-318, Equipment and Software 
Maintenance, with Schneider Electric USA, Inc., to provide 24/7 emergency maintenance 
support services for the Wastewater Treatment Plants’ control system equipment and software; 
and be it 
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FURTHER RESOLVED, That this Commission authorizes the General Manager to 
execute Amendment No. 3, increasing the agreement amount by $850,000 and extending the 
agreement duration by two and a half years, for a total not-to-exceed agreement amount of 
$4,771,422, and a total agreement duration of nine and a half years. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting December 8, 2020. 


pllonna Meek 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0236 


WHEREAS, Following a competitive process, on October 11, 2016, per Resolution 16- 
0214, this Commission awarded Water Enterprise-funded Agreement Nos. PRO.0019.A-D, As- 
Needed Specialized and Technical Services, Water Enterprise, and authorized the General 
Manager of the San Francisco Public Utilities Commission (SFPUC) to negotiate and execute 
four professional services agreements, each with an amount not-to-exceed $5,000,000, and with 
a duration of five years, with Brown & Caldwell-GTC, JV (PRO.0019.A); RMC-Lotus, JV 
(PRO.0019.B); MWH-JHCE, JV (PRO.0019.C); and AECOM-WRE, JV (PRO.0019.D), 
however, each agreement was inadvertently executed with a duration of four years; and 


WHEREAS, On November 12, 2019, by Resolution 19-0209, this Commission approved 
Amendment No. | to Agreement Nos. PRO.0019.A-D, increasing each agreement by 
$2,500,000, , in order to continue providing Water As-Needed Specialized and Technical 
Services, increasing the total not-to-exceed amount for each agreement to $7,500,00, with no 
change to the agreements’ durations; and 


WHEREAS, Amendment No. 2 is being requested to extend each agreement’s term by 
one year, in order to continue providing Water As-Needed Specialized and Technical Services, 
for a total agreement duration of 5 years per agreement, with no change to the agreements’ 
amounts; and 


WHEREAS, The Contract Monitoring Division (CMD) established a Local Business 
Enterprise subconsulting participation requirement of 20% for this agreement, and Brown & 
Caldwell-GTC, Joint Venture (JV) (PRO.0019.A) has committed to LBE subconsultant 
participation of 20.1% with its proposal; RMC-Lotus, (JV) (PRO.0019.B) committed to LBE 
subconsultant participation of 20.0% with is proposal; MWH-JHCE, (JV) (PRO.0019.C) 
committed to LBE subconsultant participation of 20.0% with its proposal; and AECOM-WRE, 
(JV) (PRO.0019.D) committed to LBE participation of 20.0% with its proposal, and these 
commitments remain unchanged; and 


WHEREAS, Funds for these amendments are available from Water Enterprise Operating 
and Capital Budgets; now, therefore, be it 


RESOLVED, That this Commission hereby approves Amendment No. 2 to Water Enterprise- 
funded Agreement Nos. PRO.0019.A-D, As-Needed Specialized and Technical Services, Water 
Enterprise, with Brown & Caldwell-GTC, JV (PRO.0019.A), RMC-Lotus, JV (PRO.0019.B), 
MWH-JHCE, JV (PRO.0019.C), and AECOM-WRE, JV (PRO.0019.D), to continue providing 
specialized and technical services to the Water Enterprise on an as-needed basis; and be it 
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FURTHER RESOLVED, That this Commission hereby authorizes the General Manager 
of the SFPUC to execute Amendment No. 2 to Agreement Nos. PRO.0019.A-D, extending each 
agreement’s duration by one year for a total agreement duration of five years per agreement, with 
no change to the agreements’ amounts. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of December 8, 2020. 


Donn Med 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0237 


WHEREAS, The San Francisco Public Utilities Commission (SFPUC) requires 
specialized and short-term staff augmentation to City staff to manage multiple overlapping 
construction projects planned over the next seven years under the Regional Water Enterprise 
Capital Improvement Program (WECIP) and the remainder of the Regional Water System 
Improvement Program (WSIP); and 


WHEREAS, It is necessary to procure the services of qualified construction management 
firms to provide specialized construction management services to supplement SFPUC staff for 
the proposed projects; and 


WHEREAS, The estimated cost of services for each agreement is $9,000,000; and 


WHEREAS, SFPUC advertised a Request for Proposals (RFP) for Construction 
Management Services for the East Bay Region on December 31, 2019; and 


WHEREAS, Services are anticipated to begin in January 2021 and end in January 2028, 
with a duration of seven years for each agreement; and 


WHEREAS, SFPUC and Contract Monitoring Division (CMD) staff, upon review of the 
Six proposal scores, determined that Cooper Pugeda Management/CM Pros () Joint Venture 
(CPM/CM Pros JV) (PRO.0140A) and Hazen and Sawyer/Avila and Associates/Dabri Joint 
Venture (Hazen/Avila/Dabri JV) (PRO.0140B) are the top two ranked firms based on the 
established scoring criteria; and 


WHEREAS, CMD established a 15% Local Business Enterprise (LBE) subconsultant 
participation requirement for this agreement, and CPM/CM Pros JV committed to an LBE 
subconsultant participation of 17% and Hazen/Avila/Dabri JV committed to an LBE 
subconsultant participation of 15.35% with their proposals; and 


WHEREAS, Failure to reach successful agreement on contract terms and conditions 
within 30 days of the date of the Commission award may result in award of the contract to the 
next highest ranked proposer, or re-advertising and re-selecting consultants at the discretion of 
the City; and 


WHEREAS, The firms being awarded a contract by the SFPUC must be in compliance 
with the Equal Benefits Provisions of Chapter 12B of the City’s Administrative Code either at 
the time of the award, or within two (2) weeks of the date of the Commission award; failure of 
the bidder to obtain compliance certification from CMD may, in the General Manager’s sole 
discretion, result in award of the agreement to the next highest ranked proposer or re-advertising 
and re-selecting consultants; and 


WHEREAS, Of the® projects for which services would be provided under these 
agreements, the SFPUC has completed California Environmental Quality Act (CEQA) review 
for the Alameda Creek Recapture Project, the East Bay Regional Park District Water System, 
and the Town of Sunol Pipeline; and 


WHEREAS, Authorization to execute these two professional services agreements is not 
an approval of the remaining projects for which CEQA review has not been completed, because 
the SFPUC retains sole and absolute discretion to terminate the agreements for convenience for 
any reason, including as a result of any decision that the SFPUC may make separately about the 
proposed projects, following consideration of the environmental review for the projects; and 


WHEREAS, The SFPUC will separately consider approval of these remaining projects 
following completion of environmental review and retains discretion to, among other things, 
modify the projects to mitigate significant environmental impacts, require the implementation of 
specific measures to mitigate any significant environmental impacts of the projects, or reject the 
projects; and 


WHEREAS, Construction of these projects would not commence prior to completion of 
CEQA review and the approval process for the projects, and the construction management 
services provided under these agreements will not occur until the SFPUC issues a Notice to 
Proceed, and would not occur at all if the projects are not approved; and 


WHEREAS, prior to completion of CEQA review, adoption of any CEQA document or 
determination, CEQA findings, and Mitigation and Monitoring Reporting Program, and SFPUC 
Commission approval of these projects, work under these contracts on these projects will consist 
solely of support for planning and design; and 


WHEREAS, In the event that the SFPUC Commission approves the projects, separate 
construction contracts would be procured and any construction management services during 
construction would be undertaken only at that time; and 


WHEREAS, Funds for Agreement Nos. PRO.0140A & B will be available at the time of 
individual task order awards from Regional Water Enterprise operating and/or capital budgets; 
now, therefore, be it 


RESOLVED, That this Commission hereby approves the selection of CPM/CM Pros JV 
and Hazen/Avila/Dabri JV, awards (1) Regional Water Enterprise operating and/or capital 
budget-funded Agreement No. PRO.0140A, Construction Management Services for the East Bay 
Region, to CPM/CM Pros JV and (2) Agreement No. PRO.0140B, Construction Management 
Services for the East Bay Region, to Hazen/Avila/Dabri JV, to provide construction management 
services for various Regional Water Enterprise construction projects, and authorizes the General 
Manager to execute these two professional services agreements with the two consultants, each 
for an amount not-to-exceed $9,000,000, and each with a duration of seven years, and, in the 
event negotiations are not successful or City requirements are not satisfied, to negotiate and 
execute a professional services agreement with the next highest ranked proposer(s). 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting December 8, 2020. 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. 20-0238 


WHEREAS, On February 25, 2020, the Mayor issued a Proclamation (the Proclamation) 
declaring a local emergency to exist in connection with the imminent spread within the City of a 
novel (new) coronavirus (COVID-19); and 


WHEREAS, On March 3, 2020, the Board of Supervisors concurred in the Proclamation 
and in the actions taken by the Mayor to meet the emergency; and 


WHEREAS, On March 4, 2020, Governor Gavin Newsom proclaimed a state of 
emergency to exist within the State due to the threat posed by COVID-19; and 


WHEREAS, On March 13, 2020, the Mayor issued a second supplement to the 
Proclamation, suspending shutoffs of water and power service by the San Francisco Public 
Utilities Commission (SFPUC) for delinquent water, power, and/or sewer bills, and prohibiting 
the imposition of late penalties and fees for non-payment of utility bills; and 


WHEREAS, On March 16, 2020, the City’s Health Officer issued a stay safe at home 
order, Health Officer Order No. C19-07 (the Stay Safe At Home Order), requiring most people to 
remain in their homes subject to certain exceptions including obtaining essential goods such as 
food and necessary supplies, and requiring the closure of nonessential businesses; the Health 
Officer has extended the Stay Safe At Home Order until further notice; and 


WHEREAS, On April 2, 2020, Governor Gavin Newsom signed Executive Order N-42- 
20 suspending utilities’ authority to discontinue water and wastewater services; and 


WHEREAS, On May 26, 2020, by Resolution No. 20-0099, this Commission approved 
the Temporary Emergency Customer Assistance Program for COVID-19 Relief (referred to 
herein as the Emergency Residential Customer Assistance Program) to provide up to six (6) 
months of bill discounts to qualifying residential customers who had lost income due to COVID- 
19 or the shelter-in-place orders; and 


WHEREAS, On July 14, 2020, by Resolution No. 20-0150, this Commission approved 
the Small Business and Non-profit Customer Assistance Program for COVID-19 Relief to 
provide six (6) months of temporary 20% emergency discount on water and sewer bills for small 
businesses and non-profit organizations with a maximum of 50 full-time employees that had 
experienced income loss due to COVID-19; and 


WHEREAS, On July 28, 2020, by Resolution No. 20-0162, this Commission authorized 
the General Manager to temporarily suspend through January 15, 2021 the rules governing (1) 


the discontinuation or shut off of water service for City retail customers for non-payment of 
water and/or sewer bills, (2) imposition of late payment penalties or fees for delinquent water 
and/or sewer bills, (3) discontinuation or shut off of power service for SFPUC Hetch Hetchy 
Power Customers in San Francisco for non-payment of power bills, (4) imposition of late 
payment penalties or fees for delinquent Hetch Hetchy Power Customer accounts, and (5) the 
return of delinquent CleanPowerSF Customers to PG&E generation service for failure to pay 
CleanPowerSF charges; and 


WHEREAS, On August 25, 2020, by Resolution No. 20-0185, this Commission 
authorized an extension of the Emergency Residential Customer Assistance Program through 
December 31, 2020; and 


WHEREAS, COVID-19 has caused and is expected to continue to cause serious negative 
impacts to the local economy and financial impacts to residents, including the substantial loss of 
income due to loss of compensable work hours or wages, layoffs, and business closures; and 


WHEREAS, The San Francisco County Health Officer has updated the Stay Safe At 
Home Order, most recently on October 20, 2020, and some non-essential businesses have been 
allowed to reopen with limitations and requirements in place, while others must remain closed; 
and 


WHEREAS, Loss of income as a result of the global COVID-19 pandemic continues to 
inhibit San Francisco residents and businesses from fulfilling their financial obligations 
including public utility payments such as water, sewer, and Hetch Hetchy power charges; and 


WHEREAS, The SFPUC’s existing Customer Assistance Program applies to low-income 
residents only, and requires applicants to submit significant income documentation, such as 
income tax filings, which would not reflect recent impacts of COVID-19, and is not currently 
accessible to middle-income San Franciscans who may be suffering from reduced hours or job 
loss for a portion of their household; and 


WHEREAS, The Commission desires to extend the Emergency Residential Customer 
Assistance Program discount rate program for residential customers who have been financially 
impacted by COVID-19 and whose pre-COVID-19 maximum gross household income, before 
taxes and deductions, is below 200% of the San Francisco Area Median Income; and 


WHEREAS, The Emergency Residential Customer Assistance Program allows new 
customers to continue to apply for such a discount by self-certifying their eligibility via an online 
application form; and 


WHEREAS, City and County of San Francisco Affordable Housing facilities currently 
require an income threshold of no more than 60% Area Median Income (AMI), and residents of 
such facilities are therefore eligible for the Emergency Residential Customer Assistance 
Program; and 


WHEREAS, The discounts to be provided on bills through the Emergency Residential 
Customer Assistance Program would continue to be 15% for water, 35% for sewer, and 30% for 
Hetch Hetchy Power; and 


WHEREAS, The Commission desires to extend the Small Business and Nonprofit 
Discount Program for small businesses and non-profit organization with a maximum of 50 full- 
time employees that have experienced income loss due to COVID-19; and 


WHEREAS, The discounts to be provided on bills under the Small Business and 
Nonprofit Discount Program would continue to be 20% for water and 20%for sewer, and would 
be applied to eligible customers’ bills for six (6) months from the date of application approval; 
and 


WHEREAS, SFPUC began accepting applications for the Small Business and Nonprofit 
Discount on July 17, 2020, and applications would continue to be accepted until June 30, 2021; 
and 


WHEREAS, The eligibility criteria and program rules for the Emergency Residential 
Customer Assistance Program and Small Business and Non-profit Assistance Program are set 
forth in the document titled “Revised Program Rules for Temporary Emergency Customer 
Assistance Programs for COVID-19 Relief” (“Program Rules”), a copy of which is attached 
hereto and on file with the Commission Secretary and is incorporated herein in its entirety by 
reference; and 


WHEREAS, Ensuring that all people in San Francisco continue to have access to running 
water during this public health crisis to enable people to regularly wash their hands and maintain 
access to clean drinking water will help to prevent the spread of COVID-19 and prevent or 
alleviate illness or death due to the virus; and 


WHEREAS, Ensuring that all customers in San Francisco that receive power services 
from the SFPUC continue to have access to electricity so they are able to receive important 
COVID-19 information, keep critical medical equipment functioning, and utilize power as 
needed will help to prevent the spread of COVID-19 and prevent or alleviate illness or death due 
to the virus; and 


WHEREAS, Section D, Rules 4 and 5 of the Rules and Regulations Governing Water 
Service To Customers, established by Resolution No. 19-786, passed December 15, 1959, and 
last amended December 10, 2019, detail the rules for the discontinuation or shut off of water 
service for residents and businesses in the City for non-payment of water and sewer bills; and 


WHEREAS, Schedule W-44 of the Water Rate Schedules details the rules governing the 
imposition of Late Payment Penalties for delinquent water and/or sewer bills; and 


WHEREAS, Rule X of the Rules and Regulations Governing Electric Service, Effective 
May 9, 2017, details the Discontinuance and Restoration of Hetch Hetchy Power Service and 
Rule VIII of the Rules and Regulations Governing Electric Service, Effective May 9, 2017, 
details Penalties of Late Payment for Hetchy Power Service; and 


WHEREAS, The CleanPowerSF Delinquent Accounts, Bad Debt and Collections Policy, 
authorized by the General Manager on January 17, 2017, details the process for Delinquent 
Accounts, and dictates that the SFPUC return delinquent CleanPowerSF Customers to PG&E for 
failure to pay CleanPowerSF charges; and 


WHEREAS, Pursuant to Charter Section 4.104, a notice of public hearing was posted on 
the SFPUC website, as required, on November 17, 2020; now, therefore, be it 


RESOLVED, That this Commission hereby authorizes the General Manager to extend the 
Emergency Residential Customer Assistance Program until June 30, 2021, allowing discounts of 
15% on water, 35% on sewer, and 30% on Hetch Hetchy Power, for residential customers who 
meet the eligibility criteria set forth in attached Program Rules; and be it 


FURTHER RESOLVED, That this Commission hereby authorizes the General Manager 
to extend the application deadline for the Small Business and Nonprofit Discount Program for 
COVID-19 Relief to allow the acceptance of applications until June 30, 2021 and to provide a 
20% discount off water and sewer bills for six (6) months from the date of application approval 
for small businesses and non-profits who meet the eligibility criteria set forth in attached 
Program Rules; and be it 


FURTHER RESOLVED, That this Commission hereby extends through June 30, 2021 
the temporary suspension of the following: (a) the provisions in Section D, Rules 4 and 5 of the 
Rules and Regulations Governing Water Service To Customers governing the discontinuation or 
shut off of water service for residents and businesses 1n the City for non-payment of water and 
sewer bills, (b) the imposition of Late Payment Penalties for delinquent water and/or sewer bills 
set forth in Schedule W-44 of the Water Rate Schedules, (c) Rule X of the Rules and Regulations 
Governing Electric Service, Effective May 9, 2017, regarding the Discontinuance and 
Restoration of Hetch Hetchy Power Service for SFPUC Hetch Hetchy Power Customers in San 
Francisco for non-payment of power bills, (d) Rule VIII of the Rules and Regulations Governing 
Electric Service, Effective May 9, 2017, governing Penalties of Late Payment for Hetchy Power 


Service for delinquent Hetch Hetchy Power Customer accounts, and (e) the provisions in the 
CleanPowerSF Delinquent Accounts, Bad Debt and Collections Policy governing the return of 
delinquent CleanPowerSF Customers to PG&E generation service for failure to pay 
CleanPowerSF charges. 


I hereby certify that the foregoing was adopted by the Public Utilities Commission at its meeting 


of December 8, 2020. 





Secretary, Public Utilities Commission 
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December 8, 2020 


Revised Program Rules for Temporary Emergency 
Customer Assistance Programs for COVID-19 Relief 


Residential Emergency Customer Assistance Program 


Benefits 
The program provides a 15% discount on the water bill, a 35% discount on the wastewater bill, anda 
30% discount on Hetch Hetchy power bills. 


Eligibility 


To qualify for this program, a customer must: 


e Bearesidential customer seeking a discount for their primary residence, with an SFPUC account 
under their own name serving only their dwelling unit; 
o Hetch Hetchy Power customers who are enrolled in the Medical Necessity Assistance 
Program or the Experimental Electric Vehicle Program are not eligible 
e Certify on their application form that they have experienced a loss of income related to COVID- 
19 or the shelter-in-place order and be experiencing financial hardship and difficulty paying their 
water, power and sewer bills; and 
o Income loss may be caused by layoffs, reduced hours, or inability to work due to legal 
restrictions or illness. 
o Income includes wages, salary, tips, and income from self-employment 
e Have apre-COVID-19 maximum gross household income, before taxes and deductions, below 
200% of the San Francisco Area Median Income, which is: 


Household Size Annual Household Income Monthly Household Income 
1 Person $179,300 $14,942 
2 Person $205,000 $17,083 
3 Person $230,600 $19,217 
4 Person $256,200 $21,350 
For Each Additional Person, Add $20,500 $1,708 


Application & Verification 

Customers may apply online or call to request a printed paper application to be mailed in. Neither 
application method requires income documentation at the time an application is submitted, but a 
customer must confirm under penalty of perjury that they meet the eligibility requirements. Customers 
may be subject to eligibility audits and must provide income documentation upon request or be 


December 8, 2020 


removed from the program. If false information was submitted, the customer will be required to pay 
back discounts received. 


The SFPUC has identified that certain residential customers who reside within a City and County of San 
Francisco income-restricted affordable housing facility, who have passed income verification procedures 
to be eligible for such residency, meet the eligibility criteria for this program. These customers will be 
auto-enrolled in the Hetch Hetchy discount program without needing to submit an application. 


Timeframe 

Applications are accepted until June 30, 2021. Customers who apply will receive discounts 

beginning from the date their application is approved. Customers whose applications are approved will 
receive discounts through June 30, 2021. Approved applicants are guaranteed at least one month of 
discounts, which may be applied after June 30, 2021. 


Small Business and Nonprofit Assistance Program 


Benefits 


The program provides a 20% discount on the water and wastewater bill. 


Eligibility 
To qualify for this program, a customer must: 

e Bea San Francisco Public Utilities (SFPUC) non-residential, non-municipal customer with a 
standard water and wastewater account. Discounts are not available for private fire or irrigation 
accounts, except where the irrigation account is the customer’s only or primary water account 
(a “primary” account is defined as representing >80% of the customer’s total annual water 
volume); 

e Have an account in the name of their business or nonprofit, or in the name of the owner or 
manager of the business or nonprofit. Landlords or property managers cannot apply on behalf 
of their tenants, though a property management company may apply for a discount for their 
own offices used by only their direct employees; 

e Have experienced a loss of revenues related to COVID-19 or the shelter-in-place orders and be 
experiencing financial hardship and difficulty paying their water and sewer bills. Income loss 
may be caused by restrictions on the organization’s ability to operate (such as shelter-in-place 
orders), reduced customers or business during the shelter-in-place (even if the 
customer was allowed to remain open), or illness of the owner or employees 
requiring the business or nonprofit to close; 

e Have a maximum of 50 full-time equivalent employees across the entire business, including 
locations outside of San Francisco; and 

e Submit a complete COVID-19 Relief application on a form provided by the SFPUC on or before 
the Application Deadline. 


December 8, 2020 


Application & Verification 

Customers may apply online or call to request a printed paper application to be mailed in. Neither 
application method requires income documentation at the time an application is submitted, but a 
customer must confirm under penalty of perjury that the business or nonprofit for which the customer 
is applying meets the eligibility requirements. Customers may be subject to eligibility audits and must 
provide income documentation upon request or be removed from the program. If false information was 
submitted, the customer will be required to pay back discounts received. 


Timeframe 


The program will provide 6 months of discounts to each qualifying applicant, beginning from the date 
the application was approved. The program will stop accepting applications on June 30, 2021. 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


RESOLUTION NO.: 20-0239 


WHEREAS, The San Francisco Board of Supervisors established a Community Choice 
Aggregation (CCA) program in 2004 (Ordinance 86-04) and has implemented the program, called 
CleanPowerSF, through the-work of the SFPUC in consultation with the San Francisco Local 
Agency Formation Commission (Ordinances 146-07, 147-07, and 232-09): and 


WHEREAS, On June 22, 2017 SFPUC issued a Request for Offers for Renewable Energy 
Supplies, PRO.0077, seeking bids for energy, environmental attributes and capacity from new 
and existing Eligible Renewable Energy Resources, as defined in California Public Resources 
Code Section 25741, to support citywide enrollment in the CleanPowerSF program no later than 
the summer of 2019; and 


WHEREAS, PRO.0077 sought renewable energy produced and delivered by new or 
existing generating facilities with an initial contract delivery date as early as May 2018 and as 
late as December 2021 for contract terms of one to 25 years, plus optional extensions, including, 
to the extent available, the Resource Adequacy (“RA”) capacity for any generating facilities that 
have achieved or are expected to achieve full capacity deliverability status; and 


WHEREAS, On April 28, 2018 SFPUC entered into two contracts with Calpine Energy 
Services, LP (Calpine) for renewable energy and Local RA capacity from the Geysers geothermal 
plant; and 


WHEREAS, In response to a solicitation for RA supplies for 2021 and 2022 issued on 
October 15, 2020, Calpine submitted offers to sell Local RA capacity and renewable energy to 
CleanPowerSF from the Geysers geothermal facility and an offer to sell System and Flexible RA 
capacity from other facilities located in California, pursuant to the Master Power Purchase and 
Sale Agreement with Calpine (Calpine Agreement), which was approved by the Board of 
Supervisors in Ordinance No. 223-15; and 


WHEREAS, The General Manager executed an amendment to the contract for Local RA 
capacity from the Calpine Geysers geothermal facility in order to support CleanPowerSF’s 
November 2, 2020 RA compliance filing deadline; and 


WHEREAS, this approval does not constitute a project under the California Environmental 
Quality Act (CEQA) Guidelines Section 15378 because there would be no physical change in the 
environment; now, therefore, be it 


RESOLVED, That the Commission retroactively approves the amendment of the Local 
RA capacity contract with Calpine in the amount of $27,000,000 for a total amount of $30,240,000 
executed by the General Manager to support CleanPowerSF’s compliance with state regulatory 
requirements, and authorizes the General Manager to seek Board of Supervisors retroactive 
approval for the contract; and be it 


FURTHER RESOLVED, That the Commission authorizes the General Manager to 
execute the amendment to the contract with Calpine for the purchase of renewable energy from 
the Geysers geothermal facility in the amount of $193,299,120, for a total amount of 
$242,979,817, and authorizes the General Manager to seek Board of Supervisors approval for the 
contract; and be it 


FURTHER RESOLVED, That the Commission authorizes the General Manager to 


execute the contract with Calpine for System and Flexible RA capacity in the amount of 
$59,400,000, and seek Board of Supervisors approval for the contract. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of December 8, 2020. 


Pllonnr Mod 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


RESOLUTION NO.: 20-0240 


WHEREAS, The San Francisco Board of Supervisors established a Community Choice 
Aggregation (CCA) program in 2004 (Ordinance 86-04) and has implemented the program, called 
CleanPowerSF, through the work of the SFPUC in consultation with the San Francisco Local 
Agency Formation Commission (Ordinances 146-07, 147-07, and 232-09); and 


WHEREAS, On September 18, 2020, the CPUC provided CleanPowerSF with a final 
notice of the specific volumes of RA in different geographical areas it is required to own or procure 
for the 2021-2022 period, requiring CleanPowerSF to engage in several purchases and sales of RA 
in a short timeframe in order to meet the compliance deadline of November 2, 2020; and 


WHEREAS, Southern California Edison Company (SCE) had on September 17, 2020, 
issued a Solicitation to buy and sell Resource Adequacy (RA) capacity products for RA deliveries 
beginning in 2021 through the end of 2022; CleanPowerSF responded and was shortlisted to sell 
RA capacity quantities with a total contract cost not to exceed $1,273,570 and a term of one year; 
and 


WHEREAS, The San Francisco Board of Supervisors has approved the use of industry pro 
forma agreements to purchase electricity, including the Edison Electric Institute (EEI) pro forma 
agreement (Board of Supervisors Ord. No. 75-15); and 


WHEREAS, The General Manager executed a contract using the EE] form agreement for 
sales of RA Capacity to SCE in the amount of $1,273,570 to rebalance CleanPowerSF’s RA 
capacity portfolio as well as meet the compliance obligations; and 


WHEREAS, this approval does not constitute a project under the California Environmental 
Quality Act (CEQA) Guidelines Section 15378 because there would be no physical change in the 
environment; now, therefore, be it 


RESOLVED, That the Commission retroactively approves the contract to sell excess RA 
to SCE in the amount of $1,273,570, executed by the General Manager for the CleanPowerSF 
program and authorizes the General Manager to seek Board of Supervisors retroactive approval 
for the contract. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of December 8, 2020. 


Worn Macs 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


RESOLUTION NO. 20-0241 


WHEREAS, The City and County of San Francisco (City) is a Non-Participating 
Transmission Owner of 115kV and 230kV transmission facilities within the California 
Independent System Operator Corporation (“CAISO”) controlled grid; and 


WHEREAS, In 2008, the San Francisco Public Utilities Commission (SFPUC) and 
CAISO first entered into an agreement that allows SFPUC to interconnect its 115 kV and 230 kV 
transmission facilities to the transmission facilities of Pacific’ Gas and Electric Company, 
Modesto Irrigation District, and Turlock Irrigation District (Operating Agreement); and 


WHEREAS, On\Jiily A, 2015, the SFPUC and CAISO entered into the Second Amended 
and Restated Operating Agreement, which expired on March 1, 2018 but the parties have 
continued to operate under the Second Amended Agreement since that time; and 


WHEREAS, The SFPUC and CAISO have agreed to the terms of the First Amendment 
to the Second Amended and Restated Operating Agreement (Amended Operating Agreement) 
which would retroactively extend the Second Amended Agreement from March 2, 2018 to ten 
years from the date of Board of Supervisors approval of the Amended Operating Agreement, for 
a total agreement duration of approximately 15.5 years; and 


WHEREAS, In addition to extending the term of the Operating Agreement, the 
Amended Operating Agreement would allow the City to continue to: (1) be compensated for 
energy put into the grid that is used by other utilities; (2) coordinate outages with the CAISO; 
and (3) specify real-time operating limits for certain of its interconnections. The First 
Amendment would also require the CAISO to provide assistance to the SFPUC at the SFPUC’s 
cost in the event the SFPUC decides to transition to a different Balancing Authority; and 


WHEREAS, The SFPUC must submit the Amended Operating Agreement to the Board 
of Supervisors for approval under Charter Section 9.118 because the term of the agreement is for 
more than ten years; and 


WHEREAS, Services under the Amended Operating Agreement are anticipated to expire 
in December 2030, and the total duration of this agreement, as amended is expected to be 
approximately 15.5 years; and 


WHEREAS, The estimated cost of any transition services the SFPUC might request will 
not exceed $100,000, and funds will be available upon execution from the Hetch Hetchy Water 
programmatic budget: HHW-WECC/NERC Compliance: Authority 17661; now, therefore, be it 


RESOLVED, That this Commission hereby authorizes the General Manager to execute 
the First Amendment to the Second Amended and Restated Operating Agreement with the 
California Independent System Operator in the form on file with the Commission Secretary to 
retroactively extend the term of the Agreement from March 2, 2018 through approximately 
December 2030 for a total agreement duration of 15.5 years and a total not-to-exceed amount of 


$100,000and to submit the agreement to the Board of Supervisors for approval under Charter 
Section 9.118; and, be it 


FURTHER RESOLVED, That this Commission further authorizes the SFPUC General 
Manager to enter into any modifications and amendments to the First Amendment to the Second 
Amended and Restated Operating Agreement that the General Manager determines, in 
consultation with the City Attorney, are in the best interests of the City, are necessary or 
advisable to effectuate the purposes of the First Amendment to the Second Amended and 
Restated Operating Agreement, are in compliance with all applicable laws, including the City’s 
Charter, and do not materially increase the obligations or liabilities of the City. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of December 8, 2020. 


Plena Abed 


Secretary, Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


RESOLUTION NO:: 20-0242 


WHEREAS, The San Francisco Board of Supervisors established a Community Choice 
Aggregation (CCA) program in 2004 (Ordinance 86-04) and has implemented the program, called 
CleanPowerSF, through the work of the San Francisco Public Utilities Commission (SFPUC) in 
consultation with the San Francisco Local Agency Formation Commission (Ordinances 146-07, 
147-07, and 232-09); and 


WHEREAS, Access to clean and affordable electricity is critical to the ongoing health and 
well-being of San Francisco’s residents; and 


WHEREAS, COVID-19 is causing and is expected to continue to cause serious negative 
impacts on the local economy and financial impacts to residents, including the substantial loss of 
income due to loss of compensable work hours or wages, layoffs, and business closures; and 


WHEREAS, The California Public Utilities Commission has adopted an Arrearage 
Management Program to help customers with their debt balances by offering them debt forgiveness 
if they stay current on their monthly bills; and 


WHEREAS, CleanPowerSF customers should have the same access to the programs 
adopted by the State of California as Pacific Gas and Electric Company (PG&E) customers; and 


WHEREAS, Staff estimates that eligible CleanPowerSF customer debt is currently 
approximately $500,000; and 


WHEREAS, CleanPowerSF seeks the Commission’s approval to participate in the 
Arrearage Management Program so that eligible CleanPowerSF customers can enroll in the 
program when it launches and have their CleanPowerSF debt forgiven along with the debt they 
owe PG&E; now therefore be it 


RESOLVED, that the Commission authorizes CleanPowerSF to participate in the 
Arrearage Management Program and provide notice to PG&E of CleanPowerSF’s intent to 
participate. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of December 8, 2020. 


Med 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


RESOLUTION NO. 20-0243 


WHEREAS, The San Francisco Public Utilities Commission (SFPUC) owns and operates 
the Hetch Hetchy Water and Power System, with facilities including Moccasin Reservoir and 
Mountain Tunnel in Tuolumne County; and 


WHEREAS, The California Department of Fish and Wildlife (CDFW) owns and operates 
the Moccasin Creek Fish Hatchery (Hatchery), a trout production facility that is located on 
SFPUC-owned land that CDFW has leased from the SFPUC under three (3) successive lease 
agreements since 1952; and 


WHEREAS, Under the terms of the existing lease, which CDFW has been holding over 
since July 1, 2012, CDFW may take water from Moccasin Reservoir for operation of the 
Hatchery at a rate of up to thirty (30) cubic feet per second (cfs), subject to certain reserved 
rights of the SFPUC; and 


WHEREAS, On August 9, 2016, the City and CDFW entered into an agreement, 
approved in Commission Resolution No. 16-0169, to fund the design and installation of a 
temporary water reuse system at the Hatchery to be used during the January 2017 to March 2017 
Mountain Tunnel shutdown; and 


WHEREAS, The temporary water reuse system operated successfully during the 2017 
Mountain Tunnel shutdown, reducing water deliveries from Moccasin Reservoir to the Hatchery 
to three (3) cfs; and 


WHEREAS, The construction and installation of a larger capacity permanent water 
recirculation system would allow the Hatchery to operate on a limited water supply of three (3) 
cfs during Hetchy Hetchy capital and maintenance projects that might affect water flow to the 
Hatchery, such as the Mountain Tunnel Improvement Project, as well as during other 
circumstances when the City must reduce or interrupt water deliveries to the Hatchery, such as 
drought years when the SFPUC is required to reduce water deliveries to its retail and wholesale 
water customers; and 


WHEREAS, The SFPUC and CDFW are proposing to enter into an agreement under 
which the SFPUC would provide up to $2,600,000 in funding to CDFW to hire a contractor to 
construct and install a permanent recirculation system at the Hatchery, which CDFW would own, 
operate, and maintain, in order to facilitate future Hetch Hetchy maintenance and rehabilitation 
activities as well as reductions in Hatchery water use during droughts, while allowing CDFW to 
maintain fish production at the Hatchery, and a copy of the proposed Agreement is on file with 
the Commission Secretary; and 


WHEREAS, On November 18, 2020, CDFW, the lead agency under the California 
Environmental Quality Act (CEQA), filed a Notice of Exemption (NOE) to the effect that the 
Moccasin Creek Fish Hatchery Permanent Recirculating Project is categorically exempt under 
Section 15301, Existing Facilities, of the CEQA Guidelines; now therefore be it 


RESOLVED, That the Commission authorizes the General Manager to execute the 
Agreement with the California Department of Fish and Wildlife for the construction, operation, 
and maintenance of a permanent water recirculation system at the Moccasin Fish Hatchery in 
substantially the same form as on file with the Commission Secretary, with a duration of 24 
months and in an amount not-to-exceed $2,600,000. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of December 8, 2020. 


Wenn \Mtod 


Secretary, Public Utilities Commission 


/ Water P 


Services of the San Francisco Public Utilities Commission 





SAN FRANCISCO PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


London N. Breed 
Mayor 


REGULAR MEETING AGENDA 
Tuesday, December 22, 2020 
1:30 P.M. 


This meeting is being held by Teleconference Pursuant to the Governor’s Executive Order N- 
29-20 and the Twelfth Supplement to Mayoral Proclamation Declaring the Existence of a Local 
Emergency Dated February 25, 2020 


WATCH LIVE: 
https://www.sfgovtv.org/sfpuc 


PUBLIC COMMENT CALL-IN: 
1 (415) 655-0001 / MEETING ID: 146 940 8633 # # 


During the Coronavirus Disease (COVID-19) emergency, the San Francisco Public Utilities 
Commission’s (SFPUC) regular meeting room, City Hall, Room 400, is closed. Commissioners 
and SFPUC staff will convene Commission meetings remotely by teleconference. 


Commissioners 
Sophie Maxwell, President 
Anson Moran, Vice President 
Tim Paulson 
Ed Harrington 


Michael Carlin 
Acting General Manager 


Donna Hood 
Secretary 





Accessible Meeting Policy: To obtain meeting materials in alternative format, please contact the Commission Secretary at 
415-554-2165 or via email at Commission@sfwater.org. Providing at least 72 hours’ notice will help to ensure availability. 
Written reports or background materials for calendar items are available on-line at 
http:/Avww.sfwater.org/index.aspx?page=167. 


Know Your Rights Under the Sunshine Ordinance: Government's duty is to serve the public, reaching its decision in full 
view of the public. Commissions, boards, councils and other agencies of the City and County exist to conduct the people's 
business. This ordinance assures that deliberations are conducted before the people and that City operations are open to 
the people's review. For more information on your rights under the Sunshine Ordinance or to report a violation of the 
ordinance, contact Administrator, by mail to Sunshine Ordinance Task Force, 1 Dr. Carlton B. Goodlett Place, Room 244, 
San Francisco, CA 94102.4689; by phone at 554.7724; by fax at 554.7854: or by email at sotf@sfgov.org. Copies of the 
Sunshine Ordinance can be obtained from the Clerk of the Sunshine Task Force, the San Francisco Public Library and on 
the City’s website at http://www.sfgov.org. 
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Lobbyist Registration and Reporting Requirements: Individuals and entities that influence or attempt to influence local 
legislative or administrative action may be required by the San Francisco Lobbyist Ordinance [SF Campaign & Governmental 
Conduct Code §2.100] to register and report lobbying activity. For more information about the Lobbyist Ordinance, please 
contact the San Francisco Ethics Commission at 25 Van Ness Avenue, Suite 220, San Francisco, CA 94102; telephone (415) 
252-3100; fax (415) 252-3112: web site at www.sfgov.org/ethics. 





CEQA Appeal Rights under Chapter 31 of the San Francisco Administrative Code: If the Commission’s action on a 
project constitutes the Approval Action for that project (as defined in S.F. Administrative Code Chapter 31, as amended, Board 
of Supervisors Ordinance Number 161-13), then the CEQA determination prepared in support of that Approval Action is 
thereafter subject to appeal within the time frame specified in S.F. Administrative Code Section 31.16. Typically, an appeal 
must be filed within 30 calendar days of the Approval Action for a project that has received an exemption or negative 
declaration pursuant to CEQA. For information on filing an appeal under Chapter 31, contact the Clerk of the Board of 
Supervisors at City Hall, 1 Dr. Carlton B. Goodlett Place, Room 244, San Francisco, CA 94102, or call (415) 554-5184. If the 
Planning Department’s Environmental Review Officer has deemed a project to be exempt from further environmental review, 
an exemption determination has been prepared and can be obtained on-line at hito://Awww.sf- 
planning.org/index.aspx?page=3447.Under CEQA, in a later court challenge, a litigant may be limited to raising only those 
issues previously raised at a hearing on the project or in written correspondence delivered to the Board of Supervisors, 
Planning Commission, Planning Department or San Francisco Public Utilities Commission at, or prior to, such hearing, or as 
part of the appeal hearing process on the CEQA decision. 





ORDER OF BUSINESS 


ile 


Zs 


Call to Order 
Roll Call 


Approval of the Minutes 
- November 30, 2020, Special Meeting 
- December 8, 2020, Regular Meeting 


General Public Comment 
Members of the public may address the Commission on matters that are within 
the Commission’s jurisdiction and are not on today’s agenda 


Communications (discussion only) 

a) Advance Calendar 

b) Contract Advertisement Report 

c) Correspondence Log 

d) Tax-Exempt Bond Financing of Distributed Infrastructure 

) City Administrator's Office Contract Monitoring Division Memoranda dated October 
29, 2020 and November 10, 2020 Re: PRO.0140 Construction Management 
Services for the East Bay Region (Item 10e on Commission’s December 8, 2020 
agenda) 

f) Water Supply Conditions Update 


a) 


Annual Revenue Bond Oversight Committee Quarterly Report (discussion only) 
(Leale) 


. Bay Area Water Supply and Conservation Agency Update (discussion only) 


(Sandkulla) 


. Presentation by the City’s Department of Human Resources regarding the selection 


process for a General Manager of the SFPUC; discussion and possible action to 
establish procedures for the recruitment process, including procedures for selection of a 
recruitment firm, or take other action regarding the recruitment and selection process. 
(discussion only) (Howard) 


Report of the General Manager (discussion only) 

a) Update on December 2018 Bay Delta Plan Amendment and Voluntary Agreement 
Negotiations with the State 

b) SFPUC Regional Water System Supply and Demand Worksheet 

c) Report on Recent San Francisco Public Utilities Commission Activities, Events 
and Announcements 


10. New Commission Business (discussion only) 


CONSENT CALENDAR 


11. Accept work performed by J. Flores Construction Company, Inc. for Contract No. 


200245 


WW-656, As-Needed Spot Sewer Replacement No. 37, with a total contract amount 
of $9,837,556, and a total contract duration of 400 consecutive calendar days 
(approximately one year and one month); and authorize final payment to the 
Contractor. (How) 


REGULAR CALENDAR 


28 


00246 
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Approve the terms and conditions of and authorize the General Manager to execute 
Amendment No. 2 to the Lease between the San Francisco Public Utilities 
Commission, and Bakeworks, LLC (Tenant) for the lobby café at 525 Golden Gate 
Avenue, suspending for seven months from October 1, 2020 through May 31, 2021 the 
terms of the Lease including Tenant’s obligation to pay rent and giving Tenant the right 
to resume the Lease on June 1, 2021 or terminate the Lease; retroactively ratify and 
approve the General Manager’s execution of Amendment No. 1 to the Lease which 
suspended the Lease terms, including payment of rent, from May 1, 2020 to 
September 30, 2020; and delegate authority to the General Manager to execute 
further amendments to the Lease to provide rent relief to Tenant due to COVID-19 
through no later than December 31, 2021. (Carlin) 


Adopt Asset Management Policy of the San Francisco Public Utilities Commission to 
guide and facilitate the planning, design, procurement, construction, operation, 
maintenance and retirement of critical infrastructure of the Water, Wastewater, and 
Power Enterprises. (Ritchie) 


Adopt (1) Revised 2020 Baseline Scope, Schedule and Budget for the Sewer 
System Improvement Program (SSIP), increasing the budget for SSIP Phase 1 
projects to $3,655,256,684 and the budget for “SSIP Other Projects” to 

$1,197,281 ,262, and (2) a new Baseline Scope, Schedule, and Budget for the 
Wastewater Enterprise (WWE)’s Facilities and Infrastructure Program, which is a 
subset of projects in the adopted WWE 10-Year Capital Plan for FY 2020-21 through 
FY 2029-30, with a budget of $662,605,843. (How) 


Approve Modification No. 3 to Contract No. WW-628, Southeast Water Pollution 
Control Plant New Headworks Facility Project, a Construction Manager/General 
Contractor (CM/GC) agreement, with Sundt-Walsh Joint Venture, increasing the 
contract amount by $106,321,923, and increasing the contract duration by 111 
consecutive calendar days (approximately nine months), for a total contract amount of 
$398,502,107, and a total contract duration of 2,769 consecutive calendar days 
(approximately eight years). (How) 


Authorize the General Manager to execute an Electric Service Agreement with the 
Master Developer of the Pier 70 Project, FC Pier 70, LLC, for the SFPUC to be the 
primary provider of electric service to the Pier 70 Project; and authorize the General 
Manager, subject to approval by ordinance from the Board of Supervisors, to enter into 
a separate agreement with FC Pier 70, LLC to pay FC Pier 70, LLC up to $1,700,000 
to install certain SFPUC electric facilities in substructures on the Pier 70 Project that 
the SFPUC will use to provide electric service to the Pier 70 Project, and may use to 
provide temporary electric service to other customers. (Hale) 


(We: 
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Public comment on matters to be addressed during Closed Session 


Motion on whether to assert the attorney-client privilege regarding the matters listed 
below as Conference with Legal Counsel 


The Commission will go into Closed Session to discuss the following items: 


CLOSED SESSION 


Conference with Legal Counsel — Pursuant to California Government Code, Section 
54956.9(d) (1), and San Francisco Administrative Code, Section 67.10(d)(1) 


Existing Litigation (Gessner) 
Benito Taylor v. City and County of San Francisco 


San Francisco Superior Court Case No. CGC-18-570702/Date Filed 10/18/18. 
Proposed settlement with City to pay plaintiff $85,000 and plaintiff to release all claims. 


Conference with Legal Counsel — Pursuant to California Government Code, Section 
54956.9(a), and San Francisco Administrative Code, Section 67.10(d)(1) 
(discussion only) (Mueller) 


Conferring with, or receiving advice from, the City Attorney regarding the following 
existing litigation in which the City is a petitioner and Pacific Gas & Electric 
Company is an adverse party: In re: PG&E Corporation and Pacific Gas & Electric 
Company, United States Bankruptcy Court, Northern District of California, Case No. 
9-30088-DM, filed January 29, 2019; Federal Energy Regulatory Commission Case 
No. EL 19-38- 000, filed January 28, 2019; Federal Energy Regulatory Commission 
Case No. ER18- 1482-000, filed April 30, 2018; Federal Energy Regulatory 
Commission Case No. 

ER18-1102-000, filed March 15, 2018; Federal Energy Regulatory Commission Case 
No. ER18-790-000, filed, February 2, 2018; Federal Energy Regulatory Commission 
Case No. ER18-768-000, filed January 31, 2018; Federal Energy Regulatory 
Commission Case No. ER18-198-000, filed October 31, 2017; Federal Energy 
Regulatory Commission Case No. ER17-2406-000, filed August 31, 2017; Federal 
Energy Regulatory Commission Case No. ER17-2181-000, filed July 31, 2017; 
Federal Energy Regulatory Commission Case No. ER17-2204, filed July 31, 2017; 
Federal Energy Regulatory Commission Case No. ER17-1509-000, filed May 1, 2017; 
Federal Energy Regulatory Commission Case No. ER17-910-000, filed January 31, 
2017; Federal Energy Regulatory Commission Case No. EL 15-3-000, filed October 
10, 2014; Federal Energy Regulatory Commission Case No. ER15-702-000, filed 
December 23, 2014; Federal Energy Regulatory Commission Case No. ER15-703- 
000, filed December 23, 2014; Federal Energy Regulatory Commission Case No. 
ER15-704-000, filed December 23, 2014; Federal Energy Regulatory Commission 
Case No. ER15-705-000, filed December 23, 2014; Federal Energy Regulatory 
Commission Case No. ER15-735-000, filed December 23, 2014; California Public 
Utilities Commission Case No. 1.15-08-019, filed February 25, 2015; California 
Public Utilities Commission Case No. R.18-10-007, filed October 25, 2018: 
California Public Utilities Commission Case No. R.19-01-006, filed January 10, 
2019: and California Public Utilities Commission Case No. R.19-09-016, filed 


le 


22, 
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January 10, 2019 
Following Closed Session, the Commission will reconvene in Open Session 


Conference with Legal Counsel - Pursuant to California Government Code Section 
54956.9 (d) (1) and San Francisco Administrative Code Section 67.10 (d) (1) 
(discussion only) (Whipps) 


Existing Litigation 

State Water Board Cases, Sacramento Superior Court, JCCP No. 5013 (originally filed 
on January 10, 2019 in Tuolumne Superior Court as San Joaquin Tributaries Authority, 
et al v. California State Water Resources Control Board, Case No. 

CU62094) 


Announcement following Closed Session 


Motion regarding whether to disclose the discussions during Closed Session pursuant 
to San Francisco Administrative Code Section 67.12(a) 


24. Adjournment 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


RESOLUTION NO. 20-0245 


WHEREAS, Contractor J. Flores Construction Company, Inc. has completed its work for 
Wastewater Enterprise, Renewal and Replacement Program-funded Contract No. WW-656, As- 
Needed Spot Sewer Replacement No. 37; and 


WHEREAS, On June 12, 2018, by Resolution No. 18-0100, this Commission awarded 
Contract No. WW-656, As-Needed Spot Sewer Replacement No. 37, in the amount of 
$8,198,256, to the lowest, qualified and responsible bidder with the lowest responsive bid, J. 
Flores Construction Company, Inc.; and 


WHEREAS, The construction contract Notice To Proceed date was set for October 15, 
2018, with an original schedule of 400 consecutive calendar days and the contractor completed 
the work in 400 consecutive calendar days on November 18, 2019; and 


WHEREAS, The original contract amount was for $8,198,256 and the original contract 
duration was 400 consecutive calendar days; and 


WHEREAS, Section 6.22(h) of the Administrative Code requires that any cumulative 
increase in contract amount or duration in excess of 10% of the original contract amount or 
duration be approved by the Commission; and 


WHEREAS, On May 28, 2019, per Resolution No. 19-0097, this Commission approved 
an increase of $819,476 to the contract amount contingency for a total contract amount of up to 
$9,837,557 and no change in contract duration; and 


WHEREAS, Modification Nos. | to 2 were issued for $1,639,300 to increase contract 
capacity in order to continue to perform as-needed replacement of localized sections of existing 
sewer lines, on short notice, at locations to be determined throughout the City of San Francisco, 
increasing the contract amount to $9,837,556 with no change in contract duration; and 


WHEREAS, The Contract Monitoring Division has determined that the contractor 
substantially complied with the established Local Business Enterprise (LBE) subcontracting 
requirement of 20% for this contract by achieving a final LBE participation of 3.44%; and 


WHEREAS, Funds are available from Project No. 10030784 — As-Needed Spot Sewer 
Replacement No. 37; now, therefore, be it 


RESOLVED, That this Commission hereby accepts work performed by J. Flores Construction 
Company, Inc. for Wastewater Enterprise, Renewal and Replacement Program-funded Contract 
No. WW-656, As-Needed Spot Sewer Replacement No. 37, for a total contract amount of 
$9,837,556, and with a total contract duration of 400 consecutive calendar days, and authorizes 
final payment to the contractor. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of December 22, 2020. 





Secreta Public Utilities Commission 


PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0246 


WHEREAS, On November 14, 2017, by Resolution No. 17-0235, this Commission 
authorized the City, through the SFPUC and Bakeworks LLC (Tenant) to enter into a five-year 
Lease dated as of November 9, 2017. Pursuant to the Lease, Tenant has the right to use 
approximately 1,904 rentable square feet of space, consisting of the lobby café on the ground 
floor of the SFPUC’s headquarters building (Building) and the preparation and storage area 
located in the southeast quadrant of the Building's basement at 525 Golden Gate Avenue, San 
Francisco, California (Premises); and 


WHEREAS, The original five-year Lease commenced on January 1, 2018 and is due to 
expire on December 31, 2022, subject to Tenant’s option to extend the Lease by an additional 
three years at Tenant’s sole discretion; and 


WHEREAS, Tenant operates the café as a non-profit social enterprise which provides 
employment and training to people with disabilities, who are homeless or otherwise at risk; and 


WHEREAS, Because of COVID-19 outbreak, City public health officials implemented a 
“shelter in place” order In March of 2020, ordering certain businesses to close, including 
Tenant’s business in the Premises; and 


WHEREAS, The Building was also closed to the public and almost all SFPUC 
employees. The current annual rent then due was $38,613.12; and 


WHEREAS, Tenant operates the café on a small profit margin due to its social enterprise 
mission, and the closure of the Building had a significant detrimental financial impact on its 
finances; and 


WHEREAS, To provide Tenant with immediate temporary financial relief due to closure 
of the Building during the COVID-19 pandemic, City, through the SFPUC, and Tenant entered 
into Amendment No. | to Lease and agreed to suspend the terms of the original Lease for five 
months from May |, 2020 through September 30, 2020 (First Suspension Period), resume the 
Lease term on October 1, 2020, and extend the expiration of the Lease term from December 31, 
2022 to May 31, 2023; and 


WHEREAS, During the First Suspension Period, the Lease was not in effect, Tenant 
could not use the Premises, and Tenant had no obligation to pay rent; and 


WHEREAS, As a result of the continuing COVID-19 pandemic, the Building will remain 
closed to the public until June 1, 2021. Accordingly, the City, through the SFPUC, and Tenant 
desire to enter into Amendment No. 2 to the Lease (Amendment No. 2) to further suspend the 
Lease terms to continue temporary rent relief to Tenant; and 


WHEREAS, Amendment No. 2 will suspend the terms of the Lease, including Tenant’s 
obligation to pay rent, for the period from October 1, 2020 through May 31, 2021 (Second 
Suspension Term) and return the expiration date of the Lease term to its original expiration date 
of December 31, 2022, subject to Tenant’s option to extend the Lease by three years, at Tenant’s 
sole discretion; and 


WHEREAS, During the Second Suspension Term, the Lease will not be in effect, and the 
parties will not have any obligations under the Lease until June 1, 2021. On or before April 30, 
2021, Tenant must elect either to terminate the Lease as of May 31, 2021 or else resume 
payment of rent and its other Lease obligations starting June 1, 2021, and will continue through 
December 31, 2022; now, therefore, be it 


RESOLVED, That this Commission hereby retroactively approves the terms and 
conditions of Amendment No. | to the Lease and ratifies the General Manager’s execution of 
Amendment No. 1; and, be it 


FURTHER RESOLVED, That this Commission ratifies, approves, and authorizes all 
actions heretofore taken by any City official in connection with Amendment No. 2 to the Lease, 
and, be it 


FURTHER RESOLVED, That this Commission hereby approves the terms and 
conditions of Amendment No. 2 to the Lease; and, be it 


FURTHER RESOLVED, That this Commission hereby delegates authority to the 
General Manager to approve and execute, without further Commission approval, further 
amendments to the Lease to provide rent relief to Tenant through no later than December 31, 
2021, provided that such rent relief may be provided only for any period during which Tenant 
cannot conduct its regular business due to any City, SFPUC, State or Federal law, order, or 
policy pertaining to COVID-19; and, be it 


FURTHER RESOLVED, That this Commission hereby authorizes the SFPUC General 
Manager to enter into any amendments or modifications to the Lease, including without 
limitation, the exhibits, that the General Manager determines, in consultation with the City 
Attorney, are in the best interest of the City, do not materially increase the obligations or 
liabilities of the City or materially decrease the benefits to the City, are necessary or advisable to 
effectuate the purposes and intent of the Lease or this resolution, and are in compliance with all 
applicable laws, including the City Charter. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities Commission at 
its meeting of December 22, 2020. 


l), (Where Mya 


Secretary, Public Utilities Commission 





PUBLIC UTILITIES COMMISSION 
City and County of San Francisco 


RESOLUTION NO. ___ 20-0247 


WHEREAS, The San Francisco Public Utilities Commission (SFPUC), is committed to 
managing its diverse portfolio of assets in a manner that maximizes lifecycle value of assets 
while consistently meeting levels of service and performance goals; and 


WHEREAS, Existing asset management practices throughout SFPUC’s utility and 
administrative operations guide and facilitate the planning, design, procurement, construction, 
operation, maintenance and retirement of critical infrastructure; and 


WHEREAS, International asset management standards, including the International 
Organization for Standardization 55001 (ISO 55001), were utilized to develop this agency-wide 
asset management policy; and 


WHEREAS, A uniform Asset Management Policy will provide cohesive guidance across 
the Enterprises and Bureaus for the preparation of Budget and Capital Infrastructure Programs, 
which are the SFPUC’s vehicles for systematic maintenance, repair, and investment in our 
critical assets; and 


WHEREAS, The Commission previously reviewed a proposed Asset Management 
Policy at its public meeting on November 10, 2020 and staff have revised that policy to reflect 
Commission direction; and 


WHEREAS, Pursuant to Charter Section 4.104, on December 7, 2020 a Notice of Public 
Hearing was posted on the SFPUC website; and 


WHEREAS, The proposed Asset Management Policy is not defined as a project under the 
California Environmental Quality Act (“CEQA”) Guidelines Section 15378, because there would 
be no change in the physical environment; now, therefore, be it 


RESOLVED, That the Commission hereby adopts and files with the Commission 
Secretary the SFPUC Asset Management Policy. 


I hereby certify that the foregoing was adopted by the Public Utilities Commission 
at its meeting of December 22, 2020. 


ra ; 
Konno. Marl 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0248 


WHEREAS, The San Francisco Public Utilities Commission (SFPUC) is responsible for: 
providing reliable sewer system service, ensuring the sewer system will respond effectively to a 
disaster; protecting natural resources and the environment; utilizing innovative technologies, 
where feasible and beneficial; and establishing equitable and affordable rates; and 


WHEREAS, The SFPUC’s wastewater collection and treatment system has been 
developed over the past 110 years and is a vital part of the City’s infrastructure, representing major 
financial investments that have provided multiple benefits to the residents and businesses of San 
Francisco; and 


WHEREAS, The SFPUC Wastewater Enterprise operates and maintains the sewer system 
which consists of treatment plants, sewers, tunnels, transport/storage structures, combined sewer 
discharge structures, pump stations, and force mains; and 


WHEREAS, The SFPUC is committed to protecting public health and the environment, 
minimizing impacts to ratepayers, improving seismic and system reliability, reducing community 
impacts, and promoting environmental stewardship; and 


WHEREAS, The SFPUC is committed to implementing the Sewer System Improvement 
Program (SSIP) in a manner that is consistent with and advances the goals of the 2011 Community 
Benefits Policy and the 2009 Environmental Justice Policy that were adopted by the Commission; 
and 


WHEREAS, The SFPUC has spent several years assessing the need, planning, developing, 
and validating the capital improvement program, and in 2011 hired a program management 
consultant (PMC) to validate the program work completed to date in an effort to confirm the 
proposed scope, schedule and budget of the various capital improvement projects developed as 
part of the SSIP; and 


WHEREAS, Seven comprehensive workshops were held with the Commission that 
culminated in 2010 with the Commission’s endorsement of the Goals and Levels of Service 
(Resolution 10-0114), and three subsequent Program Validation workshops resulted in the 
Commission’s 2012 endorsement of the 2012 Goals and Levels of Service, validation of the staff's 
project scope and phased implementation process, and authorization for staff to proceed with 
planning and developing the proposed Phase | projects, representing $2.7 billion of total costs 
(Resolution 12-0156); and 


WHEREAS, In late 2015, an extensive initiative was undertaken by the PMC and SFPUC 
staff to refine the SSIP scope, schedule, and budget forecasts based on the latest available project 
information which resulted in this Commission’s endorsement of Updated 2016 Goals, Levels of 
Service, and approval of Program and Phase | Strategies and Updated 2016 SSIP Phase 1 Project 
Description, Schedule and Budget for all proposed projects that comprise the 2016 SSIP Baseline 
(Resolution 16- 0056); and 


WHEREAS, The 2016 SSIP Baseline consisted of a three-phase implementation with the 
following approved budget: Phase 1 ($2.910 billion), Phase 2 ($3.140 billion), and Phase 3 ($0.926 
billion) for a total Program cost of $6.976 billion; and 


WHEREAS, In 2018, an extensive initiative was undertaken by the PMC and SFPUC staff 
to refine the SSIP scope, schedule, and budget forecasts based on the latest available project 
information which resulted in this Commission’s April 24, 2018 endorsement of Updated 2016 
Goals, Levels of Service, and Program and approval of Phase | Strategies and Updated 2018 SSIP 
Phase | Project Description, Schedule and Budget for all proposed projects that comprise the 2018 
SSIP Baseline (Resolution 18- 0071); and 


WHEREAS, The PMC and SFPUC staff have undertaken an extensive assessment to 
identify the proposed 2020 revisions to the approved 2018 SSIP Baseline, which include 
completing all SSIP Phase | projects by August 31, 2027, and increasing the total budget for all 
SSIP Phase | projects by $676,515,317 from $2,978,74 1,367 to $3,655,256,684; and 


WHEREAS, The PMC and SFPUC staff have undertaken an extensive assessment to 
identify the proposed 2020 revisions to the approved 2018 SSIP Baseline, which include 
completing all ‘Other SSIP’ projects by December 26, 2029, and increasing the total budget for 
the ‘Other SSIP’ projects that were added in the 2018 Baseline by $82,620,000 from $430,460,000 
to $513,080,000; and 


WHEREAS, The PMC and SFPUC staff have undertaken an extensive assessment to 
identify the proposed 2020 SSIP Baseline, which includes adding 31 projects to ‘Other SSIP’, to 
be completed by December 26, 2029 with a budget of $684,201 ,262, which results in a total budget 
for ‘Other SSIP’ in the 2020 Baseline of $1,197,281,262; and 


WHEREAS, The PMC and SFPUC staff have undertaken an extensive assessment to 
identify the proposed 2020 F&I Program Baseline, which includes completing all seven Projects 
by January 29, 2032, with a budget of $662,605,843; and 


WHEREAS, The 2020 Revised Baseline to the SSIP Budget, and the proposed F&I 
Program Baseline Budget is consistent with the latest SFPUC Ten- Year Capital Plan (FY 2020-21 
to FY 2029-30) approved by the Commission on February 11, 2020 by Resolution 20-0032 (with 
the exception of an increase in budget of $404,246,000 for the Biosolids Digester Facilities 
Project); and 


WHEREAS, Nothing in this resolution commits, or shall be deemed to commit the SEEUCG 
to approve any proposed project until environmental review of the project has been completed as 
required under the California Environmental Quality Act (CEQA). This Commission shall have 
the absolute discretion before approving such projects to: (i) make such modifications as may be 
necessary to mitigate significant environmental impacts; (11) select other feasible alternatives to 
avoid or substantially reduce significant environmental impacts; (iii) require the implementation 
of specific measures to mitigate any specific impacts; (iv) balance the benefits against significant 
environmental impacts before taking final action if such significant impacts cannot otherwise be 
avoided; or (v) determine whether or not to proceed with such projects; now, therefore, be it 


RESOLVED, That this Commission hereby approves the revisions to the 2018 Sewer 
System Improvement Program Baseline Scope, Schedule, and Budget set forth in the “2020 
Revised Baseline Scope, Schedule, and Budget for the Sewer System Improvement Program,” 
which is attached hereto and incorporated by reference herein; and be it 


FURTHER RESOLVED, That this Commission hereby approves the Facilities and 


Infrastructure Program Baseline Scope, Schedule, and Budget, which is attached hereto and 
incorporated by reference herein. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities Commission at 
its meeting of December 22, 2020. 






Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 
RESOLUTION NO. 20-0249 


WHEREAS, On May 24, 2016, per Resolution No. 16-0099, this Commission approved 
the award of Wastewater Enterprise’s Sewer System Improvement Program (SSIP)-funded 
Contract No. WW-628 SEP New Headworks Facility Project, a Construction Manager / General 
Contractor (CM/GC) agreement, to Sundt-Walsh (Joint Venture); and 


WHEREAS, The pre-construction Notice-To-Proceed date was August 15, 2016 and 
construction Notice-To-Proceed date was November 15, 2017; and 


WHEREAS, The original contract amount was for $244,562,224 and the original contract 
duration was 2,658 consecutive calendar days; and 


WHEREAS, On February 28, 2017, by Resolution No. 17-0043, this Commission 
approved Modification No. 1, increasing the contract amount by $11,600,000 to address 
construction of 12kV infrastructure, installation of seismic drilled piers on the north side of the 
primary clarifiers (SEP 042), installation bar screens at BFS Pump Station and distributed control 
system (DCS) work, for a total contract amount of $256,162,224 and no change in contract 
duration; and 


WHEREAS, On February 28, 2017, per Resolution No. 17-0043, this Commission also 
approved the project and authorized the General Manager to proceed with the Construction 
Phase of the project; and 


WHEREAS, On December 11, 2018, by Resolution No. 18-0208, this Commission 
approved Modification No. 2, increasing the contract amount by $36,017,960 to address an 
increase to site preparation costs based on the re-scoping of the work and actual bids received; 
pre-construction services and General Conditions for corresponding changes, for a total contract 
amount of $292,180,184, with no change in contract duration; and 


WHEREAS, Modification No. 2 also increased the existing construction cost contingency 
by $18,630,619 for a total construction cost contingency of $43,086,841 (which is not part of the 
contract award and is subject to further Commission approval if used to increase the contract 
award amount in excess of 10%), and increased the duration contingency by 75 consecutive 
- calendar days for a total duration contingency of 278 consecutive calendar days (also subject to 
further approval at contract duration increase in excess of 10%), to account for implementation 
of Scope I and Scope II, including the proposed addition of a 50 MGD influent pump station, 
influent piping and effluent force main, electrical building and odor control, as well as 
corresponding anticipated increases to the General Conditions costs and bond premiums; and 


WHEREAS, Section 6.22(h) of the Administrative Code requires any cumulative 
increases in contract cost or duration in excess of 10% of the original contract amounts be 
approved by this Commission; and 


WHEREAS, On February 11, 2020, by Resolution No. 20-0032, this Commission 
adopted the SFPUC 10-Year Capital Plan, which increased CWWSIPSE0O2 — SEP New 
Headworks (Grit) Replacement Project budget to $618,834,566 to address design developments 


related to constructability and value engineering, as well as changes to market conditions, 
escalation, and contractor markups; and 


WHEREAS, Modification No. 3 is being requested to increase the contract amount by 
$106,321,923, and increase the contract duration by 111 consecutive calendar days to address 
additional pre-construction services; completed Scope I (Site Preparation) and Scope II.A (BFS 
Upgrades) bid packages; deletion of Scope II.B/C (New Lift Station and Influent Sewer); 
increase to Scope III (Main Headworks) trade bid packages; and changes to terms and 
conditions, for a total contract amount of $398,502,107, and a total contract duration of 2,769; 
and 


WHEREAS, Contract Monitoring Division (CMD) subcontracting requirements of 15% 
Local Business Enterprise (LBE) participation were originally established for this construction 
contract; and 


WHEREAS, CEQA review has been completed for the following portions of the scope of 
work under proposed Modification No.3. as follows: 


- Project No. CWWSIPSEO07 — SEP Facility-wide Distributed Control System Upgrades DCS 
does not meet the definition of a project under Section 15378 of the California Environmental 
Quality Act (CEQA) Guidelines because it would not result in a physical change in the 
environment (Scope II.A BFS Upgrades/Scope HI, Main Headworks). 


- Project No. CWWSIPSE08 — SEP Seismic Reliability and Condition Assessment 
Improvement is categorically exempt under CEQA Section 15301, Class | (Existing 
Facilities), as determined by the Planning Department on June 13, 2016 (Scope I-Site 
Preparation). 


- Project No. CWWSIPSE10 — SEP Power Feed and Primary Switchgear Upgrades is 
categorically exempt under Section 15303 (Class 3, New Construction or Conversion of Small 
Structures), as determined by the Planning Department on February 22, 2018 (Scope I-Site 
Preparation). 


The rehabilitation of the existing Southeast Lift Station and revised odor control facility will 
undergo CEQA review when the new designs are complete. This approval authorizes only design 
activities for these components. These project components will not proceed to construction prior 
to this Commission’s review and consideration of the CEQA documents and determinations at a 
later date; and 


WHEREAS, Funds are available from Project Nos. CWWSIPSE02 — SEP New 
Headworks (Grit) Replacement Project, CWWSIPSEO07 — SEP Facility-wide Distributed Control 
System Upgrades, CWWSIPSE08 — SEP Seismic Reliability and Condition Assessment 
Improvements and CWWSIPSE10 — SEP Power Feed and Primary Switchgear Upgrades; now, 
therefore, be it 


RESOLVED, That this Commission hereby approves Modification No. 3 for Wastewater 
Enterprise’s Sewer System Improvement Program (SSIP)-funded Contract No. WW-628 SEP 
New Headworks Facility Project, a Construction Manager / General Contractor (CM/GC) 
agreement, to Sundt-Walsh Joint Venture, increasing the contract amount by $106,321,923, and 
increasing the contract duration by 111 consecutive calendar days, for a total contract amount of 
$398,502,107, and a total contract duration of 2,769 days, and modifying terms and conditions; 
and be it 


FURTHER RESOLVED, Construction of the modified Southeast Lift Station and revised 
odor control facility will not commence until this Commission reviews and considers the 
environmental documents and determinations for those components, and if this Commission 
approves the project with these modifications. This Commission reserves the right to, among 
other things, modify the project to mitigate any significant environmental impacts or elect not to 
proceed with the project based on information generated by the environmental review process. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of December 22, 2020. 


/ Slr wo LY _ 7A. fe 


Secretary, Public Utilities Commission 
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PUBLIC UTILITIES COMMISSION 


City and County of San Francisco 


RESOLUTION NO. 20-0250 


WHEREAS, The Pier 70 Mixed-Use Project Special Use District is a 28-acre project site 
within the Pier 70 area consisting of horizontal and vertical development consistent with the 
Waterfront Plan (“Pier 70 Project’); and 


WHEREAS, The Pier 70 Project will benefit the City and the public by providing 
construction and other jobs, adding to the gross regional product, adding new residential and 
commercial spaces, increasing property values in the vicinity, and adding new recreational 
spaces in the area for the general public; and 


WHEREAS, On November 14, 2017, the Board of Supervisors adopted the General Plan 
- Pier 70 Mixed-Use District Project through Ordinance 227-17; and 


WHEREAS, The Pier 70 Project wishes to procure reliable, economic, and clean electric 
service from the City; and 


WHEREAS, Pursuant to City Charter Section 16.101 and Administrative Code Article 
99, the City’s policy to supply electricity to all new City developments through SFPUC where 
feasible; and 


WHEREAS, Pursuant to the proposed Electric Service Agreement with FC Pier 70, LLC, 
a copy of which is on file with the Commission Secretary and incorporated herein by reference, 
the City, through SFPUC, shall be the primary provider of electric power service to the Pier 70 
Project and provide reliable, 100% greenhouse gas (GHG) free electricity, and capital and 
operational costs savings; and 


WHEREAS, Construction of SFPUC’s facilities necessary for the provision of electric 
service to the Pier 70 Project is expected to begin in March 2021 and end in December 2022. 
Permanent electric services are anticipated to begin in September 2021; and 


WHEREAS, The estimated cost of services for the Electric Service Agreement in the 
amount of $8,274,000 are available from Project No. 10034724 - Red. Pier 70; and 


WHEREAS, The SFPUC has determined that contracting directly with the Pier 70 Master 
Developer FC Pier 70, LLC to install certain electric facilities on the Pier 70 Project to provide 
electric service to the Pier 70 Project and temporary electric service to other customers that the 
SFPUC would otherwise be required to install, is the most expeditious and cost-effective way to 
complete this required work; and 


WHEREAS, The SFPUC must obtain approval from the Board of Supervisors to waive 
competitive bidding requirements and directly contract with FC Pier 70, LLC for installation of 
such electrical facilities; and 


WHEREAS, On August 24, 2017, the Planning Commission reviewed and considered the 
Final Environmental Impact Report (“FEIR”) for the Project in Planning Department File No. 
2014-001272ENV, consisting of the Draft Environmental Impact Report (“DEIR”) and the 
Comments and Responses document, and found that the contents of said report and the 
procedures through which the FEIR was prepared, publicized, and reviewed complied with the 
provisions of the California Environmental Quality Act (“CEQA”), the CEQA Guidelines, and 
Chapter 31 of the San Francisco Administrative Code, and found further that the FEIR reflects 
the independent judgment and analysis of the City and County of San Francisco, is adequate, 
accurate and objective, and that the Comments and Responses document contains no significant 
revisions to the DEIR, and certified the completion of said FEIR in compliance with CEQA and 
the CEQA Guidelines in its Motion No. 19981; and 


WHEREAS, This Commission has reviewed and considered the information contained in 
the FEIR, the Mitigation Monitoring and Reporting Program (MMRP), and CEQA Findings; and 


WHEREAS, The Final EIR, MMRP, and CEQA Findings have been made available for 
review by the SFPUC and the public, and those files are part of the record before this 
Commission; and 


WHEREAS, The SFPUC is acting as a responsible agency under California Public 
Resources Code Section 21069 for purposes of this action and incorporates by reference herein 
the environmental determinations; now, therefore, be it 


RESOLVED, That this Commission, as a responsible agency under CEQA, has reviewed 
and considered the FEIR, finds that the FEIR is adequate for its use as the decision-making body 
for the actions taken herein, and hereby adopts the CEQA Findings, including the Statement of 
Overriding Considerations, attached hereto and incorporated herein as part of this Resolution by 
this reference thereto, and adopts the MMRP attached to this Resolution and incorporated herein 
as part of this Resolution by this reference thereto; and be it 


FURTHER RESOLVED, The Commission further finds that since the FEIR was 
finalized, there have been no substantial project changes and no substantial changes in project 
circumstances that would require major revisions to the FEIR due to the involvement of new 
significant environmental effects or an increase in the severity of previously identified significant 
impacts, and there is no new information of substantial importance that would change the 
conclusions set forth in the FEIR; and be it 


FURTHER RESOLVED, That this Commission finds that this approval of the Electric 
Service Agreement, and a separate agreement to pay FC Pier 70, LLC to install certain SFPUC 
electrical facilities at the Pier 70 Project, is within the scope of the Project and activities 
evaluated in the EIR and Addenda, and with regard to the actions contemplated in these 
agreements, the SFPUC has not identified any feasible alternative or additional feasible 
mitigation measures within its powers that would substantially lessen or avoid any significant 
effect the Project would have on the environment; and be it 


FURTHER RESOLVED, That this Commission hereby authorizes the General Manager 
of the San Francisco Public Utilities Commission to execute an Electric Service Agreement with 
FC Pier 70, LLC in substantially the form of the agreement attached to this resolution; and be it, 


FURTHER RESOLVED, That this Commission authorizes the General Manager to 
approve necessary changes to the Electric Service Agreement that he determines, in consultation 
with the City Attorney, do not materially alter the balance of benefits and burdens to the City 
from the Agreement and to direct PUC staff to take actions necessary to implement the 
Agreement; and, be it, 


FURTHER RESOLVED, That this Commission authorizes the General Manager to seek 
Board of Supervisors approval by ordinance to waive competitive bidding requirements and 
enter into a separate agreement with FC Pier 70, LLC with SFPUC to pay up to $1,700,000 for 
FC Pier 70, LLC to install certain electrical facilities at the Pier 70 Project that the SFPUC is 
otherwise required to install, and that SFPUC will use to provide electric service at the Pier 70 
Project, and may use to provide temporary electric service to other customers, and if approved by 
the Board of Supervisors, to execute such agreement without further action by this Commission. 


I hereby certify that the foregoing resolution was adopted by the Public Utilities 
Commission at its meeting of December 22, 2020 





ecretary, Public Utilities Commission 
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